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We've  Come  A  Long  Way... 


Delivering  Jobs 

Transportation  infrastructure  is  vital  to  economic 
growth  and  contributes  to  our  overall  quality  of 
life.  That  is  why  we  were  so  aggressive  in  getting 
recovery  act  projects  ready  to  go.  We  wanted  to 
put  Missourians  to  work  fast  and  show  that  invest- 
ing in  transportation  infrastructure  could  provide 
immediate  economic  relief.  The  long-term  benefits 
include  safer  roads  and  enhanced  quality  of  life. 

American  Recovery  and 
Reinvestment  Act 

Within  minutes  of  President  Barack  Obama  signing 
the  American  Recovery  and  Reinvestment  Act,  we 
went  to  work  to  replace  one  of  the  state's  oldest  and 
most  rickety  bridges,  the  Osage  River  bridge  near 
Tuscumbia.  Construction  on  three  other  recovery 
act  projects  also  started  immediately.  To  date,  we 
have  obligated  $381.1  million  of  the  $525  million  we 
received  for  recovery  act  projects  and  have  created 
or  saved  6,544  jobs.  Sixty-two  projects  are  already 
completed,  with  56  more  under  way.  These  ARRA 
projects  will  save  approximately  12  lives  a  year  and 
prevent  61  disabling  injuries  on  Missouri  roads. 


"Missouri  has  done  a  terrific  job  of 
using  recovery  funds  to  invest  in  good 
transportation  projects  across  its 
cities,  suburbs,  and  rural  communi- 
ties. These  efforts  are  really  making 
a  difference  to  the  folks  who  live  and 
work  in  Missouri." 

-  U.S.  Transportation  Secretary  Ray  LaHood  in  com- 
ments posted  to  his  blog  site,  Fast  Lane,  on  Aug.  26. 


Statewide  Transportation 
Improvement  Program 

The  2010-2014  Statewide  Transportation  Improve- 
ment Program  totals  $6.6  billion,  with  approximate- 
ly $4.91  billion  going  to  718  highway  and  bridge 
projects,  about  $970  million  to  other  transportation 
modes  and  approximately  $660  million  to  local 
transportation  programs.  In  addition,  about  $100 
million  in  ARRA  funds  is  available  for  local  agency 
projects.  The  construction  program  on  average  cre- 


ates 7,286  new  jobs  each  year  and  adds  more  than 
$800  million  to  Missouri's  economy. 

External  Civil  Rights  Division 

In  June,  we  created  a  new  division  -  External  Civil 
Rights  -  to  enhance  efforts  to  involve  minority-  and 
women-owned  businesses  in  state  construction 
projects.  This  is  a  top  priority  for  MoDOT,  and  we 
will  continue  to  enhance  our  efforts  to  ensure  a 
fair  playing  field  for  disadvantaged  business 
enterprises. 

"Missouri  created  a  national  workforce 
development  model  (known  as  the  "Mis- 
souri Model")  that  is  being  used  today  to 
rebuild  Interstate  64.  The  Missouri  Model 
is  being  touted  nationally  as  one  of  the 
best  examples  of  workforce  diversity  in 
the  country." 

St.  Louis  Post  Dispatch  editorial,  Sept.  15,  2009 


Delivering  A  Better 

Transportation 

System 

When  it  comes  to  transportation  in  Missouri,  we've 
been  living  the  high  life  in  recent  years.  That's 
largely  because  our  citizens  recognized  the  impor- 
tance of  investing  in  our  transportation  system  and 
passed  Amendment  3  in  2004.  That  vote  of  confi- 
dence sent  additional  highway  user  fees  our  way 
and  has  allowed  us  to  perform  record  amounts  of 
road  and  bridge  construction. 

In  fact,  in  the  past  five  fiscal  years,  MoDOT  has 
awarded  2,151  projects  totaling  $5.7  billion.  The  re- 
sults speak  for  themselves:  83  percent  of  our  major 
highways  are  now  in  good  condition  compared  to  47 
percent  in  2004.  Some  of  our  major  road  and  bridge 
improvement  initiatives  include: 

Safe  &  Sound  Bridge 
Improvement  Program 

We  are  fixing  a  bad  bridge 
almost  every  two  days  under 
the  Safe  &  Sound  Bridge  Im- 
provement Program.  The  $700 
million  project  is  a  large-scale 
system  improvement  that 
includes  repairing  or  replac- 
ing 802  of  the  state's  worst 
bridges  by  the  end  of  2013.  To 
date,  more  than  100  bridges  have 

The  New  1-64 

The  reconstruction  of  the  second  of  two  five-mile 
stretches  of  Interstate  64  in  St.  Louis  will  be  fin- 

ished  before  the  end  of  the 
T-H-C  ~J      year.  All  of  the  finishing 

touches  on  the  project  -  the 

I_  jm      largest,  single  highway 

■  xl       construction  project  in 
MoDOT  history  -  must  be 
completed  by  July  31,  2010. 
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"Thank you  for 
the  wonderful  new 
highway  (1-64).  Not 
only  was  it  done  ahead  of 
schedule,  it  is  fantastic. 
...Please  let  the  construction  employees 
know  what  a  wonderful  job  they  are  doing 
for  our  community.  The  few  months  of 
inconvenience  were  well  worth  the  wait." 

-  Jillian  Piechocinski,  St.  Louis  resident 
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Progress  continues  on  reconstructing  and  rehabili- 
tating 4.7  miles  of  Interstate  29/35  from  just  north 
of  Route  210/Armour  Road  to  the  northeast  corner 
of  the  downtown  Kansas  City,  Mo.  freeway  loop. 
The  project  also  includes  the  construction  of  a  new 
iconic,  cable-stay  Missouri  River  bridge.  Construc- 
tion will  be  completed  by  July  31,  2011. 
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"Thank  you  for  all  you  do!  I  am  pleased  that  I  am  a  partner  in  the  efforts  ofMoDOT. 
With  Pete  Rahn's  leadership,  and  the  tremendous  professionalism  and  work  ethics 
of  MoDOT  staff  and  crews,  Missouri  is  fortunate!  YOU  make  the  difference!" 

Elsie  Gaber,  Ph.D.,  Training  &  Compliance  Manager,  Human  Resources,  A.T.  Still  University,  Kirksville 


Better  Roads,  Brighter  Future 

Our  Better  Roads,  Brighter  Future  program  is  at 
work  on  hundreds  of  miles  of  Missouri's  major  high- 
ways. These  busy  highways  are  getting  wider  strip- 
ing, rumble  stripes,  brighter  signs,  paved  shoulders 
and  smooth  pavement  that  will  bring  85  percent  of 
our  major  roads  up  to  good  condition  by  the  end  of 
2011. 

Rail  Improvements 

Construction  on  a  new  railroad  side  track  that  will 
add  capacity  and  reduce  delays  on  the  Amtrak  route 
between  Kansas  City  and  St.  Louis  began  in  April 
and  is  on  schedule  to  be  completed  this  year.  The 
new  9,000-foot  siding,  located  just  west  of  Califor- 
nia, Mo.,  will  enable  slower  freight  trains  to  move  off 
the  main  line  allowing  faster  Amtrak  trains  to  pass. 
The  addition  will  reduce  train  delays  by  nearly  17 
percent. 

Interstate  70 

The  Federal  Highway  Administration  approved  our 
plan  to  rebuild  Interstate  70  with  lanes  that  would 
separate  cars  from  trucks.  Studies  show  the  concept 
will  improve  safety,  reduce  congestion  and  allow  for 
better  freight  movement.  While  there  is  no  fund- 
ing currently  available  for  the  project,  the  federal 
clearance  positions  us  to  move  forward  if  money 
becomes  available. 


Delivering  A  Safer 

Transportation 

System 


Traffic  fatalities  on  Missouri  roads  have  declined  24 
percent  since  2005.  The  reduction  puts  the  Missouri 
Coalition  for 
Roadway  Safety 
on  track  to 
meet  its  goal  of 
reducing  fatali- 
ties to  850  or 
fewer  per  year 
by  2012. 

Despite  the 

decline  in  traffic  fatalities,  the  state's  most  recent 
seat  belt  survey  shows  nearly  23  percent  of  Missouri 
motorists  are  still  not  wearing  their  seat  belts.  Only 
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Traffic  fatalities  have  fallen 
24  percent  since  2005 
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"Yesterday  I  was  traveling  the  fast  lane,  westbound,  toward 
my  home  on  1-70 . . .  when  an  accident  on  the  left-most  two 
lanes  of  the  eastbound  side  of  1-70  took  place . . .  My  car 
and  the  two  heading  toward  me  were  perfectly  aligned  for 
a  head-on  accident.  If  that  guard  device  was  not  in  place 
and  properly  designed  to  absorb  the  impact. . .  then  I 
would  not  be  e-mailing  my  thanks  to  you  and  your  staff." 

-  St.  Louis  resident  Christopher  F.  Palombo  in  an  Oct.  8,  2009  e-mail  to  MoDOT 
Director  Pete  Rahn 


77  percent  of  Missourians  buckle  up  regularly,  a 
mere  one  percent  increase  from  last  year  and  seven 
percent  less  than  the  national  average  of  84  percent. 
It  is  unlikely  seat  belt  use  in  our  state  will  improve 
significantly  without  a  primary  safety  belt  law. 

Commercial  Motor  Vehicle 
Crashes,  Deaths  Decline 

Statistics  released  in  October  show  Missourians  are 
doing  a  great  job  of  sharing  the  road.  Between  2006 
and  2008,  the  number  of  fatal  truck  crashes  de- 
creased 19  percent.  We  attribute  the  drop  to  better 
road  conditions  and  increased  law  enforcement  and 
education. 


Guard  Cable  Works 

2008  figures  (the  latest  available)  underscore  the 
effectiveness  of  median  guard  cable  as  they  show 
only  one  cross-median  highway  death  where  guard 
cable  was  installed.  In  2002,  with  only  limited  miles 
of  guard  cable  installed  on  Interstate  70,  there  were 
24  cross-median  fatalities.  Interstate  44  had  25 
crossover  deaths  in  2006.  That  number  dropped  to 
zero  in  2008  thanks  to  the  guard  cable. 

Mandatory  Motorcycle  Helmet 
Law  Remains  on  the  Books 

Citing  increased  health  care  costs  to  taxpayers 
and  the  safety  of  Missouri's  motorcycle  riders,  Gov. 
Jay  Nixon  on  July  2  vetoed  a  law  that  would  have 
allowed  motorcyclists  over  the  age  of  21  to  ride 
without  a  helmet  except  on  interstate  highways. 
Statistics  show  84  percent  of  Missourians  support 


the  state's  motorcycle  helmet  law.  The  National 
Highway  Traffic  Safety  Administration  estimates 
that  42  additional  lives  were  saved  in  Missouri  in 
2007  because  of  motorcycle  helmet  use. 


New  Laws  to  Increase 
Highway  Safety 

We  have  been  busy  educating  Missourians  about 
several  new  laws  the  Missouri  legislature  enacted 
this  year  to  make  our  highways  safer. 

We  kicked  off  our  annual  You  Drink  &  Drive.  You 
Lose,  campaign  in  August  with  the  unveiling  of  a 
new  roadside  memorial  sign  that  pays  tribute  to 
victims  of  impaired  driving.  The  blue  memorial 
signs  read  "Drunk  Driving  Victim"  and  include 
the  person's  initials  along  with  the  month  and 
year  they  were  killed.  The  signs  are  a  result  of 
David's  Law,  named  after  David  Poenicke,  a  vic- 
tim of  impaired  driving. 

We  also  held  news  conferences  around  the  state 
and  sent  posters  to  Missouri  schools  to  remind 
drivers  21  years  of  age  or  younger  it's  now  illegal 
to  txt  &  drv.  Missouri  is  the  23rd  state  to  ban  tex- 
ting  while  driving. 

Missouri  law  enforcement  turned  up  the  heat 
this  summer  on  impaired,  speeding  and  unbuck- 
led drivers.  "The  HEAT  Is  On"  campaign  included 
a  70-day  period  of  increased  enforcement  by 
High  Enforcement  Action  Teams.  We  used  the  op- 
portunity to  inform  the  public  about  the  new  law 


"Gov.  Jay  Nixon  called  it  a  hard  deci- 
sion, but  he  got  it  right  Thursday  in 
vetoing  a  bill  to  largely  lift  Missouri's 
motorcycle  helmet  requirement." 

-  Independence  Examiner  editorial,  July  3,  2009. 


requiring  repeat  offenders  of  Missouri's  alcohol- 
related  driving  laws  to  install  ignition  interlock 
devices  in  their  vehicles. 

Delivering  A  Green 

Transportation 

System 

When  you  think  of  environmentally  friendly  prac- 
tices, building  roads  and  bridges  might  not  come  to 
mind.  Yet  we  strive  every  day  to  protect,  conserve, 
restore  and  enhance  our  natural  resources  while 
managing  a  complex  transportation  infrastructure. 
Here  are  some  recent  steps  we've  taken  to  be  green. 

Reducing  Diesel  Emissions 

We  joined  forces  with  the  Department  of  Natural 
Resources  to  improve  air  quality  and  public  health 
in  our  metropolitan  areas.  Thanks  to  a  federal 


Missouri  Is  Bike-Friendly 

The  League  of  American  Bicyclists'  has 
ranked  Missouri  as  the  17th  most  bike- 
friendly  state,  up  from  28th  in  2008.  The 
ranking  is  based  on  Missouri's  commit- 
ment to  bicycling  and  covers 
six  key  areas:  legislation, 
policies  and  programs, 
infrastructure,  edu- 
cation  and  en- 
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grant,  we  are  retrofitting  a  portion  of  our  fleet  in 
St.  Louis,  Kansas  City  and  Springfield  with  new 
technologies  that  will  reduce  diesel  emissions  by 
approximately  288  tons  per  year  -  or  enough  to 
fill  about  427  Goodyear  blimps.  The  upgrades  will 
also  make  the  vehicles  and  equipment  more  fuel- 
efficient. 

Giving  Green  to  Get  Green 

A  program  we're  piloting  provides  incentives  for 
contractors  to  use  green  products  and  processes 
in  construction  projects.  Under  the  green  incentive 
program,  we  assign  goals  for  contractors  to  use 
environmentally  friendly  practices  such  as  recy- 
cling, reducing  pollution  and  using  alternative  fuels. 
For  meeting  or  exceeding  the  goal,  contractors  earn 
monetary  awards.  Contractors  who  don't  meet  the 
green  goals  are  charged  damages. 


Radical  Cost  Control 

In  the  last  five  fiscal  years,  we  have  awarded  2,151 
projects  costing  $5.7  billion.  The  projects  came 
in  5.5  percent  under  budget,  for  a  savings  of  more 
than  $334  million.  One  of  our  most  successful  cost 
control  measures  is  our  Practical  Design  initiative, 
which  ensures  projects  are  designed  to  fix  specific 
needs  without  the  frills.  Other  cost-curbing  tools 
range  from  rebidding  projects  to  allowing  contrac- 
tors to  propose  innovative  ways  to  accomplish  the 
work.  That  could  mean  using  alternate  materials, 
coming  up  with  improved  designs,  working  off- 
hours  and  closing  lanes. 


"MoDOT  Director  Pete  Rahn's  'radical 
cost  control'  system  should  serve  as  a 
model  for  how  to  make  tax  dollars  go 
further . . .  Rahn  and  his  department 
deserve  credit  for  holding  the  line  on 
costs,  while  providing  quality  for  Mis- 
souri taxpayers  and  travelers." 

-  Jefferson  City  News  Tribune  editorial,  July  28,  2009 


Carpool  Connections 

Because  gas  prices  are  always  higher  than  anyone 
would  like,  we  launched  a  Web  service  to  help  match 
carpoolers  anywhere  in  the  state.  The  site,  called 
Carpool  Connections,  can  be  found  at  www.modot. 
org.  The  Web  site  also  provides  a  list  of  state-op- 
erated commuter  lots,  complete  with  descrip- 
tions and  detailed  maps  to  find  them. 


Delivering 
Value 


In  everything  we  do,  our  bottom  line  is  to 
provide  a  dollar  of  value  for  every  dollar 
we  spend. 


85  percent 

of  Missourians 
are  satisfied 
with  MoDOT 


Realty  to  Roads 

In  an  effort  to  put  more  money  into  road  and  bridge 
projects,  we  began  taking  an  aggressive  approach 
to  sell  excess  right  of  way.  As  part  of  our  Realty  to 
Roads  initiative,  we  have  contracted  with  two  pri- 
vate firms  for  real  estate  marketing  and  consulting 
services.  We've  also  begun 
using  virtual 
tours  to  sell  real 
estate  and  held  a 
statewide 

Realty  to   Realty  Roa< 

Roads  blitz 

to  sell  a  large  amount  of  properties 
in  a  short  period  of  time.  In  fiscal  year 
2009,  we  sold  228  properties  at  a  value  of  $4.3  mil- 
lion. The  receipts  went  toward  additional  road  and 
bridge  projects. 


"Thanks  to  its  progressiveness,  we 
often  cover  MoDOT  in  our  pages." 

-  Stephanie  Johnston,  Editor  in  Chief,  Public  Works 
Magazine 


Improved  Traveler 
Information  Map 

We  improved  our  popular  Traveler  Information 
Map,  located  at  www.modot.org,  with  new  blue  icons 
that  show  future  road  work.  The  map  has  always 
shown  active  work  zones,  but  now  shows  highway 
projects  up  to  a  week  in  advance. 

Where  Do  We  Go 
From  Here? 

Unfortunately,  the  construction  boom  we've  enjoyed 
these  past  few  years  is  about  to  come  to  a  screech- 
ing halt.  Funding  for  transportation  is  being  chal- 
lenged at  all  levels: 

Reauthorization  of  the  federal  surface  trans- 
portation program,  which  funds  our  highway 
construction  program,  expired  Sept.  30.  Its 
future  is  up  in  the  air  as  Congress  and  the  Obama 
administration  debate  a  plan  of  action. 


The  economic  downturn  has 
put  a  dent  in  car  sales  and 
likewise  in  the  motor 
vehicle  sales  tax  rev- 
enues that  fund 
transportation. 
In  addition,  peo- 
ple are  driving 
less  and  buying 
more  fuel-efficient 
cars  in  response  to  the 
sluggish  economy  and  last 
year's  spike  in  gasoline  prices, 
further  limiting  transportation 
funds.  As  a  result,  state  revenue 
from  taxes  and  fees  in  fiscal  year  2009 
was  down  4.9  percent,  or  $52  million, 
compared  to  fiscal  year  2008. 

Amendment  3  required  MoDOT  to  sell 
bonds  and  use  the  money  for  highway 
construction.  We  sold  the  last  of  those 
bonds  in  October.  The  revenue  that 
comes  in  from  Amendment  3  now  will  be  used  to 
pay  off  those  bonds  over  time. 

Missouri  lost  $202  million  in  federal  funding 
for  state  and  local  road,  bridge  and  other  trans- 
portation improvement  projects  when  Congress 
failed  to  repeal  a  rescission  built  into  the  last 
federal  transportation  act. 

Funding  from  the  American  Recovery  and  Re- 
investment Act  has  been  a  welcome  relief,  but  it 
doesn't  come  close  to  addressing  the  state's  $31 
billion  in  transportation  needs  over  the  next 
20  years.  Unfortunately,  the  expectation  for  the 
stimulus  funds  far  exceeds  what  is  available. 


"We  have  to  ask  ourselves  if  we're  going  to  stand  by  and  let  our  roads 
fall  back  into  disrepair,  or  if  we're  going  to  do  something  to  make 
sure  we  have  a  transportation  system  that  will  create  jobs  for 
the  state,  ease  congestion  and  save  lives." 

-  MoDOT  Director  Pete  Rahn,  Feb.  4,  2009 


When  you  plot  pro- 
jected construction  awards 
through  fiscal  year  2014,  we 
go  from  a  high  of  $1.5  billion  in 
FY  2009  to  a  low  of  $421  million  in 
FY  2014. 

If  no  action  is  taken,  we  are  looking  at  a  fu- 
ture where  we'll  be  struggling  to  keep  existing 
highways  in  good  shape  and  will  have  few  dollars 
to  build  new  roads,  bridges  or  other  transportation 
facilities.  We  have  too  much  at  stake  -  jobs,  lives  and 
economic  growth  -  not  to  find  a  way  off  the  cliff. 

So,  where  do  we  go  from  here?  First,  we  pledge  to 
continue  to  make  our  operations  open  and  trans- 
parent. We  will  tell  the  public  what  we're  doing,  why 
we're  doing  it  and  what  the  benefits  are.  We  will 
continue  to  complete  projects  on  time  and  within 
budget.  We  will  also  measure  how  well  we're  deliv- 
ering services  to  our  customers  and  make  adjust- 
ments as  necessary. 

Through  our  Conversation  for  Moving  Missouri 
Forward  initiative,  we  will  continue  to  seek  input 
from  Missourians  on  the  future  of  transportation. 
We  have  identified  the  following  top  five  priorities 
to  make  our  roads  safer,  bring  jobs  to  our  state  and 
improve  our  quality  of  life: 


take  care  of  roads  and  bridges; 

do  a  better  job  of  providing  other  ways  to  get 

around; 

rebuild  Interstates  70  and  44; 
tackle  needed  major  projects;  and 
meet  regional  needs. 

If,  when  and  how  we  move  ahead  with  these  proj- 
ects will  be  based  on  local  direction  and  public  in- 
put. Our  role  is  not  to  dictate  the  solution  -  whether 
it's  public/private  partnerships,  raising  the  gasoline 
tax  or  charging  citizens  based  on  the  number  of 
miles  they  travel  -  but  to  show  what  can  be  accom- 
plished with  the  funding. 


What  lies  behind  new  pavement,  bridge  inter- 
changes, bike  trails  and  landing  strips  are  people 
who  make  those  projects  happen.  Where  you  see  a 
new  bridge,  we  see  people  working  and  traveling, 
supporting  hotels,  restaurants,  service  stations, 
grocery  stores  and  banks.  And  where  you  see  new 
highway  lanes,  we  see  fewer  traffic  fatalities.  It's 
time  we  reinvest  in  the  vital  infrastructure  that  cre- 
ates jobs,  grows  businesses  and  saves  lives.  We  must 
answer  the  question:  "Where  do  we  go  from  here?" 


You  may  never  have  thought  of  a  high- 
way as  having  a  life  cycle,  but  it  does. 
To  help  explain  what  goes  on  beneath 
your  commute,  visitwww.modot.org/ 
newsandinfo/lifecycle.htm  to  view  a 
video  that  shows  the  aging  process  of 
our  roadways  and  how  the  wear  and 
tear  they  endure  on  a  daily  basis  af- 
fects what's  below  the  highway  regard- 
less of  surface  improvements. 
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Missouri  Revised  Statutes 


Chapter  21 
General  Assembly 
Section  21. 795 


Joint  committee  on  transportation  oversight,  members,  quorum— report, 
when,  contents—meetings,  examination  of  reports,  records  required  to  be 
submitted. 

21.795.  1.  There  is  established  a  permanent  joint  committee  of  the  general  assembly  to  be 
known  as  the  "Joint  Committee  on  Transportation  Oversight"  to  be  composed  of  seven 
members  of  the  standing  transportation  committees  of  both  the  senate  and  the  house  of 
representatives  and  three  nonvoting  ex  officio  members.  Of  the  fourteen  members  to  be 
appointed  to  the  joint  committee,  the  seven  senate  members  of  the  joint  committee  shall 
be  appointed  by  the  president  pro  tern  of  the  senate  and  minority  leader  of  the  senate  and 
the  seven  house  members  shall  be  appointed  by  the  speaker  of  the  house  of 
representatives  and  the  minority  floor  leader  of  the  house  of  representatives.  No  major 
party  shall  be  represented  by  more  than  four  members  from  the  house  of  representatives 
nor  more  than  four  members  from  the  senate.  The  ex  officio  members  shall  be  the  state 
auditor,  the  director  of  the  oversight  division  of  the  committee  on  legislative  research, 
and  the  commissioner  of  the  office  of  administration  or  the  designee  of  such  auditor, 
director  or  commissioner.  The  joint  committee  shall  be  chaired  jointly  by  both  chairs  of 
the  senate  and  house  transportation  committees.  A  majority  of  the  committee  shall 
constitute  a  quorum,  but  the  concurrence  of  a  majority  of  the  members,  other  than  the  ex 
officio  members,  shall  be  required  for  the  determination  of  any  matter  within  the 
committee's  duties. 

2.  The  transportation  inspector  general  shall  be  appointed  by  majority  vote  of  a 
group  consisting  of  the  speaker  of  the  house  of  representatives,  the  minority  floor  leader 
of  the  house  of  representatives,  the  president  pro  tempore  of  the  senate,  and  the  minority 
floor  leader  of  the  senate.  It  shall  be  the  duty  of  the  inspector  general  to  serve  as  the 
executive  director  of  the  joint  committee  on  transportation  oversight.  The  compensation 
of  the  inspector  general  and  other  personnel  shall  be  paid  from  the  joint  contingent  fund 
or  jointly  from  the  senate  and  house  contingent  funds  until  an  appropriation  is  made 
therefor.  No  funds  from  highway  user  fees  or  other  funds  allocated  for  the  operation  of 
the  department  of  transportation  shall  be  used  for  the  compensation  of  the  inspector 
general  and  his  or  her  staff.  The  joint  committee  inspector  general  initially  appointed 
pursuant  to  this  section  shall  take  office  January  1,  2004,  for  a  term  ending  June  30,  2005. 
Subsequent  joint  committee  on  transportation  oversight  directors  shall  be  appointed  for 
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five  year  terms,  beginning  July  1,  2005.  Any  joint  committee  on  transportation  oversight 
inspector  general  whose  term  is  expiring  shall  be  eligible  for  reappointment.  The 
inspector  general  of  the  joint  committee  on  transportation  oversight  shall: 

(1)  Be  qualified  by  training  or  experience  in  transportation  policy,  management  of 
transportation  organizations,  accounting,  auditing,  financial  analysis,  law,  management 
analysis,  or  public  administration; 

(2)  Report  to  and  be  under  the  general  supervision  of  the  joint  committee.  The 
joint  committee  on  transportation  oversight  shall  by  a  majority  vote,  direct  the  inspector 
general  to  perform  specific  investigations,  reviews,  audits,  or  other  studies  of  the  state 
department  of  transportation,  in  which  instance  the  director  shall  report  the  findings  and 
recommendations  directly  to  the  joint  committee  on  transportation  oversight.  All 
investigations,  reviews,  audits,  or  other  studies  performed  by  the  director  shall  be 
conducted  so  that  the  general  assembly  can  procure  information  to  assist  it  in  formulating 
transportation  legislation  and  policy  for  this  state; 

(3)  Receive  and  process  citizen  complaints  relating  to  transportation  issues.  The 
inspector  general  shall,  when  necessary,  submit  a  written  complaint  report  to  the  joint 
committee  on  transportation  oversight  and  the  highways  and  transportation  commission. 
The  complaint  report  shall  contain  the  date,  time,  nature  of  the  complaint,  and  any 
immediate  facts  and  circumstances  surrounding  the  initial  report  of  the  complaint.  The 
inspector  general  shall  investigate  a  citizen  complaint  if  he  or  she  is  directed  to  do  so  by  a 
majority  of  the  joint  committee  on  transportation  oversight; 

(4)  Investigate  complaints  from  current  and  former  employees  of  the  department 
of  transportation  if  the  inspector  general  receives  information  from  an  employee  which 
shows: 

(a)  The  department  is  violating  a  law,  rule,  or  regulation; 

(b)  Gross  mismanagement  by  department  officers; 

(c)  Waste  of  funds  by  the  department; 

(d)  That  the  department  is  engaging  in  activities  which  pose  a  danger  to  public 
health  and  safety; 

(5)  Maintain  confidentiality  with  respect  to  all  matters  and  the  identities  of  the 
complainants  or  witnesses  coming  before  the  inspector  general  except  insofar  as 
disclosures  may  be  necessary  to  enable  the  inspector  general  to  carry  out  duties  and  to 
support  recommendations; 

(6)  Maintain  records  of  all  investigations  conducted,  including  any  record  or 
document  or  thing,  any  summary,  writing,  complaint,  data  of  any  kind,  tape  or  video 
recordings,  electronic  transmissions,  e-mail,  or  other  paper  or  electronic  documents, 
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records,  reports,  digital  recordings,  photographs,  software  programs  and  software, 
expense  accounts,  phone  logs,  diaries,  travel  logs,  or  other  things,  including  originals  or 
copies  of  any  of  the  above.  Records  of  investigations  by  the  inspector  general  shall  be  an 
"investigative  report"  of  law  enforcement  agency  pursuant  to  the  provisions  of  section 
610.100,  RSMo.  As  provided  in  such  section,  such  records  shall  be  a  closed  record  until 
the  investigation  becomes  inactive.  If  the  inspector  general  refers  a  violation  of  law  to  the 
appropriate  prosecuting  attorney  or  the  attorney  general,  such  records  shall  be  transmitted 
with  the  referral.  If  the  inspector  general  finds  no  violation  of  law  or  determines  not  to 
refer  the  subject  of  the  investigation  to  the  appropriate  prosecuting  attorney  or  the 
attorney  general  regarding  matters  referred  to  the  appropriate  prosecuting  attorney  or  the 
attorney  general  and  the  statute  of  limitations  expires  without  any  action  being  filed,  the 
record  shall  remain  closed.  As  provided  in  section  610.100,  RSMo,  any  person  may  bring 
an  action  pursuant  to  this  section  in  the  circuit  court  having  jurisdiction  to  authorize 
disclosure  of  information  in  the  records  of  the  inspector  general  which  would  otherwise 
be  closed  pursuant  to  this  section.  Any  disclosure  of  records  by  the  inspector  general  in 
violation  of  this  section  shall  be  grounds  for  a  suit  brought  by  any  individual,  person,  or 
corporation  to  recover  damages,  and  upon  award  to  the  plaintiff  reasonable  attorney's 
fees. 

3.  The  department  of  transportation  shall  submit  a  written  report  prior  to 
November  tenth  of  each  year  to  the  governor,  lieutenant  governor,  and  every  member  of 
the  senate  and  house  of  representatives.  The  report  shall  be  posted  to  the  department's 
Internet  website  so  that  general  assembly  members  may  elect  to  access  a  copy  of  the 
report  electronically.  The  written  report  shall  contain  the  following: 

(1)  A  comprehensive  financial  report  of  all  funds  for  the  preceding  state  fiscal 
year  which  shall  include  a  report  by  independent  certified  public  accountants,  selected  by 
the  commissioner  of  the  office  of  administration,  attesting  that  the  financial  statements 
present  fairly  the  financial  position  of  the  department  in  conformity  with  generally 
accepted  government  accounting  principles.  This  report  shall  include  amounts  of: 

(a)  State  revenues  by  sources,  including  all  new  state  revenue  derived  from 
highway  users  which  results  from  action  of  the  general  assembly  or  voter-approved 
measures  taken  after  August  28,  2003,  and  projects  funded  in  whole  or  in  part  from  such 
new  state  revenue,  and  amounts  of  federal  revenues  by  source; 

(b)  Any  other  revenues  available  to  the  department  by  source; 

(c)  Funds  appropriated,  the  amount  the  department  has  budgeted  and  expended  for 
the  following:  contracts,  right-of-way  purchases,  preliminary  and  construction 
engineering,  maintenance  operations  and  administration; 

(d)  Total  state  and  federal  revenue  compared  to  the  revenue  estimate  in  the 
fifteen-year  highway  plan  as  adopted  in  1992. 
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All  expenditures  made  by,  or  on  behalf  of,  the  department  for  personal  services  including 
fringe  benefits,  all  categories  of  expense  and  equipment,  real  estate  and  capital 
improvements  shall  be  assigned  to  the  categories  listed  in  this  subdivision  in  conformity 
with  generally  accepted  government  accounting  principles; 

(2)  A  detailed  explanation  of  the  methods  or  criteria  employed  to  select 
construction  projects,  including  a  listing  of  any  new  or  reprioritized  projects  not 
mentioned  in  a  previous  report,  and  an  explanation  as  to  how  the  new  or  reprioritized 
projects  meet  the  selection  methods  or  criteria; 

(3)  The  proposed  allocation  and  expenditure  of  moneys  and  the  proposed  work 
plan  for  the  current  fiscal  year,  at  least  the  next  four  years,  and  for  any  period  of  time 
expressed  in  any  public  transportation  plan  approved  by  either  the  general  assembly  or  by 
the  voters  of  Missouri.  This  proposed  allocation  and  expenditure  of  moneys  shall  include 
the  amounts  of  proposed  allocation  and  expenditure  of  moneys  in  each  of  the  categories 
listed  in  subdivision  (1)  of  this  subsection; 

(4)  The  amounts  which  were  planned,  estimated  and  expended  for  projects  in  the 
state  highway  and  bridge  construction  program  or  any  other  projects  relating  to  other 
modes  of  transportation  in  the  preceding  state  fiscal  year  and  amounts  which  have  been 
planned,  estimated  or  expended  by  project  for  construction  work  in  progress; 

(5)  The  current  status  as  to  completion,  by  project,  of  the  fifteen-year  road  and 
bridge  program  adopted  in  1992.  The  first  written  report  submitted  pursuant  to  this 
section  shall  include  the  original  cost  estimate,  updated  estimate  and  final  completed  cost 
by  project.  Each  written  report  submitted  thereafter  shall  include  the  cost  estimate  at  the 
time  the  project  was  placed  on  the  most  recent  five-year  highway  and  bridge  construction 
plan  and  the  final  completed  cost  by  project; 

(6)  The  reasons  for  cost  increases  or  decreases  exceeding  five  million  dollars  or 
ten  percent  relative  to  cost  estimates  and  final  completed  costs  for  projects  in  the  state 
highway  and  bridge  construction  program  or  any  other  projects  relating  to  other  modes  of 
transportation  completed  in  the  preceding  state  fiscal  year.  Cost  increases  or  decreases 
shall  be  determined  by  comparing  the  cost  estimate  at  the  time  the  project  was  placed  on 
the  most  recent  five-year  highway  and  bridge  construction  plan  and  the  final  completed 
cost  by  project.  The  reasons  shall  include  the  amounts  resulting  from  inflation, 
department-wide  design  changes,  changes  in  project  scope,  federal  mandates,  or  other 
factors; 

(7)  Specific  recommendations  for  any  statutory  or  regulatory  changes  necessary 
for  the  efficient  and  effective  operation  of  the  department; 

(8)  An  accounting  of  the  total  amount  of  state,  federal  and  earmarked  federal 
highway  funds  expended  in  each  district  of  the  department  of  transportation;  and 


4 


(9)  Any  further  information  specifically  requested  by  the  joint  committee  on 
transportation  oversight. 

4.  Prior  to  December  first  of  each  year,  the  committee  shall  hold  an  annual 
meeting  and  call  before  its  members,  officials  or  employees  of  the  state  highways  and 
transportation  commission  or  department  of  transportation,  as  determined  by  the 
committee,  for  the  sole  purpose  of  receiving  and  examining  the  report  required  pursuant 
to  subsection  3  of  this  section.  The  joint  committee  may  also  call  before  its  members  at 
the  annual  meeting,  the  inspector  general  of  the  joint  committee  on  transportation 
oversight  for  purposes  authorized  in  this  section.  The  committee  shall  not  have  the  power 
to  modify  projects  or  priorities  of  the  state  highways  and  transportation  commission  or 
department  of  transportation.  The  committee  may  make  recommendations  to  the  state 
highways  and  transportation  commission  or  the  department  of  transportation.  Disposition 
of  those  recommendations  shall  be  reported  by  the  commission  or  the  department  to  the 
joint  committee  on  transportation  oversight. 

5.  In  addition  to  the  annual  meeting  required  by  subsection  4  of  this  section,  the 
committee  shall  meet  two  times  each  year.  The  co-chairs  of  the  committee  shall  establish 
an  agenda  for  each  meeting  that  may  include,  but  not  be  limited  to,  the  following  items  to 
be  discussed  with  the  committee  members  throughout  the  year  during  the  scheduled 
meeting: 

(1)  Presentation  of  a  prioritized  plan  for  all  modes  of  transportation; 

(2)  Discussion  of  department  efficiencies  and  expenditure  of  cost-savings  within 
the  department; 

(3)  Presentation  of  a  status  report  on  department  of  transportation  revenues  and 
expenditures,  including  a  detailed  summary  of  projects  funded  by  new  state  revenue  as 
provided  in  paragraph  (a)  of  subdivision  (1)  of  subsection  3  of  this  section; 

(4)  Review  of  any  report  from  the  joint  committee  inspector  general;  and 

(5)  Implementation  of  any  actions  as  may  be  deemed  necessary  by  the  committee 
as  authorized  by  law. 

The  co-chairs  of  the  committee  may  call  special  meetings  of  the  committee  with  ten  days' 
notice  to  the  members  of  the  committee,  the  director  of  the  department  of  transportation, 
and  the  department  of  transportation. 

6.  The  committee  shall  submit  records  of  its  meetings  to  the  secretary  of  the 
senate  and  the  chief  clerk  of  the  house  of  representatives  in  accordance  with  sections 
610.020  and  610.023,  RSMo. 

(L.  1998  H.B.  1681  &  1342  merged  with  S.B.  883,  L.  2003  HB  668) 
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The  information  in  this  section  is  in  accordance  with  the  following  section  of  the 
reporting  statute.  "3.  The  department  of  transportation  shall  submit  a  written 
report  prior  to  November  tenth  of  each  year  to  the  governor,  lieutenant  governor, 
and  every  member  of  the  senate  and  house  of  representatives.  The  report  shall  be 
posted  to  the  department' s  Internet  website  so  that  general  assembly  members 
may  elect  to  access  a  copy  of  the  report  electronically.  The  written  report  shall 
contain  the  following: 

(1)  A  comprehensive  financial  report  of  all  finds  for  the  preceding  state  fiscal 
year  which  shall  include  a  report  by  independent  certified  public  accountants, 
selected  by  the  commissioner  of  the  office  of  administration,  attesting  that  the 
financial  statements  present  fairly  the  financial  position  of  the  department  in 
conformity  with  generally  accepted  government  accounting  principles.  This 
report  shall  include  amounts  of: 

(a)  State  revenues  by  sources,  including  all  new  state  revenue  derived  from 
highway  users  which  results  from  action  of  the  general  assembly  or  voter- 
approved  measures  taken  after  August  28,  2003,  and  projects  funded  in  whole  or 
in  part  from  such  new  state  revenue,  and  amounts  of  federal  revenues  by  source; 

(b)  Any  other  revenues  available  to  the  department  by  source; 

(c)  Funds  appropriated,  the  amount  the  department  has  budgeted  and  expended 
for  the  following:  contracts,  right-of-way  purchases,  preliminary  and  construction 
engineering,  maintenance  operations  and  administration; 

(d)  Total  state  and  federal  revenue  compared  to  the  revenue  estimate  in  the 
fifteen-year  highway  plan  as  adopted  in  1992.  All  expenditures  made  by,  or  on 
behalf  of,  the  department  for  personal  services  including  fringe  benefits,  all 
categories  of  expense  and  equipment,  real  estate  and  capital  improvements  shall 
be  assigned  to  the  categories  listed  in  this  subdivision  in  conformity  with 
generally  accepted  government  accounting  principles;  ..."  Section  21.795.3(1), 
RSMo  Supp.  2002  (L.  2003  TAFP  HB  668). 

As  part  of  the  annual  report  legislation,  MoDOT  is  required  to  have  its  financial  data  audited  by 
independent  certified  public  accountants.  MoDOT  retained  BKD,  LLP,  who  audited  the 
department's  financial  statements  for  the  fiscal  year  ended  June  30,  2009. 

The  audit  encompasses  the  financial  operations  of  the  $2.65  billion  dollar  agency.  The  agency  is 
responsible  for  building  and  maintaining  the  33,676-mile  state  highway  system,  as  well  as  for 
planning  and  distributing  funds  for  the  state's  aviation,  waterways,  railroads  and  transit  needs. 
MoDOT  has  facilities  in  every  county  in  the  state  and  has  over  6,400  employees  providing 
services  to  the  citizens  of  Missouri. 

As  with  last  year's  report,  the  fiscal  year  2009  auditor's  report  contains  the  unqualified  opinion 
of  the  auditors  that  the  combined  financial  statements  present  fairly,  in  all  material  respects,  the 
financial  position  of  the  department  and  the  results  of  its  operations  and  cash  flows,  in 
conformity  with  accounting  principles  generally  accepted  in  the  United  States. 
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September  30,  2009 


The  Honorable  Jay  Nixon,  Governor 
Members  of  the  Missouri  Legislature 

Members  of  the  Missouri  Highways  and  Transportation  Commission 
Citizens  of  the  State  of  Missouri 


The  Missouri  Department  of  Transportation  (MoDOT  or  the  Department)  is  pleased  to  submit  the  Comprehensive  Annual 
Financial  Report  (CAFR)  of  the  Department  for  the  fiscal  year  ended  June  30,  2009. 

Revised  Statutes  of  Missouri,  Section  21.795,  require  the  Department,  an  agency  of  the  State  of  Missouri,  to  have  an 
annual  financial  report  audit  performed  by  independent  certified  public  accountants.  In  fulfillment  of  this  requirement,  as 
well  as  bond  requirements,  the  Department  prepared  this  CAFR  and  contracted  with  the  independent  auditing  firm  of 
BKD,  LLP  to  audit  the  financial  statements. 

The  objective  of  the  independent  audit  is  to  provide  a  reasonable  assurance  the  financial  statements  are  free  from 
material  misstatement.  The  independent  audit  involved  examining,  on  a  test  basis,  evidence  supporting  the  amounts  and 
disclosures  in  the  financial  statements,  assessing  the  accounting  principles  used  and  significant  estimates  made  by 
management,  and  evaluating  the  overall  financial  statement  presentation.  The  independent  auditors  concluded,  based 
upon  the  audit,  that  there  was  a  reasonable  basis  for  rendering  an  unqualified  opinion  and  that  the  Department's  financial 
statements  for  the  fiscal  year  ended  June  30,  2009,  are  fairly  presented,  in  all  material  respects,  in  conformity  with 
accounting  principles  generally  accepted  in  the  United  States  of  America  (GAAP).  Their  report  is  presented  as  the  first 
component  in  the  financial  section  of  this  report. 

GAAP  requires  management  provide  a  narrative  introduction,  overview,  and  analysis  to  accompany  the  basic  financial 
statements  in  the  form  of  Management's  Discussion  and  Analysis.  This  letter  of  transmittal  is  designed  to  complement 
Management's  Discussion  and  Analysis,  which  can  be  found  immediately  following  the  report  of  the  independent  auditors, 
and  should  be  read  in  conjunction  with  it. 

The  CAFR  includes  all  funds  from  which  MoDOT  spends,  with  only  MoDOT  appropriations  reported  for  the  Missouri 
General  Fund.  These  funds  are  used  to  record  the  financial  activities  of  the  Department.  Responsibility  for  both  the 
accuracy  of  the  data  and  the  completeness  and  fairness  of  the  presentation,  including  all  disclosures,  rests  with  the 
Department. 

To  provide  a  reasonable  basis  for  making  these  representations,  the  Department  has  established  a  comprehensive 
internal  control  framework  designed  to  protect  the  Department's  assets  from  loss,  theft,  or  misuse  and  to  compile  reliable 
information  for  the  preparation  of  the  financial  statements  in  conformity  with  GAAP.  The  Department's  internal  control 
includes  both  automated  controls,  which  are  an  integral  component  of  the  financial  accounting  system,  and 
comprehensive  policies  and  procedures.  In  addition,  the  Department's  Audits  and  Investigations  Unit  is  an  independent 
audit  unit  that  performs  operational  audits  of  the  various  districts,  divisions,  and  units  of  the  Department. 

Because  the  cost  of  internal  controls  should  not  outweigh  their  benefits,  the  Department's  comprehensive  framework  of 
internal  control  has  been  designed  to  provide  reasonable  rather  than  absolute  assurance  that  the  financial  statements  are 
free  from  material  misstatements. 


Our  mission  is  to  provide  a  world-class  transportation  experience  that  delights  our  customers  and  promotes  a  prosperous  Missouri. 


Introductory  Section 
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The  Honorable  Jay  Nixon,  Governor 
Members  of  the  Missouri  Legislature 

Members  of  the  Missouri  Highways  and  Transportation  Commission 
Citizens  of  the  State  of  Missouri 


To  the  best  of  our  knowledge  and  belief,  this  financial  report  is  complete  and  reliable  in  all  material  respects  and  is 
reported  in  a  manner  designed  to  present  fairly  the  financial  position  and  results  of  operations  of  the  various  funds.  All 
disclosures  necessary  to  enable  the  reader  to  gain  an  understanding  of  the  Department's  financial  activities  have  been 
included. 

Profile  of  the  Department 

MoDOT  works  to  provide  a  world-class  transportation  experience  that  delights  our  customers  and  promotes  a  prosperous 
Missouri.  The  Department  is  responsible  for  designing,  building,  operating,  and  maintaining  Missouri's  transportation 
system  -  the  seventh  largest  in  the  United  States  with  more  than  33,000  miles  of  highway  and  10,000  bridges.  The 
Department  also  works  to  improve  airports,  river  ports,  railroads,  public  transit  systems,  and  pedestrian  and  bicycle  travel. 

In  1979  voters  of  the  State  passed  a  constitutional  amendment  merging  the  State  Highway  Department  with  the 
Department  of  Transportation,  becoming  the  Missouri  Highways  and  Transportation  Department.  In  1996  the  Missouri 
Highways  and  Transportation  Department  became  the  Missouri  Department  of  Transportation  by  legislative  action.  The 
Missouri  Highways  and  Transportation  Commission  (MHTC  or  Commission),  a  six-member  bipartisan  board,  governs  the 
Department.  Commission  members  are  appointed  by  the  governor  and  are  confirmed  by  the  Missouri  Senate.  No  more 
than  three  commission  members  may  be  of  the  same  political  party.  The  Commission  appoints  MoDOT's  director. 

The  Commission  is  responsible  for  the  annual  update  of  the  Department's  five-year  Statewide  Transportation 
Improvement  Program  (STIP)  and  awards  contracts  each  month  for  highway  projects.  The  Commission  has  authority  to 
issue  state  road  bonds  secured  by  highway  revenue. 

As  shown  on  the  organizational  chart  following  this  letter,  the  Department  is  organized  in  three  operating  wheels. 

•  The  System  Delivery  Wheel  includes  Program  Delivery,  System  Management,  Multimodal  Operations,  and 
MoDOT's  ten  districts.  This  wheel  is  responsible  for  design  and  construction  of  new  highways  and  facilities; 
external  civil  rights;  the  five-year  STIP;  maintenance  and  safety  of  the  existing  highway  system;  motor  vehicle 
regulations  including  registration  and  other  licenses,  taxes,  and  fees;  and  all  other  modes  of  transportation. 

•  The  Organizational  Support  Wheel  is  responsible  for  community  relations,  governmental  relations,  legal  counsel, 
audits  and  investigations,  and  the  overall  results  of  the  organization  to  ensure  the  Department  is  accountable  to 
taxpayers. 

•  The  System  Facilitation  Wheel  provides  support  to  the  Department's  districts,  divisions,  and  units,  including 
personnel,  workforce  diversity,  budget  and  finance,  accounting,  general  services,  risk  management  and  employee 
benefits,  and  information  systems. 


Budgetary  Controls 

The  Commission  approves  the  appropriation  request  submitted  to  the  State  Legislature  for  all  governmental  funds 
reported  by  MoDOT.  The  request  is  developed  with  input  from  the  districts  and  central  office  divisions  and  units.  The 
legal  authority  of  the  State  Road  Fund  budget  and  amendments  is  the  Commission.  The  legal  authority  for  all  other  funds 
rests  with  the  Legislature,  with  action  on  appropriation  requests  in  January  through  May  for  the  subsequent  year's 
appropriations. 

The  Department  relies  on  the  statewide  accounting  system  to  control  total  expenditures  by  appropriation,  utilizing  features 
in  the  system  to  ensure  budgetary  compliance.  Management  control  reports  are  used  to  monitor  spending  by  program, 
division,  or  appropriation. 
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The  Honorable  Jay  Nixon,  Governor 
Members  of  the  Missouri  Legislature 

Members  of  the  Missouri  Highways  and  Transportation  Commission 
Citizens  of  the  State  of  Missouri 


Missouri  Economy 

Overall  manufacturing  employment  in  the  state  continues  to  decline.  Missouri's  unemployment  rate  is  high  by  historical 
standards  and  has  been  increasing  throughout  most  of  2009.  Additionally,  Missouri's  unemployment  rate  tends  to  follow 
the  national  rate,  and  the  national  rate  is  expected  to  rise  above  10  percent.  Personal  income  in  Missouri  continues  to 
grow;  however,  adverse  broader  economic  conditions  have  slowed  its  growth. 

MoDOT  has  significantly  contributed  to  the  state  in  the  areas  of  job  creation,  personal  income  growth,  and  new  value 
added  to  the  economy.  An  analysis  of  the  2009-2013  STIP  estimates  that,  on  average,  each  year  the  plan  creates  8,434 
additional  jobs  paying  an  average  wage  of  $29,373  per  job,  $319.4  million  in  new  personal  income  annually,  and  $595.7 
million  in  new  value  added  to  the  economy  annually. 

However,  the  future  state  of  transportation  funding  is  uncertain.  Increased  corporate  average  fuel  economy  standards 
(CAFE)  and  rising  transportation  costs  have  a  combined  effect  of  lowering  gas  tax  collections.  The  Department's  state 
fuel  tax  receipts  for  fiscal  year  2009  fell  due  to  lower  vehicle  miles  traveled,  which  was  a  result  of  rising  transportation 
costs  and  adverse  economic  conditions.  Sales  tax  receipts  declined  sharply  due  to  tighter  credit  standards,  high 
unemployment,  lower  personal  income  growth,  and  weak  consumer  outlook. 

Federal  funds  are  also  uncertain.  On  August  10,  2005,  President  Bush  signed  the  Safe,  Accountable,  Flexible,  Efficient 
Transportation  Equity  Act:  a  Legacy  for  Users  (SAFETEA-LU),  a  multi-year  transportation  funding  bill.  This  national 
highway  act  expires  September  30,  2009  and  no  action  has  been  taken  to  approve  the  next  authorization  act.  Current 
discussions  include  a  possible  extension  of  the  current  highway  act  for  up  to  18  months.  In  September  2008,  Congress, 
working  in  conjunction  with  the  President,  transferred  over  $8.0  billion  of  federal  funds  from  the  General  Fund  to  the 
Federal  Highway  Trust  Fund  to  maintain  adequate  funding  to  the  states.  A  second  transfer  of  $7.0  billion  was  required  in 
August  2009  to  maintain  solvency. 

Construction 

As  of  December  2008,  more  than  83  percent  of  Missouri's  major  highway  system  roadways  are  in  good  or  better 
condition,  a  76  percent  improvement  in  the  last  four  years,  resulting  from  the  Department's  unprecedented  amount  of 
work.  As  of  June  2009,  customer  satisfaction  with  MoDOT  has  risen  to  85  percent  from  68  percent  in  2003,  of  which  24 
percent  are  very  satisfied  compared  to  5  percent  in  2003.  During  2009,  the  Department  awarded  492  new  contracts  for 
transportation  projects,  including  highway  and  bridge  projects  totaling  $1.4  billion.  This  compares  to  $915.2  million  and 
$1.1  billion  in  2008  and  2007,  respectively.  The  construction  programs  have  been  possible  due  to  Missouri  voters 
approving  Constitutional  Amendment  3  in  2004,  as  well  as  the  American  Recovery  and  Reinvestment  Act.  The 
amendment  provides  additional  revenue  by  directing  motor  vehicle  sales  and  use  taxes  that  formerly  were  deposited  in 
the  State's  General  Revenue  Fund  to  transportation.  The  revenues  are  used  to  repay  bonds  the  Department  has  issued. 
In  addition,  during  2009  the  Commission  issued  $142.7  million  in  federal  reimbursement  bonds,  compared  to  $526.8 
million  and  $800.0  million  in  state  revenue  bonds  in  2008  and  2007,  respectively,  to  fund  new  construction. 

During  2009,  the  Department  launched  the  Safe  and  Sound  Bridge  Improvement  Program,  which  will  replace  or 
rehabilitate  802  of  the  State's  worst  bridges.  A  design-build  contract  was  awarded  for  554  of  these  bridges.  The 
remaining  248  are  being  awarded  using  a  modified  design-bid-build  format.  There  were  110  projects  awarded  as  of  June 
30,  2009,  and  90  are  completed  and  reopened  to  traffic. 

The  President  signed  into  law  the  American  Recovery  and  Reinvestment  Act  (ARRA)  in  February  2009.  This  $787.0 
billion  act  is  intended  to  stimulate  the  economy  and  provide  jobs  to  the  American  public.  ARRA  provided  $48.0  billion  for 
transportation  projects,  with  $788.0  million  allocated  to  Missouri.  As  of  June  30,  2009,  the  Department  has  obligated 
$321 .0  million  of  the  $525.0  million  allocated  for  the  right  of  way  and  construction  program,  and  has  awarded  1 03  projects 
totaling  $208.5  million.  The  remaining  ARRA  funds  include  allocations  of  $151.0  million  for  multimodal  projects,  $19.0 
million  for  transportation  enhancements,  such  as  a  new  welcome  center,  and  $93.0  million  for  large  urban  areas. 


Introductory  Section 
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The  Honorable  Jay  Nixon,  Governor 
Members  of  the  Missouri  Legislature 

Members  of  the  Missouri  Highways  and  Transportation  Commission 
Citizens  of  the  State  of  Missouri 


Long-term  financial  planning 

The  Department's  2010  budget,  with  amendment  requests,  includes  approximately  $1.1  billion  in  bonds.  The 
Commission,  taking  advantage  of  historically  low  interest  rates,  has  approved  accelerating  bond  issuances  originally 
planned  for  201 1 .  Projections  beyond  the  2010  budget  do  not  include  any  bond  issuances. 

The  2010  -  2014  STIP,  approved  by  the  Commission  in  July,  includes  $1 .4  billion  for  highway  and  bridge  right  of  way  and 
construction  awards  in  201 0.  Beginning  in  201 1 ,  an  average  of  only  $524.5  million  is  available  each  year  for  right  of  way 
and  construction.  The  Department's  2011  appropriations  request  approved  by  the  Commission  reflects  decreased  total 
expenditures  of  $245.4  million  compared  to  the  current  2010  budget. 

Recognizing  the  impact  of  transportation  on  Missourians'  quality  of  life,  the  Department  has  developed  a  plan  of  action  - 
A  Conversation  for  Moving  Missouri  Forward.  The  initiative  identifies  transportation  options  needed  to  make  Missouri 
roads  safer,  create  jobs,  and  improve  the  quality  of  life  in  Missouri.  MoDOT  has  taken  the  first  step  in  identifying  the 
State's  most  critical  transportation  needs.  Officials  are  meeting  with  community  leaders  and  citizens  throughout  the  State 
to  address  top  priorities  and  having  A  Conversation  for  Moving  Missouri  Forward. 

Other  Information 

The  Department  is  required  to  undergo  an  annual  Single  Audit  in  accordance  with  the  provisions  of  the  Single  Audit  Act 
Amendments  of  1996  and  the  U.S.  Office  of  Management  and  Budget  Circular  A-133,  "Audits  of  States,  Local 
Governments,  and  Non-Profit  Organizations."  The  Department's  information  will  be  included  in  the  State  of  Missouri's 
Single  Audit  for  the  fiscal  year  ended  June  30,  2009. 
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Independent  Accountants'  Report  on  Financial  Statements 
and  Supplementary  Information 


Missouri  Highways  and  Transportation  Commission 
Missouri  Department  of  Transportation 
Jefferson  City,  Missouri 

We  have  audited  the  accompanying  financial  statements  of  the  governmental  activities,  each  major  fund 
and  the  aggregate  remaining  fund  information  of  the  Missouri  Department  of  Transportation 
(Department)  as  of  and  for  the  years  ended  June  30,  2009  and  2008,  which  collectively  comprise  the 
Department's  basic  financial  statements  as  listed  in  the  table  of  contents.  These  financial  statements  are 
the  responsibility  of  the  Department's  management.  Our  responsibility  is  to  express  opinions  on  these 
financial  statements  based  on  our  audit. 

We  conducted  our  audits  in  accordance  with  auditing  standards  generally  accepted  in  the  United  States  of 
America  and  the  standards  applicable  to  financial  audits  contained  in  Government  Auditing  Standards, 
issued  by  the  Comptroller  General  of  the  United  States.  Those  standards  require  that  we  plan  and  perform 
the  audits  to  obtain  reasonable  assurance  about  whether  the  financial  statements  are  free  of  material 
misstatement.  An  audit  includes  examining,  on  a  test  basis,  evidence  supporting  the  amounts  and 
disclosures  in  the  financial  statements.  An  audit  also  includes  assessing  the  accounting  principles  used 
and  significant  estimates  made  by  management,  as  well  as  evaluating  the  overall  financial  statement 
presentation.  We  believe  that  our  audits  provide  a  reasonable  basis  for  our  opinions. 

As  discussed  in  Note  ],  the  financial  statements  of  the  Missouri  Department  of  Transportation  are 
intended  to  present  the  financial  position,  the  changes  in  financial  position  and  cash  flows,  where 
applicable,  of  only  that  portion  of  the  governmental  activities,  each  major  fund  and  the  aggregate 
remaining  fund  information  of  the  State  of  Missouri  that  is  attributable  to  the  transactions  of  the 
Department.  They  do  not  purport  to,  and  do  not,  present  fairly  the  financial  position  of  the  State  of 
Missouri  as  of  June  30,  2009  and  2008,  and  the  changes  in  its  financial  position  and  cash  flows,  where 
applicable  for  the  years  then  ended  in  conformity  with  accounting  principles  generally  accepted  in  the 
United  States  of  America. 

In  our  opinion,  the  financial  statements  referred  to  above  present  fairly,  in  all  material  respects,  the 
respective  financial  position  of  the  governmental  activities,  each  major  fund,  and  the  aggregate  remaining 
fund  information  of  the  Missouri  Department  of  Transportation  as  of  June  30,  2009  and  2008,  and  the 
respective  changes  in  financial  position  and  cash  flows,  where  applicable,  thereof  for  the  years  then  ended 
in  conformity  with  accounting  principles  generally  accepted  in  the  United  States  of  America. 
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In  accordance  with  Government  Auditing  Standards,  we  have  also  issued  our  report  dated  September  24. 
2009  on  our  consideration  of  the  Department's  interna)  control  over  financial  reporting  and  our  tests  of  its 
compliance  with  certain  provisions  of  laws,  regulations,  contracts  and  grant  agreements  and  other  matters. 
The  purpose  of  that  report  is  to  describe  the  scope  of  our  testing  of  internal  control  over  financial 
reporting  and  compliance  and  the  results  of  that  testing,  and  not  to  provide  an  opinion  on  the  internal 
control  over  financial  reporting  or  on  compliance.  That  report  is  an  integral  part  of  an  audit  performed  in 
accordance  with  Government  Auditing  Standards  and  should  be  considered  in  assessing  the  results  of  our 
audit. 

The  accompanying  management's  discussion  and  analysis,  budgetary  information  and  schedule  of 
funding  progress  as  listed  in  the  table  of  contents  are  not  a  required  part  of  the  basic  financial  statements 
but  are  supplementary  information  required  by  the  Governmental  Accounting  Standards  Board.  We  have 
applied  certain  limited  procedures,  which  consisted  principally  of  inquiries  of  management  regarding  the 
methods  of  measurement  and  presentation  of  the  required  supplementary  information.  However,  we  did 
not  audit  the  information  and  express  no  opinion  on  it. 

Our  audits  were  conducted  for  the  purpose  of  forming  opinions  on  the  financial  statements  that 
collectively  comprise  the  Department's  basic  financial  statements.  The  accompanying  supplementary 
information  as  listed  in  the  table  of  contents  is  presented  for  purposes  of  additional  analysis  and  is  not  a 
required  part  of  the  basic  financial  statements.  Such  information  has  been  subjected  to  the  auditing 
procedures  applied  in  the  audits  of  the  basic  financial  statements  and,  in  our  opinion,  is  fairly  stated,  in  all 
material  respects,  in  relation  to  the  basic  financial  statement  taken  as  a  whole. 


September  24,  2009 
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Management's  Discussion  and  Analysis 

The  following  section  of  our  annual  financial  report  presents  our  discussion  and  analysis  of  the  Department's  (or  MoDOT's)  financial 
performance  during  the  year.  It  is  intended  to  assist  you  in  understanding  how  the  various  statements  relate  to  each  other  and  provide 
an  objective  and  easily  readable  analysis  of  the  Department's  financial  activities  based  on  currently  known  facts,  decisions,  and 
conditions.  We  encourage  readers  to  consider  the  information  presented  here  in  conjunction  with  the  letter  of  transmittal  included  in  the 
introductory  section  and  information  presented  in  the  Department's  financial  statements  and  notes,  which  follow  this  section. 


FINANCIAL  HIGHLIGHTS 


Government-wide  Highlights 

•  The  net  assets  of  the  Department  at  the  close  of  the  fiscal  year  were  $25.1  billion,  compared  to  $25.0  billion  at  2008.  Of  this 
amount,  $0.6  billion  represents  the  amount  available  for  highways  and  transportation  uses,  compared  to  $1.0  billion  in  2008. 
This  represents  a  40.0  percent  decrease  in  the  amount  available  for  highways  and  transportation  uses  from  2008  compared  to 
a  37.4  percent  increase  in  2008  from  2007. 

•  The  Department's  capital  assets  totaled  $26.9  billion  and  $26.4  billion  for  fiscal  year  2009  and  2008,  respectively.  This 
represents  a  2.1  percent  increase  compared  to  a  1.5  percent  increase  in  2008  from  2007.  Capital  assets  comprise  96.1 
percent  of  the  total  noncurrent  assets  at  June  30,  2009  and  2008,  respectively.  The  Department's  investment  in  capital  assets, 
net  of  related  debt,  is  $24.5  billion  compared  to  $23.9  billion  in  2008. 

•  Non-current  liabilities  of  the  Department  total  $2.5  billion  at  June  30,  2009  and  2008.  This  compares  to  an  increase  of  $513.0 
million  in  non-current  liabilities  in  2008  from  2007. 

Fund  Highlights 

•  As  of  the  close  of  the  fiscal  year,  the  Department's  governmental  funds  reported  combined  ending  fund  balances  of  $768.5 
million,  compared  to  $1.1  billion  in  2008,  a  30.1  percent  decrease  from  the  prior  fiscal  year.  This  is  primarily  due  to  increased 
capital  outlays  for  construction  expenditures  and  a  decrease  in  bond  proceeds. 

•  Approximately  81.9  percent  of  the  Department's  governmental  fund  balances,  or  $629.4  million,  are  available  for  spending  at 
the  Department's  discretion  in  accordance  with  the  purpose  of  the  funds,  compared  to  90.9  percent,  or  $1 .0  billion,  in  2008. 

The  remaining  fund  balances  are  reserved  for  specific  purposes.  The  total  reserved  fund  balance  is  $139.1  million,  as 
compared  to  $1 22.6  million  in  2008. 

•  The  proprietary  funds  reported  combined  net  assets  of  $15.2  million  at  the  close  of  the  fiscal  year,  an  increase  of  $4.0  million 
from  the  previous  year's  $11.2  million.  This  increase  is  primarily  the  result  of  a  planned  increase  in  self-insurance  premiums 
charged  to  the  governmental  funds.  Premiums  were  decreased  in  prior  years  to  utilize  available  balances  in  the  proprietary 
funds.  Restricted  investments  at  the  close  of  both  years  totaled  $0.3  million,  resulting  in  unrestricted  net  assets  of  $14.9  million 
and  $10.9  million  for  fiscal  years  2009  and  2008,  respectively. 
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OVERVIEW  OF  THE  FINANCIAL  STATEMENTS 


This  discussion  and  analysis  is  an  introduction  to  the  Department's  basic  financial  statements,  which  includes  three  components:  (1) 
government-wide  financial  statements,  (2)  fund  financial  statements,  and  (3)  notes  to  the  financial  statements.  This  section 
also  contains  required  supplementary  information  and  combining  financial  statements. 


Government-wide  Financial  Statements  (Reporting  the  Department  as  a  Whole) 


The  government-wide  financial  statements  are  designed  to  provide  readers  an  overall  picture  of  the  Department's  financial  position. 
The  statements  provide  both  current  and  noncurrent  information  about  the  Department's  financial  status,  which  assist  the  reader  in 
assessing  the  Department's  economic  condition  at  the  end  of  the  fiscal  year.  These  statements  are  prepared  using  the  economic 
resources  measurement  focus  and  the  accrual  basis  of  accounting,  which  are  similar  to  methods  followed  by  most  private-sector 
businesses.  These  statements  take  into  account  all  of  the  current  year's  revenues  and  expenses,  even  if  the  related  cash  has  not  been 
received  or  paid.  The  government-wide  financial  statements  include  two  statements:  the  Statements  of  Net  Assets  and  the  Statements 
of  Activities.  These  statements  take  a  much  longer  view  of  the  Department's  finances  than  do  the  fund-level  statements. 

•  The  Statements  of  Net  Assets  combine  and  consolidate  all  of  the  Department's  assets  and  liabilities,  except  fiduciary  funds, 
with  the  difference  between  the  two  reported  as  "net  assets".  This  includes  current  financial  resources,  capital  assets  and  long- 
term  obligations.  Over  time,  increases  or  decreases  in  the  net  assets  indicate  whether  the  Department's  financial  health  is 
improving  or  deteriorating,  respectively.  Fiduciary  fund  resources  are  not  reported,  as  they  are  not  available  to  support 
Department  programs. 

•  The  Statements  of  Activities  present  information  showing  how  the  Department's  net  assets  changed  during  the  fiscal  year.  The 
Department  reports  changes  in  net  assets  as  soon  as  the  event  giving  rise  to  the  change  occurs,  regardless  of  the  timing  of  the 
related  cash  flows.  Thus  revenues  and  expenses  are  reported  in  the  statements  for  some  items  that  will  result  in  cash  flows  in 
future  fiscal  periods  (e.g.,  uncollected  taxes  and  earned  but  unused  compensated  absences). 

The  Department's  basic  services  are  reported  as  governmental  activities,  including  administration,  fleet,  facilities,  and  information 
systems,  maintenance,  construction,  other  modal  systems,  and  other  activities.  Taxes,  fees,  and  federal  grants  finance  most  of  these 
activities. 

This  report  includes  two  schedules  that  reconcile  the  amounts  reported  on  the  governmental  fund  financial  statements  (prepared  using 
the  modified  accrual  basis  of  accounting  and  current  financial  resources  measurement  focus)  with  the  governmental  activities  on  the 
appropriate  government-wide  statements  (prepared  using  the  accrual  basis  of  accounting  and  economic  resources  measurement 
focus).  The  following  summarizes  the  impact  of  utilizing  Governmental  Accounting  Standards  Board  Statement  34  (GASB  34) 
reporting: 

•  Capital  assets  used  in  governmental  activities  are  not  reported  on  governmental  fund  statements. 

•  Other  long-term  assets  that  are  not  available  to  pay  for  current  period  expenditures  are  not  reported  on  governmental  fund 
statements. 


Internal  service  fund  activities  are  reported  as  governmental  activities  on  the  government-wide  statements,  but  reported 
separately  as  proprietary  funds  in  the  fund  financial  statements. 

Bond  issuance  costs  are  capitalized  and  amortized  to  expense  as  governmental  activities,  but  reported  as  expenditures  in  the 
governmental  fund  statements. 

Unless  currently  due  and  payable,  long-term  liabilities,  such  as  capital  lease  obligations,  compensated  absences,  and  others, 
appear  as  liabilities  only  on  the  government-wide  statements. 

Capital  outlay  spending  results  in  capital  assets  on  the  government-wide  statements,  but  are  reported  as  expenditures  on  the 
governmental  fund  statements. 

Bond,  note,  and  capital  lease  issuances  result  in  liabilities  on  the  government-wide  statements,  but  are  recorded  as  other 
financing  sources  on  the  governmental  fund  statements. 

Certain  other  outflows  represent  either  increases  or  decreases  in  liabilities  on  the  government-wide  statements,  but  are 
reported  as  expenditures  on  the  governmental  fund  statements. 
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Fund  Financial  Statements  (Reporting  the  Department's  Major  Funds) 

The  fund  financial  statements  provide  detailed  information  about  the  major  individual  funds.  A  fund  is  an  accounting  entity  with  a  self- 
balancing  set  of  accounts  the  Department  uses  to  keep  track  of  specific  sources  of  funding  and  spending  for  a  particular  purpose.  The 
Department,  like  other  state  and  local  governments,  uses  fund  accounting  to  ensure  and  demonstrate  compliance  with  finance-related 
legal  and  contractual  requirements.  All  of  the  funds  of  the  Department  can  be  divided  into  three  categories:  governmental  funds, 
proprietary  funds,  and  fiduciary  funds.  It  is  important  to  note  these  fund  categories  use  different  accounting  approaches  and  should  be 
interpreted  differently. 

•  Governmental  Funds  Most  of  the  basic  services  provided  by  the  Department  are  reported  in  governmental  funds.  Reporting 
focuses  on  how  financial  resources  flow  in  and  out  of  the  funds,  and  amounts  remaining  at  year-end  for  future  spending. 
Governmental  funds  are  accounted  for  using  the  modified  accrual  basis  of  accounting,  which  measures  cash  and  other  assets 
that  can  be  readily  converted  to  cash.  These  statements  provide  a  detailed  short-term  view  of  the  Department's  general 
governmental  operations  and  the  basic  services  it  provides.  This  information  should  help  determine  whether  there  are  more  or 
less  current  financial  resources  available  for  the  Department's  current  needs.  Because  the  focus  of  governmental  fund 
financial  statements  is  narrower  than  that  of  government-wide  financial  statements,  it  is  useful  to  compare  these  statements 
with  the  governmental  activities  information  presented  in  the  government-wide  financial  statements.  By  doing  so,  readers  may 
better  understand  the  long-term  impact  of  the  government's  short-term  financing  decisions.  Both  the  governmental  fund 
Balance  Sheets  and  the  governmental  fund  Statements  of  Revenues,  Expenditures,  and  Changes  in  Fund  Balances  provide  a 
reconciliation  to  facilitate  a  comparison  between  governmental  funds  and  governmental  activities  in  the  government-wide 
statements.  These  reconciliations  are  presented  on  the  page  immediately  following  the  governmental  fund  financial 
statements. 

The  Department  reports  four  major  governmental  funds,  compared  to  three  major  governmental  funds  in  2008.  Information  is 
presented  separately  in  the  governmental  funds  balance  sheets  and  the  governmental  funds  statements  of  revenues, 
expenditures,  and  changes  in  fund  balances  for  the  State  Highways  and  Transportation  Department  Fund  (Highway  Fund),  the 
State  Road  Fund  (Road  Fund),  the  State  Road  Bond  Fund,  and  the  Federal  Stimulus  Fund  (Stimulus).  The  Highway,  Road, 
and  Stimulus  funds  are  special  revenue  funds,  used  to  account  for  the  proceeds  of  specific  revenue  sources  that  are  legally 
restricted  to  expenditures  for  specified  purposes.  The  State  Road  Bond  Fund  is  a  debt  service  fund,  which  was  constitutionally 
established  to  receive  monies  from  the  state's  motor  vehicle  sales  tax  and  is  used  to  fund  the  repayment  of  bonds.  Data  from 
other  funds  are  combined  into  a  single,  aggregated  presentation  as  nonmajor  governmental  funds.  Examples  of  the  nonmajor 
funds  include  statutorily  established  funds  for  multimodal  activities.  Individual  fund  data  for  each  of  these  nonmajor 
governmental  funds  is  provided  within  combining  financial  statements  following  the  Notes  to  the  Financial  Statements. 

•  Proprietary  Funds  When  the  Department  charges  customers  for  some  of  the  services  it  provides,  whether  to  outside 
customers,  other  agencies  or  to  units  within  the  Department,  these  funds  are  reported  in  proprietary  funds.  These  funds  are 
used  to  show  activities  that  operate  more  like  those  found  in  the  private  sector  and  utilize  full  accrual  accounting,  like  the 
government-wide  statements. 

The  Department  has  two  internal  service  funds:  Missouri  Highways  and  Transportation  Commission's  (MHTC  or  Commission) 
Self-Insurance  Plan  and  the  Missouri  Department  of  Transportation  and  Missouri  State  Highway  Patrol  (MSHP)  Medical  and 
Life  Insurance  Plan.  Individual  data  for  each  of  these  funds  is  provided  within  the  combining  financial  statements  following  the 
Notes  to  the  Financial  Statements.  Internal  service  fund  activities  are  reported  as  governmental  activities  on  the  government- 
wide  statements  with  eliminations  made  to  remove  the  effect  of  the  interfund  activity. 

•  Fiduciary  Funds  Fiduciary  funds  are  used  to  account  for  resources  held  for  the  benefit  of  parties  outside  the  Department. 
These  funds  are  not  reflected  in  the  government-wide  financial  statements  because  the  resources  of  these  funds  are  not 
available  to  support  the  Department's  activities.  These  agency  funds  account  for  monies  held  on  behalf  of  various  political 
subdivisions  and  other  interested  parties. 

Notes  to  the  Financial  Statements 

The  Notes  to  the  Financial  Statements  provide  additional  information  that  is  essential  to  a  full  understanding  of  the  data  provided  in  the 
government-wide  and  fund  financial  statements.  The  notes  to  the  financial  statements,  which  discuss  particular  accounts  in  more 
detail,  can  be  found  immediately  following  the  fiduciary  funds  Statements  of  Assets  and  Liabilities. 
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Required  Supplementary  Information 

A  section  of  Required  Supplementary  Information  follows  the  Notes  to  the  Financial  Statements.  This  section  includes  budgetary 
comparisons  and  a  separate  reconciliation  between  the  fund  balances  for  budgetary  purposes  and  the  fund  balances  as  presented  for 
the  major  special  revenue  funds  in  the  governmental  fund  financial  statements.  The  Budgetary  Comparison  has  been  provided  for  the 
Department's  three  major  special  revenue  funds  to  demonstrate  compliance  with  this  budget.  The  legal  authority  for  approval  of  the 
Department's  budget  and  amendments  for  all  funds,  except  the  Road  Fund,  rests  with  the  State  Legislature.  The  authority  for  the  Road 
Fund  rests  with  the  Commission. 

Also  included  is  a  schedule  that  reports  information  about  the  funding  progress  of  the  MoDOT  and  MSHP  Medical  and  Life  Insurance 
Plan. 


Combining  Statements 

The  Combining  Statements  section  presents  statements  reporting  individual  and  total  columns  for  nonmajor  governmental  funds, 
proprietary  (internal  service)  funds,  and  fiduciary  (agency)  funds.  This  information  is  presented  only  in  summary  form  in  the  basic 
financial  statements. 


Budgetary  Comparison  Schedules  and  Reconciliations 

The  Budgetary  Comparison  Schedules  and  Reconciliations  section  includes  budgetary  comparisons  and  reconciliations  between  the 
fund  balances  for  budgetary  purposes  and  the  fund  balances  as  presented  for  the  major  debt  service  and  nonmajor  special  revenue 
funds  in  the  governmental  fund  financial  statements.  The  legal  authority  for  approval  of  these  budgets  and  amendments  rests  with  the 
State  Legislature. 


GOVERNMENT-WIDE  FINANCIAL  ANALYSIS 


Statements  of  Net  Assets 

As  noted  earlier,  net  assets  may  serve  over  time  as  a  useful  indicator  of  the  Department's  financial  health.  The  following  tables, 
graphs,  and  analyses  discuss  the  financial  position  and  changes  in  financial  position  for  the  Department  as  a  whole  as  of  and  for  the 
fiscal  years  ended  June  30,  2009,  2008  and  2007.  The  Department's  combined  net  assets  increased  $130.0  million  over  the  course  of 
this  fiscal  year's  operations,  an  increase  of  0.5  percent.  This  compares  to  an  increase  of  $202.0  million  in  2008  from  2007. 

The  following  table,  with  amounts  reported  in  millions,  reflects  the  condensed  financial  information  derived  from  the  Statements  of  Net 
Assets  as  of  June  30,  2009,  2008,  and  2007: 


Percent 
Change 
2007  2009-2008 

$  1,073  (22.4)% 
26,001  2.1 
27.074  (0.8) 


326  2.9 
1,943  3.7 
2.269  3.6 


24,016  2.1 


60  11.7 
729  (38.9) 
$24,805  0.5% 


2009  2008 

Assets 

Current  and  other  assets  $  1,097  $  1,413 

Capital  assets,  net  26,940  26,392 

Total  assets  28.037  27,805 

Liabilities 

Current  liabilities  352  342 

Noncurrent  liabilities  2,548  2,456 

Total  liabilities  2,900  2,798 

Net  Assets 

Investment  in  capital  assets  net  of  related  debt  24,458  23,945 
Restricted  (internal  service  fund  requirements, 
equipment  purchase  commitments, 

debt  service)  67  60 

Restricted  (highways  and  transportation  uses)  612  1 ,002 

Total  net  assets  $25,137  $25,007 
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The  total  assets  of  the  Department  were  $28.0  billion,  while  total  liabilities  were  $2.9  billion,  resulting  in  a  net  asset  balance  of  $25.1 
billion.  By  far,  the  largest  portion  of  the  Department's  net  assets,  $24.5  billion,  97.6  percent,  was  invested  in  capital  assets  (i.e.,  land, 
buildings,  equipment,  infrastructure,  and  other),  less  any  related  debt  outstanding  that  was  needed  to  acquire  or  construct  the  assets. 
The  Department  uses  capital  assets  to  provide  services  to  citizens;  consequently,  these  assets  are  not  available  for  future  spending. 
Although  the  Department's  investment  in  capital  assets  is  reported  net  of  related  debt,  it  should  be  noted  that  the  resources  needed  to 
repay  this  debt  must  be  provided  from  other  sources,  since  the  capital  assets  themselves  cannot  be  used  to  liquidate  the  liabilities. 

Total  assets  increased  $232.0  million  compared  to  a  $731.0  million  increase  in  2008  from  2007.  This  increase  is  predominantly  in  the 
noncurrent  assets  being  depreciated  as  a  result  of  the  Department's  infrastructure  construction  program.  Total  liabilities  increased 
$102.6  million  compared  to  a  $529.0  million  increase  in  2008  from  2007.  The  Department  issued  $142.7  million  of  bonds  in  2009  to 
finance  the  construction  program. 

Statements  of  Activities 

The  following  condensed  financial  information  was  derived  from  the  government-wide  Statements  of  Activities  and  reflects  how  the 
Department's  net  assets  changed  during  the  year,  compared  to  the  prior  year.  The  information,  for  the  fiscal  years  ended  June  30, 
2009,  2008,  and  2007,  is  reported  in  millions. 


Percent 
Change 


2009 

2008 

2007 

2009-20 

Revenues 

Program  revenues 

Charges  for  services 

$  479 

$  405 

$  352 

18.0°/ 

American  Recovery  and  Reinvestment  Act 

28 

100.0 

Operating  grants  and  contributions  -  federal 

government 

77 

62 

79 

25.8 

Capital  grants  and  contributions  -  federal 

government 

834 

908 

797 

(8.1) 

General  revenues 

Taxes 

734 

787 

793 

(6.6) 

Investment  earnings 

28 

52 

49 

(46.2) 

Miscellaneous 

15 

16 

14 

(6.3) 

Total  revenues 

2,195 

2,230 

2,084 

(1.8) 

Expenses 

Program  expenses 

Administration 

35 

34 

39 

2.9 

Fleet,  facilities  and  information  systems 

55 

57 

55 

(3.5) 

Maintenance 

424 

406 

379 

4.7 

Construction 

258 

241 

273 

7.1 

Multimodal  operations 

86 

74 

71 

16.2 

Interest  on  debt 

107 

102 

75 

3.9 

Other  state  agencies 

175 

178 

170 

(1.7) 

Self-insurance  (workers'  compensation  and 

liability) 

19 

32 

8 

(40.6) 

Medical  and  life  insurance 

90 

88 

102 

2.3 

Other  post-employment  benefits 

66 

70 

(5.7) 

Depreciation  on  assets 

750 

746 

850 

0.5 

Total  expenses 

2,065 

2,028 

2,022 

1.8 

Changes  in  net  assets 

130 

202 

62 

(35.6) 

Net  assets,  beginning  of  year 

25,007 

24,805 

24,743 

0.8 

Net  assets,  end  of  year 

$25,137 

$25,007 

$24,805 

0.5 
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Governmental  Activities 


The  following  chart  depicts  revenues  of  the  governmental  activities,  as  a  percent,  for  the  fiscal  years  ended  June  30,  2009  and  2008: 


2009  2008 

2%  3% 


□  Charges  for  services 

□  ARRA  -  federal 

□  Operating  grants  and  contributions  -  federal 

□  Capital  grants  and  contributions  -  federal 

■  Taxes 

■  Other 

Revenues  for  the  year  decreased  $35.0  million  as  a  result  of  decreases  in  taxes  and  federal  grants  compared  to  an  increase  of  $146.0 
million  in  2008  from  2007.  Federal  grants  decreased  $31.0  million  from  2008,  even  with  the  influx  of  $28.0  million  from  the  American 
Recovery  and  Reinvestment  Act  (ARRA).  The  following  three  revenue  sources  provided  $1.9  billion,  84.8  percent,  of  the  Department's 
revenues: 


•  Vehicle  licenses,  fees,  permits,  and  related  taxes,  $524.0  million 

•  Fuel  taxes,  $500.0  million 

•  Capital  grants,  $834.0  million 

In  2008,  these  same  revenue  sources  provided  $2.0  billion,  89.1  percent,  of  the  Department's  revenues. 

The  persistently  weakened  housing  and  credit  markets,  higher  fuel  and  food  prices,  and  slower  employment  negatively  impacted  the 
vehicle  licenses,  fees,  permits,  and  related  taxes.  All  of  these  factors  caused  consumers  to  restrain  spending  in  2009.  The  fuel  taxes 
also  decreased  due  to  restraints  on  consumer  spending.  Capital  grants  decreased  from  2008  due  to  a  decrease  in  the  amount 
received  in  federal  aid  during  the  state's  fiscal  year. 
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The  following  chart  depicts  expenses  of  the  governmental  activities  for  the  fiscal  years  ended  June  30,  2009  and  2008. 


2009 


2008 


36% 


12% 


□  Administration 


□  Fleet,  facilities  &  information  systems  □Maintenance 


□  Construction 


■  Multimodal  operations 


■  Medical  and  Self-Insurance 


□  Depreciation 


■  Interest  on  LTD 


■  Other  state  agencies 


Expenses  for  the  year  increased  1.8  percent.  The  most  significant  increases  are  the  construction  program,  $17.0  million,  and  the 
maintenance  program,  $19.0  million.  Bond  funds  were  available  for  system  improvements,  both  capital  and  non-capital  in  nature, 
increasing  construction  activities.  Maintenance  expenditures  were  impacted  by  increased  costs  associated  with  petroleum-based 
products  and  fuel. 

The  Department's  expenses  for  construction  and  maintenance  of  the  state's  highway  system  totaled  $683.0  million  and  $647.0  million 
in  2009  and  2008,  respectively.  This  represents  33.1  percent  and  31 .9  percent,  of  the  total  expenses  for  2009  and  2008,  respectively. 


As  previously  mentioned,  the  Department  uses  fund  accounting  to  ensure  and  demonstrate  compliance  with  budgetary  and  legal 
requirements.  The  following  is  a  brief  discussion  of  highlights  from  the  fund  financial  statements.  The  purpose  of  the  Department's 
governmental  funds  financial  statements  is  to  provide  information  on  near-term  inflows,  outflows,  and  balances  of  spendable  resources. 

Governmental  Funds 

At  the  end  of  the  fiscal  year,  the  fund  balances  of  the  governmental  funds  totaled  $768.5  million,  a  decrease  of  $357.9  million  from  the 
previous  year.  This  compares  to  an  increase  of  $325.7  million  in  2008  from  2007.  The  decrease  resulted  from  a  $44.8  million 
decrease  in  revenues,  a  $235.8  million  increase  in  expenditures,  and  a  decrease  of  $384.1  million  in  bond  proceeds.  Maintenance, 
construction,  and  capital  outlay  expenditures,  funded  by  2008  bond  proceeds,  account  for  $203.9  million  of  the  increased  expenditures 
from  2008.  The  Department  spent  approximately  $143.8  million  less  in  2008  than  in  2007  on  these  same  expenditures. 

State  Highways  and  Transportation  Department  Fund  (Highway  Fund):  This  fund  is  established  by  statute  to  receive  revenues  derived 
from  the  use  of  state  highways.  The  fund  pays  the  costs  incurred  to  collect  revenues  received.  As  shown  on  the  Balance  Sheets,  the 
fund  ended  the  fiscal  year  with  assets  of  $122.8  million,  liabilities  of  $11.6  million,  and  an  unreserved  fund  balance  of  $111.3  million. 
Amendment  3  included  not  only  a  change  in  revenue  allocation,  but  also  changed  the  Department's  expenditure  funding.  As  a  result  of 
Amendment  3,  the  Department's  expenditures,  with  the  exception  of  Motor  Carrier  Services  refunds,  are  paid  from  the  Road  Fund.  The 
Constitution  requires  the  balance  of  funds  remaining  after  other  state  agency  expenditures  be  transferred  to  the  Road  Fund. 
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As  shown  on  the  Statements  of  Revenues,  Expenditures,  and  Changes  in  Fund  Balances  of  the  governmental  funds,  the  Highway  Fund 
had  $732.0  million  in  revenues,  a  decrease  of  $26.9  million  from  2007.  In  2008,  revenues  were  $40.4  million  more  than  2007.  The 
2009  decrease  is  predominantly  the  result  of  reduced  taxes  and  investment  earnings  as  a  result  of  the  weakened  economy. 

State  Road  Fund  (Road  Fund):  The  Road  Fund  was  constitutionally  established  to  receive  monies  from  the  motor  vehicle  sales  tax,  the 
federal  government,  and  other  revenues.  This  is  the  primary  operating  fund  of  the  Department  and  pays  to  construct,  improve  and 
maintain  the  state  highway  system,  and  to  administer  the  Commission  and  the  Department.  The  fund  ended  the  year  with  assets  of 
$785.5  million;  a  decrease  of  $333.8  million  from  2008.  This  compares  to  an  increase  in  2008  of  $336.5  million  from  2007.  Liabilities 
totaled  $178.9  million,  an  increase  of  $29.1  million  from  2008;  and  fund  balances  totaled  $606.6  million,  a  decrease  of  $362.8  million 
from  2008  compared  to  an  increase  of  $335.2  million  in  2008  from  2007.  Reduced  taxes  and  investment  earnings  as  a  result  of  the 
weakened  economy  also  directly  impacted  the  Road  Fund.  Additionally,  revenues  from  the  federal  government  were  $74.2  million  less 
than  2008. 

State  Road  Bond  Fund  (Bond  Fund):  The  Bond  Fund  was  constitutionally  established  to  receive  monies  from  the  state's  motor  vehicle 
sales  tax.  Monies  are  used  to  fund  the  repayment  of  bonds  issued  by  the  Commission.  The  fund  was  established  in  fiscal  year  2006 
as  a  debt  service  fund.  At  the  end  of  this  fiscal  year,  total  assets  were  $27.1  million,  compared  to  $24.8  million  in  2008.  Despite  overall 
decreased  collections  by  the  state,  the  Bond  Fund's  share  of  sales  tax  revenue  increased  due  to  the  final  phase-in  of  Amendment  3 
distributions.  Expenditures  of  the  Bond  Fund  were  $87.4  million  in  2009  compared  to  $83.0  million  in  2008,  as  revenues  were  used  to 
repay  bonds.  As  reflected  in  the  budgetary  comparison  schedules  and  reconciliation  for  the  non-major  funds,  this  fund  was  also  directly 
impacted  by  the  weakened  economy.  As  a  result  of  the  State's  overall  reduction  in  vehicle  sales  tax  revenues,  a  greater  than  expected 
portion  of  Amendment  3  bond  payments  were  paid  from  the  Road  Fund. 

Federal  Stimulus  Fund  (Stimulus  Fund):  The  Stimulus  Fund  was  administratively  created  in  March  2009  to  receive  American  Recovery 
and  Reinvestment  Act  monies  as  reimbursement  for  specific  transportation-related  projects.  Funds  are  transferred  from  the  Stimulus 
Fund  to  the  fund  disbursing  the  transportation-related  project  expenditures.  The  2009  federal  receipts  totaled  $28.3  million. 

Proprietary  Funds 

The  Department's  internal  service  funds  consist  of  the  MHTC  Self-Insurance  Fund  (workers'  compensation,  fleet  liability,  and  general 
liability)  and  the  MoDOT  and  Missouri  State  Highway  Patrol  (MSHP)  Medical  and  Life  Insurance  Plan  (medical  and  life  insurance  fund). 
The  self-insurance  fund  receives  premiums  from  the  Department  for  fleet  and  general  liability  claims,  and  from  the  Department,  MSHP, 
and  MoDOT  and  Patrol  Employees'  Retirement  System  (MPERS)  for  workers'  compensation  claims.  The  Department,  MSHP,  MPERS, 
and  employees  of  those  agencies  pay  premiums  to  the  medical  and  life  insurance  fund. 

As  shown  on  the  Statements  of  Net  Assets  -  Proprietary  Funds,  the  total  assets  increased  $9.5  million  in  2009  compared  to  a  decrease 
of  $4.1  million  in  2008.  Total  current  liabilities  of  the  proprietary  funds  at  2009  were  $40.3  million,  an  increase  of  $4.9  million  from  2008. 
In  2008,  total  current  liabilities  of  the  proprietary  funds  increased  $2.3  million  from  2007.  In  2009,  both  pending  self-insurance  claims 
and  incurred  but  not  reported  claims  increased  a  total  of  $3.2  million  compared  to  a  $15.3  million  increase  in  2008  from  2007. 

Total  net  assets  of  the  internal  service  funds  increased  $4.0  million  at  the  end  of  the  current  fiscal  year  to  $15.2  million  compared  to  a 
decrease  of  $19.4  million  in  2008  from  2007.  Self-insurance  premiums  were  increased  in  2009  to  fund  the  plans  based  on  actuarial 
calculations.  In  2008,  a  $15.7  million  planned  reduction  in  self-insurance  premiums  contributed  to  the  reduction  in  net  assets. 

The  largest  operating  expenses  of  the  proprietary  funds,  medical  and  prescription  drug  benefits,  totaled  $95.7  million  compared  to 
$94.5  million  in  2008.  This  accounts  for  74.8  percent  of  the  total  operating  expenses,  compared  to  68.0  percent  in  2008.  This  $1.2 
million  increase  compares  to  a  $3.0  million  increase  in  2008  from  2007.  The  largest  fluctuations  from  fiscal  year  2009  were  in  self- 
insurance  fund  expenditures.  The  Department's  fleet  vehicle  and  general  liability  claims  decreased  to  $5.4  million  in  2009  from  $16.7 
million  in  2008.  The  cost  in  2007  was  $4.7  million.  These  claims  arise  from  allegations  of  injuries  or  damages  caused  by  the  alleged 
dangerous  condition  of  Department  property  when  the  Department  has  actual  or  constructive  knowledge  of  the  condition.  The  number 
of  claims  has  decreased  as  the  Department  focuses  on  promptly  mitigating  potential  dangerous  conditions. 
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Fiduciary  Funds 

The  Department's  agency  funds  are  used  to  account  for  monies  held  on  behalf  of  various  political  subdivisions  and  other  interested 
parties.  These  funds  act  as  clearing  accounts  and  thus  do  not  have  net  assets. 


SIGNIFICANT  EVENTS  FOR  THE  YEAR  ENDED  JUNE  30,  2009 

On  October  1,  2008,  the  Commission  authorized  the  issuance  of  up  to  $175.0  million  in  series  A  2008  federal  reimbursement  state  road 
bonds.  Proceeds  from  the  issuance  of  the  bonds  were  used  to  finance  construction  and  reconstruction  costs  of  the  state  highway 
system,  primarily  the  New  I-64  design  build  project.  In  November  2008,  the  Department  sold  $142.7  million  of  the  authorized  bonds. 
The  bonds  bear  interest  payable  semiannually,  from  3.00  to  5.00  percent  and  are  due  in  annual  installments  beginning  May  1,  2009. 
The  bonds  are  callable  by  the  Department,  subject  to  certain  provisions.  The  bonds  were  issued  with  ratings  of  Aa2,  AA,  and  AA-  from 
Moody's  Investors  Services,  Standard  and  Poor's  Ratings  Services,  and  Fitch  Inc.,  respectively.  As  federal  reimbursement  state  road 
bonds,  the  bonds  are  payable  from  and  secured  primarily  by  a  first  lien  on  federal  highway  reimbursement  revenues. 

The  New  I-64  project  and  the  kclCON  project  were  under  construction  in  fiscal  year  2009.  The  revised  design-build  facet  of  the  Safe 
and  Sound  Bridge  Improvement  Program  was  awarded  in  December  2008,  with  110  modified  design-bid-build  projects  under 
construction  in  fiscal  year  2009. 

Additional  federal  revenues  became  available  to  all  states  when  the  President  signed  ARRA  into  law.  MoDOT's  allocation  is  $788.0 
million.  As  of  June  30,  2009  the  Department  has  awarded  $208.5  million  and  spent  $28.3  million  on  ARRA  projects. 

In  August  2005,  the  Federal  Highway  Act  entitled  Safe  Accountable  Flexible  Efficient  Transportation  Equity  Act:  A  Legacy  for  Users 
(SAFETEA-LU)  was  passed  and  signed  into  law  by  the  President.  This  act  provides  federal  funding  through  September  30,  2009.  No 
action  has  been  taken  to  approve  the  next  authorization  act.  Current  discussions  include  a  possible  extension  of  the  existing  highway 
act  for  18  months. 

The  Department,  like  other  entities,  has  been  impacted  by  increased  costs  of  petroleum  products  utilized  in  daily  maintenance 
operations.  However,  construction  project  bid  amounts  and  subsequent  awards  have  been  at  less  than  programmed  amounts.  The 
Department  has  successfully  used  a  variety  of  innovations,  which  focus  on  getting  the  most  value  for  each  tax  dollar,  better,  faster  and 
cheaper  than  ever  before.  Innovations  include: 

•  practical  design,  governed  by  three  ground  rules  -  safety,  communication,  and  quality,  delivers  "good"  projects  everywhere, 
instead  of  "perfect"  projects  somewhere; 

•  value  engineering,  a  systematic  process  to  review  and  provide  recommendations  to  improve  value  while  addressing  the 
project's  purpose  and  need; 

•  alternate  bidding  of  materials  on  specific  projects; 

•  alternate  technical  concepts  allowing  the  bidder  to  propose  designs  with  bid  submittal;  and 

•  packaging  of  bids  to  increase  competition  among  bidders. 

As  a  result  of  approaching  projects  using  innovative  concepts,  461  Statewide  Transportation  Improvement  Program  projects  totaling 
$1 .3  billion  were  awarded  in  2009  at  9.0  percent  under  budget. 

In  2009,  the  Department  implemented  Governmental  Accounting  Standards  Board,  Statement  No.  49,  Accounting  and  Financial 
Reporting  for  Pollution  Remediation  Obligations.  This  statement  requires  the  accrual  of  known  and  estimable  current  and  future 
pollution  remediation  activities.  Additional  information  is  presented  in  the  Financing  and  Other  Obligations  note  disclosure. 
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CAPITAL  ASSETS  AND  DEBT  ADMINISTRATION 


Capital  Assets  (See  Notes  to  the  Financial  Statements,  Capital  Assets,  for  additional  information) 

The  Department's  investment  in  capital  assets  for  its  governmental  activities  as  of  June  30,  2009,  totals  $48.3  billion,  with  accumulated 
depreciation  of  $21.4  billion,  and  a  net  value  of  $26.9  billion.  The  net  value  represents  an  increase  of  $549.0  million  from  fiscal  year 
2008,  compared  to  an  increase  of  $391.0  million  in  2008  from  2007.  Depreciation  charges  totaled  $750.0  million  in  fiscal  year  2009, 
compared  to  $746.0  million  in  2008.  These  assets,  with  amounts  in  millions,  are  summarized  in  the  table  below. 


Percent 

Change 

2009 

2008 

2007 

2009-2008 

Land 

$  2,406 

$  2,359 

$  2,238 

2.0% 

Land  improvements 

7 

7 

7 

Buildings 

148 

137 

142 

8.0 

Equipment 

124 

123 

121 

0.8 

Vehicles 

64 

65 

72 

(1.5) 

Infrastructure 

21,541 

20,864 

20,474 

3.2 

Construction  in  progress 

190 

165 

213 

15.2 

Infrastructure  in  progress 

2,461 

2,672 

2,734 

(7.9) 

Total 

$26,941 

$26,392 

$26,001 

2.1% 

As  provided  by  accounting  principles  generally  accepted  in  the  United  States  of  America  (GAAP),  the  Department  records  its 
infrastructure  assets  at  actual  or  estimated  historical  cost.  Included  in  infrastructure  are  more  than  33,000  miles  of  highways  and 
10,000  bridges  that  the  Department  is  responsible  for  maintaining. 

The  Statewide  Transportation  Improvement  Program  (STIP)  sets  the  specific  construction  projects  the  Department  will  undertake  in  the 
next  five  years.  It  covers  highways  and  bridges,  transit,  aviation,  rail,  waterways,  enhancements,  and  other  projects.  The  Program, 
updated  annually,  is  dynamic  with  adjustments  made  to  project  plans  during  the  life  of  the  STIP  based  on  needs  and  goals  of  the 
Department.  The  Commission  approves  adjustments  during  the  fiscal  year  as  circumstances  require. 
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Debt  Administration  (See  Notes  to  the  Financial  Statements,  Financing  and  Other  Obligations,  for  additional  information) 


The  following  table,  reported  in  millions,  presents  a  summary  of  the  Department's  long-term  obligations  for  governmental  activities. 
Additional  information  about  the  Department's  long-term  obligations  is  presented  in  the  Notes  to  the  Financial  Statements. 


Percent 

Change 

2009 

2008 

2007 

2009-2008 

State  road  bonds 

$2,356 

$2,298 

$1,834 

2.5% 

Premium  on  bonds  and  deferred  refunding 

79 

87 

68 

(9.2) 

Advances  from  other  entities  and 

State  of  Missouri  component  units 

27 

33 

47 

(18.2) 

Capital  lease  obligations 

20 

28 

35 

(28.6) 

Compensated  absences 

38 

37 

35 

2.7 

Other  noncurrent  liabilities 

6 

2 

7 

200.0 

Other  post-employment  benefits 

97 

51 

90.2 

Total  long-term  obligations 

2,623 

2,536 

2,026 

3.4 

Current  portion  of  long-term  obligations 

127 

131 

121 

(3.1) 

Total  noncurrent  liabilities 

$2,496 

$2,405 

$1,905 

3.8% 

The  Department's  total  long-term  obligations,  excluding  pending  self-insurance  claims,  incurred  but  unreported  claims,  other  post- 
employment  benefits  and  pollution  remediation  obligations  increased  $41.0  million  from  2008,  compared  to  an  increase  of  $459.0 
million  in  2008  from  2007.  At  the  end  of  the  current  fiscal  year,  state  road  bonds  total  $2.4  billion,  or  92.3  percent,  of  the  total  long-term 
obligations.  Revenues  collected  under  Article  IV,  Section  30(a)  and  (b)  of  the  Missouri  Constitution  and  revenues  collected  from  federal 
highway  reimbursements  secure  the  bonds.  These  revenues  are  state  highway  users  fees,  including  fuel  taxes,  sales  and  use  taxes, 
licenses  and  fees,  and  federal  highway  reimbursements. 

The  advances  from  other  entities  and  State  of  Missouri  component  units  are  related  to  construction  projects  accelerated  to  meet  the 
needs  of  the  users.  Principal  payments  are  due  on  various  dates  through  fiscal  year  2021 . 

The  Department  has  entered  into  various  capital  lease  obligations.  The  lease-purchase  agreements  provide  a  means  of  financing 
office  and  heavy  equipment.  In  addition  to  equipment  lease-purchase  agreements,  the  Department  entered  into  an  agreement  for  an 
office  facility  to  accommodate  the  consolidation  of  motor  carrier  services  in  fiscal  year  2005.  Capital  lease  payments  mature  on  various 
dates  through  fiscal  year  2020. 


RECENT  EVENTS  AND  FUTURE  BUDGETS 

The  Department's  fiscal  year  2010  budget  for  all  funds  was  approved  by  the  Legislature  in  May  2009  and  signed  into  law  by  the 
Governor  in  June  2009.  The  fund  level  is  the  legal  level  of  control  for  the  Road  Fund,  with  approval  of  the  Road  Fund  budget  by  the 
Commission.  The  Commission  approved  the  budget  for  all  funds  in  June  2009,  with  a  total  spending  plan  of  $2.9  billion.  This  includes 
$379.0  million  of  ARRA  construction  disbursements. 

The  Department  has  three  design-build  projects  in  progress.  Design-build  projects  are  another  innovative  concept  utilizing  contractors 
for  the  design  and  construction  of  a  project.  The  projects,  the  New  I-64,  the  kclCON,  and  the  Safe  and  Sound  Bridge  Improvement 
Program,  are  in  various  stages  of  design  and  construction. 

The  New  I-64  project,  which  will  reconstruct  a  10  mile  section  of  I-64  and  a  portion  of  1-170,  was  awarded  in  November  2006  with  a 
scheduled  construction  completion  of  July  2010.  This  innovative  project  involved  closing  a  major  highway  in  St.  Louis  in  two  phases. 
The  final  phase  is  scheduled  to  re-open  in  December  2009. 

The  kclCON  project  was  awarded  in  November  2007  and  will  improve  four  miles  of  interstate  highway  north  of  downtown  Kansas  City, 
including  a  landmark  Christopher  S.  Bond  Bridge,  with  a  scheduled  construction  completion  of  October  201 1 . 
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Management's  Discussion  and  Analysis 


Initially,  the  Department  attempted  to  address  the  deteriorating  condition  of  802  of  the  state's  bridges,  identified  as  the  Safe  and  Sound 
Bridge  Improvement  Program,  with  a  single,  innovative  design-build-finance-maintain  approach.  A  contractor  was  selected  in 
December  2007  subject  to  final  negotiations.  Due  to  volatile  credit  markets,  this  avenue  proved  to  be  too  expensive.  In  September 
2008,  the  Department  ended  the  design-build-finance-maintain  approach  and  the  Commission  approved  replacement  of  554  of  the 
original  802  bridges  using  a  single  design-build  contract  and  rehabilitation  of  the  remaining  248  bridges  with  a  modified  design-bid-build 
approach.  The  design-build  project  was  awarded  in  December  2008.  Project  completion  will  be  no  later  than  October  31,  2014,  with 
multiple  bridges  under  construction  throughout  the  state  at  all  times  during  the  construction  period. 

In  September  2007,  the  United  States  Department  of  Transportation  (USDOT)  announced  the  "Corridors  of  the  Future"  project.  The 
Interstate  70  corridor  through  Missouri,  Illinois,  Indiana,  and  Ohio  has  been  included  among  six  interstates  nationwide.  The  state  will 
look  for  innovative  ways,  such  as  dedicated  truck  lanes,  to  reduce  congestion,  improve  freight  delivery,  and  improve  traveler  safety.  An 
ARRA  Transportation  Investments  Generating  Economic  Recovery  (TIGER)  Discretionary  Grant  Application  to  reconstruct 
approximately  30  miles  of  Interstate  70  using  the  dedicated  truck  lane  concept  was  submitted  by  the  September  15,  2009  submission 
deadline. 

On  February  28,  2008  the  Department  entered  into  an  Agreement  with  the  State  of  Illinois,  through  the  Illinois  Department  of 
Transportation,  to  design  and  construct  a  new  4-lane  Mississippi  River  Bridge  and  approaches  in  Illinois  and  Missouri.  The  project, 
identified  as  the  New  Mississippi  River  Bridge,  includes  the  main  span,  as  well  as  Missouri  and  Illinois  approaches,  interchanges  in  both 
Missouri  and  Illinois,  and  a  tri-level  in  Illinois.  The  total  estimated  cost  of  the  project  at  June  30,  2009  is  $660.0  million,  with  Missouri 
and  Illinois  participating  in  the  main  span  at  26  percent  and  74  percent,  respectively.  The  main  span  and  approaches  projects  are 
planned  for  award  in  fiscal  year  2010.  All  projects  are  planned  for  completion  by  January  of  2014. 

While  SAFETEA-LU  provides  federal  funding  through  September  30,  2009,  the  availability  of  funds  from  the  Federal  Highway  Trust 
Fund  for  future  projects  concerns  Missouri  and  other  states.  There  has  been  little  or  no  action  on  a  replacement  bill  and  discussions 
indicate  a  continuing  resolution  for  up  to  18  months  is  anticipated.  In  July  2009,  the  Commission  approved  a  new  five-year 
transportation  construction  program  that  shows  spending  for  Missouri's  roads  and  bridges  will  plummet  in  fiscal  year  2011.  The 
Statewide  Transportation  Improvement  Program  (STIP)  identifies  transportation  projects  planned  for  fiscal  years  2010  through  2014. 
Approximately  $1.4  billion  of  highway  construction  is  planned  for  2010,  largely  due  to  additional  funding  from  Amendment  3  bonds, 
indirect  Grant  Anticipation  Revenue  Vehicle  (GARVEE  or  federal  reimbursement)  bonds  on  the  design  build  and  MRB  projects,  and 
ARRA  funding.  The  program,  however,  decreases  to  an  average  of  $503.3  million  beginning  in  201 1 .  The  Department,  recognizing  the 
impact  of  transportation  on  the  quality  of  life  of  citizens  of  the  State,  has  developed  a  plan  of  action  -  A  Conversation  for  Moving 
Missouri  Forward.  At  a  minimum  the  Department  has  determined  the  need  to  address  five  top  priorities:  take  care  of  our  roads  and 
bridges;  provide  other  ways  to  get  around;  rebuild  Interstates  70  and  44;  tackle  needed  major  projects  identified  by  our  planning 
partners;  and  meet  regional  needs. 


ECONOMIC  CONDITIONS 

The  current  economic  environment  presents  government  entities,  including  state  transportation  departments,  with  unusual 
circumstances  and  challenges.  These  conditions  could  adversely  affect  our  results  of  operations  in  future  periods.  The  current 
instability  in  the  economic  and  financial  markets  may  negatively  impact  the  various  sources  that  fund  the  tax  revenues  for  the 
Department  and  for  other  government  entities,  resulting  in  delays  in  collection  of  receivables  and  availability  of  future  funding;  make  it 
difficult  for  local  government  entities  to  obtain  financing  to  fund  their  road  construction  projects;  and  impact  the  pricing  of  materials  or 
availability  of  contractors  for  future  projects.  Such  changes  affecting  funding  sources  could  have  a  significant  impact  on  the  operations, 
including  future  highway  projects,  of  the  Department.  Given  the  volatility  of  current  economic  conditions,  the  values  of  assets  and 
liabilities  recorded  in  the  financial  statements  could  change  rapidly,  resulting  in  material  future  adjustments  in  investment  values  and 
allowances  for  receivables.  The  financial  statements  have  been  prepared  using  values  and  information  currently  available  to  the 
Commission. 


CONTACTING  THE  DEPARTMENT'S  FINANCIAL  MANAGEMENT 

This  financial  report  is  designed  to  provide  the  Missouri  Department  of  Transportation's  interested  parties,  including  citizens,  taxpayers, 
customers,  investors,  and  creditors,  with  a  general  overview  of  the  Department's  finances  and  to  demonstrate  the  Department's 
accountability  for  the  money  it  receives.  Questions  about  this  report  or  requests  for  additional  financial  information  should  be 
addressed  to  the  Missouri  Department  of  Transportation,  Controller's  Division,  P.O.  Box  270,  Jefferson  City,  MO  65102.  This  report  is 
also  included  in  the  Report  to  the  Joint  Committee  on  Transportation  Oversight  and  is  available  on  the  Department's  web  site  at 
www.modot.mo.gov  after  presentation  to  the  Joint  Committee. 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Statements  of  Net  Assets 

June  30,  2009  and  2008 


Governmental  Activities 


Assets 

Current  assets 
Cash  and  cash  equivalents 
Investments 

State  taxes  and  fees  receivable 
Federal  government  receivable 
Miscellaneous  receivables,  net 
Contractual  agreement 
Loans  receivable 
Inventories 

Total  current  assets 
Noncurrent  assets 
Investments 

Restricted  cash  and  investments 
State  taxes  and  fees  receivable 
Miscellaneous  receivables,  net 
Loans  receivable 
Bond  issue  costs,  net 

Bond  issue  costs,  swap  termination  payment 
Capital  assets 
Assets  not  being  depreciated 
Assets  being  depreciated,  net 
Total  noncurrent  assets 
Total  assets 


2009 


£  598,735,695 
39,982,016 
133,667,365 
61,450,787 
57,466,415 
3,090,920 
464,345 
47,693,063 
942,550,606 

44,517,319 
85,776,969 

3,158,049 
2,363,778 
9,261,443 
9,555,771 

5,056,978,823 
21,883,230,864 
27,094,843,016 
28,037,393,622 


2008 


f  963,048,511 
73,785,655 
131,495,813 
43,796,302 
32,484,425 
4,003,916 
460,744 
42,442,965 
1,291,518,331 

19,273,884 
74,179,226 
1,823,529 
4,371,316 
1,857,493 
9,351,864 
10,510,614 

5,196,460,656 
21,195,548,214 
26,513,376,796 
27,804,895,127 


Liabilities 

Current  liabilities 

Accounts  payable 

Accrued  payroll 

Accrued  interest  payable 

Unearned  revenue 

Pending  self-insurance  claims 

Incurred  but  not  reported  claims 

Financing  and  other  obligations 
Total  current  liabilities 
Noncurrent  liabilities 

Pending  self-insurance  claims 

Incurred  but  not  reported  claims 

Other  post-employment  benefit  obligations 

Financing  and  other  obligations 
Total  noncurrent  liabilities 
Total  liabilities 


131,346,147 
25,000,086 
26,763,273 
13,221,004 
14,514,000 
14,811,000 
127,042,427 
352,697,937 


116,547,837 
23,883,897 
26,939,816 
16,812,920 
10,766,244 
16,040,665 
131,242,256 
342,233,635 


43,102,443 
8,349,000 

97,456,294 
2,398,990,642 
2,547,898,379 
2,900,596,316 


37,936,196 
12,828,335 
50,691,490 
2,354,344,207 
2,455,800,228 
2,798,033,863 


Net  Assets 

Invested  in  capital  assets,  net  of  related  debt 
Restricted  for: 

Internal  service  fund  requirements 

Debt  service 

Highways  and  transportation 
Total  net  assets 


24,458,154,652 


23,945,039,924 


300,000 
66,581,501 
611,761,153 
$25.1 36.797.306. 


300,000 
59,634,107 
1,001,887,233 
$25.006.861.264 
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Statements  of  Activities 

Years  Ended  June  30,  2009  and  2008 


Governmental  Activities 


Transportation  Program  Expenses 

Administration 

Fleet,  facilities,  and  information  systems 

Maintenance 

Construction 

Multimodal  operations 

Interest 

Other  state  agencies 
Self-insurance 
Medical  and  life  insurance 
Other  post-employment  benefits 
Depreciation 
Total  transportation  program  expenses 

Transportation  Program  Revenues 

Charges  for  services 
Licenses,  fees,  and  permits 

Intergovernmental/cost  reimbursements/miscellaneous 
Interest 

Employee  insurance  premiums 

Total  charges  for  services 
Federal  government 
American  Recovery  and  Reinvestment  Act 
Operating 
Capital 

Total  federal  government 
Total  transportation  program  revenues 

Net  expense  of  transportation  program 

General  Revenues 

Fuel  taxes 
Sales  and  use  taxes 
Unrestricted  investment  earnings 
State  appropriations 
Gain  (loss)  on  sale  of  capital  assets 
Total  general  revenues 

Changes  in  Net  Assets 

Net  Assets,  beginning  of  year 

Net  Assets,  end  of  year 


2009 

34,833,876 
55,168,440 
424,326,995 
257,942,576 
85,998,873 
106,538,352 
174,587,268 
19,210,374 
89,773,985 
65,804,295 
749,654,352 
2,063,839,386 


290,399,414 
159,933,443 
78,881 
29,047,218 
479,458,956 

28,278,779 
76,569,157 
833,838,877 
938,686,813 
1,418,145,769 


(645,693,617) 


499,505,811 
233,810,373 
27,607,331 
16,633,764 
(1,927,620) 
775,629,659 

129,936,042 

25,006,861,264 

$25,136.797.306 


2008 

33,644,727 
56,720,928 
406,373,925 
240,821,393 
74,128,293 
102,343,625 
178,318,625 
32,103,153 
87,709,554 
69,730,981 
746,456,470 
2,028,351,674 


291,842,826 
86,663,652 
55,170 
26,534,016 

405,095,664 


62,179,640 
907,955,801 
970,135,441 
1,375,231,105 


(653,120,569) 

514,907,684 
272,039,067 
51,580,915 
13,257,327 
3,115,323 
854,900,316 

201,779,747 

24,805,081,517 

$25,006.861.264 


The  notes  to  the  financial  statements  are  an  integral  part  of  these  statements 
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Balance  Sheets 

Governmental  Funds 

June  30,  2009  and  2008 


2009 


State  Highways 
and 


Transportation 

State 

Federal 

Nonmajor 

Total 

Department 

State  Road 

Road  Bond 

Stimulus 

Governmental 

Governmental 

Fund 

Fund 

Fund 

Fund 

Funds 

Funds 

Assets 

Cash  and  cash  equivalents 

$  9,987,731 

$527,324,603 

l+\  J  f\    r\f\  A     A  A~7 

$18,804,447 

$ 

$22,689,616 

$578,806,397 

State  taxes  and  fees  receivable 

109,836,125 

15,095,944 

o  a  a  o  non 

8,148,922 

586,374 

133,667,365 

Federal  government  receivable 

___ 

41,534,217 

___ 

10,313,064 

9,603,506 

61 ,450,787 

Miscellaneous  receivables,  net 

3,008,182 

54,817,634 

96,727 

... 

492,544 

58,415,087 

Contractual  agreements 

3,090,920 

___ 

3,090,920 

Loans  receivable 

___ 

— 

___ 

___ 

2,828,123 

2,828,123 

Due  from  other  funds 

___ 

10,474,881 

___ 

— 

1,131,685 

11,606,566 

Inventories 

47,693,063 

47,693,063 

investments 

85,476,969 

85,476,969 

Total  assets 

$122,832,038 

$785,508,231 

$27,050,096 

$10,313,064 

$37,331,848 

$983,035,277 

Liabilities  and  Fund  Balances 

Liabilities 

Accounts  payable 

$  1,067,548 

$116,208,832 

$  29,090 

$ 

$10,850,201 

$128,155,671 

Accrued  payroll 

6,160,490 

18,733,874 

1 05,722 

25,000,086 

Deferred  revenue 

4,334,217 

43,944,923 

1,468,035 

49,747,175 

Due  to  other  funds 

10,313,064 

1,293,502 

11,606,566 

Total  liabilities 

1 1 ,562,255 

178,887,629 

29,090 

10,313,064 

13,717,460 

214,509,498 

Fund  balances 

Reserved  for: 

Debt  service 

80,000,941 

80,000,941 

Loans  receivable  and 

contractual  agreements 

8,566,948 

2,828,123 

11,395,071 

Inventories 

47,693,063 

47,693,063 

Unreserved,  debt  service  fund 

27,021,006 

27,021,006 

Unreserved,  special 

revenue  funds 

1 1 1 ,269,783 

470,359,650 

20,786,265 

602,415,698 

Total  fund  balances 

1 1 1 ,269,783 

606,620,602 

27,021,006 

23,614,388 

768,525,779 

Total  liabilities  and  fund 

balances 

$122,832,038 

$785,508,231 

$27,050,096 

$10,313,064 

$37,331,848 

$983,035,277 
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2008 


State  Highways 
and 

Transportation 
Department 
Fund 


State  Road 
Fund 


State 
Road  Bond 
Fund 


Nonmajor 
Governmental 
Funds 


Total 
Governmental 
Funds 


$  6,645,976 
107,660,143 

1,385,781 


912,894,240 
14,368,511 
37,631,133 
33,219,119 
4,003,916 

833,068 
42,442,965 


$14,409,344 
10,293,434 

120,222 


$27,002,267 
997,254 
6,165,169 
147,022 

2,318,237 


960,951,827 
133,319,342 
43,796,302 
34,872,144 
4,003,916 
2,318,237 
833,068 
42,442,965 


$115.691.900 


73.879.226 


73.879.226 


$1.119.272.178       $24.823.000       $36.629.949  $1.296.417.027 


$  2,259,366 
5,995,707 
3,889,907 

12,144,980 


$  106,856,798 
17,786,808 
25,202,468 

149,846,0~74 


$  17,829 


17,829 


$  5,992,630 
101,382 
1,080,439 
833,068 
8,007.519 


115,126,623 
23,883,897 
30,172,814 
833,068 

170,016,402 


73,879,226 


73,879,226 


4,003,916 
42,442,965 


24,805,171 


2,318,237 


6,322,153 
42,442,965 
24,805,171 


103,546,920 
103,546,920 

$115,691,900 


849,099.997 
969,426.104 

$1,119,272,178 


24,805,171 
$24.823,000 


26,304,193 
28,622,430 


978.951,110 
1.126,400.625 


$36,629,949  $1.296,417,027 
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Reconciliation  of  the  Governmental  Funds 
Balance  Sheets  to  the  Statements  of  Net  Assets 

Governmental  Funds 

June  30,  2009  and  2008 


Total 


2009 


2008 


Fund  balances  -  total  governmental  funds 

Amounts  reported  for  governmental  activities  in  the  statements  of  net  assets  are 
different  because: 


$     768,525,779      $  1,126,400,625 


Capital  assets,  net  of  accumulated  depreciation  of  $749,654,352  and 

$746,456,470  in  2009  and  2008,  respectively,  used  in  governmental  activities  are 

not  financial  resources  and  therefore  are  not  reported  in  the  funds.  26,940,209,687 

Deferred  assets  are  not  available  to  pay  for  current  period  expenditures  and 

therefore  are  not  reported  in  the  funds.  44,278,870 

Internal  service  funds  are  used  by  management  to  charge  the  costs  of  certain 

activities  to  individual  funds.  The  assets  and  liabilities  of  the  internal  service 

funds  are  included  only  in  the  statements  of  net  assets. 

Medical  and  life  insurance  plan  15,724,188 

Self-insurance  plan  (505,796) 

Certain  liabilities,  including  bonds  payable,  are  not  due  and  payable  in  the 

current  period  and  therefore  are  not  reported  in  the  funds. 

Financing  and  other  obligations  (2,526,033,069) 

Other  post-employment  benefits  obligation  (97,456,294) 

Accrued  interest  payable  (26,763,273) 

Bond  issue  costs  18,817,214 


26,392,008,870 


20,567,204 


10,727,438 
512,418 


(2,485,586,463) 
(50,691,490) 
(26,939,816) 
19,862,478 


Total  net  assets  -  governmental  activities 


$25.136.797.306  $25.006.861.264 


The  notes  to  the  financial  statements  are  an  integral  part  of  these  statements 
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Statements  of  Revenues,  Expenditures 
and  Changes  in  Fund  Balances 

Governmental  Funds 

Years  Ended  June  30,  2009  and  2008 

 2009 

State  Highways 
and 


Transportation 
Department 
Fund 

State  Road 
Fund 

State 
Road  Bond 
Fund 

Federal  Stimulus 
Fund 

Nonmajor 
Governmental 
Funds 

Total 
Governmental 
Funds 

Revenues 

Fuel  taxes 

Sales  and  use  taxes 

Licenses,  fees,  and  permits 

Intergovernmental/cost 

reimbursements/miscellaneous 
Investment  earnings 
American  Recovery  and 

Reinvestment  Act 
State  government 
Federal  government 

$499,207,302 
42,343,291 
187,052,053 

2,113,944 
1 ,288,609 

$  104,383 
96,682,301 
101,237,776 

134,530,245 
20,869,492 

833,838,877 

$ 

88,868,734 

■7AA  OOO 

783,883 

$ 

237 
28,278,779 

$  194,126 
6,704,325 
2,635,105 

2,460,336 
474,553 

16,633,764 
75,795,258 

$  499,505,811 
234,598,651 
290,924,934 

139,104,525 

AO     il  J  A    —t—7  A 

23,416,774 

28,278,779 
16,633,764 
909,634,135 

Total  revenues 

732,005,199 

1,187,263,074 

89,652,617 

28,279,016 

104,897,467 

2,142,097,373 

Expenditures 

Current 

Administration 

Fleet,  facilities,  and 
information  systems 

Maintenance 

Construction 

Multimodal  operations 
Capital  outlay 
Debt  service 
Other  state  agencies 

— 

A  t\~7  A  "70   A  f\~T 

197,172,197 

49,223,636 

57,690,756 
440,982,158 
273,098,680 
794,564 
1,306,192,873 
131,153,730 

— 

87,436,782 

— 
— 

25,161,126 

85,407,410 
420,146 

75,360 

49,223,636 

57,690,756 
466,143,284 
273,098,680 

86,201,974 
1,306,613,019 
218,590,512 
197,247,557 

Total  expenditures 

197,172,197 

2,259,136,397 

87,436,782 

... 

1 1 1 ,064,042 

2,654,809,418 

Excess  of  revenues  over 
(under)  expenditures 

534,833,002 

(1,071,873,323) 

2,215,835 

28,279,016 

(6,166,575) 

(512,712,045) 

Other  Financing  Sources  (Uses) 

Notes  issued 

Bonds  issued 

Bond  interest  rate  swap 

Premium  on  bonds 

Discount  on  bonds 

Capital  leases  issued 

Refinancing  capital  leases  issued 

Capital  lease  termination  payment 

Capital  asset  sales 

Transfers  in 

Transfers  out 

(527,110,139) 

1,856,026 
142,735,000 

2,834,554 

581 ,389 

6,803,382 
554,257,470 

(28,279,016) 

26,848 
1,131,685 

1 ,856,026 
142,735,000 

2,834,554 

581,389 

6,830,230 
555,389,155 
(555,389,155) 

Total  other  financing 
sources  (uses) 

(527,110,139) 

709,067,821 

(28,279,016) 

1,158,533 

154,837,199 

Net  Changes  in  Fund  Balances 

7,722,863 

(362,805,502) 

2,215,835 

(5,008,042) 

(357,874,846) 

Fund  Balances, 
beginning  of  year 

103,546,920 

969,426,104 

24,805,171 

28,622,430 

1,126,400,625 

Fund  Balances, 
end  of  year 

$  1 1 1 ,269,783 

$  606.620,602 

$27,021,006 

$ 

$  23,614,388 

$  768,525,779 
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2008 


State  Highways 
and 

Transportation 
Department 
Fund 


$514,476,995 
51,739,035 
188,241,382 

1,169,913 
3,248,310 


State  Road 
Fund 


$  115,290 
121,086,751 
100,090,378 

78,700,549 
41,571,208 


State 
Road  Bond 
Fund 


$ 

86,460,258 


1,275,813 


Nonmajor 
Governmental 
Funds 


$  315,399 
11,052,984 
2,377,706 

797,652 
794,307 


Total 
Governmental 
Funds 


$  514,907,684 
270,339,028 
290,709,466 

80,668,114 
46,889,638 


758,875,635 


907,955,801 
1,249,519,977 


87,736,071 


13,257,327 
62,179,640 
90,775,015 


13,257,327 
970,135,441 
2,186,906,698 


199,145,107 
199,145,107 


559,730,528 


46,822,090 

58,933,437 
417,438,206 
264,693,165 
668,518 
1,143,493,776 
114,852,016 

2,046,901 ,20~8 


(797,381,231) 


82,974,747 
82,974,747 

4,761,324 


16,214,286 

73,634,440 
2,609 

91,426 
89,942,761 

832,254 


46,822,090 

58,933,437 
433,652,492 
264,693,165 
74,302,958 
1,143,496,385 
197,826,763 
199,236,533 
2,418,963,823 


(232,057,125) 


(574,863,959) 
(574,863,959) 
(15,133,431) 


4,538,796 
526,800,000 
(11,118,000) 
27,808,178 
(169,538) 
762,775 
22,984,806 
(22,559,059) 
8,680,990 
574,863,959 


1,132,592,907 


23,683 


23,683 


335,211,676  4,761,324 


855,937 


4,538,796 
526,800,000 
(11,118,000) 
27,808,178 
(169,538) 
762,775 
22,984,806 
(22,559,059) 
8,704,673 
574,863,959 
(574,863,959) 

557,752,631 

325,695,506 


118,680,351  634,214,428        20,043,847  27,766,493 


;  103,546,920        $  969,426,104       $24,805,171  $28,622,430 


800,705,119 
$1,126,400.625 
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Reconciliation  of  the  Governmental  Funds 
Statements  of  Revenues,  Expenditures  and 
Changes  in  Fund  Balances  to  the  Statements  of 
Activities 

Years  Ended  June  30,  2009  and  2008 


2009 


2008 


Net  changes  in  fund  balances  -  total  governmental  funds 

Amounts  reported  for  governmental  activities  in  the  statements  of  activities  are  different 
because: 

Governmental  funds  report  capital  outlays  as  expenditures.  However,  in  the  statements 
of  activities,  the  costs  of  those  assets  are  allocated  over  their  estimated  useful  lives  and 
reported  as  depreciation  expense.  These  are  the  amounts  by  which  capital  outlays  and 
donated  assets  ($1,306,613,019  and  $1,143,496,385  for  2009  and  2008,  respectively) 
exceeded  depreciation  ($749,654,352  and  $746,456,470  for  2009  and  2008, 
respectively). 

In  the  statements  of  activities,  only  the  gains  on  the  sale  of  the  capital  assets  are 
reported,  whereas  in  the  governmental  funds,  the  proceeds  from  the  sale  increase 
financial  resources.  Thus,  the  changes  in  net  assets  differ  from  the  changes  in  fund 
balances  by  the  book  value  of  the  assets  sold. 

Deferred  revenues  in  the  statements  of  activities  that  do  not  provide  current  financial 
resources  are  not  reported  as  revenues  in  the  governmental  funds. 

Proceeds  from  the  issuance  of  long-term  debt  provide  current  financial  resources  to 
governmental  funds,  but  issuing  debt  increases  long-term  liabilities  in  the  statements  of 
net  assets.  Repayment  of  principal  is  an  expenditure  in  the  governmental  funds,  but  the 
repayment  reduces  long-term  liabilities  in  the  statements  of  net  assets.  These  are  the 
net  effects  of  the  differences  in  the  treatment  of  long-term  debt  obligations  and  related 
items. 

Some  expenses  reported  in  the  statements  of  activities  do  not  require  the  use  of  current 
financial  resources  and,  therefore,  are  not  reported  as  expenditures  in  the  governmental 
funds. 

Compensated  absences 
Interest  expense  recognition 
Claims  and  judgments 
Other  post-employment  benefits 
Pollution  remediation  obligations 

Internal  service  funds  are  used  by  management  for  the  medical  and  life  insurance  plan 
and  the  self-insurance  plan.  The  net  revenues  of  internal  service  funds  are  reported  with 
governmental  activities. 

Medical  and  life  insurance  plan 

Self-insurance  plan 


$(357,874,846)  $325,695,506 


556,958,667 

(8,757,850) 
23,711,666 


(44,884,328) 


(1,056,340) 
8,929,519 
(4,150,521) 
(46,764,804) 
(153,657) 


4,996,750 
(1,018,214) 


397,039,915 

(5,589,350) 
4,604,071 


(460,951,496) 


(1,998,649) 
7,388,977 
5,696,404 
(50,691,490) 


(2,907,261) 
(16,506,880) 


Changes  in  net  assets  -  governmental  activities 


$  129,936,042 


$  201,779.747 
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Statements  of  Net  Assets 

Proprietary  Funds 

June  30,  2009  and  2008 


Assets 

Current  assets 
Cash  and  cash  equivalents 
Investments 

Miscellaneous  receivables 
Total  current  assets 
Noncurrent  assets 
Investments 
Restricted  investments 
Total  noncurrent  assets 
Total  assets 


Liabilities 

Current  liabilities 
Accounts  payable 
Deferred  revenue 
Pending  self-insurance  claims 
Incurred  but  not  reported  claims 
Total  current  liabilities 
Noncurrent  liabilities 
Pending  self-insurance  claims 
Incurred  but  not  reported  claims 
Total  noncurrent  liabilities 
Total  liabilities 


Net  Assets 

Restricted  net  assets 
Unrestricted  net  assets 
Total  net  assets 


Internal  Service  Funds 


2009 


2008 


19,929,298 
39,982,016 
2,209,377 
62,120,691 


B  2,096,684 
73,785,655 
1,983,597 
77,865,936 


44,517,319 
300,000 
44,817,319 
106,938,010 


19,273,884 
300,000 
19,573,884 
97,439,820 


3,190,476 
7,752,699 
14,514,000 
14,811,000 
40,268,175 


1,421,214 
7,207,310 
10,766,244 
16,040,665 
35,435,433 


43,102,443 
8,349,000 
51 ,451 ,443 
91,719,618 


37,936,196 
12,828,335 
50,764,531 
86,199,964 


300,000 
14,918,392 
15.218.392 


300,000 
10,939,856 
$11.239.856 
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Statements  of  Revenues,  Expenses 
and  Changes  in  Net  Assets 

Proprietary  Funds 

Years  Ended  June  30,  2009  and  2008 


Internal  Service  Funds 


2009 


2008 


Operating  Revenues 

Self-insurance  premiums 
Highway  workers'  compensation 
Highway  patrol  workers'  compensation 
Highway  fleet  vehicle  liability 
Highway  general  liability 

Medical  insurance  premiums 
State 
Member 

Other 

Total  operating  revenues 

Operating  Expenses 

Self-insurance  programs 
Highway  workers'  compensation 
Highway  patrol  workers'  compensation 
Highway  fleet  vehicle  liability 
Highway  general  liability 
Other 

Medical  and  life  insurance  program 
Insurance  premiums 
Medical  benefits 
Prescription  drug  benefits 
Professional  fees 
Administrative  services 
Other 

Total  operating  expenses 
Operating  income  (loss) 

Nonoperating  Revenues 

Net  appreciation  and  investment  income 
Total  nonoperating  revenues 

Changes  in  Net  Assets 

Net  Assets,  beginning  of  year 

Net  Assets,  end  of  year 


B  5,000,000 
3,000,000 

6,700,000 

77,527,565 
29,047,218 
6,458,165 
127,732,948 


8,324,511 
4,721,599 
1,396,991 
4,018,529 
748,744 

6,351,102 
77,763,567 
17,873,985 
1 ,634,455 
5,176,172 
14,195 
128,023,850 

(290,902) 


4,269,438 
4,269,438 


3,978,536 
11,239,856 
15,218,392 


£  1,742,267 
3,000,000 

6,699,996 

71,095,933 
26,534,016 
5,619,398 
114,691,610 


9,298,019 
5,385,067 
2,023,887 
14,741,382 
654,798 

6,672,934 
76,571,749 
17,873,541 
1,505,035 
4,079,004 
46,782 
138,852,198 

(24,160,588) 


4,746,447 
4,746,447 


(19,414,141) 
30,653,997 
$  1 1 ,239,856 
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Statements  of  Cash  Flows 

Proprietary  Funds 

Years  Ended  June  30,  2009  and  2008 


Internal  Service  Funds 
2009  2008 


Cash  Flows  From  Operating  Activities 

Receipts  from  interfund  services  provided 
Payments  for  interfund  services  used 
Payments  to  suppliers 
Net  cash  provided  by  (used  in)  operating  activities 

Cash  Flows  From  Investing  Activities 

Proceeds  from  sale  and  maturities  of  investments 
Purchase  of  investments 
Interest  received 
Investment  fees 
Net  cash  provided  by  (used  in)  investing  activities 

Net  increase  (decrease)  in  cash  and  cash  equivalents 

Cash  and  Cash  Equivalents,  beginning  of  year 

Cash  and  Cash  Equivalents,  end  of  year 

Reconciliation  of  Operating  Income  (Loss)  to  Net  Cash  Provided  by 
(Used  in)  Operating  Activities 

Operating  income  (loss) 

Adjustments  to  reconcile  operating  income  (loss)  to  net  cash  provided  by 
(used  in)  operating  activities 

Receivables 

Prepaid  expenses 

Accounts  payable 

Deferred  revenue 
Net  cash  provided  by  (used  in)  operating  activities 


5  127,268,824 
(116,699,892) 
(5,804,304) 
4,764,628 


140,142,352 
(130,752,242) 
3,773,921 
(96,045) 
13,067,986 

17,832,614 

2,096,684 


$  19,929,298 


$  (290,902) 


(464,124) 

4,974,265 
545,389 
$  4,764,628 


5  115,034,686 
(116,585,513) 
(6,812,945) 
(8,363,772) 


291,084,764 
(288,656,100) 
4,224,437 
(98,895) 
6,554,206 

(1,809,566) 

3,906,250 

$  2,096,684 


$  (24,160,588) 


343,076 
116,999 
14,612,563 
724,178 
$  (8.363,7721 


Noncash  Items  Impacting  Recorded  Assets 

Increase  in  fair  value  of  investments 


829,906 


906,376 
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Statements  of  Assets  and  Liabilities 

Fiduciary  Funds 

June  30,  2009  and  2008 


Assets 

Cash  and  cash  equivalents 
Noncurrent  restricted  investments 
Other 
Total  assets 


Liabilities 

Due  to  other  governments 
Advances  from  other  governments 
Total  liabilities 


Agency  Funds 


2009 


2008 


$29,073,677 
42,788,621 
196,333 
$72.058.631 


$  9,163,883 
42,313,215 
438,348 
$51.915.446 


$  4,526,520 
67,532,111 
$72.058.631 


$  7,232,688 
44,682,758 
$51.915.446 
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Note  1 :  Summary  of  Significant  Accounting  Policies 

The  State  Highway  Department  was  created  in  1913  to  act  as  the  agent  of  the  State  of  Missouri  (the  State)  for  public  roads. 
The  State  Highway  Commission  was  created  in  1921  with  the  passage  of  the  Centennial  Road  Law  and  was  charged  with  the 
administration  of  the  network  of  connecting  state  highways,  including  their  location,  design,  construction,  and  maintenance. 

In  1979,  the  voters  of  the  State  passed  a  constitutional  amendment  merging  the  State  Highway  Department  with  the  Department 
of  Transportation.  By  statute,  the  resulting  department  was  named  the  Missouri  Highways  and  Transportation  Department.  The 
constitutional  amendment  gave  the  Highways  and  Transportation  Commission  (the  MHTC  or  Commission)  the  authority  over  all 
state  transportation  programs  and  facilities.  The  Commission  is  a  bipartisan  body  of  six  members  appointed  by  the  Governor, 
with  the  consent  of  the  Senate,  for  a  term  of  six  years.  In  1996,  by  legislative  action,  the  Missouri  Highways  and  Transportation 
Department  became  the  Missouri  Department  of  Transportation  (MoDOT  or  Department). 

In  2002,  several  functions  from  other  state  agencies  were  combined  with  MoDOT.  This  was  the  result  of  legislative  action  and 
the  Governor's  Executive  Order,  which  created  the  "One-Stop  Shop"  for  motor  carrier  services  (MCS),  railroad  operators,  and 
overdimension  and  overweight  permitting.  In  2003,  by  Governor's  Executive  Order,  the  Division  of  Highway  Safety  was 
transferred  from  the  Department  of  Public  Safety  to  MoDOT.  This  change  was  part  of  the  Governor's  Reorganization  Plan  of 
2003,  to  merge  both  the  Division  of  Highway  Safety  and  MoDOT  activities  related  to  the  state  highway  system  and  its  safe 
operation.  In  2006,  the  unit  that  audits  motor  carrier  operators  was  transferred  to  MoDOT  from  the  Department  of  Revenue. 
This  unit  is  responsible  for  auditing  International  Fuel  Tax  Agreement  tax  returns  and  International  Registration  Plan 
applications. 

(A)  Financial  Reporting  Entity 

Governmental  Accounting  Standards  Board  (GASB)  Statement  14,  The  Financial  Reporting  Entity,  establishes  the  criteria  to  be 
used  for  defining  primary  governments,  component  units,  and  related  organizations.  The  Department  does  not  meet  the 
GASB's  criteria  to  be  reported  as  its  own  primary  government  or  other  stand-alone  government.  It  is  part  of  the  primary 
government  of  the  State  and,  like  other  state  agencies,  is  included  in  the  financial  statements  of  the  State.  These  financial 
statements  report  the  funds  from  which  MoDOT  spends,  with  only  MoDOT  appropriations  reported  for  the  Missouri  General 
Fund. 

Certain  legally  separate  organizations  are  involved  in  transportation-related  projects,  such  as  the  Missouri  Transportation 
Finance  Corporation  (MTFC)  and  other  transportation  corporations.  Although  these  organizations  cooperate  with  the 
Department  to  meet  their  objectives  and  are  included  in  the  financial  statements  of  the  State  as  blended  or  discretely  presented 
component  units,  they  are  not  part  of  the  Department's  defined  reporting  entity. 

The  State's  Comprehensive  Annual  Financial  Report  may  be  obtained  by  writing  to  the  State  of  Missouri,  Office  of 
Administration,  Division  of  Accounting,  P.  O.  Box  809,  Jefferson  City,  MO  65102,  or  may  be  accessed  at  www.oa.mo.gov/acct/. 

(B)  Government-wide  and  Fund  Financial  Statements 
1.  Government-wide  Statements 

The  government-wide  statements  of  net  assets  and  statements  of  activities  report  the  overall  financial  activities  of  the 
Department,  except  for  fiduciary  activities.  Eliminations  have  been  made  to  minimize  the  double-counting  of  internal  activities. 
The  financial  activities  of  the  Department  consist  only  of  governmental  activities,  which  are  primarily  supported  by  State  taxes 
and  intergovernmental  revenues. 

The  Department  administers  a  single  program  -  Transportation.  The  statements  of  activities  demonstrate  the  degree  to  which 
the  direct  expenses  of  that  function  are  offset  by  program  revenues.  Direct  expenses  are  those  that  are  clearly  identifiable  with 
the  function.  Program  revenues  include  (a)  charges  paid  by  the  recipients  of  goods  or  services  offered  by  the  program  and  (b) 
grants  and  contributions  that  are  restricted  to  meeting  the  operational  or  capital  requirements  of  the  program.  Revenues  that 
are  not  classified  as  program  revenues,  including  all  taxes,  are  presented  as  general  revenues. 
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2.  Fund  Financial  Statements 

The  fund  financial  statements  provide  information  about  the  Department's  funds,  including  its  fiduciary  funds.  Separate 
statements  for  each  fund  category  -  governmental,  proprietary,  and  fiduciary  -  are  presented.  The  emphasis  of  fund  financial 
statements  is  on  major  governmental  funds,  each  displayed  in  a  separate  column.  All  remaining  governmental  funds  are 
aggregated  and  reported  as  nonmajor  funds. 

The  Department  reports  the  following  major  governmental  funds: 

State  Highways  and  Transportation  Department  Fund  (Highway  Fund)  -  This  special  revenue  fund  was  established  by 
Section  226.200,  Revised  Statutes  of  Missouri  (RSMo).  This  fund  receives  revenues  derived  from  the  use  of  state  highways. 
This  fund  pays  the  costs  incurred  to  collect  that  revenue,  to  administer  and  enforce  any  state  motor  vehicle  laws  or  traffic 
regulations,  and  to  provide  other  related  functions. 

State  Road  Fund  (Road  Fund)  -  This  special  revenue  fund  was  constitutionally  established  to  receive  monies  from  the 
state's  motor  vehicle  sales  tax,  the  federal  government,  transfers  from  the  Highway  Fund,  and  other  related  revenues. 
Disbursements  consist  of  costs  incurred  to  construct,  improve,  maintain,  and  administer  the  state  highway  system  and  for 
debt  service  payments. 

State  Road  Bond  Fund  -  This  debt  service  fund  was  constitutionally  established  to  receive  monies  from  the  state's  motor 
vehicle  sales  tax.  Monies  are  used  for  the  repayment  of  bonds  issued  by  the  Commission  to  fund  the  construction  and 
reconstruction  of  the  state  highway  system  or  for  refunding  bonds. 

Federal  Stimulus  Fund  -  This  special  revenue  fund  was  administratively  created  in  March  2009  to  receive  American 
Recovery  and  Reinvestment  Act  monies  as  reimbursement  for  specific  transportation-related  projects. 

The  Department  reports  the  following  additional  fund  types: 

Internal  Service  Funds  -  These  proprietary  funds  account  for  the  financing  of  services  provided  to  other  funds  within  the 
Department  and  other  participating  agencies  on  a  cost-reimbursement  basis.  These  funds  are  used  to  account  for  medical 
and  life  insurance  coverage  and  self-insurance  activities.  Department  activity  comprises  the  majority  of  these  funds.  These 
funds  are  included  in  the  government-wide  statements  by  eliminating  off-setting  revenues  and  expenses. 

Agency  Funds  -  These  fiduciary  funds  account  for  monies  held  on  behalf  of  various  political  subdivisions  and  other 
interested  parties  and  will  be  used  to  reimburse  the  Department  for  expenditures  incurred  by  the  Department  on  behalf  of  the 
previously  mentioned  parties  and  to  collect  and  administer  registration,  license  fees,  and  fuel  taxes  payable  to  contiguous 
states  and  Canadian  provinces.  These  funds  are  not  included  in  the  government-wide  statements,  because  they  are  held  on 
behalf  of  various  political  subdivisions  and  other  interested  parties  and  they  are  not  available  for  Department  use. 

(C)    Measurement  Focus,  Basis  of  Accounting  and  Financial  Statement  Presentation 
1.  Government-wide  Financial  Statements 

The  government-wide,  proprietary  and  fiduciary  fund  financial  statements  are  reported  using  the  economic  resources 
measurement  focus  and  the  accrual  basis  of  accounting.  Revenues  are  recorded  when  earned  and  expenses  are  recorded  at 
the  time  liabilities  are  incurred,  regardless  of  when  the  related  cash  flows  take  place.  Nonexchange  transactions  in  which  the 
Department  gives  (or  receives)  value  without  directly  receiving  (or  giving)  equal  value  in  exchange  include  fuel  taxes,  sales  and 
use  taxes,  Medicare  Part  D  federal  subsidy,  grants,  entitlements,  and  donations.  On  an  accrual  basis,  revenues  from  fuel  taxes 
and  sales  and  use  taxes  are  recognized  in  the  fiscal  year  in  which  the  underlying  exchange  transaction  occurs.  Revenues  from 
Medicare  Part  D,  based  on  the  current  funding  level  from  the  federal  government,  are  recognized  in  the  fiscal  year  in  which  the 
revenue-generating  transaction  occurs.  Because  potential  retroactive  adjustments  to  the  federal  subsidy  are  not  measurable, 
the  revenue  impact  is  recognized  in  the  fiscal  period  in  which  an  adjustment  is  made  by  the  federal  government.  Revenues  from 
grants,  entitlements,  and  donations  are  recognized  in  the  fiscal  year  in  which  all  eligibility  requirements  imposed  by  the  provider 
have  been  met. 
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2.  Fund  Financial  Statements 

Governmental  funds  are  reported  using  the  current  financial  resources  measurement  focus  and  the  modified  accrual  basis  of 
accounting.  Under  this  method,  all  revenue  sources  are  recognized  when  measurable  and  available.  Revenues  are  considered 
to  be  available  when  they  are  collectible  within  the  current  period  or  soon  enough  thereafter  to  pay  liabilities  of  the  current 
period.  For  this  purpose,  the  Department,  consistent  with  the  State  of  Missouri,  considers  revenues  to  be  available  if  they  are 
collected  within  60  days  of  the  end  of  the  current  fiscal  year.  Expenditures  are  recorded  when  the  related  fund  liability  is 
incurred,  except  for  principal  and  interest  on  general  long-term  debt,  claims  and  judgments,  and  compensated  absences,  which 
are  recognized  as  expenditures  to  the  extent  they  have  matured.  General  capital  asset  acquisitions  are  reported  as 
expenditures  in  governmental  funds.  Proceeds  of  general  long-term  debt  and  acquisitions  under  capital  leases  are  recorded  as 
other  financing  sources. 

Proprietary  funds  distinguish  operating  revenues  and  expenses  from  nonoperating  items.  The  Department's  operating  revenues 
and  expenses  generally  result  from  providing  services  in  connection  with  the  internal  service  funds'  principal  ongoing  operations. 
The  principal  operating  revenues  are  charges  for  insurance  premiums.  Operating  expenses  include  self-insurance  claims, 
benefits  claims,  insurance  premiums,  and  administrative  expenses.  Investment  income  is  reported  as  nonoperating  revenue. 

When  both  restricted  and  unrestricted  resources  are  available  for  use,  it  is  the  Department's  policy  to  use  restricted  resources 
first,  then  unrestricted  resources  as  they  are  needed. 

(D)    Assets,  Liabilities,  and  Net  Assets 

1.  Cash  and  Cash  Equivalents  and  Investments 

Cash  and  cash  equivalents  include  cash  and  repurchase  agreements,  which  are  investments  with  original  maturities  of  three 
months  or  less.  Investments  are  valued  at  fair  value. 

2.  Inventories 

Inventories,  primarily  consisting  of  maintenance  and  sign  shop  materials,  are  valued  at  cost  using  the  weighted  average  method. 
Inventories  are  recorded  in  the  governmental  funds  as  expenditures  when  consumed  rather  than  when  purchased. 

3.  Interfund  Transactions 

The  Department  has  the  following  types  of  interfund  transactions  between  Department  funds  and  funds  of  other  State  agencies: 

Interfund  services  provided  and  used  -  sales  and  purchases  of  goods  and  services  between  funds  for  a  price 
approximating  their  external  exchange  value.  Interfund  services  provided  and  used  are  reported  as  revenues  in  seller  funds 
and  as  expenditures  or  expenses  in  purchaser  funds.  Internal  activity  is  included  in  the  government-wide  statements  by 
eliminating  off-setting  revenues  and  expenses. 

Transfers  -  flows  of  assets  (such  as  cash  or  goods)  without  equivalent  flows  of  assets  in  return  and  without  a  requirement 
for  repayment.  In  governmental  funds,  transfers  are  reported  as  other  financing  uses  in  the  funds  making  transfers  and  as 
other  financing  sources  in  the  funds  receiving  transfers. 

4.  Capital  Assets 

Capital  assets,  such  as  land,  buildings,  equipment,  and  infrastructure  assets,  are  reported  at  cost  (or  estimated  historical  cost) 
as  governmental  activities  in  the  government-wide  financial  statements.  Infrastructure  assets  are  those  assets  that  are  normally 
immovable  and  of  value  to  the  citizens  of  the  State  of  Missouri,  such  as  roads,  bridges,  streets  and  sidewalks,  drainage 
systems,  lighting  systems,  and  similar  items.  The  Department  capitalizes  assets  with  an  expected  useful  life  of  more  than  one 
year  with  a  cost  greater  than  $1 ,000  for  equipment  and  $1 5,000  for  buildings  and  land  improvements.  No  dollar  threshold  is  set 
for  land  and  infrastructure.  Donated  capital  assets  are  recorded  at  their  fair  market  value  at  the  date  of  the  donation. 
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Capital  assets  utilized  in  the  governmental  funds  are  recorded  as  expenditures  in  the  governmental  fund  financial  statements. 
Depreciation  expense,  including  amortization  of  leased  capital  assets,  is  recorded  in  the  government-wide  financial  statements. 

Capital  assets,  including  infrastructure,  are  depreciated  or  amortized  on  the  straight-line  method  over  the  asset's  estimated 
useful  life.  There  is  no  depreciation  recorded  for  land,  permanent  easements,  construction  in  progress,  and  infrastructure  in 
progress.  Generally,  estimated  useful  lives  are  as  follows: 


5.  Deferred  Revenue 

The  Department  has  recorded  deferred  revenue  in  the  Road  Fund  and  Highway  Fund  relating  to  long-term  cost  reimbursement 
receivables  and  in  nonmajor  funds  relating  to  local  matches  for  pass-through  funds.  Deferred  revenue  in  the  internal  service 
funds  is  employee  medical  insurance  premiums  received  and  held  for  the  subsequent  month's  coverage.  These  amounts  are 
reported  as  deferred  because  they  are  unearned  as  of  year-end. 

6.  Compensated  Absences 

Under  the  terms  of  the  Department's  personnel  policy,  Department  employees  are  granted  10  to  14  hours  of  annual  leave  per 
month.  Additionally,  certain  employees  can  accrue  a  maximum  of  240  hours  of  compensatory  time  for  unpaid  overtime. 
Employees  have  accrued  annual  leave  and  compensatory  time  available  amounting  to  $37,898,074  and  $36,841 ,734  as  of  June 
30,  2009  and  2008,  respectively,  that  is  recorded  in  the  government-wide  financial  statements.  Because  employees  are  not 
paid  for  accumulated  sick  leave  upon  retirement  or  termination,  no  liability  has  been  recorded  for  accumulated  sick  leave. 

7.  Bond  Premiums,  Discounts,  and  Issuance  Costs 

In  the  government-wide  financial  statements,  bond  premiums  and  discounts,  including  the  deferred  amount  on  refunding  as  well 
as  issuance  costs,  are  deferred  and  amortized  over  the  life  of  the  bonds  using  the  effective  interest  method.  Bonds  payable  are 
reported  net  of  the  applicable  bond  premium  or  discount  and  deferred  amount  on  refunding. 

In  the  fund  financial  statements,  governmental  fund  types  recognize  bond  premiums  and  discounts,  as  well  as  bond  issuance 
costs,  during  the  current  period.  The  face  amount  of  debt  issued  is  reported  as  other  financing  sources.  Premiums  on  debt 
issuances  are  reported  as  other  financing  sources  and  discounts  are  reported  as  other  financing  uses.  Issuance  costs,  whether 
or  not  withheld  from  the  actual  debt  proceeds  received,  are  reported  as  debt  service  expenditures. 

8.  Pollution  Remediation  Obligations 

MoDOT  estimates  the  components  of  expected  pollution  remediation  activities  and  determines  whether  expected  outlays  for 
those  components  should  be  accrued  as  a  liability  and  expensed  or,  if  appropriate,  capitalized.  Pollution  remediation  obligations 
are  measured  at  the  current  cost  of  future  activities  and  are  valued  using  the  expected  cash  flow  method,  which  measures  the 
liability  based  on  probability-weighted  amounts.  The  determined  liabilities  could  change  over  time  due  to  changes  in  costs  of 
goods  and  services,  changes  in  remediation  technology  or  changes  in  laws  and  regulations  governing  the  remediation  efforts. 

9.  Reservations  of  Fund  Balances 

In  the  fund  financial  statements,  governmental  funds  report  reservations  of  fund  balances  to  indicate  that  a  portion  of  the  fund 
balance  is  not  available  for  appropriations  or  is  restricted  by  law  or  contract  for  a  specific  purpose. 

10.  Net  Assets 

In  the  government-wide  and  proprietary  fund  financial  statements,  equity  is  displayed  as  follows: 

Invested  in  Capital  Assets,  Net  of  Related  Debt  -  This  consists  of  capital  assets,  net  of  accumulated  depreciation,  less 
the  outstanding  balances  of  any  bonds,  notes,  or  other  borrowings  that  are  attributable  to  the  acquisition,  construction,  or 
improvement  of  those  assets. 

Restricted  -  This  consists  of  net  assets  that  are  legally  restricted  by  outside  parties  or  by  law  through  constitutional 
provisions  or  enabling  legislation.  This  also  includes  unexpended  bond  or  lease  proceeds  less  the  related  outstanding 
liability.  Total  restricted  net  assets  at  June  30,  2009  and  June  30,  2008,  $678,642,654  and  $1,061,821,340,  respectively, 
were  restricted  by  enabling  legislation. 
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1 1.  Use  of  Estimates 

The  preparation  of  financial  statements  in  conformity  with  accounting  principles  generally  accepted  in  the  United  States  of 
America  (GAAP)  requires  management  to  make  estimates  and  assumptions  that  affect  the  reported  amounts  of  assets, 
liabilities,  and  disclosures  of  contingent  assets  and  liabilities  at  the  date  of  the  financial  statements  and  the  reported  amounts  of 
revenues,  expenses  or  expenditures  and  other  changes  in  net  assets  or  fund  balances  during  the  reporting  period.  Actual 
results  could  differ  from  those  estimates. 

12.  Reclassifications 

Certain  reclassifications  have  been  made  to  the  2008  financial  statements  to  conform  to  the  2009  financial  statement 
presentation.  This  had  no  effect  on  net  assets. 


Note  2:  Deposits  and  Investments 

Cash  and  investments  include  amounts  held  by  the  State  Treasurer's  Office  as  required  by  the  state  constitution  for  all  state 
funds  of  the  primary  government.  Interest  income  earned  on  cash  and  investments  in  the  State  Treasury  is  allocated  to  the 
funds  based  on  the  respective  investment  and  cash  balances.  In  addition,  cash  and  investments  also  include  funds  held  in 
depository  banks,  as  allowed  by  state  statute. 

By  policy,  investments  may  include  time  deposits,  linked  deposits,  certificates  of  deposit,  commercial  paper,  bankers' 
acceptances,  repurchase  agreements  and  reverse  repurchase  agreements,  U.S.  Treasury  obligations,  and  federal  agency 
securities.  The  Department's  investments  are  reported  at  fair  value.  While  the  majority  of  the  Department's  investments  are 
pooled  in  the  State  Treasury  or  with  the  Department  of  Revenue,  a  portion  is  held  at  banks  outside  those  state  agencies.  At 
June  30,  2009  and  2008,  the  Department's  portfolio  of  non-pooled  funds  had  $133,822,474  and  $135,563,506,  respectively,  of 
uninsured,  unregistered  investments  held  in  the  Commission's  or  State's  name.  Also  at  June  30,  2009  and  2008,  the 
Department  had  book  balances  of  $44,474,493  and  $2,876,789,  respectively,  of  repurchase  agreements.  Of  the  total 
repurchase  agreements'  bank  balances  of  $45,759,134  and  $5,389,002  at  June  30,  2009  and  2008,  respectively,  securities 
were  held  by  a  financial  institution's  trust  department  in  the  Commission's  or  State's  name,  except  that  at  June  30,  2008, 
$2,631 ,987  was  not  collateralized. 

Interest  Rate  Risk  -  The  State  Treasurer's  Office  policy  states  it  will  minimize  the  risk  the  market  value  of  investments  will  fall 
due  to  changes  in  general  interest  rates  by  maintaining  an  effective  duration  of  less  than  1 .5  years  and  holding  at  least  40 
percent  of  the  portfolio's  total  market  value  in  securities  with  a  maturity  of  1 2  months  or  less.  MoDOT's  policy  for  the  investment 
portfolios  of  non-pooled  funds  states  they  are  to  be  structured  so  securities  mature  to  meet  cash  requirements  for  ongoing 
operations,  thereby  avoiding  the  need  to  sell  securities  on  the  open  market  prior  to  maturity.  Of  the  total  non-pooled 
investments,  $133,607,306  is  highly  sensitive  to  interest  rate  changes,  because  the  investments  are  callable  or  subject  to 
prepayment.  The  effective  maturities  are  disclosed  based  on  assumptions  provided  by  the  Department's  investment  advisor. 

Credit  Risk  -  The  State  Treasurer's  Office  policy  states  it  will  minimize  the  risk  of  loss  due  to  the  failure  of  a  security  issuer  or 
backer  by  pre-approving  financial  institutions,  companies,  brokers,  and  dealers,  and  conducting  regular  credit  monitoring  and 
due  diligence.  MoDOT's  policy  for  the  investment  portfolios  of  non-pooled  funds  states  they  are  to  be  limited  to  the  safest  types 
of  securities,  as  described  above.  The  policies  for  both  portfolios  require  diversification  so  potential  losses  on  individual 
securities  will  be  minimized. 

Concentration  of  Credit  Risk  -  The  policies  of  both  the  State  Treasurer's  Office  and  MoDOT  state  investments  are  to  be 
diversified  and  limits  are  set  to  minimize  the  risk  of  loss  resulting  from  excess  concentration  in  a  specific  maturity,  issuer  or  class 
of  security.  The  asset  allocation  is  periodically  reviewed  by  the  State  Treasurer  and  the  Department's  investment  advisor.  At 
June  30,  2009  and  2008,  no  investments  in  any  one  organization  (other  than  those  issued  or  sponsored  by  the  U.S. 
Government  and  those  in  pooled  investments)  represented  five  percent  of  total  investments. 
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At  June  30,  2009,  the  Department's  cash  and  investments  consisted  of  the  following: 


Cash  and  investments: 
Cash  and  investments 
pooled  in  the  State 
Treasury 

Cash  deposited  with 
banks 

U.S.  agency  obligations 
U.S.  Treasury  obligations 
Certificate  of  deposit 
Repurchase  agreements 

Restricted  assets: 
Cash  and  investments 
pooled  in  the  State 
Treasury 

Cash  and  investments 
pooled  with  the  Mo. 
Dept.  of  Revenue 

Cash  deposited  with 
banks 

U.S.  agency  obligations 
U.S.  Treasury  obligations 
Certificate  of  deposit 
Repurchase  agreements 


State 
Highways  and 
Transportation 
Department 

Fund 


State  Road 
Fund 


State  Road 
Bond  Fund 


Nonmajor 
Funds 


Internal 
Service 
Funds 


$9,987,731        $527,324,603     $18,804,447     $22,689,616  $ 


$9.987,731        $527,324,603     $18,804,447  $22,689,616 


$  73,665,583  $ 


2,445 
84,484,167 
15,168 

19,926,853 
$104,428,633 


5,476,868 
6,334,518 


$  85.476.969  $ 


200,000 
100,000 

$  300.000 


Agency 
Funds 


4,525,832 

205 
42,788,621 


24,547,640 
671.862.298 


At  June  30,  2008,  the  Department's  cash  and  investments  consisted  of  the  following: 


Cash  and  investments: 
Cash  and  investments 
pooled  in  the  State 
Treasury 

Cash  deposited  with 
banks 

U.S.  agency  obligations 
U.S.  Treasury  obligations 
Certificate  of  deposit 
Repurchase  agreements 

Restricted  assets: 
Cash  and  investments 
pooled  in  the  State 
Treasury 

Cash  and  investments 
pooled  with  the  Mo. 
Dept.  of  Revenue 

Cash  deposited  with 
banks 

U.S.  agency  obligations 
U.S.  Treasury  obligations 
Certificate  of  deposit 
Repurchase  agreements 


State 
Highways  and 
Transportation 
Department 

Fund 


State  Road 
Fund 


State  Road 
Bond  Fund 


Nonmajor 
Funds 


Internal 
Service 
Funds 


$6,645,976       $912,894,240     $14,409,344     $27,002,267  $ 

5,048 
93,036,928 
13,364 
9,247 

 ™   —   —   ~  2,091,636 

$6,645,976       $912,894,240     $14,409,344     $27,002,267  $95,156,223 


$  73,879,226  $ 


200,000 
100,000 


Agency 
Funds 


$  73.879.226  $_ 


7,199,488 

1,179,242 
42,313,215 


785,153 


$     300.000      $51 .477.098 
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At  June  30,  2009,  the  Department's  investments  had  the  following  maturities: 

 Investment  maturities  (in  years)  

Investment  type               Fair  Value           Less  than  1  1  to  5  6  to  10 

Repurchase  agreements            $  44,474,493         $  44,474,493  $           —  $ 
Certificate  of  deposit                       100,000  100,000 

U.S.  Treasury  obligations                 215,168                      —  215,168 

U.S.  agency  obligations               133,607,306            71,735,318  58,923,755  2,948,233 

$178.396.967         $116.309.811  $59.138.923  $2.948.233 


At  June  30,  2008,  the  Department's  investments  had  the  following  maturities: 

Investment  maturities  (in  years) 
 Investment  type               Fair  Value           Less  than  1  1  to  5 

Repurchase  agreements            $   2,876,789         $    2,876,789  $ 
Certificate  of  deposit                       109,247  109,247 
U.S.  Treasury  obligations                 213,364  213,364 

U.S.  agency  obligations               135,350,142           110,637,094  24,713,048 

$138.549.542         $113.836.494  $24.713.048 


At  June  30,  2009  and  2008,  the  Department's  investments  were  rated  as  shown  below.  This  disclosure  does  not  include 
repurchase  agreements,  pooled  investments,  or  the  certificate  of  deposit. 


Investment  Type 


Moody's 


Standard 
and  Poors 


Fair  Value 


2009 


2008 


U.S.  agency  obligations  Aaa 
U.S.  agency  obligations 

U.S.  agency  obligations  not  rated 

U.S.  Treasury  obligations  Aaa 


AAA 
not  rated 


$  92,128,007 
31,135,337 
10,343,962 
215,168 

$133,822.474 


$133,146,011 

2,204,131 
213,364 
$135,563,506 
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Note  3:  Receivables 

Reimbursement  receivables  consist  of  billings  to  outside  entities  for  repayment  of  expenditures  incurred  by  MoDOT.  Also 
included  are  miscellaneous  receivables  from  contractors  and  others.  Reimbursement  receivables  are  shown  net  of  an 
allowance  for  doubtful  accounts  of  $1,615,773  and  $1,395,296  at  June  30,  2009  and  2008,  respectively.  The  Department 
provides  an  allowance  based  upon  a  review  of  the  outstanding  receivables,  historical  collection  information  and  existing 
economic  conditions. 

Contributions  receivable  consists  of  amounts  due  from  participating  employers  and  members  in  the  Department's  insurance  and 
risk  management  plans.  The  federal  government  receivable  represents  funds  to  be  received  on  federally-participating  projects. 
Loans  receivables  represent  loans  to  cities  and  counties  for  nonhighway-related  projects,  such  as  airport  improvements.  The 
contractual  agreement  receivable  consists  of  an  arrangement  with  the  State's  Department  of  Revenue  related  to  license  plate 
reissuance. 

Receivables  at  June  30,  2009  for  the  government's  individual  major  funds,  nonmajor  funds,  and  internal  service  funds  were  as 
follows: 


State  Highways 
and 

Transportation 
Department 
Fund 


State  Road 
Fund 


State 
Road  Bond 
Fund 


State  taxes,  licenses,  and  fees 
Federal  government 
Miscellaneous: 

Reimbursements 

Interest 

Contributions 
Total  miscellaneous 
Contractual  agreement 
Loans 


$109,836,125 


2,814,617 
193,565 

3,008,182 


$112.844.307 


$  15,095,944 
41,534,217 

52,093,979 
2,723,655 

54,817,634 
3,090,920 

$114.538.715 


$8,148,922 


96,727 


96.727 


$8.245.649 


Receivables  at  June  30,  2008  for  the  government's  individual  major  funds,  nonmajor  funds,  and  internal  service  funds  were  as 
follows: 


State  Highways 

and 

Transportation 

State 

Department 

State  Road 

Road  Bond 

Fund 

Fund 

Fund 

State  taxes,  licenses,  and  fees 

$107,660,143 

$14,368,511 

$10,293,434 

Federal  government 

37,631,133 

Miscellaneous: 

Reimbursements 

1,056,508 

27,508,027 

Interest 

329,273 

5,711,092 

120,222 

Contributions 

Total  miscellaneous 

1,385,781 

33,219,119 

120,222 

Contractual  agreement 

4,003,916 

Loans 

$109,045,924 

$89,222,679 

$10,413,656 
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Federal  Internal 

Stimulus           Nonmajor  Service  Due  Within 

Fund                 Funds  Funds  Total  One  Year 

$            —         $    586,374  $          —  $133,667,365  $133,667,365 

10,313,064            9,603,506  —  61,450,787  61,450,787 

421,280  460,557  55,790,433  52,632,384 

71,264  428,653  3,513,864  3,513,864 

 ~   ~  1,320,167  1,320,167  1,320,167 

 ~              492,544  2,209,377  60,624,464  57,466,415 

3,090,920  3,090,920 

 ™            2,828,123   ~  2,828,123  464,345 

$10.313.064         $13.510.547  $2.209.377  $261.661.659  $256.139.832 


Internal 

Nonmajor  Service  Due  Within 

Funds  Funds  Total  One  Year 


$  997,254  $          —  $133,319,342  $131,495,813 

6,165,169  —  43,796,302  43,796,302 

30,089  72,200  28,666,824  24,295,508 
116,933  666,997  6,944,517  6,944,517 
 ™  1 ,244,400  1 ,244,400  1 ,244,400 


147,022          1,983,597           36,855,741  32,484,425 

4,003,916  4,003,916 

2,318,237   ~             2,318,237  460,744 

$9,627,682        $1,983,597        $220,293,538  $212,241,200 
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Note  4:  Capital  Assets 


Changes  in  capital  assets  for  the  year  ended  June  30,  2009  are  summarized  below: 


Beginning 
Balance 


Additions 


Deletions/ 
Retirements 


Transfers 


Ending 
Balance 


Nondepreciable  capital  assets 
Land 

Construction  in  progress 
Infrastructure  in  progress 
Total  nondepreciable 
capital  assets 
Depreciable  capital  assets 
Land  improvements 
Buildings 
Equipment 
Vehicles 
Infrastructure 

Total  depreciable  capital 
assets 

Accumulated  depreciation 
Land  improvements 
Buildings 
Equipment 
Vehicles 
Infrastructure 

Total  accumulated 

depreciation 
Total  depreciable  capital 

assets,  net 
Total  net  capital  assets 


$  2,359,039,742 
165,369,263 
2,672,051,651 

5,196,460,656 

14,412,383 
212,256,354 
278,181,633 
179,653,968 
41,257,723,313 

41,942,227,651 

7,462,328 
75,387,932 
154,879,879 
115,167,243 
20,393,782,055 

20,746,679,437 

21,195,548,214 
$26.392.008.870 


$  2,613,065 
95,627,872 
1,169,498,939 

1,267,739,876 


110,274 
23,754,010 
15,008,859 


38,873,143 

543,181 
8,135,175 
21,738,751 
15,688,418 
703,548,827 

749,654,352 

(710,781,209) 
556.958.667 


$  6,750,811 


6,750,811 


1,814,526 
12,286,633 

7,256,815 
37,649,253 

59,007,227 


1,313,569 
11,126,373 

6,910,993 
37,649,253 

57,000,188 

2,007,039 
$  8.757.850 


5  50,727,531 
(70,688,234) 
(1,380,510,195) 

(1,400,470,898) 

552,456 
18,976,448 


1,380,510,195 
1,400,039,099 


(431 ,799) 


$  2,405,629,527 
190,308,901 
2,461,040,395 

5,056,978,823 

14,964,839 
229,528,550 
289,649,010 
187,406,012 
42,600,584,255 

43,322,132,666 

8,005,509 
81,777,739 
165,492,257 
123,944,668 
21,059,681,629 


(431,799)  21,438,901,802 


1 ,400,470,898 


21,883,230,864 
$26.940.209.687 


Changes  in  capital  assets  for  the  year  ended  June  30,  2008  are  summarized  below: 


Beginning 
Balance 


Additions 


Deletions/ 
Retirements 


Transfers 


Ending 
Balance 


Nondepreciable  capital  assets 
Land 

Construction  in  progress 
Infrastructure  in  progress 
Total  nondepreciable 
capital  assets 
Depreciable  capital  assets 
Land  improvements 
Buildings 
Equipment 
Vehicles 
Infrastructure 

Total  depreciable  capital 
assets 

Accumulated  depreciation 
Land  improvements 
Buildings 
Equipment 
Vehicles 
Infrastructure 

Total  accumulated 

depreciation 
Total  depreciable  capital 

assets,  net 
Total  net  capital  assets 


$  2,238,235,277 
212,571,687 
2,733,987,396 

5,184,794,360 

13,946,880 
211,685,130 
275,888,304 
179,636,263 
40,251,481,313 

40,932,637,890 

6,968,256 
69,275,452 
155,087,868 
107,625,275 
19,777,917,094 

20,116,873,945 

20,815,763,945 
$26.000.558.305 


I  96,566 
78,201,436 
1,028,231,625 

1,106,529,627 

21,131 
622,846 
26,504,574 
9,818,207 


36,966,758 

494,072 
7,016,771 
22,401,896 
16,753,400 
699,790,331 

746,456,470 

(709,489,712) 
397.039.915 


$  2,929,052 


2,929,052 


1,374,159 
24,211,245 

9,800,502 
83,925,370 

119,311,276 


904,291 
22,609,885 
9,211,432 
83,925,370 

116,650,978 

2,660,298 
$  5.589.350 


5  123,636,951 
(125,403,860) 
(1,090,167,370) 

(1,091,934,279) 

444,372 
1 ,322,537 


1,090,167,370 
1,091,934,279 


1,091,934,279 


$  2,359,039,742 
165,369,263 
2,672,051,651 

5,196,460,656 

14,412,383 
212,256,354 
278,181,633 
179,653,968 
41,257,723,313 

41,942,227,651 

7,462,328 
75,387,932 
154,879,879 
115,167,243 
20,393,782,055 

20,746,679,437 

21,195,548,214 
$26.392.008.870 
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Note  5:  Risk  Management 

The  Department  is  exposed  to  various  risks  of  loss  related  to  torts;  theft  of,  damage  to,  and  destruction  of  assets;  errors  and 
omissions;  injuries  to  employees;  and  natural  disasters.  In  addition,  various  lawsuits  against  the  Department  arise  incident  to 
the  Department's  normal  operations.  These  risks  have  been  classified  as  workers'  compensation,  vehicle  liability,  general 
liability,  condemnation  and  inverse  condemnation,  contractor  suits,  employment  suits,  environmental  regulatory  liability,  and  levy 
and  drainage  district  suits.  It  is  the  policy  of  the  Department  to  manage  its  risks  internally,  with  the  exception  of  purchased 
earthquake  and  major  building  insurance  policies.  No  insurance  settlements  exceeded  coverage  in  the  last  three  years.  In 
addition,  all  State  employees  and  officers  are  covered  by  the  State's  Legal  Expense  Fund. 

(A)    Workers'  Compensation,  Vehicle  and  General  Liabilities 


The  Department  sets  aside  assets  for  the  settlement  of  workers'  compensation,  vehicle  liability  and  general  liability  claims  in  an 
internal  service  fund,  the  MHTC  Self-Insurance  Fund.  Section  537.610,  RSMo  limits  the  liability  of  the  State  and  its  public 
entities  on  claims  within  the  scope  of  Sections  537.600  to  537.650  RSMo,  except  for  those  claims  governed  by  the  provisions  of 
the  Missouri  Workers'  Compensation  Law,  Chapter  287,  RSMo.  The  limits  were  $2,525,423  and  $2,418,992  for  all  claims 
arising  out  of  a  single  accident  or  occurrence,  and  $378,814  and  $362,849  for  any  one  person  in  a  single  accident  or 
occurrence,  at  June  30,  2009  and  2008,  respectively,  as  set  by  the  Missouri  Department  of  Insurance. 

Estimated  pending  self-insurance  claims  represent  the  expected  losses  to  be  realized  on  known  claims  pending  and  include 
minor  non-incremental  claims  adjustment  expenses.  Estimated  unreported  claims  represent  expected  losses  or  claims  incurred 
but  not  reported.  Amounts  are  reported  based  on  actuarial  calculations.  Liabilities  for  incurred  losses  related  to  workers' 
compensation,  and  general  and  vehicle  liability  claims  are  reported  at  their  discounted  value,  assuming  an  investment  yield  of  4 
percent. 

Changes  in  pending  self-insurance  claims  and  incurred  but  not  reported  claims  for  workers'  compensation,  vehicle  and  general 
liability  during  the  past  two  years  are  as  follows: 

Current  Claims 

Beginning  and  Estimate  Claim  Ending 

Balance  Changes  Payments  Balance 

2009  $  65,171,440  $18,461,630  $  14,856,627  $  68,776,443 

2008  $  51,314,552  $31,448,355  $  17,591,467  $  65,171,440 


(B)    Other  Claims 

Claims  for  condemnation  and  inverse  condemnation,  contractor  suits,  levy  and  drainage  district  suits,  environmental  regulatory 
liability,  and  employment  suits  are  paid  from  the  State  Road  Fund.  Liabilities  are  reported  when  it  is  probable  that  a  loss  has 
occurred  and  the  amount  of  that  loss  can  be  reasonably  estimated.  As  listed  in  the  Financing  and  Other  Obligations  note 
disclosure,  the  Department  has  approximately  $5,926,304  and  $1,775,783  in  claims  and  judgments  payable  at  June  30,  2009 
and  2008,  respectively.  The  Department  is  involved  in  other  such  suits  for  which  no  liability  has  been  recorded,  as  a  probable 
loss  has  not  occurred.  The  aggregate  potential  liability  of  all  claims  deemed  probable  or  possible  to  result  in  a  loss  was 
estimated  to  be  approximately  $9,111,304  and  $5,589,783  as  of  June  30,  2009  and  2008,  respectively.  These  estimates  are 
within  a  range  of  $6,961,447  to  $41,555,547  and  $3,167,783  to  $18,674,783  as  of  June  30,  2009  and  2008,  respectively. 


Note  6:  Medical  and  Life  Insurance  Plan 

The  MoDOT  and  Missouri  State  Highway  Patrol  (MSHP)  Insurance  Plan  (the  Medical  and  Life  Insurance  Plan)  Internal  Service 
Fund  accounts  for  the  medical  coverage  provided  on  a  self-insured  basis  and  life  insurance  benefits  underwritten  by  a 
commercial  insurance  company.  These  benefits  are  available  to  employees,  retirees,  certain  disabled  employees,  spouses, 
certain  dependents,  and  survivors  of  deceased  employees  and  retirees  of  the  Department,  the  Missouri  State  Highway  Patrol, 
and  the  MoDOT  and  Patrol  Employees'  Retirement  System.  Changes  to  plan  benefits  and  funding  are  required  to  be  approved 
by  the  Commission.  Incurred  but  not  reported  claims  of  $12,000,000  and  $12,400,000  were  reported  in  the  Medical  and  Life 
Insurance  Plan  as  of  June  30,  2009  and  2008,  respectively. 
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Claims  incurred  but  not  reported  represent  estimated  unreported  claims.  This  liability  is  established  from  an  actuarial  report, 
which  is  based  on  data  provided  by  the  Department  and  claims  administrators.  Changes  in  this  incurred  but  not  reported  claims 
liability  during  the  past  two  years  are  as  follows: 

Current  Claims 

Beginning  and  Estimate  Claim  Ending 

Balance  Changes  Payments  Balance 

2009  $  12,400,000  $95,637,552  $  96,037,552  $  12,000,000 

2008  $  11,000,000  $94,445,290  $  93,045,290  $  12,400,000 


Note  7:  Other  Post-Employment  Benefits  (OPEB) 


The  Department  provides  a  portion  of  health  care  insurance  through  the  Medical  and  Life  Insurance  Plan,  as  discussed  in  the  prior 
Note,  in  accordance  with  Section  104.270,  RSMo.  For  purposes  of  reporting  OPEB  costs  and  obligations  in  accordance  with 
Governmental  Accounting  Standards  Board  (GASB)  Statement  45,  the  Insurance  Plan  is  considered  an  agent  multiple-employer 
defined  benefit  plan.  Eligible  members  are  employees  who  retire  from  the  Department  with  a  minimum  of  5  years  of  state  service 
and  who  participate  in  the  Medical  and  Life  Insurance  Plan.  Premiums  vary  by  coverage  categories,  which  include  retirees,  certain 
disabled  employees,  spouses,  certain  dependents,  and  survivors  of  deceased  employees  and  retirees.  Members'  and  the 
Department's  required  contribution  rates  average  approximately  51.0  percent  and  49.0  percent,  respectively,  of  total  premiums. 
Plan  member  contributions  range  from  $11  to  $586  per  month.  The  medical  insurance  benefits,  and  employer  and  member 
contribution  amounts,  are  recommended  by  the  Medical  and  Life  Insurance  Plan's  Board  of  Trustees  and  are  approved  by  the 
Commission.  The  Insurance  Plan  is  financed  on  a  pay-as-you-go  basis.  These  other  post-employment  benefit  costs  are  included 
in  the  Medical  and  Life  Insurance  Plan  Internal  Service  Fund. 


The  Department's  portion  of  the  total  Plan's  annual  OPEB  cost  of  $90.9  million  and  $96.3  million  was  $65.8  million  and  $69.7 
million  as  of  June  30,  2009  and  2008,  respectively.  The  Department  contributed  $19.0  million  in  fiscal  years  2009  and  2008,  29.0 
percent  and  27.0  percent,  including  implicit  rate  subsidies,  during  fiscal  years  2009  and  2008,  respectively.  Although  funding  is  not 
related  to  payroll  amounts,  an  equivalent  Annual  Required  Contribution  (ARC)  rate  would  be  24.6  percent  and  26.5  percent  of 
annual  covered  payroll  of  $267,292,152  and  $262,657,307  for  fiscal  years  2009  and  2008,  respectively.  The  Department's  share 
of  the  $136.7  million  and  $71.1  million  OPEB  obligation  was  $97.5  million  and  $50.7  million  at  June  30,  2009  and  2008, 
respectively.  MoDOT's  share  of  the  changes  in  the  Plan's  net  OPEB  obligation  at  June  30,  2009  is  as  follows: 


Normal  cost  $  23,845,869 

Amortization  payment  42,564,589 

Interest  on  net  OPEB  obligation  2,534,574 

Adjustment  to  ARC  (3,140,737) 

Annual  OPEB  cost  65,804,295 

Contributions  (19,039,491) 

Increase  in  net  OPEB  obligation  46,764,804 

Net  OPEB  Obligation  -  beginning  of  year  50,691,490 

Net  OPEB  Obligation  -  end  of  year  $  97,456,294 


Based  on  an  actuarial  report  dated  July  1,  2007,  the  Plan's  total  actuarial  accrued  liability  is  $935.7  million.  Because  the  Plan  is  an 
internal  service  fund  of  the  Department,  the  Plan's  assets  have  not  been  set  aside;  therefore,  there  is  no  actuarial  value  of  assets. 
The  Department's  portion  of  the  actuarial  accrued  liability  at  year-end  was  as  follows: 

Actuarial  accrued  liability  (AAL)  $  686,992,459 

Actuarial  value  of  assets   ™ 

Unfunded  actuarial  accrued  liability  (UAAL)  $  686,992,459 

Funded  ratio  (actuarial  value  of  plan  assets/AAL)  0% 

Covered  payroll  $  267,292, 1 52 

UAAL  as  a  percentage  of  covered  payroll  257% 


Actuarial  valuations  reflect  a  long-term  perspective  and  involve  estimates  of  the  value  of  reported  amounts  and  assumptions  about 
the  probability  of  events  far  into  the  future.  These  calculations  are  subject  to  continual  revision  as  actual  results  are  compared  to 
past  expectations  and  new  estimates  are  made  about  the  future.  A  Schedule  of  Funding  Progress,  presented  as  Required 
Supplementary  Information,  follows  the  Notes  to  the  Financial  Statements.  As  allowed  by  the  GASB,  this  reporting  requirement  is 
being  implemented  prospectively,  as  data  is  not  available  for  prior  years.  Over  time,  a  Schedule  of  Funding  Progress  presents 
trend  information  about  whether  the  actuarial  value  of  plan  assets  is  increasing  or  decreasing  relative  to  the  actuarial  accrued 
liability  for  benefits.  The  actuarial  calculations  have  been  based  on  the  substantive  plan  in  place  at  the  time  of  valuation  and  on  the 
pattern  of  cost  sharing  between  the  employers  and  members  at  that  point. 
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The  actuarial  methods  and  assumptions  utilized  in  the  valuation  were  as  follows: 

Actuarial  cost  method  projected  unit  credit 

UAAL  amortization  method  level  dollar  amount 

UAAL  amortization  period,  closed/open  30  years,  open 

Investment  return  (discount)  rate  5.0% 
Healthcare  cost  trend  rate  1 0%,  decreasing 

to  5%  in  2012 


Note  8:  Financing  and  Other  Obligations 

Changes  in  long-term  obligations  for  the  year  ended  June  30,  2009  were  as  follows: 


Amortization  of  financing  activity: 
Deferred  refunding 

difference 
Capital  lease  termination 
Discount 
Premium 


Beginning 

Discount 

Ending 

Obliqation 

Balance 

Additions 

Reductions 

Accreted 

Balance 

State  road  bonds 

$2,298,080,000 

$142,735,000 

$  84,890,000 

$ 

$2,355,925,000 

Advances  from  other 

entities 

16,042,464 

1 ,556,026 

2,904,453 

14,694,037 

Advances  from  State  of 

Missouri  component  units 

5,829,581 

300,000 

5,950,343 

120,762 

300,000 

Federal  Highway 

Administration  loan 

12,169,793 

12,169,793 

Capital  leases 

28,442,871 

581,389 

9,377,843 

19,646,417 

Claims  and  judgments 

1,775,783 

5,105,895 

955,374 

5,926,304 

Compensated  absences 

36,841,734 

26,526,222 

25,469,882 

37,898,074 

Other  post-employment 

benefits 

50,691 ,490 

46,764,804 

97,456,294 

Pollution  remediation 

153,657 

153,657 

$2,449,873,716 

$223,722,993 

$129,547,895 

$120,762 

$2,544,169,576 

(19,125,686) 
(151,960) 
(145,715) 
98,743,148 
$2.623.489.363 


Due  Within 
One  Year 

$  88,285,000 

1 ,577,983 


8,591,150 
2,964,755 
25,469,882 


153,657 
$127,042,427 


Changes  in  long-term  obligations  for  the  year  ended  June  30,  2008  were  as  follows: 


Obliqation 


State  road  bonds 
Advances  from  other 

entities 
Advances  from  State  of 

Missouri  component  units 
Federal  Highway 

Administration  loan 
Capital  leases 
Claims  and  judgments 
Compensated  absences 
Other  post-employment 

benefits 


Beginning 
Balance 

$1,833,795,000 

12,923,480 

18,529,744 

15,000,000 
35,224,693 
7,472,187 
34,843,085 

$1,957,788,139 


Amortization  of  financing  activity: 
Deferred  refunding 

difference 
Capital  lease  termination 
Discount 
Premium 


Additions 

$526,800,000 
4,538,796 


23,747,581 
313,084 
29,579,434 

50,691,490 
$635,670,385 


Reductions 

$  62,515,000 
1,419,812 
12,921,073 

2,830,207 
30,529,403 

6,009,488 
27,580,785 


Discount 
Accreted 


220,910 


Ending 
Balance 


$143,805,768  $220,910 


$2,298,080,000 

16,042,464 

5,829,581 

12,169,793 
28,442,871 
1 ,775,783 
36,841 ,734 

50,691 ,490 


Due  Within 
One  Year 

$  84,890,000 

2,704,453 

5,662,660 


8,753,575 
1,650,783 
27,580,785 


$2,449,873,716  $131,242,256 


(21,370,987) 
(344,719) 
(160,275) 
108,280,218 
$2.536.277.953 
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Payments  on  state  road  bonds  are  made  from  the  Road  Fund  and  the  Road  Bond  Fund.  Compensated  absences  are  liquidated 
by  the  governmental  funds  from  which  the  related  salaries  are  paid.  All  other  long-term  obligation  payments  are  made  from  the 
Road  Fund. 

The  detail  of  long-term  debt  is  as  follows: 

State  road  bonds:  2009  2008 


Series  A  2000  State  Road  bonds,  originally  issued  for  $250,000,000,  to  accelerate 
projects  in  the  Department's  five-year  plan  due  in  annual  installments  of  $6,610,000 
to  $13,315,000  beginning  February  1,  2002  through  2013;  interest  varying  from  4.30 
percent  to  5.63  percent;  secured  by  revenues  collected  under  Article  IV, 

Section  30(b)  of  the  Missouri  Constitution.  $     38,310,000     $  49,700,000 

Series  A  2001  State  Road  bonds,  originally  issued  for  $200,000,000,  to  finance 
projects  in  conformity  with  the  priorities  established  in  the  1992  plan  developed  by 
the  Department  due  in  annual  installments  of  $7,1 10,000  to  $10,535,000  beginning 
February  1 ,  2003  through  2015;  interest  varying  from  2.25  percent  to  5.125  percent; 
secured  by  revenues  collected  under  Article  IV,  Section  30(b)  of  the  Missouri 

Constitution.  40,115,000  48,890,000 

Series  A  2002  State  Road  bonds  originally  issued  for  $203,000,000,  to  finance 
projects  in  conformity  with  the  priorities  established  in  the  1992  plan  developed  by 
the  Department  due  in  annual  installments  of  $7,435,000  to  $10,075,000  beginning 
February  1 ,  2004  through  2015;  interest  varying  from  3.00  percent  to  5.25  percent; 
secured  by  revenues  collected  under  Article  IV,  Section  30(b)  of  the  Missouri 

Constitution.  46,185,000  54,670,000 

Series  A  2003  State  Road  bonds,  originally  issued  for  $254,000,000,  to  finance 
projects  in  conformity  with  the  priorities  established  in  the  1992  plan  developed  by 
the  Department  due  in  annual  installments  of  $8,1 25,000  to  $1 8,91 0,000  beginning 
February  1 ,  2005  through  2023;  interest  varying  from  2.00  percent  to  5.00  percent; 
secured  by  revenues  collected  under  Article  IV,  Section  30(b)  of  the  Missouri 

Constitution.  146,555,000  157,445,000 

Series  2006  Refunding  State  Road  bonds,  originally  issued  for  $394,870,000,  to 
advance  refund  certain  portions  of  Series  A  2000  through  2003  State  Road  bonds; 
due  in  annual  installments  of  $13,1 10,000  to  $61,200,000  beginning  February  1, 
2013  through  2022;  interest  varying  from  4.00  percent  to  5.00  percent;  secured  by 

revenues  collected  under  Article  IV,  Section  30(b)  of  the  Missouri  Constitution.  394,870,000  394,870,000 

Series  A  2005  State  Road  bonds,  originally  issued  for  $278,660,000,  to  finance 
projects  pursuant  to  the  Smoother,  Safer,  Sooner  road  and  bridge  program,  due  in 
annual  installments  of  $23,835,000  to  $33,940,000  beginning  May  1 ,  2006  through 
2015;  interest  varying  from  2.50  percent  to  5.00  percent;  secured  by  revenues 

collected  under  Article  IV,  Section  30(b)  of  the  Missouri  Constitution.  181,21 0,000  206,785,000 

Series  B  2005  State  Road  bonds,  originally  issued  for  $72,000,000,  to  finance 
projects  pursuant  to  the  Smoother,  Safer,  Sooner  road  and  bridge  program,  demand 
bonds  due  in  2015;  variable  interest  rate  determined  weekly,  not  to  exceed  10 
percent  or  the  maximum  rate  permitted  by  law;  secured  by  revenues  collected  under 
Article  IV,  Section  30(b)  of  the  Missouri  Constitution.  See  Variable  Rate  Demand 

Bonds  subsection.  58,920,000  58,920,000 

Series  A  2006  State  Road  bonds,  originally  issued  for  $296,670,000,  to  finance 
projects  pursuant  to  the  Smoother,  Safer,  Sooner  road  and  bridge  program;  due  in 
annual  installments  of  $10,000,000  to  $49,085,000;  beginning  in  2009  through 
2021 ;  interest  varying  from  3.75  percent  to  5.00  percent;  secured  by 

revenues  collected  under  Article  IV,  Section  30(b)  of  the  Missouri  Constitution.  286,670,000  296,670,000 

Series  B  2006  State  Road  bonds,  originally  issued  for  $503,330,000,  to  finance 
projects  pursuant  to  the  Smoother,  Safer,  Sooner  road  and  bridge  program  due  in 
annual  installments  of  $67,735,000  to  $1 21 ,21 0,000  beginning  in  2022  through  2026; 
interest  varying  from  4.50  percent  to  5.00  percent;  secured  by  revenues  collected 

under  Article  IV,  Section  30(b)  of  the  Missouri  Constitution.  503,330,000  503,330,000 
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Series  A  2007  State  Road  bonds,  originally  issued  for  $526,800,000,  to  finance 
projects  pursuant  to  the  Smoother,  Safer,  Sooner  road  and  bridge  program  due  in 
annual  installments  of  $1 ,600,000  to  $69,765,000  beginning  in  2009  through  2027; 
interest  varying  from  4.00  percent  to  5.25  percent;  secured  by  revenues  collected 

under  Article  IV,  Section  30(b)  of  the  Missouri  Constitution.  51 7,025,000  526,800,000 

Series  A  2008  Federal  Reimbursement  State  Road  Bonds,  originally  issued  for 
$142,735,000,  to  finance  federally-eligible  projects,  including  the  new  I-64  project  in 
St.  Louis,  due  in  annual  installments  of  $7,140,000  to  $12,870,000  beginning  in  2011 

through  2025;  interest  varying  from  3.00  percent  to  5.00  percent;  secured  by  142,735,000   — 

revenues  collected  from  federal  highway  reimbursements. 

$  2.355.925.000  $2.298.080.000 


The  Series  2000,  2001,  2002,  and  2003  bonds  are  Senior  Bonds  and  would  take  priority  in  payment  over  other  bonds.  The 
Series  A  2005  and  Series  A  and  B  2006  bonds  are  First  Lien  bonds.  The  Series  B  2005  bonds  are  Third  Lien  bonds.  The 
Series  A  2007  bonds  are  Second  Lien  bonds.  The  Series  A  2008  bonds  are  First  Lien  bonds  on  federal  highway  reimbursement 
revenues.  As  tax-exempt  issuances,  these  bonds  are  subject  to  federal  arbitrage  regulations.  Spending  requirements  have 
been  met  and  no  arbitrage  rebates  have  been  owed. 

•     Variable  Rate  Demand  Bonds 

The  Series  B  2005  State  Road  bonds  were  issued  as  variable  rate  instruments  with  weekly  rate  changes.  The 
remarketing  agents  determine  the  interest  rate  as  the  lowest  rate  that  will  permit  the  bonds  to  be  sold  at  par.  During  the 
year,  interest  rates  ranged  from  0.16  percent  to  8.41  percent.  Accrued  interest  is  paid  on  a  monthly  basis.  These  bonds 
are  demand  obligations  and  are  subject  to  tender.  If  the  tendered  bonds  cannot  be  remarketed,  the  remarketing  agents 
have  agreed  to  purchase  the  bonds  and  hold  them  for  a  maximum  of  180  days.  The  remarketing  agents  receive  quarterly 
fees  of  7.5  basis  points  of  amounts  outstanding  to  provide  the  service. 

Under  an  irrevocable  letter  of  credit  issued  by  State  Street  Bank  and  Trust  Company,  the  bank  is  obligated  to  pay  the 
bond  trustee  the  purchase  price  of  bonds  not  remarketed.  The  letter  of  credit  expires  July  21 ,  2012. 

If  monies  are  drawn  on  the  letter  of  credit,  the  Commission  may  pay  the  purchase  price  of  the  bonds  or  obtain  a  liquidity 
advance,  payable  60  days  following  the  advance,  with  interest  at  the  federal  funds  rate  plus  0.5  percent.  The  Commission 
may  enter  into  a  term  loan  of  up  to  three  years  bearing  interest  at  a  rate  equal  to  the  federal  funds  rate  plus  1 .5  percent.  If 
the  term  loan  were  to  be  utilized  because  the  outstanding  amount  of  $58,920,000  was  not  resold,  the  Commission  would 
be  required  to  pay  approximately  $10,123,000  semi-annually  for  3  years,  assuming  a  1.75  percent  interest  rate.  The 
Department  pays  quarterly  fees  of  1 7  basis  points  to  the  bank. 

In  October  2008,  due  to  the  volatile  interest  rate  environment,  one  remarketing  agent  was  not  able  to  remarket  all  of  the 
bonds.  As  a  result,  the  Commission  drew  funds  three  times  from  the  letter  of  credit,  creating  bank  bonds.  The 
remarketing  agent  was  successful  in  November  2008  in  remarketing  the  $2,489,417  in  bonds,  at  a  cost  of  $8,177.  As  of 
June  30,  2009,  all  bonds  have  been  remarketed  and  there  was  no  outstanding  balance  on  the  letter  of  credit. 


Defeased  Debt 

In  December  2006  (fiscal  year  2007),  the  Commission  defeased  $407.6  million  of  outstanding  State  Road  Bonds  by 
placing  funds  into  an  irrevocable  trust  to  provide  for  future  debt  service  payments  of  portions  of  Series  2000  through  2003 
bonds.  Accordingly,  the  trust  account  assets  and  those  portions  of  the  bonds  are  excluded  from  the  Department's 
financial  statements.  The  amounts  of  outstanding  bonds  considered  defeased  at  June  30,  2009  are  as  follows: 

Principal 

Bond  Series  Defeased 

2000  A  $135,980,000 

2001  A  105,075,000 

2002  A  109,165,000 

2003  A  57,390,000 

Total  $407,610,000 
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Advances  from  other  entities:  2009  2008 


County  of  St.  Charles  to  provide  a  location,  needs,  and  cost  study  of  a  river 
crossing  on  Highway  40  between  St.  Louis  County  and  St.  Charles  County;  principal 

due  on  July  1, 2020;  no  interest  will  accrue.  $      644,498       $  644,498 

City  of  O'Fallon  to  accelerate  a  portion  of  the  Route  364  (Page  Avenue  Extension) 
project,  which  consists  of  constructing  a  south  outer  road  parallel  to  Route  N 
between  Winghaven  Boulevard  to  Missouri  Route  K;  principal  due  July  1 ,  2015;  no 

interest  will  accrue.  8,835,335  8,835,335 

City  of  Monett  to  make  improvements  to  Route  60  in  Barry  County  from  1 .2  miles 
east  of  Route  37  to  1 .8  miles  east  of  Route  37;  principal  due  in  2010;  no  interest 

will  accrue.  1,120,692  1,120,692 

City  of  O'Fallon  to  extend  Bryan  Road  from  Feise  Road  to  Route  N  across  the  Route 
364  (Page  Avenue  Extension)  right  of  way;  principal  due  on  December  31 ,  2008;  no 

interest  will  accrue.  —  790,000 
County  of  St.  Charles  to  make  improvements  to  Routes  I-70  and  K;  principal  due 

July  1 ,  2009;  no  interest  will  accrue.  Final  payment  was  processed  in  June  2009.  —  200,000 
City  of  Joplin  to  make  improvements  to  the  intersection  of  Route  FF,  Route  43,  and 

32nd  Street;  principal  due  August  31,  2008  and  2009;  no  interest  will  accrue.  457,291  2,115,856 
City  of  Columbia  to  make  improvements  to  Route  763;  principal  due  July  1 ,  2010;  no 

interest  will  accrue.  1,251,568  1,251,568 
City  of  Columbia  to  make  improvements  to  Route  63  at  Gans  Road;  principal  due 

August  1 ,  201 0;  no  interest  will  accrue.  970,71 9  970,71 9 
City  of  Chillicothe  to  make  improvements  to  Route  65;  principal  due  August  31 ,  201 0; 

no  interest  will  accrue.  193,365  58,558 
American  Energy  Producers  to  make  improvements  to  Route  65;  principal  due  in 

fiscal  year  201 1 ;  no  interest  will  accrue.  1 83,750  55,238 
Springfield  Underground  to  make  improvements  to  Route  744;  principal  due 

August  1 ,  2010;  no  interest  will  accrue.  998,251 

Joplin  Special  Road  District  to  make  improvements  at  Route  43  and  Douglas  Fir 
Road;  principal  due  August  1 ,  201 1 ;  no  interest  will  accrue.  38,568 


$  14.694.037        $  16,042,464 


68 


Financial  Section 


Notes  to  the  Financial  Statements 


Advances  from  State  of  Missouri  component  units:  2009  2008 

Highway  1 79  Transportation  Corporation  for  the  construction  of  Highway  1 79; 
principal  payments  due  yearly  through  August  1 ,  2008;  principal  payments  range 

from  $2,140,734  to  $3,784,974.  $  —  $  3,784,974 

21 0  Highway  Transportation  Development  District  for  the  widening  of  21 0  Highway; 
principal  payments  will  occur  yearly  on  July  1 ,  through  2008;  principal  payments 

range  from  $965,504  to  $2,375,000;  no  interest  will  accrue.  —  1 ,877,686 

Missouri  Transportation  Finance  Corporation  for  right  of  way  and  construction-related 
cost  for  two  additional  lanes  on  Highway  63;  principal  and  interest  payments  will 
occur  yearly  on  July  1 ,  through  fiscal  year  201 0;  the  interest  rate  is  3.232  percent. 

Final  payment  was  processed  in  June  2009.  —  166,921 

Missouri  Transportation  Finance  Corporation  to  make  improvements  to  Route  47  in 

the  City  of  Warrenton;  principal  due  August  1 ,  2010;  interest  to  be  paid  by  City.  300,000   ~ 

$    300.000  $  5,829,581 

Federal  loan: 

Federal  Highway  Administration  loan;  for  the  extension  of  Page  Avenue  in 

St.  Charles;  principal  payments  due  beginning  fiscal  year  2008  through  201 1 ,  no 

interest  will  accrue.  $12.169.793  $12.169.793 


Annual  debt  service  requirements  to  maturity  are  indicated  in  the  following  schedule.  The  interest  amounts  for  the  demand 
obligation  bonds  reflect  the  year-end  rate  of  0.22  percent  and  are  based  upon  the  current  debt  service  schedule. 


Fiscal  Year 


Principal  Due 


Interest  Due 


Total  Due 


State  Road  Bonds 
2010 
2011 
2012 
2013 
2014 

2015-2019 
2020-2024 
2025-2027 


$  88,285,000 
99,885,000 
121,135,000 
129,910,000 
135,920,000 
747,920,000 
750,920,000 
281,950,000 

$2.355.925.000 


$  112,781,500 
108,646,238 
103,916,217 
98,983,473 
93,458,935 
372,152,866 
178,197,103 
22,096,064 
$1.090.232.396 


$  201,066,500 
208,531,238 
225,051,217 
228,893,473 
229,378,935 
1,120,072,866 
929,117,103 
304,046,064 

$3.446.157.396 


Advances  from  other  entities 
2010 
2011 
2012 
2013 
2014 

2015-2019 
2020-2021 


1,577,983 
3,597,653 
38,568 


8,835,335 
644,498 
$  14.694.037 


1,577,983 
3,597,653 
38,568 


8,835,335 
644,498 
$  14.694.037 


Advances  from  State  of  Missouri  component  units 
2011 


300.000 


300.000 


Federal  Loan 
2011 


$  12.169.763 


$  12,169,763 
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House  Bill  1742,  signed  by  the  Governor  on  May  30,  2000,  authorized  the  Department  to  issue  bonds  of  $2.25  billion  through 
2006,  with  no  more  than  $500.0  million  issued  in  any  one  year.  Under  Constitutional  Amendment  3,  approved  by  Missouri 
voters  on  November  2,  2004,  the  authority  of  the  Commission  to  issue  State  Road  bonds  is  not  subject  to  statutory  provisions. 

In  December  2003,  the  Commission  entered  into  a  line-of-credit  with  the  MTFC.  The  maximum  amount  available  in  the  line-of- 
credit  is  the  total  uncommitted  balance  of  the  MTFC  accounts.  The  primary  purpose  of  the  loan  is  to  finance  federally  funded 
construction  projects  in  the  event  of  federal  reimbursement  delays  for  Road  Fund  projects.  The  Commission  will  make  a  lump- 
sum payment  of  principal  and  interest  three  months  after  the  loan  is  advanced.  At  June  30,  2009  and  2008,  no  advances  had 
been  made  to  MoDOT  on  the  line-of-credit  agreement. 

Capital  lease  obligations: 

The  Department  is  committed  under  several  capital  leases  to  finance  the  acquisition  of  various  vehicles  and  equipment,  as  well 
as  a  building.  Lease-purchase  agreements  for  equipment,  vehicles,  and  the  building  grant  a  security  interest  in  the  related 
capital  assets.  The  assets  acquired  through  these  capital  leases  are  included  in  capital  assets  as  follows: 

2009  2008 


Building  $   4,106,522  $  3,996,000 

Equipment  3,594,246  3,662,053 

Vehicles  34,141,487  35,158,106 

Total  capital  leased  assets  41,842,255  42,816,159 

Accumulated  depreciation  16,949,647  13,038,150 

Capital  leased  assets,  net  $  24.892.608  $  29.778.009 


The  following  schedule  presents  the  future  minimum  lease  payments  under  the  capital  leases  and  the  present  value  of  the  future 
minimum  lease  payments  as  of  June  30,  2009: 


2010 

$  9,026,775 

2011 

8,511,283 

2012 

497,709 

2013 

433,321 

2014 

414,661 

2015-2019 

1,980,000 

2020 

165,000 

Total  minimum  lease  payments 

21,028,749 

Less:  amount  representing  interest 

1,382,332 

Present  value  of  minimum  lease  payments 

$19,646,417 

Pollution  remediation  obligations: 

During  2009,  MoDOT  contracted  for  site  assessment  of  a  chemical  contamination  and  a  leaking  underground  storage  tank.  The 
contract,  which  is  outstanding  at  June  30,  2009  in  the  amount  of  $153,657,  will  provide  information  needed  to  determine  any 
remediation  activities  and  future  costs.  MoDOT  is  currently  performing  control  and  prevention  activities  in  three  instances 
related  to  buildings  and  grounds  caused  by  chemical  contamination  and  moisture  intrusion.  The  potential  for  pollution 
remediation  exists;  however,  any  future  remediation  obligations  are  not  yet  estimable.  There  was  no  reportable  liability  at  June 
30,  2008. 
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Note  9:  Tax  Revenues 


Tax  revenues  for  the  fiscal  years  2009  and  2008  were  as  follows: 


State  Highways 
and 

Transportation 

Department        State  Road       State  Road        Nonmajor  Total 
Fund  Fund  Bond  Fund  Funds  2009 


Fuel  taxes  $499,207,302       $      104,383      $  —      $    194,126  $499,505,811 

Sales  and  use  taxes  42,343,291  96,682,301        88,868,734         6,704,325  234,598,651 

Total  tax  revenue  $541.550.593       $  96.786.684      $  88.868.734      $  6.898.451  $734.104.462 


State  Highways 
and 

Transportation 

Department        State  Road       State  Road        Nonmajor  Total 
Fund  Fund  Bond  Fund  Funds  2008 


Fuel  taxes  $514,476,995       $      115,290      $  —      $    315,399  $514,907,684 

Sales  and  use  taxes  51,739,035         121,086,751        86,460,258        11,052,984  270,339,028 

Total  tax  revenue  $566,216,030       $121,202.041      $86,460,258      $11,368,383  $785,246,712 


Taxes  are  remitted  by  the  Missouri  Department  of  Revenue  to  the  Department  subsequent  to  collection.  The  Department 
receives  the  following  taxes: 

•  Fuel  taxes  are  paid  on  the  sale  of  gasoline,  aviation  fuel  used  in  propelling  aircraft  with  reciprocating  engines,  and  diesel 
fuel.  The  taxes  are  authorized  by  Sections  142.010  -  142.350;  155.080  and  155.090;  and  142.362  -  142.621,  RSMo, 
respectively.  The  tax  rate  on  gasoline  and  diesel  fuels  is  $0.17  per  gallon.  The  Department  receives  75  percent  of  the 
first  $0.11  and  70  percent  of  the  next  $0.06.  The  remaining  tax  is  distributed  to  cities  and  counties.  In  addition,  the 
Department  receives  the  entire  tax  on  aviation  fuel  of  $0.09  per  gallon. 

•  Sales  and  use  taxes  are  paid  on  the  purchase  of  any  new  or  used  motor  vehicle  or  trailer,  on  vehicles  purchased  out  of 
state  and  titled  in  Missouri,  and  on  the  sale  of  a  vehicle  between  individuals  within  Missouri.  The  taxes  are  authorized  by 
Sections  144.070  and  144.440,  RSMo.  The  general  sales  tax  rate  is  3  percent  and  Proposition  C  tax  (Section  144.701, 
RSMo)  is  1  percent,  for  a  total  of  4  percent.  In  fiscal  year  2009,  the  Department  received  75%  of  the  motor  vehicle  sales 
tax  due  to  the  fully  phased-in  voter-approved  Constitutional  Amendment  3.  The  remainder  is  distributed  to  cities, 
counties,  and  school  districts.  The  Department  receives  100  percent  of  the  3  percent  general  use  tax  and  75  percent  of 
the  Proposition  C  use  tax.  The  other  25  percent  of  the  Proposition  C  use  tax  is  distributed  to  cities  and  counties.  In 
addition,  the  Department  receives  sales  and  use  tax  on  aviation  jet  fuel,  limited  to  a  maximum  of  $10.0  million  in  each 
calendar  year. 


Note  10:  Interfund  Transactions 

The  Department  is  required  by  State  statute  (RSMo  226.200)  to  transfer  any  unspent  monies  in  the  Highway  Fund  to  the  State 
Road  Fund  on  a  monthly  basis.  Transfers  for  the  years  ended  June  30,  2009  and  2008  were  as  follows: 

 200!?    2008  

Transfers  In  Transfers  Out  Transfers  In  Transfers  Out 

State  Highways  and 

Transportation  Department  Fund          $              —  $527,110,139  $              —  $574,863,959 

State  Road  Fund                                  554,257,470  —  574,863,959 

Federal  Stimulus  Fund                                       —  28,279,016 

Nonmajor  Funds                                     1,131,685   —   ™   ™ 

Total  transfers                               $555.389.155  $555.389.155  $  574.863.959  $  574.863.959 
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The  due  to/from  amounts  in  the  Road  Fund  and  non-major  funds  represent  interfund  services  provided  and  used.  Amounts  due 
to/from  as  of  June  30,  2009  and  2008  were  as  follows: 

 200?    2008  

Due  To  Due  From  Due  To  Due  From 

Nonmajor  Funds  $  1,293,502  $  1,131,685  $       —  $833,068 

Federal  Stimulus  Fund  10,313,064 

State  Road  Fund   -»  10,474,881  833,068   — 


Total  due  to/from  $11,606.566  $11,606,566  $833,068  $833.068 


Note  1 1 :  Defined  Benefit  Pension  Plan 

The  MoDOT  and  Patrol  Employees'  Retirement  System  (MPERS)  was  established,  and  is  administered  by  a  board  of  trustees, 
in  accordance  with  Section  1 04.020  RSMo.  As  the  plan  includes  employees  outside  of  the  Department,  the  MPERS  is  disclosed 
in  accordance  with  the  requirements  of  a  cost-sharing,  multiple-employer,  public  employee  retirement  plan.  The  MPERS 
provides  retirement,  death,  and  disability  benefits  to  full-time  employees  (defined  as  working  at  least  1,040  hours  annually)  with 
benefits  vesting  after  five  years  of  creditable  service.  Contributions  to  the  MPERS  for  fiscal  years  2009  and  2008  were  30.72 
percent  and  31.01  percent,  respectively,  of  covered  payroll.  The  Department  made  100  percent  of  the  required  contributions  of 
$82,112,149,  $81,450,011,  and  $80,949,952  in  2009,  2008,  and  2007,  respectively.  The  MPERS'  funded  status  ratio  was  47.30 
percent  and  59.10  percent  as  of  June  30,  2009  and  2008,  respectively. 

The  MPERS'  funding  policy  provides  for  actuarially  determined  and  board  approved,  employer  contributions  using  the  entry-age 
normal  cost  method  on  a  closed  group  basis,  consisting  of  normal  cost  and  amortization  of  any  unfunded  accrued  liabilities  over 
a  closed  27-year  period  from  July  1,  2009.  (The  amortization  period  will  decrease  by  one  year  each  year.)  Actuarially 
determined  rates,  expressed  as  percentages  of  annual  covered  payroll,  provide  for  amounts  sufficient  to  fund  those  benefits 
designated  by  State  statute  to  be  funded  in  advance.  Employees  do  not  contribute  to  the  MPERS.  Any  amendments  to  the  plan 
are  established  by  changes  in  State  statute. 

The  MPERS  issues  its  own  stand-alone  financial  report,  which  provides  detailed  information  regarding  actuarial  assumptions 
and  funding  progress.  Copies  may  be  requested  from  the  MoDOT  and  Patrol  Employees'  Retirement  System,  P.O.  Box  1930, 
Jefferson  City,  Missouri  65102  or  at  www.mpers.org. 


Note  12:  Commitments  and  Contingencies 

(A)  Unemployment  Benefits 

The  Department  is  subject  to  the  Missouri  Employment  Security  Law.  Department  employees  who  qualify  are  entitled  to  benefit 
payments  during  periods  of  unemployment.  The  Department  is  required  to  reimburse  the  Division  of  Employment  Security  for 
benefit  payments  made  to  its  former  employees.  The  Department  has  identified  no  practical  method  of  estimating  the  amount  of 
future  benefit  payments  that  may  be  made  to  former  employees  for  wage  credits  earned  prior  to  June  30,  2009  and  2008. 
Consequently,  this  potential  obligation  is  not  included  in  the  accompanying  basic  financial  statements.  Total  reimbursements 
made  by  the  Department  were  $465,91 7  and  $591 ,451  for  fiscal  year  2009  and  2008,  respectively. 

(B)  Construction  Commitments 

Construction  awards  outstanding  for  both  state  and  federal  participating  projects  at  June  30,  2009  and  2008  amounted  to 
approximately  $1,702,811,400  and  $1,336,155,047,  respectively.  The  federal  portion  of  this  total  was  $1,325,150,085  and 
$927,641,189,  or  approximately  77.82  percent  and  69.43  percent,  for  2009  and  2008,  respectively. 
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(C)    Operating  Leases 

The  Department  is  committed  under  operating  leases  for  buildings,  as  well  as  various  office  and  maintenance  equipment. 
Lease  expenditures  for  the  years  ended  June  30,  2009  and  2008  amounted  to  $3,168,618  and  $3,1 10,562,  respectively.  Future 
minimum  lease  payments  for  these  leases  are  as  follows: 

2009  2008 

Year  ending: 


2009  $  —  $1,007,487 

2010  1,477,448  504,436 

201 1  534,449  472,521 

2012  33,768  1,209 

2013  1,209  1,209 

2014  1,209  1,209 

$2.048.083  $1.988.071 


(D)    Federal  Funding 

The  Department  receives  federal  grants  that  are  subject  to  review  and  audit  by  federal  grantor  agencies.  This  could  result  in 
requests  for  reimbursement  by  the  grantor  agency  for  any  expenditures  disallowed  under  grant  terms.  The  Department  believes 
such  disallowances,  if  any,  would  be  immaterial. 


Note  13:  Net  Asset  and  Fund  Balance  Deficits 

The  MHTC  self-insurance  plan  fund,  an  internal  service  fund,  had  a  net  asset  deficit  of  $505,796  at  June  30,  2009.  Funding  is 
based  on  annual  actuarial  studies  and  budget  availability.  Increases  in  appropriations  and  claims  management  should  eliminate 
the  deficit  over  time. 

The  Highway  Safety  Fund,  a  nonmajor  fund,  had  a  deficit  fund  balance  at  June  30,  2009  of  $489,690.  The  National  Highway 
Traffic  Safety  Administration  provides  financing  for  the  Highway  Safety  Fund.  The  Highway  Safety  Fund  expenditures  are 
recorded  as  incurred  and,  under  the  modified  accrual  basis,  the  corresponding  revenue  has  been  deferred  due  to  the  timing  of 
receipts. 


Note  14:  Accounting  Pronouncements 

The  Department  changed  its  method  of  accounting  for  pollution  remediation  obligations  when  it  implemented  GASB  Statement 
No.  49,  Accounting  and  Financial  Reporting  for  Pollution  Remediation  Obligations,  in  fiscal  year  2009.  Under  the  new 
requirements,  the  Department's  government-wide  financial  statements  reflect  the  accrual  of  known  and  estimable  current  and 
future  pollution  remediation  activities,  in  addition  to  expanded  note  disclosures.  MoDOT  has  determined  that  there  were  no 
reportable  obligations  at  June  30,  2008  or  July  1 ,  2008.  Fiscal  Year  2008  was  not  restated  because  sufficient  information  to 
apply  the  provisions  of  the  Statement  retroactively  does  not  exist.  The  Financing  and  Other  Obligations  note  provides 
disclosure  related  to  pollution  remediation  obligations. 

The  Department  will  implement  GASB  Statement  51 ,  Accounting  and  Financial  Reporting  for  Intangible  Assets,  in  fiscal  year 
2010.  Under  the  new  requirements,  capital  assets  reported  by  the  Department  will  include  intangible  assets.  The  Statement 
requires  beginning  balances  to  be  restated. 


Note  15:  Subsequent  Event 

On  September  1,  2009,  the  Commission  authorized  the  issuance  of  $600,000,000  in  federal  reimbursement  state  road  bonds. 
These  bonds  will  bear  interest,  payable  semiannually,  beginning  in  201 1 .  The  bonds  will  be  callable  by  the  Department,  subject 
to  certain  provisions.  Proceeds  will  be  used  to  finance  certain  construction  and  reconstruction  costs  of  the  state  highway 
system. 
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Required  Supplementary  Information 

Budgetary  Comparison  Schedules  -  State  Highways 
and  Transportation  Department  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgeted  Amounts 


Original 


Final 


Actual 


Variances  Between 
Final  Budget 
and  Actual 


2009 


2008 


Budgetary  fund  balance, 
beginning  of  year 

Resources  (inflows) 
Fuel  taxes 

License,  fees,  and  permits 
Vehicle  sales  and  use  taxes 
Interest 

Intergovernmental/cost 
reimbursements/miscellaneous 
Amount  available  for 
appropriation 

Charges  to  appropriations  (outflows) 
Appropriations  spent  by  other 
state  agencies 

Total  charges  to  appropriations 

Transfers  to  State  Road  Fund 

Budgetary  fund  balance, 
end  of  year 


$     6,640,886    $     6,640,886     $     6,640,886  $ 


523,395,000 
157,155,000 
49,791,000 
3,963,000 

8,281,000 


219,574,033 
219,574,033 


523,395,000 
157,155,000 
49,791,000 
3,963,000 

8,281,000 


749,225,886  749,225,886 


216,153,663 
216,153,663 


499,322,839 
180,995,931 
43,725,339 
1,401,195 

10,592,143 

742,678,333 


197,131,031 
197,131,031 


(500,000,000)     (536,000,000)  (535,588,339) 


(24,072,161) 
23,840,931 
(6,065,661) 
(2,561,805) 

2,311,143 

(6,547,553) 


19,022,632 
19,022,632 


411,661 


(5,487,791) 
19,287,895 
16,793,835 
(647,788) 

(1,290,951) 

28,655,200 


7,179,842 
7,179,842 


$    29.651.853    $    (2.927.777)     $     9.958.963  $12.886.740 


16,158,992 


■  51.994.034 
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Required  Supplementary  Information 

Budgetary  Comparison  Schedules  -  State  Road  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgeted  Amounts 


Variances  Between 
Final  Budget 
and  Actual 


Oriqinal 

Final 

Actual 

2009 

2008 

Budgetary  fund  balance, 

beginning  of  year 

$  986,826,058 

$  986,826,058 

$  986,826,058 

$ 

$ 

Resources  (inflows) 

Fuel  taxes 

113,000 

113,000 

104,383 

(8,617) 

2,290 

License,  fees,  and  permits 

126,988,000 

126,988,000 

98,239,362 

(28,748,638) 

(14,164,786) 

Vehicle  sales  and  use  taxes 

127,870,000 

127,870,000 

98,941,390 

(28,928,610) 

66,736,883 

Interest 

29,063,000 

29,063,000 

22,354,438 

(6,708,562) 

10,519,950 

Intergovernmental/cost 

reimbursements/miscellaneous 

94,847,000 

94,847,000 

137,228,060 

42,381,060 

(28,741,496) 

Federal  government 

886,303,000 

886,303,000 

829,935,794 

(56,367,206) 

47,245,887 

Bond  proceeds 

148,401,000 

148,401,000 

144,468,875 

(3,932,125) 

140,871,368 

Amount  available  for 

appropriation 

2,400,411,058 

2,400,411,058 

2,318,098,360 

(82,312,698) 

222,470,096 

Charges  to  appropriations  (outflows) 

Administration 

Personal  service 

22,619,416 

22,532,976 

21,540,053 

992,923 

1 ,477,834 

Fringe  benefits 

25,157,804 

25,129,371 

23,065,634 

2,063,737 

1,268,818 

Expense  and  equipment 

5,427,947 

5,467,923 

4,607,860 

860,063 

908,135 

Maintenance 

Personal  service 

153,324,343 

150,606,030 

148,626,314 

1,979,716 

604,156 

Fringe  benefits 

94,440,878 

93,405,347 

89,443,932 

3,961,415 

3,337,880 

Expense  and  equipment 

214,238,856 

246,875,953 

228,126,317 

18,749,636 

7,111,448 

Motorist  assist 

Personal  service 

1,983,396 

1,983,396 

1,989,366 

(5,970) 

14,366 

Fringe  benefits 

1,232,779 

1 ,232,779 

1,203,110 

29,669 

80,622 

Expense  and  equipment 

527,437 

527,437 

512,303 

15,134 

(31 ,965) 

Construction 

Personal  service 

90,989,877 

89,325,075 

84,287,805 

5,037,270 

3,231,877 

Fringe  benefits 

50,965,327 

50,450,412 

45,025,893 

5,424,519 

3,600,293 

Expense  and  equipment 

24,450,767 

25,519,561 

22,968,677 

2,550,884 

697,436 

Contracts 

1,229,747,006 

1,366,803,379 

1,207,686,082 

159,117,297 

95,905,962 

Right  of  way  purchase 

40,000,000 

97,000,000 

80,435,237 

16,564,763 

4,929,912 

Program-bonds 

75,096,000 

75,096,000 

88,891,045 

(13,795,044) 

Fleet,  facilities,  and 

information  systems 

Personal  service 

17,072,074 

17,052,881 

16,479,767 

573,114 

634,818 

Fringe  benefits 

9,668,464 

9,659,272 

8,942,458 

716,814 

865,688 

Expense  and  equipment 

88,259,508 

87,877,257 

79,213,219 

8,664,038 

4,928,064 

Multimodal  operations 

Personal  service 

444,927 

444,927 

413,080 

31,847 

36,525 

Fringe  benefits 

221,308 

221,308 

190,247 

31,061 

28,733 

Expense  and  equipment 

308,224 

308,224 

184,887 

123,337 

15,361 

Bond  principal  and  interest  payments 

97,277,000 

97,277,000 

1 1 1 ,064,469 

(13,787,469) 

19,288,326 

Total  charges  to  appropriations 

2,243,453,338 

2,464,796,508 

2,264,897,755 

199,898,754 

148,934,289 

Transfers  from  Federal  Stimulus  Fund 

125,000,000 

17,965,952 

107,034,048 

Transfers  from  Highway  Fund 

500,000,000 

536,000,000 

535,588,339 

(411,661) 

(16,158,992) 

Budgetary  fund  balance,  end  of  year 

$  656.957.720 

$  596.614.550 

$  606.754.896 

$  10.140.347 

$355,245,393 
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Required  Supplementary  Information 

Budgetary  Comparison  Schedules  -  Federal  Stimulus  Fund 

Year  Ended  June  30,  2009 
Established  March  2009 


Original 
and  Final 
Budgeted 

Amounts  Actual 


Variances 
Between 
Final  Budget 
and  Actual 


Budgetary  fund  balance,  beginning  of  year  $             —  $             —  $ 

Resources  (inflows) 

American  Recovery  and  Reinvestment  Act  107,250,000  17,965,715  (89,284,285) 

Interest   ™   237   237 

Amount  available  for  appropriation  107,250,000  17,965,952  (89,284,048) 

Transfers  to  State  Road  Fund  (125,000,000)  (17,965,952)  107,034,048 

Transfers  to  Multimodal  Federal  Fund  (11,500,000)   ™  11,500,000 

Budgetary  fund  balance,  end  of  year  $  (29,250.000)  $  $  29.250,000 
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Required  Supplementary  Information 

Budget  Basis  to  GAAP  Reconciliations  and  Disclosure 

Years  Ended  June  30,  2009  and  2008 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles  generally 
accepted  in  the  United  States  of  America  (GAAP)  basis  for  2009: 


Fund  balance,  budgetary  basis 

Receivables 

Due  from  other  funds 

Inventories 

Payables 

Deferred  revenues 

Escrowed  funds 

Due  to  other  funds 

Change  in  fair  value  of  investments 


State  Highways  and 

Transportation 
Department  Fund 

$  9,958,963 
112,844,307 


(7,228,038) 
(4,334,217) 


28,768 


State  Road  Fund 

$  606,754,896 
114,538,715 
10,474,881 
47,693,063 
(134,942,706) 
(43,944,923) 
5,476,028 

570,648 


Federal  Stimulus 
Fund 


10,313,064 


(10,313,064) 


Fund  balance,  GAAP  basis 


$111.269.783 


$  606.620.602 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles  generally 
accepted  in  the  United  States  of  America  (GAAP)  basis  for  2008: 


State  Highways  and 

Transportation 
Department  Fund 


State  Road  Fund 


Fund  balance,  budgetary  basis 

Receivables 

Due  from  other  funds 

Inventories 

Payables 

Deferred  revenues 

Change  in  fair  value  of  investments 


$  6,640,886 
109,045,924 


(8,255,073) 
(3,889,907) 
5,090 


$  986,826,058 
89,222,679 
833,068 
42,442,965 
(124,643,606) 
(25,202,468) 
(52,592) 


Fund  balance,  GAAP  basis 


$103.546.920 


$969,426,104 


Budgetary  Principles  and  Presentation 

The  budgetary  comparison  schedules  are  presented  on  the  State's  budgetary  basis  of  accounting.  Under  this  basis,  revenues 
are  recognized  when  cash  is  received.  Expenditures  are  recognized  for  cash  disbursements  made  during  the  fiscal  year  and  for 
adjustments  made  in  the  lapse  period,  as  defined  by  the  Office  of  Administration. 

All  governmental  funds  reported  by  MoDOT  have  legally  adopted  annual  budgets.  The  legal  authority  for  approval  of  the 
Department's  budget  and  amendments  for  the  State  Highways  and  Transportation  Department  Fund  and  the  Federal  Stimulus 
Fund  rests  with  the  State  Legislature.  Remaining  budgeted  amounts  are  not  available  at  the  end  of  the  lapse  period.  The 
Commission  approves  the  State  Road  Fund  budget  and  amendments.  The  fund  level  is  the  legal  level  of  control  for  the  State 
Road  Fund.  However,  at  any  time,  the  Commission  may  approve  the  Department  to  spend  more  or  less  than  the  State 
Legislature  or  the  fund  level  of  the  State  Road  Fund,  which  will  drive  the  Department's  budget  to  be  higher  or  lower  than  the 
other  legal  limits. 

The  Department  develops  its  budget  through  processes  involving  the  districts  and  the  central  office  divisions  and  units.  Upon 
Commission  approval,  the  legislative  budget  request  is  sent  to  the  Office  of  Administration  on  October  1 ,  and  is  forwarded  to  the 
Governor's  Office.  The  Governor  develops  a  recommendation  regarding  the  budget  and  forwards  both  the  budget  request  and 
the  recommendation  to  the  Legislature.  The  Legislature  generally  acts  on  budget  matters  during  January  through  May.  The 
Governor  has  veto  authority  and  generally  acts  on  those  matters  in  June.  Upon  Commission  approval,  the  Department  then 
internally  distributes  available  funds  based  on  input  and  feedback  from  the  districts  and  the  central  office  divisions  and  units. 
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Schedule  of  Funding  Progress 
Other  Post-Employment  Benefits 


Actuarial  Actuarial  Actuarial  Accrued  Unfunded  AAL  Funded  Covered 
Valuation       Value  of         Liability  (AAL)  (UAAL)  Ratio  Payroll 

Date  Assets  (a)   [b]   (b-a)  (alb)  (c) 


UAAL  as  a 
Percentage  of 
Covered  Payroll 
 »b-a)/c)  


7/1/2007 


$686,992,459 


$686,992,459 


0% 


$262,657,307 


262% 


Actuarial  valuations  are  performed  biennially.  The  July  1 ,  2007  actuarial  valuation  was  used  for  the  fiscal  years  2008  and  2009 
financial  statements.  The  Department  is  the  majority  employer  participating  in  the  Insurance  Plan.  The  Plan's  total  actuarial 
accrued  liability  is  $935.7  million.  As  allowed  by  the  GASB,  this  reporting  requirement  is  being  implemented  prospectively,  as  prior 
years'  data  is  not  available. 

Because  the  Plan  is  an  internal  service  fund  of  the  Department,  the  Plan's  assets  have  not  been  set  aside;  therefore,  there  is  no 
actuarial  value  of  assets.  This  results  in  a  calculated  funded  ratio  of  zero  percent.  The  Insurance  Plan  is  financed  on  a  pay-as- 
you-go  basis.  The  plan  is  not  related  to  covered  payroll;  the  required  information  is  displayed  for  information  purposes.  Refer  to 
the  Medical  and  Life  Insurance  Plan  and  Other  Post-Employee  Benefits  disclosures  in  the  Notes  to  the  Financial  Statements  for 
further  information  on  the  Insurance  Plan. 
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Combining  Balance  Sheets 

Nonmajor  Governmental  Funds  -  Special  Revenue 

June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Assets 

Cash  and  cash  equivalents 
State  taxes  and  fees  receivable 
Federal  government  receivable 
Miscellaneous  receivables,  net 
Loans  receivable 
Due  from  other  funds 
Total  assets 


Multimodal 
Federal  Fund  and 
Missouri  General 
 Fund 

$  449,252 

6,329,774 
385,897 

1,131,685 
$8.296.608 


State 
Transportation 
Fund 

$606,934 
217,248 


$824,182 


Aviation 
Trust 
Fund 

$14,416,943 
231,762 

53,303 


$14,702,008 


State 
Transportation 

Assistance 
Revolving  Fund 

$  705,295 


17,961 
2,828,123 


$3,551,379 


MCS 
Federal 
Fund 

$105,818 

1 1 1 ,298 


$217,116 


Liabilities  and  Fund  Balances 

Liabilities 

Accounts  payable 
Accrued  payroll 
Deferred  revenue 
Due  to  other  funds 
Total  liabilities 

Fund  Balances 

Reserve  for  loans  receivable 
Unreserved,  special  revenue  funds 

Total  fund  balances 

Total  liabilities  and  fund  balances 


$7,629,259 
27,954 
26,705 
14,967 
7,698,885 


597,723 
597,723 
$8.296.608 


301 
8,310 

4,548 
13,159 


811,023 
811,023 
$824.182 


$  1,206,939 
27,986 

13,788 
1,248,713 


13,453,295 
13,453,295 
$14.702.008 


2,828,123 
723,256 
3,551,379 
$3.551.379 


$111,298 


1 1 1 ,298 


105,818 
105,818 
$217.116 
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Grade   Total  

Crossing  Railroad  Highway  Motorcycle 

Safety  Fund        Expense  Fund       Safety  Fund         Safety  Fund             2009  2008 

$4,988,488             $919,271             $   256,405            $241,210           $22,689,616  $27,002,267 

137,364                      —                        —                     —                 586,374  997,254 

3,162,434                     —              9,603,506  6,165,169 

35,383                      —                        —                     —                 492,544  147,022 

2,828,123  2,318,237 
1,131,685 


$5.161.235  $919,271  $3,418,839  $241,210  $37,331 ,848  $36,629,949 


26,610             $    4,833  $1,870,961  $         —  $10,850,201  $  5,992,630 
23,318  18,154  —  105,722  101,382 
35,383              632,048  773,899  —  1,468,035  1,080,439 
 14,684  1,245,515   ~-  1,293,502  833,068 


61,993              674,883               3,908,529   ~             13,717,460  8,007,519 

2,828,123  2,318,237 

5,099,242              244,388                (489,690)             241,210             20,786.265  26.304,193 

5,099.242              244,388                (489,690)             241,210             23,614,388  28,622,430 

$5.161.235             $919.271             $3.418.839            $241.210           $37.331 .848  $36.629.949 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Combining  Statements  of  Revenues, 
Expenditures  and  Changes  in  Fund  Balances 

Nonmajor  Governmental  Funds  -  Special  Revenue 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Revenues 

Fuel  taxes 

Sales  and  use  taxes 

Licenses,  fees,  and  permits 

Intergovernmental/cost 

reimbursements/miscellaneous 
Investment  earnings 
State  government 
Federal  government 

Total  revenues 

Expenditures 

Current 

Maintenance 

Multimodal  operations 
Capital  outlay 
Other  state  agencies 

Total  expenditures 

Excess  of  revenues  over  (under) 
expenditure 


Multimodal 
Federal  Fund  and  State 

Missouri  General  Transportation 
Fund  Fund 


2,424,003 

16,633,764 
51,750,890 
70,808,657 


71,765,666 


71,765,666 


(957,009) 


$ 


2,369,111 


70 


2,369,181 


3,121,332 


3,121,332 


(752,151) 


State 

Aviation  Transportation 
Trust  Assistance 
Fund         Revolving  Fund 


194,126 
4,335,214 


3,061 
378,489 


4,910,890 


7,834,256 
300,000 
43,660 
8,177,916 


(3,267,026) 


95,959 


95,959 


2,608 


MCS 
Federal 
Fund 


1,116,507 
1,116,507 


1,117,291 


2,608  1,117,291 


93,351 


(784) 


Other  Financing  Sources 

Capital  asset  sales 
Transfers  in 
Total  other  financing  sources 

Net  Changes  in  Fund  Balances 

Fund  Balances,  beginning  of  year 

Fund  Balances,  end  of  year 


1,131,685 
1,131,685 

174,676 

423,047 

$  597.723 


(752,151) 
1,563,174 
6  811.023 


(3,267,026) 
16,720,321 
$13.453.295 


93,351 
3,458,028 
$3.551.379 


21,348 
21,348 
20,564 
85,254 
$  105.818 
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Grade   Total  

Crossing  Railroad  Highway  Motorcycle 

Safety  Fund        Expense  Fund       Safety  Fund         Safety  Fund  2009  2008 


1,500,827 

23,293 
35 


1,524,155 


751,582 
764 

752,346 


9,020 


22,927,861 
22,936,881 


382,696 
195 

382,891 


f  194,126 
6,704,325 
2,635,105 

2,460,336 
474,553 
16,633,764 
75,795,258 
104,897,467 


S  315,399 
11,052,984 
2,377,706 

797,652 
794,307 
13,257,327 
62,179,640 
90,775,015 


1,998,783 
120,146 
15,554 
2,134,483 


(610,328) 


687,373 

8,921 
696,294 

56,052 


23,690,441 

23,690,441 
(753,560) 


353,394 

4,617 
358,011 

24,880 


25,161,126 
85,407,410 
420,146 
75,360 
111,064,042 


(6,166,575) 


16,214,286 
73,634,440 
2,609 
91,426 
89,942,761 


832,254 


(610,328) 
5,709,570 
$5.099.242 


5,500 
5,500 
61 ,552 
182,836 
$244.388 


(753,560)  24,880 
263,870  216,330 
(489.690)  $241.210 


26,848 
1,131,685 
1,158,533 

(5,008,042) 

28,622,430 

23.614.388 


23,683 


23,683 


855,937 
27,766,493 
$28.622.430 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Combining  Statements  of  Net  Assets 

Proprietary  Funds  -  Internal  Service 

June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Assets 

Current  assets 

Cash  and  cash  equivalents 
Investments 

Miscellaneous  receivables 
Total  current  assets 
Noncurrent  assets 
Investments 
Restricted  investments 
Total  noncurrent  assets 
Total  assets 

Liabilities 

Current  liabilities 
Accounts  payable 
Deferred  revenue 
Pending  self-insurance  claims 
Incurred  but  not  reported  claims 
Total  current  liabilities 
Noncurrent  liabilities 

Pending  self-insurance  claims 
Incurred  but  not  reported  claims 
Total  noncurrent  liabilities 
Total  liabilities 

Net  Assets 

Restricted  net  assets 
Unrestricted  net  assets 
Total  net  assets 


MoDOT  &  MSHP 
Medical  and  Life 
Insurance  Plan 


6  9,571,269 
12,565,120 
1,888,508 
24,024,897 

14,343,345 
100,000 
14,443,345 
38,468,242 


2,991,355 
7,752,699 

12,000,000 
22,744,054 


22,744,054 


100,000 
15,624,188 
$15,724,188 


MHTC 
Self-Insurance 
Plan 


$10,358,029 
27,416,896 
320,869 
38,095,794 

30,173,974 
200,000 
30,373,974 
68,469,768 


199,121 

14,514,000 
2,811,000 
17,524,121 

43,102,443 
8,349,000 
51 ,451 ,443 
68,975,564 


200,000 
(705,796) 
$  (505,796), 


Total 


2009 


2008 


19,929,298 
39,982,016 
2,209,377 
62,120,691 


44,517,319 
300,000 
44,817,319 
106,938,010 


3,190,476 
7,752,699 
14,514,000 
14,811,000 
40,268,175 


43,102,443 
8,349,000 
51,451,443 
91,719,618 


300,000 
14,918,392 
15,218,392 


f  2,096,684 
73,785,655 
1,983,597 
77,865,936 

19,273,884 
300,000 
19,573,884 
97,439,820 


1,421,214 
7,207,310 
10,766,244 
16,040,665 
35,435,433 

37,936,196 
12,828,335 
50,764,531 
86,199,964 


300,000 
10,939,856 
U  1,239.856 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Combining  Statements  of  Revenues,  Expenses 
and  Changes  in  Net  Assets 

Proprietary  Funds  -  Internal  Service 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


MoDOT  &  MSHP 

MHTC 

Total 

Medical  and  Life 
Insurance  Plan 

Self-Insurance 
Plan 

2009 

2008 

Operating  Revenues 

Self-insurance  premiums 
Highway  workers'  compensation 
Highway  patrol  workers'  compensation 
Highway  fleet  vehicle  liability 
Highway  general  liability 

Medical  insurance  premiums 
State 
Member 

Other 

Total  operating  revenues 

$ 

— 

77,527,565 
29,047,218 
6,083,249 
112,658,032 

$  5,000,000 
3,000,000 

— 

6,700,000 

374,916 
15,074,916 

$    5,000,000  ! 
3,000,000 

— 

6,700,000 

77,527,565 
29,047,218 
6,458,165 
127,732,948 

E    1 ,742,267 
3,000,000 
--- 

6,699,996 

71,095,933 
26,534,016 
5,619,398 
114,691,610 

Operating  Expenses 

Self-insurance  programs 
Highway  workers'  compensation 
Highway  patrol  workers'  compensation 
Highway  fleet  vehicle  liability 
Highway  general  liability 
Other 

Medical  and  life  insurance  program 
Insurance  premiums 
Medical  benefits 
Prescription  drug  benefits 
Professional  fees 
Administrative  services 
Other 

— 
— 

6,351,102 
77,763,567 
17,873,985 
1 ,634,455 
5,176,172 
14,195 

8,324,511 
4,721,599 
1,396,991 
4,018,529 
748,744 

8,324,511 
4,721,599 
1,396,991 
4,018,529 
748,744 

6,351,102 
77,763,567 
17,873,985 
1 ,634,455 
5,176,172 
14,195 

9,298,019 
5,385,067 
2,023,887 
14,741,382 
654,798 

6,672,934 
76,571,749 
17,873,541 
1 ,505,035 
4,079,004 
46,782 

Total  operating  expenses 

108,813,476 

19,210,374 

128,023,850 

138,852,198 

Operating  income  (loss) 

3,844,556 

(4,135,458) 

(290,902) 

(24,160,588) 

Nonoperating  Revenues 

Net  appreciation  and  investment  income 
Total  nonoperating  revenues 

1,152,194 
1,152,194 

3,117,244 
3,117,244 

4,269,438 
4,269,438 

4,746,447 
4,746,447 

Changes  in  Net  Assets 

4,996,750 

(1,018,214) 

3,978,536 

(19,414,141) 

Net  Assets,  beginning  of  year 

10,727,438 

512,418 

11,239,856 

30,653,997 

Net  Assets,  end  of  year 

$  15.724.188 

$  (505.796) 

$  15.218.392  : 

£  11.239.856 

Financial  Section 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Combining  Statements  of  Cash  Flows 

Proprietary  Funds  -  Internal  Service 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


MoDOT  &  MSHP 
Medical  and  Life 
Insurance  Plan 


MHTC 
Self-Insurance 
Plan 


Total 


2009 


2008 


Cash  Flows  From  Operating  Activities 

Receipts  from  interfund  services  provided 
Payments  for  interfund  services  used 
Payments  to  suppliers 

Net  cash  provided  by  (used  in)  operating 
activities 

Cash  Flows  From  Investing  Activities 

Proceeds  from  sale  and  maturities  of  investments 
Purchase  of  investments 
Interest  received 
Investment  fees 

Net  cash  provided  by  (used  in) 

investing  activities 

Net  increase  (decrease)  in  cash  and  cash 
equivalents 

Cash  and  Cash  Equivalents,  beginning  of  year 
Cash  and  Cash  Equivalents,  end  of  year 


$  112,133,286 
(101,843,265) 
(5,244,706) 

5,045,315 


44,785,405 
(43,156,500) 
1 ,057,940 
(27,186) 

2,659,659 


7,704,974 
1,866,295 
$  9.571.269 


$  15,135,538 
(14,856,627) 
(559,598) 

(280,687) 


95,356,947 
(87,595,742) 
2,715,981 
(68,859) 

10,408.327 


10,127,640 
230.389 


$127,268,824  $115,034,686 
(116,699,892)  (116,585,513) 


(5.804,304) 
4,764,628 


140,142,352 
(130,752,242) 
3,773,921 
(96,045) 

13,067,986 


17,832,614 
2,096,684 


(6,812,945) 
(8,363,772) 


291,084,764 
(288,656,100) 
4,224,437 
(98,895) 

6,554,206 


(1,809,566) 
3,906,250 


$  10.358.029       $  19.929.298    $  2.096.684 


Reconciliation  of  Operating  Income  (Loss)  to  Net 
Cash  Provided  by  (Used  in)  Operating  Activities 

Operating  income  (loss)  $    3,844,556  $(4,135,458)      $      (290,902)  $(24,160,588) 
Adjustments  to  reconcile  operating  income  (loss)  to 
net  cash  provided  by  (used  in)  operating  activities 

Receivables  (524,746)  60,622             (464,124)  343,076 

Prepaid  expenses  —  —                     —  116,999 

Accounts  payable  1,180,116  3,794,149           4,974,265  14,612,563 

Deferred  revenue  545,389   ™  545,389  724,178 

Net  cash  provided  by  (used  in) 

operating  activities  $    5.045.315  $    (280,687)      $    4,764.628    $  (8,363,772) 

Noncash  Items  Impacting  Recorded  Assets 

Increase  in  fair  value  of  investments  $       151.247  $     678,659      $      829,906    $  906,376 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Combining  Statements  of  Assets  and  Liabilities 

Fiduciary  Funds  -  Agency 

June  30,  2009 

With  Summarized  Financial  Information  for  2008 


 Total  

MCS  Agency 

Local  Fund  Fund  2009  2008 


Assets 

Cash  and  cash  equivalents 
Noncurrent  restricted  investments 
Other 

Total  assets 


$24,547,845 
42,788,621 
195,645 
$67.532.111 


$4,525,832 


$4.526.520 


$29,073,677 
42,788,621 
196,333 
$72.058.631 


$  9,163,883 
42,313,215 
438,348 
$51.915.446 


Liabilities 

Due  to  other  governments  $           —  $4,526,520  $  4,526,520  $  7,232,688 

Advances  from  other  governments  67,532,111   ~  67,532,111  44,682,758 

Total  liabilities  $67.532.111  $4.526.520  $72.058.631  $51.915.446 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Combining  Statements  of  Changes  in  Assets  and 
Liabilities 

Fiduciary  Funds  -  Agency 

Years  ended  June  30,  2009  and  2008 


 2009  

Beginning  Ending 
Balance  Additions  Deductions  Balance 


Local  Fund 


Assets 

Cash  and  cash  equivalents  $  1,964,395  $187,630,873  $165,047,423  $24,547,845 

Noncurrent  restricted  investments  42,313,215  130,726,178  130,250,772  42,788,621 

Other  405,148  1,588,518  1,798,021  195,645 

Total  assets  $44.682.758  $319.945.569  $297.096.216  $67.532.111 

Liabilities 

Advances  from  other  governments  $44,682,758  $  55,582,080  $  32,732,727  $67,532,111 

Total  liabilities  $44.682.758  $  55.582.080  $  32.732.727  $67.532.111 


MCS  Agency  Fund 


Assets 

Cash  and  cash  equivalents  $  7,199,488  $185,125,533  $187,799,189  $  4,525,832 

Other  33,200  137,910                    170,422  688 

Total  assets  $  7.232.688  $185.263.443  $187.969.611  $  4.526.520 

Liabilities 

Due  to  other  governments  $  7,232,688  $185,263,443  $187,969,611  $  4,526,520 

Total  liabilities  $  7.232,688  $185,263,443  $187,969.611  $  4,526,520 


Totals  

Assets 

Cash  and  cash  equivalents  $  9,163,883  $372,756,406  $352,846,612  $29,073,677 

Noncurrent  restricted  investments  42,313,215  130,726,178  130,250,772  42,788,621 

Other  438,348  1 ,726,428  1 ,968,443  196,333 

Total  assets  $51,915,446  $505,209,012  $485,065,827  $72,058.631 

Liabilities 

Due  to  other  governments  $  7,232,688  $185,263,443  $187,969,611  $  4,526,520 

Advances  from  other  governments  44,682,758  55,582,080  32,732,727  67,532,111 

Total  liabilities  $51,915,446  $240,845,523  $220,702,338  $72,058.631 
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 2008  

Beginning  Ending 
Balance  Additions  Deductions  Balance 


$  1,476,848 
19,675,200 
130,083 
$21.282.131 


$241,011,486 
220,075,707 
651 ,463 
$461.738.656 


$240,523,939 
197,437,692 
376,398 
$438.338.029 


$  1,964,395 
42,313,215 
405,148 
$44.682.758 


$21,282,131 
$21.282.131 


43,235,476 
43.235.476 


$  19,834,849 
$  19.834.849 


$44,682,758 
$44.682.758 


$11,749,973 
81,853 
$11.831.826 


$190,092,039 
806,893 
$190.898.932 


$11,831,826 
$11,831,826 


$190,898,932 
$190,898.932 


$13,226,821 
19,675,200 
211,936 
$33,113,957 


$431,103,525 
220,075,707 
1,458,356 
$652,637,588 


$11,831,826 
21,282,131 
$33.113.957 


$190,898,932 
43,235,476 
$234.134.408 


$194,642,524 
855,546 
$195.498.070 


$  7,199,488 
33,200 
$  7.232.688 


$195,498,070 
$195,498.070 


7,232,688 
7,232,688 


$435,166,463 
197,437,692 
1 ,231 ,944 
$633,836,099 


$  9,163,883 
42,313,215 
438,348 
$51,915,446 


$195,498,070 
19,834,849 
$215.332.919 


$  7,232,688 
44,682,758 
$51.915.446 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Budgetary  Comparison  Schedule  and  Reconciliation 

Debt  Service  -  State  Road  Bond  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgetary  fund  balance,  beginning  of  year 

Resources  (inflows) 

Vehicle  sales  and  use  tax 
Interest 

Amount  available  for  appropriation 

Charges  to  appropriations  (outflows) 
Bond  principal  and  interest  payments 
Total  charges  to  appropriations 


Final 
Budgeted 
Amounts 

$  14,410,327 

118,743,000 
1,617,000 
134,770,327 


118,743,000 
118,743,000 


Actual 


$  14,410,327 

91,013,245 
760,600 
106,184,172 


87,422,406 
87,422,406 


Variances  Between 
Final  Budget 
and  Actual 


2009 


(27,729,755) 
(856,400) 
(28,586,155) 


31,320,594 
31,320,594 


2008 


3,446,907 
79,017 
3,525,924 


28,775,728 
28,775,728 


Budgetary  fund  balance,  end  of  year 


$  16.027.327 


$  18.761.766 


$  2.734.439 


$32.301.652 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles 
generally  accepted  in  the  United  States  of  America  (GAAP)  basis: 


Reconciliation  to  GAAP 

Budgetary  fund  balance,  end  of  year 

Receivables 
Payables 

Change  in  fair  value  of  investments 


GAAP  basis  fund  balance,  end  of  year 


Actual 
2009 


Actual 
2008 


$18,761,766  $14,410,327 

8,245,649  10,413,656 

(29,090)  (17,829) 

42,681  (983) 


$27.021.006 


$24.805.171 
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Budgetary  Comparison  Schedule  and  Reconciliation 

Nonmajor  Governmental  -  Multimodal  Federal  and  Missouri  General  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Variances  Between 

Final 

Final  Budget 

Budgeted 

and  Actual 

Amounts 

Actual 

2009 

2008 

Budgetary  fund  balance,  beginning  of  year 

$  1,359,916 

$  1,359,916 

$            -  $ 

— 

Resources  (inflows) 

State  appropriations 

24,892,698 

16,247,867 

(8,644,831) 

(2,939,087) 

Intergovernmental/cost 

reimbursement/miscellaneous 

1,585,761 

1,585,761 

1,601,757 

American  Recovery  and  Reinvestment  Act 

7,250,000 

(7,250,000) 

Federal  government 

41,223,000 

49,069,569 

7,846,569 

4,346,467 

Amount  available  for  appropriation 

74,725,614 

68,263,113 

(6,462,501) 

3,009,137 

Charges  to  appropriations  (outflows) 

Maintenance 

Personal  service 

67,337 

57,012 

10,325 

Expense  and  equipment 

16,040 

13,115 

2,925 

Multimodal  operations 

Personal  service 

539,586 

388,788 

150,798 

161,944 

Fringe  benefits 

275,470 

206,562 

68,908 

63,568 

Expense  and  equipment 

478,500 

305,232 

173,268 

258,167 

Program 

142,784,675 

66,827,438 

75,957,237 

56,564,036 

Mississippi  Parkway  Commission 

Program 

50,000 

15,714 

34,286 

Total  charges  to  appropriations 

144,211,608 

67,813,861 

76,397,747 

57,047,715 

Transfer  from  Federal  Stimulus  Fund 

11,500,000 

(11,500,000) 

Budgetary  fund  balance,  end  of  year 

$(57,985,994) 

$  449,252 

$  58.435,246  $ 

60,056,852 

The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles 
generally  accepted  in  the  United  States  of  America  (GAAP)  basis: 


Reconciliation  to  GAAP 

Budgetary  fund  balance,  end  of  year 

Receivables 

Due  from  other  funds 

Payables 

Deferred  revenues 
Due  to  other  funds 


GAAP  basis  fund  balance,  end  of  year 


Actual 
2009 


Actual 
2008 


5  449,252 
6,715,671 
1,131,685 
(7,657,213) 
(26,705) 
(14,967) 


$  1,359,916 
3,648,453 

(3,669,331) 
(900,441) 
(15,550) 


$  597.723 


$  423.047 
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Budgetary  Comparison  Schedule  and  Reconciliation 

Nonmajor  Governmental  -  State  Transportation  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgetary  fund  balance,  beginning  of  year 

Resources  (inflows) 
Sales  and  use  taxes 
Interest 

Intergovernmental/cost 
reimbursements/miscellaneous 
Amount  available  for  appropriation 

Charges  to  appropriations  (outflows) 
Multimodal  operations 
Personal  service 
Fringe  benefits 
Expense  and  equipment 
Program 

Total  charges  to  appropriations 


Final 
Budgeted 
Amounts 

$1,302,771 

2,700,000 


4,002,771 


159,835 
79,468 
61 ,346 
2,925,000 
3,225,649 


Actual 


$1,302,771 

2,426,303 
70 


3,729,144 


139,633 
65,125 
36,106 
2,881,346 
3,122,210 


Variances  Between 
Final  Budget 
and  Actual 


2009 


(273,697) 
70 


(273,627) 


20,202 
14,343 
25,240 
43,654 
103,439 


2008 


(64,413) 
1,087 


227 


(63,099) 


1 1 ,547 
3,805 
27,068 

42,420 


Budgetary  fund  balance,  end  of  year 


$  777.122 


$  606.934 


$(170.188) 


$  (20.679) 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles 
generally  accepted  in  the  United  States  of  America  (GAAP)  basis: 


Reconciliation  to  GAAP 

Budgetary  fund  balance,  end  of  year 

Receivables 
Payables 

Due  to  other  funds 


GAAP  basis  fund  balance,  end  of  year 


Actual 
2009 

$606,934 
217,248 
(8,611) 
(4.548) 


Actual 
2008 

$1,302,771 
274,439 
(9,440) 
(4,596) 


$811.023 


$1.563.174 
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Budgetary  Comparison  Schedule  and  Reconciliation 

Nonmajor  Governmental  -  Aviation  Trust  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgetary  fund  balance,  beginning  of  year 

Resources  (inflows) 
Fuel  taxes 
Sales  and  use  taxes 
Interest 

Intergovernmental/cost 
reimbursements/miscellaneous 
Amount  available  for  appropriation 

Charges  to  appropriations  (outflows) 
Multimodal  operations 
Personal  service 
Fringe  benefits 
Expense  and  equipment 
Program 
Other  state  agenices 
Total  charges  to  appropriations 

Budgetary  fund  balance,  end  of  year 


Final 
Budgeted 
Amounts 

$16,325,259 

300,000 
5,700,000 
653,863 


22,979,122 


482,604 
266,467 
391 ,894 

10,500,000 
43,660 

1 1 ,684,625 

$11,294.497 


Actual 


$16,325,259 

196,732 
4,777,063 
414,429 


3,060 


21,716,543 


470,404 
252,742 
391,894 

6,186,361 
43,660 

7,345,061 

$14,371,482 


Variances  Between 
Final  Budget 
and  Actual 


2009 


2008 


(103,268) 
(922,937) 
(239,434) 


3,060 


(1,262,579) 


12,200 
13,725 

4,313,639 

4,339,564 

i  3.076,985 


(13,261) 
2,963,668 
145,533 


3,095,940 


21,811 
5,990 

3,942,015 

3,969,816 

7,065,756 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles 
generally  accepted  in  the  United  States  of  America  (GAAP)  basis: 


Reconciliation  to  GAAP 

Budgetary  fund  balance,  end  of  year 

Receivables 
Payables 

Due  to  other  funds 

Change  in  fair  value  of  investments 


GAAP  basis  fund  balance,  end  of  year 


Actual 
2009 


Actual 
2008 


$14,371,482  $16,325,259 


285,065 
(1,234,925) 
(13,788) 
45,461 


776,044 
(400,501) 
(15,357) 
34,876 


$13,453,295 


$16,720,321 
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Budgetary  Comparison  Schedule  and  Reconciliation 

Nonmajor  Governmental  -  State  Transportation  Assistance  Revolving  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgetary  fund  balance,  beginning  of  year 

Resources  (inflows) 
Interest 

Intergovernmental/cost 
reimbursements/miscellaneous 
Amount  available  for  appropriation 

Charges  to  appropriations  (outflows) 
Multimodal  operations 

Program 
Other  state  agencies 
Total  charges  to  appropriations 


Final 
Budgeted 

Amounts 

$1,120,292 

75,941 

529,000 
1,725,233 


975,000 
2,608 
977,608 


Actual 


$1,120,292 

95,274 

465,114 
1,680,680 


975,000 
2,608 
977,608 


Variances  Between 
Final  Budget 
and  Actual 


2009 


19,333 

(63,886) 
(44,553) 


2008 


53,292 


(85,223) 
(31,931) 


4,900 


4,900 


Budgetary  fund  balance,  end  of  year 


$  747.625 


$  703.072 


$(44.553) 


$  (27.031) 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles 
generally  accepted  in  the  United  States  of  America  (GAAP)  basis: 


Reconciliation  to  GAAP 

Budgetary  fund  balance,  end  of  year 

Receivables 

Change  in  fair  value  of  investments 


GAAP  basis  fund  balance,  end  of  year 


Actual 
2009 


Actual 
2008 


$  703,072 
2,846,084 
$  2,223 


$1,120,292 
2,335,343 
2,393 


$3.551.379 


$3.458.028 
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Budgetary  Comparison  Schedule  and  Reconciliation 

Nonmajor  Governmental  -  MCS  Federal  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgetary  fund  balance,  beginning  of  year 

Resources  (inflows) 
Intergovernmental/cost 
reimbursements/miscellaneous 
Federal  government 
Amount  available  for  appropriation 

Charges  to  appropriations  (outflows) 
Maintenance 
Program 

Total  charges  to  appropriations 


Final 
Budgeted 
Amounts 

$  83,320 


2,000,000 
2,083,320 


2,000,000 
2,000,000 


Actual 


$  83,320 


21,348 
1 ,227,257 
1,331,925 


1,226,107 
1,226,107 


Variances  Between 
Final  Budget 
and  Actual 


2009 


2008 


21,348 
(772,743) 
(751,395) 


(773,893) 
(773,893) 


17,534 
(210,888) 
(193,354) 


266,995 
266,995 


Budgetary  fund  balance,  end  of  year 


$  83,320 


$  105,818 


$  22,498 


$  73,641 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles 
generally  accepted  in  the  United  States  of  America  (GAAP)  basis: 


Reconciliation  to  GAAP 

Budgetary  fund  balance,  end  of  year 

Receivables 
Payables 


GAAP  basis  fund  balance,  end  of  year 


Actual 
2009 


Actual 
2008 


5  105,818 
1 1 1 ,298 
(111,298) 


$  83,320 
222,048 
(220,114) 


$  105.818 


$  85,254 
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Budgetary  Comparison  Schedule  and  Reconciliation 

Nonmajor  Governmental  -  Grade  Crossing  Safety  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgetary  fund  balance,  beginning  of  year 

Resources  (inflows) 

License,  fees,  and  permits 
Interest 

Intergovernmental/cost 
reimbursements/miscellaneous 
Amount  available  for  appropriation 

Charges  to  appropriations  (outflows) 
Multimodal  operations 

Program 
Other  state  agencies 
Total  charges  to  appropriations 
Transfer  to  Railroad  Expense  Fund 


Final 
Budgeted 
Amounts 

$5,961,035 

1,300,000 


7,261,035 


4,982,250 
15,554 
4,997,804 
(100,000) 


Actual 


$5,961,035 
1,409,774 

42,105 
7,412,914 


2,408,872 
15,554 
2,424,426 


Variances  Between 
Final  Budget 
and  Actual 


2009 


2008 


109,774 


42,105 
151,879 


2,573,378 

2,573,378 
100,000 


(247,969) 
480 


5,410 


(242,079) 


4,007,358 

4,007,358 
100,000 


Budgetary  fund  balance,  end  of  year 


$2,163,231 


$4,988,488 


$2,825,257 


$3,765,279 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles 
generally  accepted  in  the  United  States  of  America  (GAAP)  basis: 


Reconciliation  to  GAAP 

Budgetary  fund  balance,  end  of  year 

Receivables 
Payables 

Deferred  revenues 


GAAP  basis  fund  balance,  end  of  year 


Actual 
2009 


Actual 
2008 


$4,988,488 
1 72,747 
(26,610) 
(35,383) 


$5,961,035 
76,687 
(316,553) 
(11,599) 


$5.099.242 


$5.709.570 
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Budgetary  Comparison  Schedule  and  Reconciliation 

Nonmajor  Governmental  -  Railroad  Expense  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgetary  fund  balance,  beginning  of  year 

Resources  (inflows) 

License,  fees,  and  permits 
Intergovernmental/cost 
reimbursements/miscellaneous 
Amount  available  for  appropriation 

Charges  to  appropriations  (outflows) 
Multimodal  operations 
Personal  service 
Fringe  benefits 
Expense  and  equipment 
Other  state  agencies 
Total  charges  to  appropriations 
Transfer  from  Grade  Crossing  Safety  Fund 


Final 
Budgeted 
Amounts 

$  389,235 

800,000 

1,189,235 


446,612 
263,972 
253,953 
8,921 
973,458 
100,000 


Actual 


f  389,235 

1,220,731 

764 
1,610,730 


369,243 
184,259 
129,036 
8,921 
691,459 


Variances  Between 
Final  Budget 
and  Actual 


2009 


2008 


420,731 

764 
421,495 


77,369 
79,713 
124,917 

281,999 
(100,000) 


(141,092) 

66,941 
(74,151) 


73,797 
69,521 
124,856 

268,174 
(100,000) 


Budgetary  fund  balance,  end  of  year 


$  315.777 


$  919.271 


$  603.494 


$  194.023 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles 
generally  accepted  in  the  United  States  of  America  (GAAP)  basis: 


Actual  Actual 

Reconciliation  to  GAAP  2009  2008 


Budgetary  fund  balance,  end  of  year  $  91 9,271  $  389,235 

Payables  (28,151)  (24,543) 

Deferred  revenues  (632,048)  (168,399) 

Due  to  other  funds  (14,684)  (13,457) 

GAAP  basis  fund  balance,  end  of  year  $  244.388  $  182.836 
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Budgetary  Comparison  Schedule  and  Reconciliation 

Nonmajor  Governmental  -  Highway  Safety  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgetary  fund  balance,  beginning  of  year 

Resources  (inflows) 
Intergovernmental/cost 
reimbursements/miscellaneous 
Federal  government 
Amount  available  for  appropriation 

Charges  to  appropriations  (outflows) 
Maintenance 
Personal  service 
Fringe  benefits 
Expense  and  equipment 
Program 

Total  charges  to  appropriations 


Final 
Budgeted 
Amounts 

$  181,344 


26,000,000 
26,181,344 


356,502 
193,839 
55,000 
30,000,000 
30,605,341 


Actual 


$  181,344 


9,044 
22,833,994 
23,024,382 


322,534 
156,848 
54,974 
22,233,621 
22,767,977 


Variances  Between 
Final  Budget 
and  Actual 


2009 


2008 


9,044 
(3,166,006) 
(3,156,962) 


33,968 
36,991 
26 

7,766,379 
7,837,364 


1 1 ,307 
(12,330,061) 
(12,318,754) 


19,972 
34,076 
136 
4,732,011 
4,786,195 


Budgetary  fund  balance,  end  of  year 


$(4.423,997) 


$  256,405 


$4,680,402 


$  (7,532,559) 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles 
generally  accepted  in  the  United  States  of  America  (GAAP)  basis: 


Actual 

Actual 

Reconciliation  to  GAAP 

2009 

2008 

Budgetary  fund  balance,  end  of  year 

$  256,405 

$  181,344 

Receivables 

3,162,434 

2,294,668 

Payables 

(1,889,115) 

(1,428,034) 

Deferred  revenues 

(773,899) 

Due  to  other  funds 

(1,245,515) 

(784,108) 

GAAP  basis  fund  balance,  end  of  year 

$  (489.690) 

$  263.870 

106 


Financial  Section 


Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Budgetary  Comparison  Schedule  and  Reconciliation 

Nonmajor  Governmental  -  Motorcycle  Safety  Fund 

Year  Ended  June  30,  2009 

With  Summarized  Financial  Information  for  2008 


Budgetary  fund  balance,  beginning  of  year 

Resources  (inflows) 

License,  fees,  and  permits 
Amount  available  for  appropriation 

Charges  to  appropriations  (outflows) 
Maintenance 

Program 
Other  state  agencies 

Total  charges  to  appropriations 

Budgetary  fund  balance,  end  of  year 


Final 
Budgeted 
Amounts 

$241 ,826 

425,000 
666,826 


425,000 
4,617 

429,617 

$237.209 


Actual 

$241 ,826 

382,891 
624,717 


378,890 
4,617 

383,507 

$241.210 


Variances  Between 
Final  Budget 
and  Actual 


2009 


(42,109) 
(42,109) 


46,110 


46,110 


$  4,001 


2008 


(30,033) 
(30,033) 


$(30,033) 


The  following  are  reconciliations  of  the  differences  between  the  State's  budgetary  basis  and  accounting  principles 
generally  accepted  in  the  United  States  of  America  (GAAP)  basis: 


Reconciliation  to  GAAP 

Budgetary  fund  balance,  end  of  year 

Payables 


GAAP  basis  fund  balance,  end  of  year 


Actual 
2009 


Actual 
2008 


$241,210 


$241 ,826 
(25,496) 


$241.210 


$216.330 
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Index  and  Overview 
Statistical  Section 


Financial  Trends  Page 

These  schedules  are  intended  to  assist  in  understanding  and  assessing  the  Department's 
financial  performance  over  time. 

Net  Assets  -  Government-wide  113 

Changes  in  Net  Assets  -  Government-wide  114 

Changes  in  Fund  Balances  -  Governmental  Funds  1 1 6 

Fund  Balances  -  Governmental  Funds  1 1 8 

Expenditures  of  Federal  Awards  1 1 9 

Revenue  Capacity 

These  schedules  are  intended  to  assist  in  understanding  and  assessing  the  factors  affecting 
Missouri's  fuel  tax,  the  Department's  largest  source  of  income. 

Revenue  Base  -  State  Motor  Fuel  Taxes  120 
Revenue  Rates  -  State  Motor  Fuel  Taxes  121 
Principal  Revenue  Suppliers  -  State  Motor  Fuel  Taxes  122 

Debt  Capacity 

These  schedules  are  intended  to  assist  in  understanding  and  assessing  the  Department's 
current  burden  and  the  Department's  ability  to  issue  additional  debt  in  the  future. 

Legal  Debt  Limitations  123 
Ratios  of  Outstanding  Debt  124 
Pledged  Revenue  Coverage  Related  to  Revenue  Bonds  126 

Demographic  and  Economic  Information 

These  schedules  are  intended  to  assist  in  understanding  the  environment  in  which 
The  Department's  financial  activities  take  place. 

Population,  Personal  Income,  and  Unemployment  Rate  127 
Employment  Sectors  128 
Licensed  Drivers  with  Population  Data  129 
Vehicle  Registrations  with  Fuel  Tax  Receipts  130 

Operating  Information 

These  schedules  are  intended  to  provide  information  about  the  Department's  services 
and  infrastructure. 

Demand  and  Level  of  Service  Indicators  131 
Capital  Asset  Indicators  134 
Employee  Full-Time  Equivalents  136 


Sources: 

Unless  otherwise  stated,  information  in  the  following  tables  is  derived  from  the  Missouri  Department  of  Transportation  (MoDOT)  annual  financial  reports 
for  the  years  shown. 


Note: 

The  objective  of  this  statistical  section  is  to  provide  users  with  historical  perspective  by  presenting  information  for  multiple  years.  Over  time,  data  for  the 
most  recent  ten  years  will  be  presented.  In  fiscal  year  2002,  the  Department  implemented  Governmental  Accounting  Standards  Board  Statement  34, 
Basic  Financial  Statements  -  and  Management's  Discussion  and  Analysis  -  for  State  and  Local  Governments;  consequently,  schedules  presenting 
government-wide  information  commence  with  that  year.  In  other  cases,  schedules  originate  with  the  year  that  the  Department  began  tracking  the 
information,  the  tracking  process  or  data  collection  system  changed,  or  it  became  administratively  feasible  to  report  retroactively. 
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Financial  Trends 

Net  Assets  -  Government-wide 

Years  Ended  June  30 
(Amounts  in  Thousands) 


Year 

Invested  in 
capital  assets, 
net  of  related  debt 

Restricted 

Total 

2009 

$24,458,155 

$  678,642 

$25,136,797 

2008 

23,945,040 

1,061,821 

25,006,861 

2007 

24,016,417 

788,665 

24,805,082 

2006 

24,341,909 

401,282 

24,743,191 

2005 

24,234,053 

387,012 

24,621,065 

2004 

23,952,946 

511,414 

24,464,360 

2003 

23,937,412 

457,734 

24,395,146 

2002 

23,967,986 

390,330 

24,358,316 

Note: 

Amounts  for  2003  and  2004  include  the  restatement  of  beginning  balances  due  to  transfers  of  Motor  Carriers  and  Highway  Safety 
functions  from  other  state  agencies. 
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Financial  Trends 

Changes  in  Net  Assets  -  Government-wide 

Years  Ended  June  30 
(Amounts  in  Thousands) 


2009 

2008 

2007 

Transportation  Program  Expenses 

Administration 

$  34,834 

$  33,645 

$  38,887 

Fleet,  facilities,  and  information  systems 

55,168 

56,721 

54,400 

Maintenance 

424,327 

406,374 

378,902 

Construction 

257,943 

240,821 

273,086 

Multimodal  operations 

85,999 

74,128 

71,268 

Interest 

106,538 

102,344 

75,228 

Other  state  agencies 

174,587 

178,319 

169,906 

Missouri  Constitution  Article  X  refunds 

— 

— 

— 

Self-insurance 

19,210 

32,103 

7,854 

Medical  and  life  insurance 

89,774 

87,710 

102,642 

Other  postemployment  benefits 

65,804 

69,731 

Depreciation 

749,654 

746,456 

849,957 

Total  transportation  program  expenses 

2,063,838 

2,028,352 

2,022,130 

Transportation  Program  Revenues 

Charges  for  services 

Licenses,  fees,  and  permits 

290,399 

291 ,843 

259,086 

Employee  insurance  premiums 

29,047 

26,534 

25,369 

Other 

160,012 

86,719 

67,816 

Total  charges  for  services 

479,458 

405,096 

352,271 

rcucicu  yuvci 1 11 1 ici  11 

American  Recovery  and  Reinvestment  Act 

28,279 

— 

— 

Operating 

76,569 

62,179 

78,588 

Capital 

833,839 

907,956 

797,196 

Total  federal  government 

938,687 

970,135 

875,784 

Total  transportation  program  revenues 

1,418,145 

1,375,231 

1,228,055 

Net  expense  of  transportation  program 

(645,693) 

(653,121) 

(794,075) 

General  Revenues 

Fuel  taxes 

499,506 

514,908 

517,648 

Sales  and  use  taxes 

233,810 

272,039 

275,259 

Unrestricted  investment  earnings 

27,607 

51,581 

49,301 

State  appropriations 

16,634 

13,257 

12,283 

Donated  assets 

441 

Gain  (loss)  on  sale  of  capital  assets 

(1,928) 

3,115 

1,034 

Total  general  revenues 

775,629 

854,900 

855,966 

Changes  in  Net  Assets 

$  129.936 

$  201.779 

$  61.891 

Note: 

Government-wide  financial  statements  are  prepared  on  a  full  accrual  basis  and  include  transactions  related  to  capital  assets  and  long-term 
obligations.  These  statements  also  include  the  effects  of  eliminating  off-setting  revenues  and  expenses  related  to  the  Department's  internal 
service  funds. 
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2006 

2005 

2004 

2003 

2002 

;  30,838 

$  29,703 

$  29,318 

$  37,040 

$  39,832 

53,222 

55,976 

43,603 

53,789 

59,672 

362,163 

375,323 

314,965 

271,003 

255,408 

165,494 

210,298 

197,761 

223,029 

225,074 

60,530 

52,978 

46,880 

46,607 

50,725 

53,543 

43,465 

39,276 

33,366 

20,505 

146,969 

178,506 

166,271 

165,215 

166,295 

— 

— 

— 

133 

— 

27,387 

21,998 

15,916 

15,502 

20,977 

92,952 

82,474 

68,194 

64,209 

54,257 

829,556 

689,699 

771 ,756 

913,227 

992,712 

1,822,654 

1,740,420 

1,693,940 

1,823,120 

1,885,457 

299,892 

282,058 

268,830 

272,755 

261,831 

26,216 

26,024 

23,909 

21,504 

21,191 

46,165 

41,838 

74,598 

80,109 

60,145 

372,273 

349,920 

367,337 

374,368 

343,167 

___ 

61,630 

___ 

57,497 

___ 

43,050 

___ 

24,569 

___ 

22,190 

768,173 

770,568 

660,350 

742,415 

809,268 

829,803 

828,065 

703,400 

766,984 

831 ,458 

1,202,076 

1,177,985 

1,070,737 

1,141,352 

1,174,625 

(620,578) 

(562,435) 

(623,203) 

(681 ,768) 

(710,832) 

522,896 

518,990 

515,048 

497,781 

495,629 

182,465 

181,462 

180,213 

178,057 

185,895 

24,450 

5,352 

(12,846) 

16,865 

18,210 

1 1 ,453 

1 1 ,769 

1 1 ,299 

10,389 

17,385 

4 

162 

13,277 

1,436 

1,567 

(2,238) 

(3.117) 

742,704 

719,140 

691,638 

713,252 

717,119 

;  122.126 

$  156.705 

$  68.435 

$  31.484 

$  6.287 
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Financial  Trends 

Changes  in  Fund  Balances-Governmental  Funds 

Years  Ended  June  30 
(Amounts  in  Thousands) 


2009 

2008 

2007 

Revenues 

Fuel  taxes 

$  499,506 

$  514,908 

$  517,648 

Sales  and  use  taxes 

234,599 

270,339 

275,259 

Licenses,  fees,  and  permits 

290,925 

290,709 

259,086 

Intergovernmental/cost  reimbursements/miscellaneous 

139,105 

80,668 

89,997 

Investment  earnings 

23,417 

46,890 

44,388 

American  Recovery  and  Reinvestment  Act 

28,279 

State  government 

16,634 

13,257 

12,283 

Federal  government 

909,634 

970,135 

877,795 

Total  revenues 

2,142,099 

2,186,906 

2,076,456 

Expenditures 

Administration 

49,224 

46,822 

45,797 

Fleet,  facilities,  and  information  systems 

57,691 

58,933 

58,759 

Maintenance 

466,143 

433,653 

436,796 

Construction 

273,099 

264,693 

300,579 

Multimodal  operations 

86,202 

74,303 

71,485 

Capital  outlay 

1,306,613 

1,143,496 

1,248,304 

Debt  service  -  principal 

103,123 

88,097 

105,630 

Debt  service  -  interest 

115,468 

109,730 

89,997 

Missouri  Constitution  Article  X  refunds 

Other  state  agencies 

197,248 

199,237 

189,409 

Total  expenditures 

2,654,811 

2,418,964 

2,546,756 

Excess  of  revenues  over  (under)  expenditures 

(512,712) 

(232,058) 

(470,300) 

Other  Financing  Sources  (Uses) 

Notes  issued 

1,856 

4,539 

406 

Bonds  issued 

142,735 

526,800 

800,000 

Refunding  bonds  issued 

394,870 

Refunding  bonds  escrow  payment 

(432,408) 

Bond  interest  rate  swap 

(11,118) 

Premium  on  bonds 

2,835 

27,808 

73,180 

Discount  on  bonds 

(170) 

Capital  leases  issued 

581 

763 

1,355 

Refinancing  capital  leases  issued 

22,985 

Capital  lease  termination  payment 

(22,559) 

Capital  asset  sales 

6,830 

8,705 

8,679 

Transfers  in 

555,389 

574,864 

523,744 

Transfers  out 

(555,389) 

(574,864) 

(523,744) 

Total  other  financing  sources  (uses) 

154,837 

557,753 

846,082 

Net  Changes  in  Fund  Balances 

$  (357,875) 

$  325,695 

$  375,782 

Debt  service  as  a  percentage  of  noncapital  expenditures 

16% 

16% 

^5°, 

Debt  service  as  a  percentage  of  total  revenues 

10% 

9% 

9° 

Notes: 

Some  amounts  have  been  recategorized  for  comparability. 

Governmental  fund  financial  statements  are  prepared  on  a  modified  accrual  basis  to  report  changes  in  net  current  financial 
resources.  These  statements  differ  from  cash-based  budget  reports  primarily  because  revenues  are  recognized  if  they  are 
collected  within  60  days  of  the  end  of  the  fiscal  year  and  expenditures  are  recorded  when  the  related  liability  is  incurred,  except 
that  certain  long-term  obligations  are  recognized  to  the  extent  they  have  matured. 
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2006 


2005 


2004 


2003 


2002 


5  522,896 
182,465 
299,892 
53,652 
22,256 

1 1 ,453 
827,791 
1,920,405 


t  518,990 
181,462 
282,058 
53,254 
3,230 

1 1 ,769 
828,065 
1 ,878,828 


f  515,048 
180,213 
268,830 
73,892 
(12,812) 

1 1 ,299 
703,400 
1,739,870 


I  497,781 
178,057 
272,755 
75,533 
17,204 

10,389 
766,984 
1,818,703 


6  495,629 
185,895 
261,831 
45,867 
15,999 

17,385 
831 ,458 
1 ,854,064 


42,843 
68,753 
41 1 ,847 
190,713 
60,676 
1 ,252,825 
73,919 
57,776 

169,726 
2,329,078 

(408,673) 


41,088 
67,791 
406,185 
228,985 
53,092 
918,733 
56,094 
45,096 

194,682 
2,011,746 

(132,918) 


40,352 
56,791 
339,673 
219,217 
46,989 
1,038,713 
40,330 
33,214 

180,851 
1,996,130 

(256,260) 


46,428 
69,386 
292,536 
227,374 
46,689 
1,076,363 
31,833 
28,961 
133 
177,369 
1,997,072 

(178,369) 


47,156 
69,956 
271,571 
231,851 
50,791 
1,171,815 
27,024 
21,466 

182,133 
2,073,763 

(219,699) 


1,787 
350,660 


17,122 


2,277 
254,000 


23,230 


33,376 
403,000 


21,336 
2,646 


44,468 


9,559 
3,312 


22 
5,362 


1 1 ,892 
34,295 


6,669 
570,592 
(570,592) 
383,098 

$  (25,575) 


5,941 
136,487 
(136,487) 
67,531 

$  (65,387) 


3,341 
166,206 
(166,206) 
272,489 

$  16,229 


2,598 
185,502 
(185,502) 
31,212 

$  (147,157) 


6,935 
165,212 
(165,212) 
489,498 

$  269,799 


12% 
7% 


9% 
5% 


8% 
4% 


7% 
3% 


5% 
3% 
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Financial  Trends 

Fund  Balances  -  Governmental  Funds 

Years  Ended  June  30 
(Amounts  in  Thousands) 


Unreserved,  Unreserved, 


Year 

Reserved 

Special  Revenue 

Debt  Services 

Total 

2009 

$  139,089 

$602,416 

$  27,021 

$  768,526 

2008 

122,644 

978,951 

24,805 

1,126,400 

2007 

116,356 

664,305 

20,044 

800,705 

2006 

116,682 

299,664 

8,577 

424,923 

2005 

139,366 

311,132 

450,498 

2004 

33,076 

482,809 

515,885 

2003 

28,299 

470,566 

498,865 

2002 

30,097 

610,768 

640,865 

2001 

35,529 

331,457 

366,986 

2000 

35,400 

142,052 

177,452 

Notes: 

Amounts  for  2003  and  2004  include  restatement  of  beginning  balances  due  to  transfers  of  Motor  Carriers  and 
Highway  Safety  functions  from  other  state  agencies. 

Amounts  for  2002  include  the  restatement  of  beginning  balances  due  to  the  implementation  of  Governmental 
Accounting  Standards  Board  Statement  34. 
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Financial  Trends 

Expenditures  of  Federal  Awards 

Years  Ended  June  30 
(Amounts  in  Thousands) 


Roads 


Year 

and  Bridqes 

Multimodal 

Motor  Carriers 

Hiqhwav  Safety 

Total 

2008 

$  909,643 

$46,440 

$1,410 

$17,208 

$  974,701 

2007 

800,933 

47,658 

1,327 

34,637 

884,555 

2006 

764,803 

45,148 

1,434 

28,596 

839,981 

2005 

764,091 

34,203 

2,733 

20,057 

821,084 

2004 

660,692 

28,588 

2,458 

13,132 

704,870 

2003 

742,640 

27,633 

1,175 

771 ,448 

2002 

809,262 

21,567 

830,829 

Source: 

MoDOT  Schedule  of  Expenditures  of  Federal  Awards  prepared  for  inclusion  in  the  State  Auditor's  single  audit  report  for  the 
State  of  Missouri 


Notes: 

Includes  State  Emergency  Management  Agency  amounts. 
Fiscal  year  2009  data  is  not  yet  available. 

Motor  Carriers  and  Highway  Safety  grants  for  fiscal  years  2002,  and  2002-2003,  respectively,  were  reported  with  other  state 
agencies. 
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Revenue  Capacity 

Revenue  Base  -  State  Motor  Fuel  Taxes 

Years  Ended  June  30 
(Amounts  in  Thousands) 

Missouri   Distribution  

Net  Constitution 
State  Article  X 


Year 

Gallons 

Receipts 

Refunds 

Cities 

Counties 

MoDOT 

2009 

4,002,068 

$  680,862 

$ 

$101,685 

$  79,750 

$  499,427 

2008 

4,182,599 

710,246 

106,357 

83,418 

520,471 

2007 

4,141,906 

704,071 

105,875 

83,036 

515,160 

2006 

4,156,348 

707,856 

104,820 

82,208 

520,828 

2005 

4,182,914 

710,343 

106,890 

83,831 

519,622 

2004 

4,125,374 

700,217 

105,657 

82,868 

511,692 

2003 

4,005,507 

679,397 

437 

101,791 

79,832 

497,337 

2002 

3,938,484 

669,724 

98,640 

77,351 

493,733 

2001 

3,834,656 

653,674 

7,307 

98,426 

77,192 

470,749 

2000 

3,971,313 

673,891 

13,492 

101,019 

79,227 

480,153 

Source: 

MoDOT  Resource  Management  Division 
Notes: 

Amounts  are  provided  on  a  cash  basis. 

Dollar  amounts  are  shown  net  of  motor  fuel  tax  refunds. 
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Revenue  Capacity 

Revenue  Rates  -  State  Motor  Fuel  Taxes 

Years  Ended  June  30 
(Cents  per  Gallon) 


Total 

Local 

Year 

Fuel  Tax  Rate 

Governments 

MoDOT 

2009 

17.00 

4.55 

12.45 

2008 

17.00 

4.55 

12.45 

2007 

17.00 

4.55 

12.45 

2006 

17.00 

4.55 

12.45 

2005 

17.00 

4.55 

12.45 

2004 

17.00 

4.55 

12.45 

2003 

17.00 

4.55 

12.45 

2002 

17.00 

4.55 

12.45 

2001 

17.00 

4.55 

12.45 

2000 

17.00 

4.55 

12.45 

Source: 

MoDOT  Resource  Management  Division 


Note: 

Motor  fuel  tax  rates  are  established  by  Chapter  142,  RSMo.  Increases  in  these  rates  require  a 
statutory  change. 
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Revenue  Capacity 
Principal  Revenue  Suppliers 
State  Motor  Fuel  Taxes 

Year  Ended  June  30 
(Amounts  in  Thousands) 

2009 

Gallons  from  top  ten  suppliers  3,333,457 

Net  Revenue  from  top  ten  suppliers  $  566,688 

Net  Revenue  from  all  suppliers  $  680,862 

Percentage  from  top  ten  suppliers  83% 

Sources: 

Net  revenue  from  top  ten  suppliers:  Missouri  Department  of  Revenue 
Net  revenue  from  all  suppliers:  MoDOT  Resource  Management  Division 
Remainder  extrapolated 

Notes: 

Top  ten  supplier  information  is  released  by  the  Department  of  Revenue  only  in  the  aggregate.  Information 
on  individual  suppliers  is  not  available.  There  are  120  total  suppliers. 

Principal  revenue  payer  information  is  to  be  reported  comparatively  for  fiscal  year  2009  and  fiscal  year  2000. 
However,  information  for  fiscal  year  2000  is  not  readily  available  from  the  Department  of  Revenue. 
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Debt  Capacity 

Legal  Debt  Limitations 


Years  Ended  June  30 
(Amounts  in  Thousands) 


Year 


Legal  Limitations 


Debt  Issued 
Applicable  To  Limit 
(cumulative  par) 


Legal  Debt  Margin 
(excess  available) 


Ratio  of  Debt 
To  Legal  Limit 


2009 
2008 
2007 
2006 
2005 
2004 
2003 
2002 
2001 
2000 


$  n/a 


$ 


$ 


— % 


n/a 
n/a 
n/a 


2,250,000 
2,250,000 
2,250,000 
2,250,000 
2,250,000 
no  authority 


907,000 
907,000 
653,000 
653,000 
250,000 


1 ,343,000 
1 ,343,000 
1,597,000 
1,597,000 
2,000,000 


40 
40 
29 
29 
11 


Source: 

MoDOT  Resource  Management  Division 
Notes: 

Legal  debt  limitations  apply  only  to  road  revenue  bonds. 

Sections  226.133  and  226.134  RSMo,  authorized  the  issuance  of  road  revenue  bonds  from  2001  through  2006, 
with  a  legal  limit  of  $2.25  billion. 

n/a  =  Article  IV  of  the  Missouri  Constitution,  amended  in  2005,  authorized  the  issuance  of  road  revenue  bonds, 
not  subject  to  any  legal  limitations. 


Statistical  Section  1 23 


Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Debt  Capacity 

Ratios  of  Outstanding  Debt 


Years  Ended  June  30 
(Amounts  in  Thousands) 


Debt  Outstanding  at  June  30 


Year 


Road  Bonds 


Loans 


Capital  Leases 


Total 


2009 
2008 
2007 
2006 
2005 
2004 
2003 
2002 
2001 
2000 


$2,355,925 
2,298,080 
1,833,795 
1,119,885 
828,500 
861,000 
630,455 
646,390 
250,000 


$ 


27,164 
34,042 
46,453 
68,376 
80,830 
95,249 
101,338 
93,069 
92,325 
91,508 


$  19,646 
28,443 
35,225 
43,505 
53,514 
17,221 
22,982 
28,674 
2,474 


$2,402,735 
2,360,565 
1,915,473 
1,231,766 
962,844 
973,470 
754,775 
768,133 
344,799 


782 


92,290 


Sources: 

Personal  Income:  United  States  Department  of  Commerce,  Bureau  of  Economic  Analysis 

Population:  United  States  Department  of  Commerce,  Census  Bureau 

Notes: 

Personal  income  and  population  are  reported  on  a  calendar  year  basis  within  the  applicable  fiscal  year. 
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Ratio  of  Debt  to  Income  Ratio  of  Debt  to  Population 


Personal 
Income 

Percentage  of 
Personal 
Income 

Population 

Per  Capita 

$205,288,000 

1.17% 

5,912 

$  406 

198,757,000 

1.19 

5,878 

402 

188,399,000 

1.02 

5,838 

328 

178,036,000 

0.69 

5,788 

213 

170,392,000 

0.57 

5,745 

168 

164,163,000 

0.59 

5,706 

171 

160,014,000 

0.47 

5,676 

133 

155,843,000 

0.49 

5,642 

136 

149,979,000 

0.23 

5,606 

62 

140,867,000 

0.07 

5,468 

17 
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Debt  Capacity 

Pledged  Revenue  Coverage  Related  to 
Revenue  Bonds 

Years  Ended  June  30 
(Amounts  in  Thousands) 


Pledged  Revenues   Debt  Service  on  State  Road  Bonds 


Year 

Revenues 

Operating 
Expenses 

Net 
Pledged 
Revenues 
Available 

Principal 

Interest 

Total 

Debt 
Coverage 
Ratio 

2009 

$  997,990 

$  279,971 

$718,019 

$84,896 

$113,591 

$198,487 

3.6 

2008 

1,049,645 

279,823 

769,822 

62,515 

105,105 

167,620 

4.6 

2007 

1 ,024,787 

269,210 

755,577 

73,350 

82,049 

155,399 

4.9 

2006 

973,087 

245,217 

727,870 

59,275 

53,122 

112,397 

6.5 

2005 

904,978 

545,048 

359,930 

32,500 

43,785 

76,285 

4.7 

2004 

893,734 

501,226 

392,508 

23,455 

31,086 

54,541 

7.2 

2003 

867,255 

476,193 

391,062 

15,935 

28,041 

43,976 

8.9 

2002 

865,950 

467,158 

398,792 

6,610 

18,488 

25,098 

15.9 

2001 

846,204 

486,232 

359,972 

2000 

848,666 

446,244 

402,422 

Source: 

MoDOT  Controller's  Division 


Notes: 

Certain  prior  year  amounts  were  revised  due  to  a  change  in  source. 
Amounts  are  presented  on  a  cash  basis. 

Revenues  consist  of  various  percentages  of  the  state  motor  fuel  tax,  sales  and  use  taxes,  and  motor  vehicle  fees,  as  set  by  the 
State's  constitution  and  statutes.  Revenues  are  reported  net  of  motor  fuel  tax  refunds,  and  certain  costs  of  collection. 

Operating  expenses  consist  of  retirement  benefit  costs,  the  cost  of  enforcement  of  motor  vehicle  laws,  and  costs  of  other 
highway-related  activities.  Prior  to  fiscal  year  2006,  additional  MoDOT  operating  expenses,  principally  personnel  expenses  and 
administrative  costs,  were  paid  from  the  highway  fund. 
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Demographic  and  Economic  Information 
Population,  Personal  Income,  and 
Unemployment  Rate 

Years  Ended  December  31 
(Amounts  in  Thousands) 

Per  Capita 


Personal 

Personal 

Unemployment 

Year 

Population 

Income 

Income 

Rate 

2008 

5,912 

$205,288,000 

$35 

6.0% 

2007 

5,878 

198,757,000 

34 

5.1 

2006 

5,838 

188,399,000 

32 

5.2 

2005 

5,788 

178,036,000 

31 

6.3 

2004 

5,745 

170,392,000 

30 

5.9 

2003 

5,706 

164,163,000 

29 

5.9 

2002 

5,676 

160,014,000 

28 

5.7 

2001 

5,642 

155,843,000 

28 

4.8 

2000 

5,606 

149,979,000 

27 

3.2 

1999 

5,468 

140,867,000 

26 

3.4 

Sources: 

Population:  United  States  Department  of  Commerce,  Census  Bureau 

Personal  Income,  Per  Capita  Personal  Income,  and  Unemployment  Rate:  United  States  Department  of 
Commerce,  Bureau  of  Economic  Analysis 
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Demographic  and  Economic  Information 
Employment  Sectors 

Years  Ended  December  31 
(Amounts  in  Thousands) 


2008 

1999 

Employees 

Rank 

Percentaqe 

Employees 

Rank 

Percentaqe 

Trade,  transportation,  and  utilities 

552 

1 

20% 

551 

1 

20% 

Government 

445 

2 

16 

418 

2 

15 

Education  and  health  services 

389 

3 

14 

330 

4 

12 

Professional  and  business  services 

343 

4 

12 

312 

5 

11 

Leisure  and  hospitality 

295 

5 

10 

269 

6 

10 

Manufacturing 

291 

6 

10 

376 

3 

14 

Financial  activities 

166 

7 

6 

159 

7 

6 

Construction,  natural  resources,  and  mining 

157 

8 

6 

146 

8 

5 

Other  services 

121 

9 

4 

113 

9 

4 

Information 

64 

10 

2 

75 

10 

3 

Total 

2,823 

100% 

2,749 

100% 

Source: 

United  States  Department  of  Labor,  Bureau  of  Labor  Statistics 
Note: 

Information  on  employers  is  provided  at  the  more  general  level  of  employment  sectors,  rather  than  the  top  ten  specific 
employers  of  the  State  of  Missouri.  This  data  is  more  relevant  to  the  mission  of  a  transportation  system. 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Demographic  and  Economic  Information 
Licensed  Drivers  with  Population  Data 

Years  Ended  June  30 
(Amounts  in  Thousands) 


Change  in 

Change  in 

Year 

Licensed  Drivers 

Licensed  Drivers 

Population 

Population 

2008 

4,197 

35 

5,878 

40 

2007 

4,162 

22 

5,838 

50 

2006 

4,140 

5 

5,788 

43 

2005 

4,135 

87 

5,745 

39 

2004 

4,048 

82 

5,706 

30 

2003 

3,966 

35 

5,676 

34 

2002 

3,931 

69 

5,642 

36 

2001 

3,862 

6 

5,606 

138 

2000 

3,856 

16 

5,468 

30 

1999 

3,840 

5,438 

Sources: 

Licensed  Drivers:  Missouri  Department  of  Revenue  for  federal  reporting 
Population:  United  States  Department  of  Commerce,  Census  Bureau 

Notes: 

Fiscal  year  2009  licensed  drivers  data  is  not  yet  available. 

Licensed  drivers  data  for  2001  and  prior  are  reported  on  a  calendar  year  basis. 

Population  is  reported  on  a  calendar  year  basis  within  the  applicable  fiscal  year. 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Demographic  and  Economic  Information 
Vehicle  Registrations  with  Fuel  Tax  Receipts 

Years  Ended  June  30 
(Amounts  in  Thousands) 


Percentage 

Net  State 

Percentage 

Fuel  Tax 

Fiscal 

Change  in 

Fuel  Tax 

Change  in 

Receipts  per 

Year 

Reqistrations 

Reqistrations 

Receipts 

Fuel  Tax  Receipts 

Reqistration 

2008 

5,961 

(0.6)% 

$  710,246 

0.9% 

119 

2007 

5,997 

(0.7)% 

704,071 

(0.5) 

117 

2006 

6,040 

7.1 

707,856 

(0.4) 

117 

2005 

5,609 

(1.9) 

710,343 

1.4 

127 

2004 

5,715 

13.0 

700,217 

3.0 

123 

2003 

4,974 

(7.8) 

679,397 

1.4 

137 

2002 

5,362 

10.1 

669,724 

2.4 

125 

2001 

4,819 

(3.3) 

653,674 

(3.1) 

136 

2000 

4,980 

4.3 

673,891 

5.0 

135 

1999 

4,766 

640,178 

134 

Sources: 

Registrations:  Missouri  Department  of  Revenue,  Missouri  State  Highway  Patrol,  and  MoDOT  for  federal  reporting 
Fuel  Tax  Receipts:  MoDOT  Resource  Management  Division,  cash  basis 

Notes: 

Fiscal  year  2009  registrations  data  is  not  yet  available. 

Registration  data  from  2001  and  prior  are  reported  on  a  calendar  year  basis. 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Operating  Information 

Demand  and  Level  of  Service  Indicators 

Years  Ended  December  31 


Daily  Vehicle  Miles  Traveled 

(Amounts  in  Thousands) 

Population 

Average 

Non-State 

State 

Total  Public 

(Amounts  in 

Daily  Miles 

Year 

Hiqhwavs 

Hiqhwavs 

Hiqhwavs 

Thousands) 

Per  Capita 

2008 

68,086 

130,703 

198,789 

5,912 

33.6 

2007 

69,150 

134,149 

203,299 

5,878 

34.6 

2006 

55,829 

132,758 

188,587 

5,838 

32.3 

2005 

55,763 

132,604 

188,367 

5,788 

32.5 

2004 

55,874 

132,635 

188,509 

5,745 

32.8 

2003 

55,162 

130,945 

186,107 

5,706 

32.6 

2002 

55,615 

131,130 

186,745 

5,676 

32.9 

Sources: 

Daily  Vehicle  Miles  Traveled:  MoDOT  Transportation  Planning  Division 
Population:  United  States  Department  of  Commerce,  Census  Bureau 

Note: 

Certain  2007  data  was  revised  by  source 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Operating  Information 

Demand  and  Level  of  Service  Indicators 

Years  Ended  December  31 


Freight  Tonnage  By  Mode 

(Amounts  In  Thousands)    Travel  Information  by  Mode  

Number  of 


Number  of 

Number  of 

Business 

Motor 

Transit 

Amtrak  Rail 

Capable 

Year 

Port 

Carrier  (1) 

Aviation 

Rail 

Passenqers  (2) 

Passenqers  (2) 

Airports 

2009 

n/a-cy 

n/a-cy 

n/a-cy 

n/a-cy 

n/a-src 

579,000 

n/a-cy 

2008 

n/a-src 

361,000 

240 

n/a-src 

72,300,000 

532,000 

32 

2007 

2,300 

444,000 

260 

410,000 

68,200,000 

433,000 

30 

2006 

2,200 

399,000 

267 

441,000 

70,400,000 

433,000 

29 

2005 

2,300 

418,000 

278 

400,000 

66,000,000 

422,000 

29 

2004 

2,400 

419,000 

282 

405,000 

64,600,000 

402,000 

29 

2003 

2,400 

385,000 

290 

395,000 

65,100,000 

390,000 

27 

2002 

2,400 

363,000 

299 

380,000 

67,700,000 

427,000 

27 

Source: 

MoDOT  Tracker  -  Measures  of  Departmental  Performance 


Notes: 

(1)  Motor  carrier  data  may  not  directly  reflect  exact  industry  tonnage  amounts  and  should  only  be  used  to  indicate  general 
industry  trends. 

(2)  Measured  on  a  fiscal  year  basis. 

(3)  In  2006,  bond  funding  was  not  available  for  new  construction. 

(4)  Measured  in  the  fall  of  each  year;  current  process  began  in  2005. 
n/a-cy  =  not  available  -  calendar  year  basis. 

n/a-src  =  not  available  -  external  source  provides  data. 
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Road  and  Bridge  Projects 

Safety 

Number  of  Miles 

Percent  of 

Number  of 

Number  of 

Percent  of 

of  New  4-lane 

Projects 

Fatalities 

Disabling 

Major  Roads' 

Corridors 

Completed 

from  Traffic 

Injuries  from 

Stripes  Meeting 

Completed  (3) 

on  Time  (2) 

Crashes 

Traffic  Crashes 

Expectations  (4) 

n/a-cy 

93% 

n/a-cy 

n/a-cy 

n/a-cy 

61 

91 

960 

6,933 

96% 

30 

88 

992 

7,743 

96 

15 

76 

1,096 

8,150 

95 

57 

73 

1,257 

8,624 

93 

63 

72 

1,130 

8,857 

n/a 

73 

71 

1,232 

8,730 

n/a 

45 

73 

1,208 

9,156 

n/a 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Operating  Information 
Capital  Asset  Indicators  (d 

Years  Ended  December  31 


Percentage  of 


Centerline 

Major  Highways 

Number  of 

Year 

Miles  (2) 

In  Good  Condition  (3) 

Deficient  Bridqes 

2008 

33,676 

83% 

2,838 

2007 

33,685 

78 

2,844 

2006 

33,681 

74 

2,836 

2005 

32,423 

61 

2,892 

2004 

32,403 

47 

2,907 

2003 

32,397 

45 

2,959 

2002 

32,340 

45 

3,029 

Sources: 

MoDOT  Tracker  -  Measures  of  Departmental  Performance 
Centerline  miles  provided  by  Transportation  Planning  Division 


Notes: 

(1 )  Assets  of  non-highway  modes  are  not  owned  by  the  state.  MoDOT  administers  funds  to  those  entities, 
primarily  through  federal  and  state  grants. 

(2)  Beginning  in  2006,  outer  roadways  were  included  in  the  mileage  report. 

(3)  The  Department's  emphasis  on  Smooth  Roads  Initiative  projects  in  2005  and  2006  significantly  increased  the 
condition  of  major  highways. 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Operating  Information 
Capital  Asset  Indicators 

Years  Ended  December  31 


Total  Public  Centerline  Miles 


Functional  Classification  2008 


Rural 

Interstate  722 

Freeway/Expressway  2 

Principal  Arterial  3,116 

Minor  Arterial  3,927 

Collector  1 

Major  Collector  16,210 

Minor  Collector  5,961 

Local  875 

Urban 

Interstate  459 

Freeway/Expressway  397 

Principal  Arterial  808 

Minor  Arterial  516 

Collector  437 
Major  Collector 
Minor  Collector 

Local  245 

Total  Centerline  Miles  33,676 


2007 

2006 

2005 

722 

800 

800 

3,117 

3,246 

3,171 

3,927 

4,076 

4,135 

3 

63 

3 

16,213 

16,381 

16,458 

5,966 

5,995 

5,949 

869 

922 

21 

459 

381 

381 

399 

343 

344 

811 

701 

694 

513 

352 

340 

442 

234 

110 

1 

1 

244 

186 

16 

33.685 

33.681 

32.423 

2004 

2003 

2002 

801 

801 

799 

15 

2 

3,175 

3,196 

3,170 

4,025 

4,015 

3,916 

6 

3 

6 

16,723 

16,692 

16,820 

5,771 

5,775 

5,740 

25 

56 

55 

380 

380 

382 

330 

329 

285 

702 

708 

729 

334 

335 

334 

98 

90 

57 

1 

24 

17 

17 

21 

32.403 

32.397 

32.340 

Statewide  Composite 


Interstate 

1,181 

1,181 

1,181 

1,181 

1,181 

1,181 

1,181 

Freeway/Expressway 

399 

399 

343 

344 

345 

329 

287 

Arterial  Systems 

8,367 

8,368 

8,375 

8,340 

8,236 

8,254 

8,149 

Collector  Systems 

22,609 

22,624 

22,674 

22,521 

22,599 

22,560 

22,647 

Local 

1,120 

1,113 

1,108 

37 

42 

73 

76 

Total  Centerline  Miles 

33.676 

33.685 

33.681 

32.423 

32.403 

32,397 

32.340 

Source: 


MoDOT  Transportation  Planning  Division 


Note: 


Beginning  in  2006,  outer  roadways  were  included  in  the  mileage  report. 
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Missouri  Department  of  Transportation  Comprehensive  Annual  Financial  Report 


Operating  Information 

Employee  Full-Time  Equivalents  (FTE) 

Years  Ended  June  30 


2009 

2008 

2007 

2006 

2005 

2004 

2003 

2002 

District  1 

447 

446 

462 

455 

449 

445 

447 

443 

District  2 

460 

454 

474 

465 

475 

478 

473 

476 

District  3 

416 

442 

455 

470 

467 

465 

448 

457 

District  4 

803 

792 

833 

840 

826 

805 

768 

797 

District  5 

516 

529 

546 

544 

537 

516 

514 

516 

District  6 

920 

904 

925 

933 

953 

945 

924 

928 

District  7 

439 

462 

488 

501 

499 

473 

480 

485 

District  8 

531 

532 

540 

545 

542 

523 

525 

525 

District  9 

452 

446 

468 

493 

475 

453 

448 

446 

District  10 

536 

536 

534 

564 

553 

531 

496 

521 

Director's  and  Commission 

Secretary  Offices 

10 

10 

10 

10 

11 

13 

13 

13 

Organizational  Support 

139 

142 

150 

138 

124 

133 

146 

153 

Team 

System  Delivery  Team 

660 

709 

736 

751 

747 

718 

683 

628 

System  Facilitation  Team 

315 

320 

330 

321 

345 

341 

334 

346 

Total 

6,644 

6,724 

6,951 

7,030 

7,003 

6,839 

6,699 

6.734 

Source: 

State  of  Missouri  payroll  reporting  system 
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3230  H ammo ns  Boulevard 
P  O.  Box  1824 
Joplirc,  MO  64802-1824 
417  624  1065    Fax  417  624  1431  www.bkd.com 


Independent  Accountants'  Report  on  Internal  Control  Over  Financial 
Reporting  and  on  Compliance  and  Other  Matters  Based  on  an 
Audit  of  the  Financial  Statements  Performed  in  Accordance  with 
Government  Auditing  Standards 


Missouri  Highway  and  Transportation  Commission 
Missouri  Department  of  Transportation 
Jefferson  City,  Missouri 

We  have  audited  the  financial  statements  of  the  governmental  activities,  each  major  fund  and  the 
aggregate  remaining  fund  information  of  the  Missouri  Department  of  Transportation  as  of  and  for  the  year 
ended  June  30,  2009  which  collectively  comprise  its  basic  financial  statements,  and  have  issued  our  report 
thereon  dated  September  24,  2009.  We  conducted  our  audit  in  accordance  with  auditing  standards 
generally  accepted  in  the  United  States  of  America  and  the  standards  applicable  to  financial  audits 
contained  in  Government  Auditing  Standards,  issued  by  the  Comptroller  General  of  the  United  States. 

Internal  Control  Over  Financial  Reporting 

In  planning  and  performing  our  audit,  we  considered  the  Department's  internal  control  over  financial 
reporting  as  a  basis  for  designing  our  auditing  procedures  for  the  purpose  of  expressing  our  opinions  on 
the  financial  statements,  but  not  for  the  purpose  of  expressing  an  opinion  on  the  effectiveness  of  the 
Department's  internal  control  over  financial  reporting.  Accordingly,  we  do  not  express  an  opinion  on  the 
effectiveness  of  the  Department's  internal  control  over  financial  reporting. 

A  control  deficiency  exists  when  the  design  or  operation  of  a  control  does  not  allow  management  or 
employees,  in  the  normal  course  of  performing  Ihcir  assigned  functions,  to  prevent  or  detect 
misstatements  on  a  timely  basis.  A  significant  deficiency  is  a  control  deficiency,  or  a  combination  of 
control  deficiencies,  that  adversely  affects  the  Department's  ability  to  initiate,  authorize,  record,  process 
or  report  financial  data  reliably  in  accordance  with  generally  accepted  accounting  principles  such  that 
there  is  more  than  a  remote  likelihood  that  a  misstatement  of  the  Department's  financial  statements  that  is 
more  than  inconsequential  will  not  be  prevented  or  detected  by  the  Department's  internal  control. 

A  material  weakness  is  a  significant  deficiency,  or  a  combination  of  significant  deficiencies,  that  results 
in  more  than  a  remote  likelihood  that  a  material  misstatement  of  the  financial  statements  will  not  be 
prevented  or  detected  by  the  Department's  internal  control. 


CPAs  &  Advisors 
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Missouri  Highway  and  Transportation  Commission 
Missouri  Department  of  Transportation 
Page  2 

Our  consideration  of  internal  control  over  financial  reporting  was  for  the  limited  puipose  described  in  the 
first  paragraph  of  this  section  and  would  not  necessarily  identify  all  deficiencies  in  internal  control  that 
might  be  significant  deficiencies  or  material  weaknesses.  We  did  not  identify  any  deficiencies  in  internal 
control  over  financial  reporting  that  we  consider  to  be  material  weaknesses  as  defined  above. 

Compliance  and  Other  Matters 

As  part  of  obtaining  reasonable  assurance  about  whether  the  Department's  financial  statements  are  free  of 
material  misstatement,  we  performed  tests  of  its  compliance  with  certain  provisions  of  laws,  regulations, 
contracts  and  grant  agreements,  noncompliance  with  which  could  have  a  direct  and  material  effect  on  the 
determination  of  financial  statement  amounts.  However,  providing  an  opinion  on  compliance  with  those 
provisions  was  not  an  objective  of  our  audit  and,  accordingly,  we  do  not  express  such  an  opinion.  The 
results  of  our  tests  disclosed  no  instances  of  noncompliance  or  other  matters  that  are  required  to  be 
reported  under  Government  Auditing  Standards, 

This  report  is  intended  solely  for  the  information  and  tise  of  the  governing  body,  management  and  others 
within  the  Department  and  is  not  intended  to  be  and  should  not  be  used  by  anyone  other  than  these 
specified  parties. 

3b  KD 

September  24,  2009 
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Total  State  &  Federal  Revenue  as  proposed  in  the  1992  Plan 

RSMo  21.795.3(l)(d) 


The  information  in  this  section  is  in  accordance  with  the  highlighted  portion  in  the  following 
section  of  the  reporting  statute.  "3.  The  department  of  transportation  shall  submit  a  written 
report  prior  to  November  tenth  of  each  year  to  the  governor,  lieutenant  governor,  and  every 
member  of  the  senate  and  house  of  representatives.  The  report  shall  be  posted  to  the 
department' s  Internet  website  so  that  general  assembly  members  may  elect  to  access  a  copy  of 
the  report  electronically.  The  written  report  shall  contain  the  following: 

(1)  A  comprehensive  financial  report  of  all  funds  for  the  preceding  state  fiscal  year  which 
shall  include  a  report  by  independent  certified  public  accountants,  selected  by  the 
commissioner  of  the  office  of  administration,  attesting  that  the  financial  statements 
present  fairly  the  financial  position  of  the  department  in  conformity  with  generally 
accepted  government  accounting  principles.  This  report  shall  include  amounts  of: 

(a)  State  revenues  by  sources,  amounts  of  federal  revenues  by  source; 

(b)  Any  other  revenues  available  to  the  department  by  source; 

(c)  Funds  appropriated,  the  amount  the  department  has  budgeted  and  expended  for  the 
following:  contracts,  right-of-way  purchases,  preliminary  and  construction  engineering, 
maintenance  operations  and  administration; 

(d)  Total  state  and  federal  revenue  compared  to  the  revenue  estimate  in  the  fifteen-year 
highway  plan  as  adopted  in  1992.  All  expenditures  made  by,  or  on  behalf  of,  the  department  for 
personal  services  including  fringe  benefits,  all  categories  of  expense  and  equipment,  real  estate 
and  capital  improvements  shall  be  assigned  to  the  categories  listed  in  this  subdivision  in 
conformity  with  generally  accepted  government  accounting  principles; ... "  Section  21.795.3, 
RSMo  2002  (L.  2003  TAFP  HB  668).  (emphasis  added). 


SCHEDULE  OF  2009  TOTAL  STATE  AND  FEDERAL  REVENUE 

This  data  is  presented  to  provide  financial  information  to  comply  with  RSMo  21.795. 3(l)(d) 


Total  State  and  Federal  Revenue  Comparison  -  RSMO  21 .795.3(1  )(d) 
Fiscal  Year  2009  Actual  Revenue  Comparison  in  Fifteen  Year  Plan  Format 

(Dollars  in  Millions) 


Actual 

Actual 

FY  09 

3/1 0/92 

Less:  3/10/92 

Current  State  Revenue1 

$853 

$842 

$11 

From  Funding  Package 

170 

184 

(14) 

Total  State  Revenue 

1,023 

1,026 

(3) 

Estimated  Federal  Funds2 

731 

566 

165 

Total  Funds  Available 

$1,754 

$1,592 

$162 

Notes: 

incidental  revenue  was  not  included  in  current  revenue  in  the  1992  Plan  projections. 
Therefore,  for  a  direct  comparison,  incidental  revenue  is  excluded  from  the  FY  09 
actual. 

2The  federal  funds  variance  is  due  to  increased  apportionments  from  SAFETEA-LU. 
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Criteria  for  Project  Prioritization 
RSMo  21.795.3(2) 


Introduction 

The  information  in  this  section  is  in  accordance  with  the  highlighted  portion  in 
the  following  section  of  the  reporting  statute.  "(2)  A  detailed  explanation  of 
the  methods  or  criteria  employed  to  select  construction  projects,  including  a 
listing  of  any  new  or  reprioritized  projects  not  mentioned  in  a  previous  report, 
and  an  explanation  as  to  how  the  new  or  reprioritized  projects  meet  the 
selection  methods  or  criteria; ... "  Section  21.795.3(2),  RSMo  Supp.  2002 
(L.  2003  TAFP  HB  668)  (emphasis  added). 

The  Five-Year  Highway  and  Bridge  Construction  Schedule  establishes  work  for  2010-2014. 
As  each  year  of  the  plan  is  completed,  a  new  year  is  added.  Except  for  improvements 
specified  in  Sections  2B  and  2C,  schedules  for  2010-2014  are  the  same  as  in  last  year's 
report. 

The  Missouri  Highways  and  Transportation  Commission  endorsed  the  Planning  Framework 
in  March  of  2004.  The  framework  is  an  open  and  transparent  process  for  project  selection 
and  prioritization  that  includes  public  participation.  The  public  involvement  in  planning, 
project  development  and  programming  activities  is  a  key  element  in  gaining  public 
acceptance  critical  to  the  success  of  any  transportation  improvement  program.  In  Missouri, 
the  approach  is  to  primarily  seek  involvement  from  four  groups.  These  groups  are:  (1) 
metropolitan  planning  organizations,  (2)  regional  planning  commissions,  (3)  local  officials, 
and  (4)  the  general  public.  Through  public  involvement,  Missourians  have  a  say  in  how 
transportation  dollars  are  spent. 

Metropolitan  planning  organizations  represent  urbanized  areas  with  populations  over  50,000 
They  are  responsible  for  planning,  including  transportation  planning,  within  their  regions. 
Regional  planning  commissions  represent  multi-county  rural  regions  and  are  charged  with 
coordinating  functions  of  local  governments,  including  transportation  planning.  The  public 
is  involved  in  the  planning  process  in  two  ways:  1)  through  electing  the  local  officials  who 
comprise  the  regional  planning  commission  and  metropolitan  planning  organization  boards 
of  directors;  and  2)  through  direct  contact  with  MoDOT,  metropolitan  planning 
organizations,  regional  planning  commissions  or  local  officials. 

Public  involvement  for  development  of  transportation  improvements  begins  several  years 
before  the  projects  actually  appear  in  the  Statewide  Transportation  Improvement  Program. 

Transportation  planning  consists  of  a  series  of  decisions  that  direct  the  use  of  current  and 
future  available  resources  to  accomplish  Missouri's  transportation  goals.  The  current 
transportation  planning  process  can  be  summarized  in  the  following  steps: 

1.  Develop  state's  transportation  vision  and  a  plan  to  accomplish  it 


2.  Identify  and  prioritize  needs 

3.  Develop  solutions  and  design  projects 

4.  Prioritize  and  select  projects  for  construction 

Each  process  is  detailed  on  the  following  pages. 

Develop  State's  Transportation  Vision  and  a  Plan  to  Accomplish  It 

MoDOT's  long-range  transportation  planning  initiative  called  Missouri  Advanced  Planning 
or  MAP  identified  the  state's  transportation  vision.  MAP  also  helped  identify  what  the 
public  expects  of  the  state  transportation  system  and  goals  for  taking  care  of  it.  Finally,  it 
identified  the  values  that  guide  needs  and  project  prioritization  for  the  next  several  years. 

The  vision  is  Missouri's  ideal  transportation  system  as  identified  by  Missourians.  However, 
it's  unlikely  that  Missouri  can  afford  all  the  components  of  the  ideal  system,  so  MAP  also 
includes  policies  and  goals  for  achieving  the  highest-priority  components  of  the 
transportation  vision.  This  required  working  with  planning  partners  and  citizens  to  determine 
where  Missouri's  transportation  dollars  should  be  spent. 

Identify  and  Prioritize  Needs 

There  are  many  transportation  problems,  often  called  needs,  on  Missouri's  transportation 
system.  Identifying  these  needs  is  a  continuous  process  and  crucial  for  successful  planning. 
For  example,  one  need  might  be  redesigning  a  high-accident  location,  such  as  an  intersection; 
another  need  might  be  a  location  improvement  that  helps  a  new  business  move  products  more 
efficiently.  There  are  two  levels  of  needs  identification,  regional  and  statewide,  and  they  are 
classified  in  two  groups,  physical  system  condition  needs,  which  target  the  state  of  repair  of 
road  and  bridge  components,  and  functional  needs,  which  target  how  well  the  transportation 
system  is  operating. 

Statewide  needs  are  identified  formally  through  the  long-range  transportation  planning 
process,  which  includes  public  outreach.  These  needs  typically  cross  several  county  lines 
and  involve  interstates  and  U.S.  highways. 

MoDOT  districts  work  with  planning  partners  to  identify  regional  transportation  needs. 
Specific  methods  and  timeframes  are  discussed  in  the  implementation  section  of  MoDOT's 
Planning  Framework  for  guiding  transportation  decisions  and  investments. 

Prioritizing  needs  is  the  process  of  deciding  which  problems,  from  the  list  of  identified  needs, 
should  be  addressed  first.  This  can  be  a  difficult  task  given  a  wide  variety  of  needs.  Not 
only  do  needs  have  different  subject  matter  -  safety,  maintenance  or  economic  development 
-  they  have  varying  time  horizons.  A  structurally  deficient  bridge  might  be  a  more 
immediate  need  than  the  concern  for  meeting  air  quality  standards  in  metropolitan  areas. 
However,  simply  being  an  immediate  need  does  not  imply  higher  priority.  Perhaps  the 
deficient  bridge  is  no  longer  needed  and  can  be  closed,  while  not  meeting  air  quality 
standards  could  have  a  significant  fiscal  impact  on  future  transportation  projects  and  serious 
environmental  consequences.  These  complicated  decisions  require  a  coordinated  effort  from 
many  groups. 
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Needs  prioritization  is  based  on  the  goals  in  Missouri's  long-range  transportation  plan. 
MoDOT  districts  work  with  planning  partners  to  prioritize  regional  needs  annually.  Both 
regional  and  statewide  needs  will  be  prioritized  using  the  processes  established  in  MoDOT' s 
Planning  Framework,  which  are  based  primarily  on  objective  data.  Using  the  results  of  the 
prioritization  process  as  a  starting  point,  MoDOT  districts  will  work  with  planning  partners 
to  divide  needs  into  three  categories. 

•  High  -  Resources  are  focused  on  addressing  these  needs  first.  They  are  the  first  to  be 
selected  for  preliminary  engineering. 

•  Medium  -  These  needs  may  be  addressed  as  additional  resources  become  available. 

•  Low  -  No  work  is  in  progress  to  address  these  needs  at  this  time. 

Develop  Solutions  and  Design  Projects 

When  the  high-priority  needs  have  been  identified,  they  are  evaluated  to  find  the  best 
solution  to  the  problem  based  on  engineering  expertise,  public  input  and  financial 
considerations.  After  a  solution  is  agreed  upon,  design  plans  are  started  and  a  transportation 
need  becomes  a  transportation  project. 

Determining  the  cause  of  a  problem  is  often  more  complicated  than  might  be  expected.  For 
instance,  a  high  incidence  of  accidents  at  a  given  intersection  might  be  due  to  poor  sight 
distances,  weather  conditions,  signal  timing,  roadway  geometry  or  even  reckless  driving. 
Identifying  the  primary  reason  or  combination  of  reasons  for  the  problem  is  key  to 
developing  effective  solutions. 

Once  a  problem  is  identified,  the  natural  tendency  for  any  problem- solver  is  to  immediately 
offer  the  solution.  Effective  planning  requires  developing  many  possible  solutions  to  capture 
the  most  efficient  and  effective  solutions.  MoDOT  engineers  and  planners  are  experts  at 
generating  good  solutions  to  transportation  problems.  MoDOT  staff  is  even  more  effective 
when  working  with  local  and  regional  officials  to  generate  the  solutions.  This  process 
reveals  issues  and  concerns  that  may  not  have  previously  been  evident. 

The  public's  involvement  in  defining  needs  and  determining  the  appropriate  solutions  will 
take  several  forms.  The  public  may  actually  initiate  the  investigation  of  needs  by  contacting 
MoDOT  or  its  planning  partners.  The  public,  through  its  local  officials,  has  representation  in 
determining  the  best  solution  for  the  transportation  need.  As  MoDOT  develops  public 
involvement  plans  for  specific  projects,  the  public  will  have  further  opportunity  to  review 
concepts  and  provide  input. 

Prioritize  and  Select  Projects  for  Construction 

Deciding  which  projects  to  do  and  when  to  do  them  is  a  complicated  and  often  controversial 
matter.  Gathering  and  discerning  public  input  is  crucial  to  realizing  the  full  benefit  of 
available  funds  for  Missouri's  transportation  system.  MoDOT  relies  on  local  and  regional 
planning  agencies  for  this  process. 
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The  project  prioritization  processes  are  based  primarily  on  data  and  serve  as  a  starting  place 
for  determining  the  best  candidates  for  funding.  There  are  separate  project  prioritization 
processes  for  each  category  in  MoDOT's  funding  distribution  method. 

MoDOT  recognizes  the  need  for  a  balance  between  taking  care  of  the  current  transportation 
system  and  expanding  the  system  to  accommodate  anticipated  future  demand.  As  a  result, 
transportation  funding  is  divided  accordingly.  The  nature  of  this  balance  is  adjusted  through 
the  level  of  funds  in  each  category.  The  project  prioritization  processes  include  the 
following. 

•  Safety 

•  Taking  care  of  the  system 

•  Regional  and  emerging  needs 

•  Major  projects 

•  Interstates  and  Major  Bridges 

Projects  are  divided  into  three  categories  -  high,  medium  and  low,  within  each  funding 
category.  The  high-priority  project  list  is  fiscally  constrained  to  five  years  of  funding  and  is 
not  a  commitment  for  construction.  Each  time  projects  are  prioritized,  existing  projects  not 
yet  programmed  for  construction  will  be  reevaluated. 

Projects  are  prioritized  against  other  projects  in  the  same  group.  Larger  projects  of  statewide 
significance  are  compared  with  one  another.  Smaller  projects  and  those  intended  to  take  care 
of  the  existing  system  are  compared  with  one  another.  MoDOT  works  with  local  and 
regional  officials  to  determine  the  priority  of  the  projects  in  each  group. 

However,  each  of  Missouri's  seven  metropolitan  planning  organizations  located  in  Columbia, 
Joplin,  Kansas  City,  St.  Joseph,  St.  Louis,  Jefferson  City  and  Springfield,  prepare  a 
transportation  improvement  program  within  its  respective  metropolitan  planning  areas. 
These  transportation  improvement  plans  are  the  accumulation  of  federally  funded  projects 
proposed  by  their  local  governments  and  MoDOT.  MoDOT  utilizes  public  input  received 
throughout  the  year  to  develop  its  submittal  for  the  metropolitan  planning  organizations 
transportation  improvement  plan. 

Each  metropolitan  planning  organization  has  approved  public  involvement  plans  for  its 
respective  areas  that  allow  for  review  and  feedback  from  individual  citizens,  organizations, 
agencies  and  local  area  governments.  Using  public  input  as  one  of  its  decision  factors,  the 
metropolitan  planning  organizations  determines  the  projects  in  its  area  that  will  be 
programmed  for  construction.  These  transportation  improvement  plans  are  integrated  into 
the  five-year  Statewide  Transportation  Improvement  Program  without  modification. 

Public  Review  Period 

After  a  preliminary  draft  of  the  Statewide  Transportation  Improvement  Program,  based  on 
public  and  engineering  input  is  developed,  a  30-day  public  review  period  begins.  During  this 
public  review  period,  the  program  is  distributed  to  MoDOT  districts  for  public  access. 
Citizens  have  the  opportunity  to  provide  written  comments,  verbal  comments  or  telephone 
comments  (by  calling  1-888-ASK  MODOT)  or  email  comments  to  district  representatives 
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during  this  period.  The  Statewide  Transportation  Improvement  Program  is  also  available  on 
MoDOT's  website  at  http://www.modot.org. 

Changes  are  made  in  response  to  comments  before  a  final  draft  is  developed  and  presented  to 
the  Missouri  Highways  and  Transportation  Commission  for  approval.  Input  from  this  part  of 
the  process  will  be  used  to  measure  the  effectiveness  of  the  program  to  evaluate  its 
production  process  and  to  begin  making  improvements  on  next  year's  program.  The 
Statewide  Transportation  Improvement  Program  becomes  effective  when  approved  by  the 
commission,  the  Federal  Highway  Administration  and  the  Federal  Transit  Administration. 

Program  Amendments 

Projects  can  be  amended  to  the  Statewide  Transportation  Improvement  Program  and  to  a 
metropolitan  area  transportation  improvement  program.  The  public  involvement  process  for 
Statewide  Transportation  Improvement  Program  amendments  will  occur  prior  to 
incorporating  the  project  in  the  program.  Public  involvement  on  projects  inside  a 
metropolitan  planning  organization  area  will  be  done  by  the  metropolitan  planning 
organization  according  to  its  approved  transportation  improvement  program  amendment 
process. 

A  seven-day  public  comment  period  will  be  provided  for  amended  projects.  Citizens  will 
have  the  opportunity  to  telephone,  email,  or  write  comments  during  this  period. 
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Reprioritized  Projects  in  the  2009-2013 
Highway  and  Bridge  Construction  Schedule 
RSMo  21.795.3(2) 

Introduction 

The  information  in  this  section  is  in  accordance  with  the  highlighted 
portion  in  the  following  section  of  the  reporting  statute.  "(2)  A  detailed 
explanation  of  the  methods  or  criteria  employed  to  select  construction 
projects,  including  a  listing  of  any  new  or  reprioritized  projects  not 
mentioned  in  a  previous  report,  and  an  explanation  as  to  how  the  new  or 
reprioritized  projects  meet  the  selection  methods  or  criteria; ... "  Section 
21.795.3(2),  RSMo  Supp.  2002  (L.  2003  TAFP  HB  668)  (emphasis 
added). 

This  section  identifies  projects  in  the  2009-2013  Highway  and  Bridge  Construction 
Schedule  reprioritized  in  the  2010-2014  schedule  and  in  state  fiscal  year  2009. 

Projects  delayed,  accelerated  or  removed  are  considered  reprioritized.  Reprioritization 
occurs  when  working  with  planning  organizations,  adjusting  to  unforeseen  circumstances 
or  amending  schedules  to  accommodate  changes  in  environmental  review  or  right  of  way 
acquisition.  With  multi-year  projects,  reprioritization  is  a  normal  aspect  of  the 
construction  process  and  reflects  an  effort  to  efficiently  manage  the  schedule. 

An  explanation  for  the  date  change  is  included  with  each  project. 

The  total  number  of  projects  reprioritized  (delayed,  accelerated  and/or  removed)  is  121, 
which  represents  17  percent  of  the  projects  in  the  2009-2013  Highway  and  Bridge 
Schedule.  This  amount  is  lower  than  last  year's  amount  of  122. 


Reprioritized  Projects  in  the  2009-2013  Highway  and  Bridge  Construction  Schedule 

RSMo  21.795.3(2) 
KEY 


State  fiscal  year  in  which 

County  location  Job  number  used  to  project  is  now  to  be 

of  project  track  project  costs  awarded 


County 

Route 

Job  No. 

2009-2013  STIP 
SFY 

Current  SFY  or 
Award  Date 

Description  of  Location/Improvement 

Reason(s): 

Route 
location  of 
project 


State  fiscal  year  in  which 
project  was  to  be  awarded 
in  the  previous  STIP 


Details  of  project  description,  improvement  and  location  of  project 


Reason  projects  were  reprioritized  from  the 
2009-2013  Highway  and  Construction  Program 


Reprioritized  Projects  in  the  2009-2013  Highway  and  Bridge  Construction  Schedule 

^  RSMo  21.795.3(2)  


County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Atchison 

136 

1P1057 

2011 

Removed 

Widen  lanes  and  improve  shoulders  from  Rte.  M  to  Rte.  71  near  Burlington  Junction. 

Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (1 P0980) 

Buchanan 

169 

1P1021 

2011 

2010 

Resurface  pavement  and  improve  shoulders  from  I-29  north  exit  to  Loop  29  (Belt  Hwy.)  in  St.  Joseph. 

Reason(s):  The  project  was  accelerated  to  provide  smoother  pavement  as  part  of  the  Better  Roads  Brighter  Future 
program. 

Buchanan 

169 

1S0977 

2011 

2010 

Resurface  driving  lanes  and  shoulders  from  Loop  29  (Pear  St.)  to  Rte.  FF  in  St.  Joseph. 

Reason(s):  The  project  was  accelerated  to  provide  smoother  pavement  as  part  of  the  Better  Roads  Brighter  Future 
program. 

Buchanan 

29 

1 10792 

2010 

2009 

Was  Awarded: 
2009 

Replace  bridge  deck  and  add  sidewalks  on  the  Pickett  Road  overpass  0.5  mile  south  of  Rte.  36  in  St.  Joseph. 
Reason(s):  The  project  was  accelerated  due  to  coordination  with  outside  agencies. 

Harrison 

69 

1P1011 

2009 

Removed 

Intersection  improvements  at  Rte.  13  in  Bethany. 

Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (1 P1 01 7) 

9/29/2009 
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County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Harrison 

69 

1P1012 

2009 

Removed 

Intersection  improvements  at  Rte.  136  near  Bethany. 

Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (1 P1017) 

Holt 

159 

1P2175 

2012 

2010 

Reimbursement  to  the  Nebraska  Dept  of  Roads  (NDOR)  for  bridge  repairs  on  the  bridge  over  the  Missouri  River  at 
Rulo,  Nebraska. 

Reason(s):  The  project  was  accelerated  due  to  coordination  with  outside  agencies. 

Nodaway 

136 

1 P0978 

2009 

Removed 

Resurface  pavement  and  improve  shoulders  from  One  Hundred  and  Two  River  to  south  of  Rte.  46  near  Ravenwood. 
Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (1 P1 060) 

Nodaway 

136 

1P1058 

2010 

Removed 

Widen  lanes  and  improve  shoulders  from  Rte.  J  in  Nodaway  County  to  Rte.  1 69  in  Stanberry. 
Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (1 P0979) 

Nodaway 

136 

1P1059 

2009 

Removed 

Widen  lanes  and  improve  shoulders  from  1  mile  south  of  Rte.  46  to  Rte.  J  near  Conception  Junction. 
Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (1 P0976) 

9/29/2009 
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County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Various 

Various 

1L1000 

2010 

Removed 

Resurface  pavement  to  provide  smoother  pavement  in  the  northwest  Missouri  area. 

Reason(s):  The  project  was  removed  due  to  being  a  root  project,  from  which  other  projects  were  split.  (1L1000/D/E) 

Various 

Various 

1P1053 

2009 

2010 

On-call  workzone  enforcement  on  various  routes  in  northwest  Missouri. 

Reason(s):  The  project  is  being  rolled  over  to  FY  2010  for  on-call  work  zone  enforcement. 

Adair 

63 

2P0483 

2011 

Removed 

Relieve  congestion  and  improve  safety  east  of  Kirksville  from  2  miles  north  of  Rte.  P  to  3  miles  south  of  Rte.  6. 
Reason(s):  The  project  was  removed  and  replaced  by  job  number  2P0483H. 

Various 

Various 

212162 

2010 

Removed 

On-call  preventive  maintenance  and  pavement  repair  on  various  statewide  interstate  routes  for  SFY  201 0. 

Reason(s):  The  project  was  removed  due  to  being  a  root  project,  from  which  other  projects  were  split.  (2121 62B  - 
212162V) 

Various 

Various 

2L1000 

2010 

Removed 

Resurface  pavement  to  provide  smoother  pavement  in  the  north  central  Missouri  area. 

Reason(s):  The  project  was  removed  due  to  being  a  root  project,  from  which  other  projects  were  split.  (2L1000B, 
2L1000C) 

9/29/2009 
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County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Various 

Various 

2P0789 

2009 

2010 

On-call  workzone  enforcement  at  various  locations  in  District  2. 

Reason(s):  The  project  is  being  rolled  over  to  FY  2010  for  on-call  work  zone  enforcement. 

Various 

Various 

2P2166 

2011 

Removed 

Improve  bridge  decks  in  the  north  central  Missouri  area. 

Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (2P2165) 

Lincoln 

61 

3P2147 

2011 

2013 

Pavement  treatment  on  northbound  lanes  from  1 .5  miles  north  of  Rte.  Z  south  to  0.2  mile  south  of  Rte.  K  and  Rte.  V. 
Reason(s):  The  project  was  delayed  to  accelerate  a  higher  regional  priority. 

Pike 

61 

3P0772 

2010 

Removed 

Pavement  treatments  on  southbound  lanes  from  0.8  mile  south  of  Rte.  HH  south  to  0.2  mile  north  of  Rte.  OO  (2 
disconnected  sections). 

Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (3P0771). 

Pike 

61 

3P0777 

2011 

2013 

Pavement  treatments  on  NB  and  SB  lanes  from  0.5  mile  south  of  Rte.  19  in  Ralls  County  south  to  0.7  mile  south  of 
Rte.  UU  in  Pike  County  (3  disconnected  sections). 

Reason(s):  The  project  was  delayed  to  accelerate  a  higher  regional  priority. 

9/29/2009 
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County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Ralls 

61 

3P0778B 

2011 

2014 

Pavement  treatment  on  various  sections  of  Rte.  61  in  Ralls  and  Pike  counties  and  Rte.  54  in  Audrain  County  (6 
disconnected  sections). 

Reason(s):  The  project  was  delayed  to  accelerate  a  higher  regional  priority. 

Ralls 

J 

3L1000B 

2010 

2009 

Was  Awarded: 
2009 

Thin  lift  overlay  from  Rte.  36  to  Rte.  EE. 

Reason(s):  The  project  was  accelerated  to  be  let  in  combination  with  1S2009V,  1S2009W,  1S2009Tand  1S2009U 
for  cost  savings. 

Warren 

B 

3S2172 

2011 

2010 

Intersection  and  outer  road  improvements  0.2  mile  south  of  I-70.  'Economic  Recovery  Project* 
Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

Clay 

169 

4U1314B 

2011 

2012 

Paving,  median  drainage,  and  metal  wall  rehabilitation  along  northbound  lanes  from  north  of  Downtown  Airport  to 
south  of  Rte.  9  interchange  in  the  City  of  North  Kansas  City. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

Clay 

283 

4S1928 

2010 

2013 

Pavement  treatments  from  Rte.  69  to  Rte.  9  in  the  City  of  Kansas  City. 

Reason(s):  The  project  was  delayed  due  to  better  than  expected  pavement  condition. 
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Clay 

291 

4P1953 

2009 

2010 

Pavement  treatments  from  Rte.  33  to  Rte.  210  in  the  City  of  Liberty. 

Reason(s):  The  project  was  delayed  due  to  better  than  expected  pavement  condition. 

Jackson 

150 

4U1130 

2010 

Removed 

Capacity  improvements  from  Rte.  71  to  Rte.  291. 

Reason(s):  The  project  was  removed  and  will  completed  by  Economic  Recovery  Project  4U1 130D. 

Jackson 

291 

4P1956 

2009 

2010 

Pavement  improvements  from  Rte.  210  to  south  of  Rte.  78  in  the  cities  of  Sugar  Creek  and  Independence. 
Reason(s):  The  project  was  delayed  due  to  better  than  expected  pavement  condition. 

Jackson 

35 

412012 

2010 

2011 

Bridge  maintenance  and  rehabilitation  over  23rd  Street  Trafficway. 

Reason(s):  The  project  was  delayed  in  order  to  let  in  combination  with  4I2277  and  4I2278. 

Jackson 

350 

4P2250 

2009 

2010 

Payment  to  City  of  Raytown  for  access  management  study  from  I-435  to  I-470. 
Reason(s):  The  project  was  delayed  due  to  the  design  of  plans  being  behind  schedule. 
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Jackson 

435 

4I1121B 

2012 

2011 

Interchange  revisions  at  Front  Street  in  the  City  of  Kansas  City. 

Reason(s):  The  project  was  accelerated  due  to  coordination  with  outside  agencies. 

Jackson 

435 

411597 

2012 

2010 

Construct  new  half  diamond  interchange  at  Route  40/I-435,  replace  Blue  Ridge  Cut-off  bridge  over  I-70,  add  lanes  to  I- 
70  and  modify  some  ramps.  'Economic  Recovery  Project* 

Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

Jackson 

435 

411930 

2010 

2009 

Was  Awarded: 
2009 

Pavement  and  shoulder  treatments  from  the  Missouri  River  to  Rte.  24  in  the  City  of  Kansas  City. 
Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

Jackson 

435 

411964 

2009 

2010 

Resurfacing  from  Rte.  78  to  Rte.  24  in  the  City  of  Kansas  City. 

Reason(s):  The  project  was  delayed  due  to  better  than  expected  pavement  condition. 

Jackson 

435 

4Q1768B 

2009 

2010 

Intelligent  Transportation  System  (ITS)  expansion  on  I-435  in  Jackson  and  Clay  counties. 
Reason(s):  The  project  was  delayed  due  to  required  Coordination  with  kclCON  design/build  project. 
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Jackson 

7 

4S1752 

2009 

2010 

Improve  intersection  at  Colbern  Road. 

Reason(s):  The  project  was  delayed  to  accelerate  a  higher  regional  priority. 

Jackson 

70 

411790 

2011 

2010 

Rehabilitate  eastbound  bridges  from  Troost  to  Rte.  40.  "Economic  Recovery  Project* 
Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

Johnson 

50 

4P1973 

2009 

2010 

Resurfacing  and  shoulder  treatments  on  the  westbound  lanes  from  Jackson  County  line  to  Rte.  HH. 
Reason(s):  The  project  was  delayed  due  to  better  than  expected  pavement  condition. 

Platte 

29 

411819 

2010 

Removed 

Pavement  repair  at  various  locations  from  Rte.  273  to  Vivion  Road. 

Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (411 979) 

Platte 

29 

411979 

2011 

2009 

Was  Awarded: 
2009 

Resurface  pavement  and  shoulders  on  northbound  and  southbound  lanes  at  various  locations  from  Rte.  273  to  Vivion 
Road.  "Economic  Recovery  Project* 

Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 
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Platte 

29 

4Q1767B 

2009 

2010 

ITS  expansion  at  various  locations  on  I-29  and  I-35  and  I-435  in  Kansas  City. 
Reason(s):  The  project  was  delayed  due  to  redesigns. 

Various 

Various 

212161 F 

2009 

2010 

On-call  interstate  asphalt  repair  at  various  locations  in  District  4. 

Reason(s):  The  project  was  delayed  due  to  bids  being  rejected  by  the  MHTC. 

Various 

Various 

2I2161G 

2009 

Removed 

On-call  interstate  concrete  pavement  repair  at  various  locations  in  District  4. 
Reason(s):  The  project  was  removed  due  to  work  being  completed  by  MoDOT  forces. 

Various 

Various 

411854 

2009 

2010 

Pavement  repair  on  major  routes  at  various  locations  in  the  urban  area. 
Reason(s):  The  project  was  delayed  due  to  bids  being  rejected  by  the  MHTC. 

Camden 

5 

5P0592F 

2009 

2010 

Paving  for  shared-four  lane  pavement  on  relocation  from  1.1  miles  south  of  new  Rte.  54  /  Rte.  5  interchange  to  0.8 
mile  south  of  Laclede  County  line. 

Reason(s):  The  project  was  delayed  to  achieve  a  more  advantageous  bidding  situation.  Construction  on  the 

grading  project  (5P0592A)  that  preceded  this  contract  was  behind  schedule,  thus  letting  this  contract 
(5P0592F)  on  the  origninal  schedule  would  have  resulted  in  high  bids. 

9/29/2009 


MoDOT 


Page  9 


Reprioritized  Projects  in  the  2009-2013  Highway  and  Bridge  Construction  Schedule 

^  RSMo  21.795.3(2)  


County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Camden 

5 

5P0914 

2010 

2011 

Pavement  treatment  from  Rte.7,  just  south  of  Camdenton,  to  0.7  mile  south  of  Laclede  Co.  including  Rte.  P. 
Reason(s):  The  project  was  delayed  due  to  conflict  with  another  project  on  the  same  route  being  behind  schedule. 

Cooper 

70 

512154 

2011 

2009 

Was  Awarded: 
2009 

Pavement  improvements  on  the  westbound  lanes  from  0.3  mile  east  of  Rte.  B  to  the  Saline  County  line.  'Economic 
Recovery  Project* 

Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

Miller 

17 

5P0887 

2010 

2009 

Was  Awarded: 
2009 

Replace  bridge  over  the  Osage  River  1  mile  east  of  Tuscumbia.  Project  involves  bridge  J0719.  "Economic  Recovery 
Project* 

Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

Various 

Various 

500010 

2009 

2010 

On-call  work  zone  enforcement  at  various  locations  in  District  5. 

Reason(s):  The  project  is  being  rolled  over  to  FY  2010  for  on-call  work  zone  enforcement. 

Various 

Various 

5Q0974 

2009 

2010 

Installation  of  Closed  Circuit  TV  along  I-70,  I-29  and  I-35. 
Reason(s):  The  project  was  delayed  due  to  redesigns. 
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Franklin 

44 

612017 

2010 

2009 

Was  Awarded: 
2009 

Improve  roadway  surface  from  west  of  Rte.  30  to  Rte.  50  and  Rte.  O/Pin  Oak  Creek  to  east  of  Rte.  100. 
Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

Franklin 

47 

6P2091 

2010 

2009 

Safety  and  capacity  improvements  at  Country  Club  Lane. 

Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

Franklin 

AP 

6L0900F 

2010 

2009 

Was  Awarded: 
2009 

Thin  lift  pavement  treatment  from  the  beginning  of  state  maintenance  to  Rte.  NN. 
Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

Franklin 

OR  44 

6I2066 

2009 

2010 

Add  restrooms  to  the  Shaw  Nature  Reserve  in  Gray  Summit. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

Jefferson 

30 

6S1908 

2009 

2013 

Replace  bridge  deck  and  resurface  on  eastbound  and  westbound  lanes  over  Saline  Creek. 
Reason(s):  The  project  was  delayed  due  to  better  than  expected  pavement  conditions. 
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Jefferson 

30 

6S2184 

2010 

2009 

Was  Awarded: 
2009 

Signal  and  lighting  improvements  at  Delores  Road. 

Reason(s):  The  project  was  accelerated  to  address  safety  concerns. 

Jefferson 

MM 

6S2167 

2010 

2011 

Pavement  treatment  on  Rte.  MM  from  Geerdes  Road  to  Rte.  30  and  Rte.  W  from  Rte.  30  to  0.4  mile  north  of  Rte.  30. 

Reason(s):  The  project  was  delayed  due  to  conflict  with  6S2027B.  Additional  work  is  required  on  6S2027B  before 
preventative  maintenance  can  be  completed  for  6S2167. 

Jefferson 

NN 

6L0900B 

2010 

2009 

Was  Awarded: 
2009 

Thin  asphalt  overlay  from  Rte.  30  to  Rte.  O. 

Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

Jefferson 

P 

6S1904 

2009 

2010 

Replace  box  culverts  and  pipes  at  various  locations  from  north  of  Rte.  1 1 0  to  south  of  Rte.  A. 
Reason(s):  The  project  was  delayed  due  to  a  right  of  way  condemnation  process. 

St.  Charles 

364 

6U1028P 

2011 

2010 

Extend  Page  Ave.  from  Rte.  94  (0.3  mile  west  of  Harvester)  to  0.6  mile  east  of  Central  School  Rd.  at  Woodstream. 
$245,000  '08  Appropriation.  'Economic  Recovery  Project* 

Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 
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St.  Charles 

370 

6P1943 

2010 

2011 

Rehabilitate  bridges  0.3  mile  east  of  I-70  over  the  Norfolk  and  Western  Railroad. 

Reason(s):  The  project  was  delayed  due  to  traffic  control  problems  associated  with  I-70  (6P1943)  and  Rte.  370 
(6P1944)  being  scheduled  for  closure  at  the  same  time. 

St.  Charles 

370 

6P1944 

2010 

2011 

Rehabilitate  eastbound  and  westbound  bridges  over  the  Missouri  River. 

Reason(s):  The  project  was  delayed  due  to  traffic  control  problems  associated  with  I-70  (6P1944)  and  Rte.  370 
(6P1943)  being  scheduled  for  closure  at  the  same  time. 

St.  Charles 

67 

6P2126 

2010 

2011 

Pavement  treatment  from  Cinder  Road  to  south  of  the  Missouri  River  Bridge  and  Rte.  370  from  I-70  to  Elm  Point 
Industrial  Drive. 

Reason(s):  The  project  was  delayed  due  to  better  than  expected  pavement  condition. 

St.  Charles 

70 

611734 

2009 

2010 

Capacity  improvements  at  Fifth  Street. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

St.  Charles 

94 

6S1955 

2010 

2009 

Was  Awarded: 
2009 

Pavement  overlay  and  add  shoulders  from  Rte.  H/J  intersection  to  Rte.  67. 

Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

9/29/2009 


MoDOT 


Page  1 3 


Reprioritized  Projects  in  the  2009-2013  Highway  and  Bridge  Construction  Schedule 

^  RSMo  21.795.3(2)  


County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

St.  Charles 

N 

6S1952 

2009 

2011 

Widen  and  realign  Rte.  N  to  raise  out  of  the  flood  plain  from  0.15  mile  west  of  Eagle  Hill  Lane  to  0.15  mile  east  of 
Eagle  Hill  Lane. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

St.  Charles 

N 

6S1988 

2009 

2011 

Widen  and  realign  Rte.  N  from  Meadowlake  Drive  to  Dardenne  Farms  Drive. 
Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

St.  Louis 

100 

6S2085 

2010 

2012 

Resurfacing  and  pavement  improvements  from  Rte.  141  to  Westglen  Farms  Drive. 

Reason(s):  The  project  was  delayed  due  to  additional  requirements  after  establishment  of  the  award  date. 

St.  Louis 

170 

6I2068 

2009 

2010 

Interchange  improvements  and  sidewalks  at  Scudder  Road. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

St.  Louis 

270 

6I2082 

2010 

2011 

Pavement  treatment  at  I-270  and  I-70  ramps. 

Reason(s):  The  project  was  delayed  due  to  coordination  of  adjacent  projects. 
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St.  Louis 

270 

612130 

2010 

2011 

Pavement  treatment  on  I-270  from  east  of  1-1 70  to  west  of  1-1 70  and  west  of  Lilac  to  east  of  Bellefontaine  Road  and  I- 
70  from  west  of  Union  to  east  of  Kingshighway. 

Reason(s):  The  project  was  delayed  due  to  better  than  expected  pavement  condition. 

St.  Louis 

44 

6121 07B 

2010 

Removed 

Restripe  existing  roadway  back  to  4  lanes  in  each  direction  and  resurface  pavement  from  Murdoch  Avenue  to  I-55. 
Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (6I2009) 

St.  Louis 

44 

612123 

2010 

2009 

Was  Awarded: 
2009 

Asphalt  shoulder  repair  from  I-270  to  Rte.  1 09. 

Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

St.  Louis 

44  OR 

6I2078 

2010 

2009 

Was  Awarded: 
2009 

Pavement  treatment  on  north  outer  road  from  Rte.  141  to  end  of  state  maintenance  and  south  outer  road  from  Rte. 
141  to  Rudder  Road. 

Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

St.  Louis 

70 

611956 

2010 

2009 

Was  Awarded: 
2009 

Pavement  repair  and  resurface  shoulders  at  Earth  City  Expressway  ramps  and  mainline. 
Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 
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St.  Louis 

cc 

6S1806 

2009 

2010 

Replace  bridge  over  Bonhomme  Creek  at  Long  Road. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

St.  Louis 

cc 

6S1980 

2010 

2011 

Bridge  improvements  over  Caulks  Creek. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

St.  Louis 

Hanley 
Rd. 

600009 

2009 

2010 

Widen  and  replace  ramp  and  sidewalks  from  I-64  to  Laclede  Station  Road. 
Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

St.  Louis 

Rudder 
Rd. 

611959 

2010 

2009 

Was  Awarded: 
2009 

Pavement  treatment  and  shoulders  from  the  Rudder  Rd.  and  I-44  exit  ramp  to  the  Meramec  River  in  Fenton  and 
Yarnell  Road  under  I-44. 

Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

St.  Louis  City 

64 

6I0985J 

2009 

2010 

Seismic  retrofit  and  replace  drainage  system  from  west  of  1 1th  Street  to  west  of  7th  Street. 
Reason(s):  The  project  was  delayed  due  to  a  right  of  way  condemnation  process. 
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St.  Louis  City 

64 

6I0985M 

2009 

2010 

Seismic  retrofit  work  next  to  General  Services  Administration  federal  building  between  1 1th  Street  and  14th  Street. 
Reason(s):  The  project  was  delayed  due  to  a  right  of  way  condemnation  process. 

St.  Louis  City 

64 

6I2022 

2009 

2010 

Bridge  deck  repair  and  resurface  the  westbound  I-64  off-ramp  at  9th  Street. 
Reason(s):  The  project  was  delayed  due  to  a  right  of  way  condemnation  process. 

St.  Louis  City 

70 

612019 

2010 

2012 

Payment  to  IDOT  for  deck  seal  on  the  Martin  Luther  King  Bridge. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

St.  Louis  City 

70 

612189 

2011 

2009 

Was  Awarded: 
2009 

Replace  bridges  over  I-70  at  Madison  and  St.  Louis  Avenue. 

Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

St.  Louis  City 

Loughbor 
ough  Ave. 

600014 

2009 

2010 

Widen  bridge  from  Loughborough  Drive  to  I-55  interchange. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 
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St.  Louis  City 

Shaw 
Blvd. 

6I2069 

2009 

2010 

Sidewalks,  streetscape  improvements,  and  lighting  on  Shaw  Boulevard  from  Kingshighway  to  Tower  Grove  and  south 
to  Magnolia. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

St.  Louis  City 

Tucker 
Street 

600013 

2009 

2010 

New  structures,  pavement  and  roadway  improvements  between  O'Fallon  St.  and  Washington  Ave.  (In  cooperation 
with  St.  Louis  City  and  the  Mississippi  River  Bridge  Team).  To  be  awarded  by  St.  Louis  City.  "Economic  Recovery 
Project* 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

Various 

Various 

6P2044 

2010 

2011 

Bridge,  pavement  and  traffic  systems  preservation  and  operational  improvements  on  various  routes  in  the  St.  Louis 
area. 

Reason(s):  The  project  was  delayed  to  accelerate  a  higher  regional  priority. 

Various 

Various 

6Q2036 

2009 

2010 

Provide  ITS  devices  from  I-64  to  north  of  I-70. 

Reason(s):  The  project  was  delayed  to  be  let  in  combination  with  6P2260  for  cost  savings. 

Various 

Various 

6Q2037 

2009 

2010 

Provide  ITS  devices  from  north  of  I-64  to  Rte.  61/67. 

Reason(s):  The  project  was  delayed  to  be  let  in  combination  with  6P2259  for  cost  savings. 
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MoDOT 
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Reprioritized  Projects  in  the  2009-2013  Highway  and  Bridge  Construction  Schedule 

^  RSMo  21.795.3(2)  


County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Various 

Various 

6Q2037E 

2009 

2013 

ITS  maintenance  and  operations  at  various  locations. 

Reason(s):  The  project  was  delayed  due  to  work  being  performed  by  another  project  (611 756). 

Various 

Various 

6Q2039 

2012 

2013 

ITS  operation  and  expansion  from  Allenton  Road/Six  Flags  exit  to  Rte.  50. 
Reason(s):  The  project  was  delayed  to  accelerate  a  higher  regional  priority. 

Various 

Various 

6Q2246 

2012 

2014 

ITS  operation  and  expansion  on  Rte.  100  from  Rte.  109  to  McKnight  Road  and  Rte.  M  to  South  Point  Road  and  Rte. 
50  from  Rte.  44  to  Rte.  47  East. 

Reason(s):  The  project  was  delayed  to  accelerate  a  higher  regional  priority. 

Barry 

60 

7P0824B 

2011 

2009 

Was  Awarded: 
2009 

Construct  alternating/intermittent  passing  lanes  from  0.6  mile  east  of  Bus.  60  West  in  Monett  to  0.3  mile  east  of  Rte. 
14.  'Economic  Recovery  Project* 

Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

Barry 

60 

7P0869 

2011 

2009 

Was  Awarded: 
2009 

Construct  alternating/intermittent  passing  lanes  from  east  of  Chapell  Drive  in  Monett  to  Kansas  Avenue  in  Republic. 
'Economic  Recovery  Project* 

Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

9/29/2009 


MoDOT 
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Reprioritized  Projects  in  the  2009-2013  Highway  and  Bridge  Construction  Schedule 

^  RSMo  21.795.3(2)  


County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Newton 

166 

7P0834 

2010 

Removed 

Resurface  from  the  Kansas  state  line  to  I-44. 

Reason(s):  Project  was  removed  due  to  the  scope  of  work  being  accomplished  by  a  permit  project  in  2008. 

Newton 

60 

7P0866 

2009 

2010 

Resurface  disconnected  sections  from  east  of  Rte.  E  to  0.7  mile  west  of  Rtes.  M  and  W. 
Reason(s):  The  project  was  delayed  to  achieve  a  more  advantageous  bidding  situation. 

Greene 

160 

8S0758 

2009 

2010 

Relocate  west  outer  road  and  Weaver  Rd.  intersection  1.0  mile  south  of  Rte.  60  (James  River  Freeway)  at  Weaver 
Road. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

Greene 

65 

8P0605B 

2011 

2010 

Was  Awarded: 
2010 

Grading,  paving  to  add  lanes  for  divided  six-lanes  from  Rte.  D  (Sunshine  Street)  to  Rte.  60  (James  River  Freeway). 
"Economic  Recovery  Project* 

Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

Greene 

65 

8P0605C 

2011 

Removed 

Capacity  improvements  from  Rte.  D  (Sunshine  Street)  to  Battlefield  Rd.  in  Springfield. 

Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (8P0605B) 

9/29/2009 


MoDOT 
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Reprioritized  Projects  in  the  2009-2013  Highway  and  Bridge  Construction  Schedule 

^  RSMo  21.795.3(2)  


County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Greene 

65 

8P0605D 

2011 

2010 

Was  Awarded: 
2010 

Grading  and  paving  to  add  lanes  for  divided  six-lanes  from  Bus.  65  (Chestnut  Expressway)  to  Rte.  D  (Sunshine 
Street)  in  Springfield.  Amendment  3  will  fund  4.6  million  and  ARRA  will  fund  6.2  million.  "Economic  Recovery  Project* 

Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

Greene 

Various 

8P0761 

2009 

2010 

Design  and  construct  a  traffic  management  center  for  Springfield  area.  To  be  let  by  the  City  of  Springfield.  Fed.  No. 
ITS-0329(801)  100%  fed.  Fed.  No.  ITS-0429(801)  50%  Fed.  10%  Springfield,  10%  MoDOT  Operations,  30%  soft 
match  from  previous  work. 

Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies  preparing  plans. 

Greene 

Various 

8Q0830B 

2009 

2011 

Phase  II  of  field  device  deployment  of  the  Intelligent  Transportation  System  on  various  routes  in  the  Springfield  Area. 
Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies  preparing  plans. 

Laclede 

5 

8P0854C 

2011 

2010 

Construct  five  lanes  in  Lebanon.  "Economic  Recovery  Project* 

Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

Laclede 

5 

8P0902 

2009 

2010 

Grading  and  paving  for  shared  four-lane  roadway,  turn  lanes  between  Camden  County  line  and  Lebanon. 
Reason(s):  The  project  was  delayed  to  be  let  in  combination  with  5P0592F  for  cost  savings. 

9/29/2009 


MoDOT 
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Reprioritized  Projects  in  the  2009-2013  Highway  and  Bridge  Construction  Schedule 

^  RSMo  21.795.3(2)  


County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Laclede 

IS44E 
TO  RTJ 

8P0894D 

2011 

2010 

Thin  pavement  treatment  on  the  ramps  at  the  interchanges  with  Rtes.  Y/J,  A/C  and  Dove  Road. 
Reason(s):  The  project  was  accelerated  to  be  let  in  combination  with  8I0905  for  cost  savings. 

Taney 

160 

8P0813B 

2010 

2009 

Was  Awarded: 
2009 

Improve  intersection  capacity  and  safety  at  Coy  Boulevard  in  Forsyth. 

Reason(s):  The  project  was  accelerated  due  to  coordination  with  outside  agencies. 

Taney 

65 

8P0798 

2009 

2011 

Replace  interchange  ramps  at  Rte.  248  (Shepherd  of  the  Hills  Expressway/Branson  Landing  Boulevard). 
Reason(s):  The  project  was  delayed  due  to  coordination  with  outside  agencies. 

Various 

Various 

8L1000 

2010 

Removed 

SFY  2010  pavement  treatment  on  minor  routes  throughout  non-metropolitan  District  8. 

Reason(s):  The  project  was  removed  due  to  being  a  root  project,  from  which  other  projects  were  split.  (8L1000B, 
8L1000C,  8L1000D) 

Webster 

IS44E 
TO  RTB 

8P0894F 

2010 

2009 

Was  Awarded: 
2009 

Thin  pavement  treatment  on  the  I-44  ramps  at  Rte.  B  and  Rte.  38  interchange. 

Reason(s):  The  project  was  accelerated  to  be  let  in  combination  with  8I0903  and  8I0904  for  cost  savings. 

9/29/2009 
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Reprioritized  Projects  in  the  2009-2013  Highway  and  Bridge  Construction  Schedule 

^  RSMo  21.795.3(2)  


County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Various 

Various 

9P2158 

2011 

Removed 

Resurface  and  shoulder  repair  on  various  routes  across  the  South  Central  district. 

Reason(s):  The  project  was  removed  due  to  being  a  root  project,  from  which  other  projects  were  split.  (9P2158B, 
9P2158C,  9P2158D,  9P2158E) 

Various 

Various 

9P2159 

2010 

Removed 

On  call  guard  cable  and  guard  rail  repair  on  various  routes  and  counties  in  the  South  Central  District. 
Reason(s):  This  project  was  removed  because  work  will  be  accomplished  by  job  number  9P2154. 

Cape 
Girardeau 

55 

0I0767A 

2009 

2010 

Construction  of  outer  road  system  from  East  Main  Street  Interchange  to  Co.  Rd.  618,  2.4  miles  north  of  the  Rtes. 
61&34  interchange. 

Reason(s):  The  project  was  delayed  due  to  the  design  of  plans  being  behind  schedule. 

Cape 
Girardeau 

55 

0I0767B 

2009 

2010 

Construction  of  outer  road  along  SB  lane  from  East  Main  Street  Interchange  to  Bainbridge  Road. 
Reason(s):  The  project  was  delayed  due  to  the  design  of  plans  being  behind  schedule. 

Madison 

72 

0P0884C 

2010 

Removed 

Paving  for  relocation  of  Rte.  72  north  of  its  current  location  with  Rte.  OO.  Cost  share  project  with  Madison  County. 
Reason(s):  The  project  was  removed  due  to  the  work  being  incorporated  into  another  project.  (0P0884B) 

9/29/2009 
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County 

Route 

Job  No. 

2009-2013 
STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Mississippi 

57 

0I0983 

2010 

2009 

Was  Awarded: 
2009 

Pavement  treatment  (alternate  pavement  treatment  project)  of  Northbound  lanes  from  west  of  Rte.  1 05  to  the 
Mississippi  River  bridge. 

Reason(s):  The  project  was  accelerated  due  to  conditions  deteriorating  faster  than  expected. 

New  Madrid 

55 

012147 

2011 

2010 

Construction  of  new  Welcome  Center  on  I-55  at  Marston.  "Economic  Recovery  Project* 
Reason(s):  The  project  was  accelerated  due  to  federal  economic  recovery  bill. 

Pemiscot 

55 

0I0972 

2009 

2010 

Grading,  drainage,  paving  and  structures  for  rest  area/welcome  center  adjacent  to  northbound  lane,  north  of  the 
Arkansas  State  line  at  Hayti. 

Reason(s):  The  project  was  delayed  to  be  let  in  combination  with  (012147)  for  cost  savings. 

St.  Francois 

OR  67 

0S0966 

2009 

2010 

Construct  east  outer  road  for  Rte.  67  from  Parkway  Drive  to  Rte.  8  in  Desloge. 
Reason(s):  The  project  was  delayed  due  to  the  design  of  plans  being  behind  schedule. 

Various 

Various 

0P2149 

2009 

2010 

SAFETEA-LU  High  Risk  Rural  Road  Program  for  safety  improvements  at  various  locations  throughout  the  state. 
Reason(s):  The  project  was  delayed  due  to  additional  requirements  after  establishment  of  the  award  date. 

9/29/2009 
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County 

Route 

Job  No. 

STIP  SFY 

Current 
ori  or 
Award  Date 

Description  of  Improvement  /  Location 

Various 

Various 

0P2161 

2009 

Removed 

On-call  guardcable  and  guardrail  repair  in  the  Southeast  Missouri  area. 

Reason(s):  The  project  was  removed  due  to  being  a  root  project,  from  which  other  projects  were  split.  (0P2161 B,  C, 
D  and  E) 

Total  Count  of  Projects  Reprioritized:  121 


Access:  T:\planning\OTPM\reports\Accountability\Reprioritized  2009.mdb 

Query:  qry  Reprioritized  in  2009  -  201 3  STIP;  Report:  rpt  Reprioritized  201 0-201 4  SFY  2009 

Tables:  Final  Reprioritized  SFY  2009 


9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 
RSMo  21.795.3(2) 

Introduction 

The  information  in  this  section  is  in  accordance  with  the  highlighted 
portion  in  the  following  section  of  the  reporting  statute.  "(2)  A  detailed 
explanation  of  the  methods  or  criteria  employed  to  select  construction 
projects,  including  a  listing  of  any  new  or  reprioritized projects  not 
mentioned  in  a  previous  report,  and  an  explanation  as  to  how  the  new  or 
reprioritized  projects  meet  the  selection  methods  or  criteria; ... "  Section 
21.795.3(2),  RSMo  Supp.  2002  (L.  2003  TAFP  HB  668)  (emphasis 
added). 

This  section  lists  projects  identified  after  the  previous  schedule  was  approved  and  have 
been  added  in  state  fiscal  year  2009  or  state  fiscal  years  2010-2014  of  the  Highway  and 
Bridge  Construction  Schedule. 

MoDOT  does  not  fully  program  the  five-year  construction  schedule,  although  funding  is 
assigned  to  specific  categories  such  as  safety  or  major  projects.  This  allows  the 
department  to  effectively  use  its  resources  and  react  to  evolving  needs  that  cannot  be 
predicted  at  the  start  of  the  five-year  period. 

The  total  number  of  projects  added  is  533,  which  represents  73  percent  of  the  projects  in 
the  2009-2013  Highway  and  Bridge  Construction  Schedule.  This  amount  is  lower  than 
last  year's  amount  of  356.  An  explanation  for  the  project  changes  is  included  with  each 
project. 

About  half  of  the  projects  were  added  due  to  implementation  of  the  revised  Safe  and 
Sound  Bridge  Program  and  due  to  funding  made  available  by  the  federal  economic 
recovery  bill. 


Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014  Highway  and 

Bridge  Construction  Schedule 

RSMo  21.795.3(2) 

Key 

Project  estimate  from 
the  most  recent 
program.  Estimate 
includes  right  of  way 
cost,  engineering  and 
construction. 


County 
location  of 
project 


Job  number  used 
to  track  project 
costs 


County 

Route 

Job  Number 

Current  SFY 
Award  Date 

Description  of  Location/Improvement 

Estimate 

92  Plan 

i 
i 
i 
i 
i 
i 
i 
i 

1  1  1 

i 
i 
i 
i 
i 
i 
i 
i 

1  1  1 

Reason(s): 

i 
i 

Route 
location 

of 
project 

i 
i 

State  fiscal  year 
in  which  project 
is  to  be  awarded 

Reason  projects  were  added 

Proposition  A 
project  or  92 
Plan  Project 

Details  of  project  description, 
improvement  and  location  of  project 


Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Andrew 

29 

2121 62C 

2010 

On-call  preventive  maintenance  and  pavement  repair  from  Rte.  K  to  Rte.  92  in  Platte  County.  Includes  I-229 

III  MMUIgvV  dl  IU  DUOI  Ictl  Ictl  1  OUUIILIfcio. 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Andrew 

59 

1B0801R 

2010 

Bridge  rehabilitation  on  Rte.  59  over  1-29  and  Bus.  Rte.  71  over  I-29.  Funded  by  GARVEE.  Project  involves 

twin  KriHn^c  £iCi~70f\    Part  fifths  Qofo  onrl  Qr\\  inH  Rrirlno  Prnnram 
IWII 1  Ul  lUyco  r\U  /  tD.    r  dl  L  Ul  Lilt?  Odlt?  dl  IU  OUUI  IU  Dltuyt?  r  1  ULJI  dl  1 1. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,715 

No 

Andrew 

C 

1S2009E 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  48  to  Rte.  E.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$394 

No 

Andrew 

H 

1B0801B 

2009 
Amendment 

Bridge  rehabilitation  on  Rte  H  over  Pedlar  Creek.  Project  involves  bridge  L0633.  Funded  by  GARVEE.  Part 

Ul  lllc  Odlti  dl  IU  OUUIIU  Dl  luyt;  riuyidiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$268 

No 

Atchison 

111 

1S2009G 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  136  to  I-29.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$334 

No 

9/29/2009 


MoDOT 


Page  1  of  1 08 


Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Atchison 

136 

1P2161 

2010 
Amendment 

Painting,  redeck  and  bridge  repairs  of  Missouri  River  bridge  at  Brownville,  NE  (ARRA  Funds  providing  $9 

million          C^^iA  million  fiirif~loiH  r"n/  rithor  cai  i mr\t^\     /'"'net  ch^ra  infi+h  Mohrocl/Q     *f  AnnnrniA  PoAm/or\/  P vr\ i  oft* 
IIIIIMUII,  ipO,DOM-  IIIMIIUII  IUIIUcU  Uy  Utile!  bUUiOcb^.   OUol  blldlfcr  Willi  INcUl ctoftct.     rZOUMUIMIO  ncOUVoly  r  IUJcOI 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$15,710 

No 

Atchison 

29 

2121 62B 

2010 

On-call  preventive  maintenance  and  pavement  repair  from  the  Iowa  state  line  to  Rte.  K  in  Andrew  County. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Atchison 

59 

1S2009M 

2009 
Amendment 

Thin  lift  overlay  from  the  Iowa  State  line  to  Rte.  136.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$516 

No 

Atchison 

O 

1S2009F 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  C  to  Rte.  136.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$476 

No 

Buchanan 

29 

112181 

2012 

Pavement  treatment  to  extend  pavement  life  1 .5  miles  south  of  Rte.  O,  near  Faucett,  to  Platte  Co. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$2,503 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Buchanan 

31 

1S2009L 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  36  to  Rte.  169.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$315 

No 

Buchanan 

36 

1P2183 

2010 

Remove  existing  surface  and  place  a  new  surface  on  bridge  over  9th  Street,  0.5  miles  east  of  the  Missouri 

rilvcl,  Ml  OL.  JUocpi  I.  PIUJtrL-L  II  IVUIVtro  Ui  lULjt)  LUOlU. 

Reason(s): 

This  project  was  added  to  provide  preventative  bridge  maintenance  and  to  extend  the  life  of  the  bridge. 

$162 

No 

Buchanan 

45 

1P2171 

2012 

Resurface  driving  lanes  and  shoulders  from  Rte.  59,  near  Rushville,  to  Platte  County. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$576 

No 

Buchanan 

59 

1P2188 

2010 

Thin  lift  overlay  on  roadway  and  shoulders  from  Rte.  K  to  Karnes  Road,  in  St.  Joseph. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$595 

No 

Buchanan 

759 

1P2186 

2010 

Resurface  roadway  and  shoulders  w/  pavement  repair.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,980 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Buchanan 

AC 

1S2154 

2010 
Amendment 

Resurface  roadway  and  shoulders  (3  3/4"),  Major  Route.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,191 

No 

Buchanan 

DD 

1S2009J 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  371  to  Rte.  MM.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$222 

No 

Buchanan 

O 

1 B0801 F 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  O  over  I-29,  Rte.  169  over  I-29,  and  Rte.  CC  over  South  Fork  of  Bee  Creek. 

Pi  inHoH  h\/  fiAPVFF     Prniort  inx/nK/oc  hriHnoc  AfiHOA   AHfiQQ  anri  AOfiftR   Part  nf  tho  Qafo  anH  Qnunrl  RriHno 
rUIIUcU  Uy  UnnVCC.    r  [UJcOl  IMVUIVCb  UIIULJCb  MUU^^f,  MUOiJy  ctltU  M£JOO.  rail  Ul  11  Ic  Odlc  allU  OUUIIU  DMUyfcr 

Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$3,346 

No 

Buchanan 

St.  Joseph 
Regional 
Port 

1W0001 

2010 

Let  By  Others 

Truck  staging  area  along  stockyard  expressway,  intersection  improvements.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,300 

No 

Caldwell 

A 

1 B0801 H 

2010 
Amendment 

Bridge  rehabilitation  on  Rte.  A  over  Dead  Oak  Creek,  Rte.  116  over  North  Mud  Creek  and  Rte.  N  over  Mud 
Creek.  Funded  by  GARVEE.  Project  involves  bridges  A1785,  A1468,  N0536.  Part  of  the  Safe  and  Sound 
Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,003 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Caldwell 

U 

1B0801Q 

2011 

Bridge  rehab  on  Rte.  U  over  Otter  Creek,  Rte.  HH  over  Plum  Creek  in  Caldwell  County,  on  Rte.  V  over  I-35 

ctl  IU  rue.  r\  Uvcl  Odolllc  Oi  ccft  111  OMNIUM  OUUllly.  nUMUcU  Uy  unnvEE.  rlUJcOl  II  IVUI  Vcb  Ui  lUytJo  IM«J  /  OO, 

R0526,  R0226,  and  N0736.  Part  of  SAS  Bridge. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,759 

No 

Clinton 

A 

1S2009H 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  69  to  Rte.  H.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$609 

No 

Daviess 

35 

2121 62E 

2010 

On-call  preventive  maintenance  and  pavement  repair  from  Rte.  6  in  Daviess  County  to  Rte.  92  in  Clay 
ouui  uy. 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Daviess 

6 

1S2164 

2010 

Install  centerline  rumble  stripes  from  1-35  in  Daviess  County  to  Trenton  in  Grundy  County. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$164 

No 

Daviess 

DD 

1L1000E 

2010 

Thin  lift  overlay  from  Rte.  69  to  Rte.  6,  near  Gallatin. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$489 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Daviess 

HH 

1 B0801 N 

2011 

Bridge  rehabilitation  on  Rte.  HH  over  Marrowbone  Creek,  on  Rte.  V  over  Muddy  Creek,  on  Rte.  T  over 

odi  1  l|JoUI  1  Olfcicft,  dllU  Ull  rue.  t-  Uvcl  Uidlildyti  UILUII.  rUMUcU  Uy  UnnVCC.    rlUJcOl  IllvUlvfcJo  UllUytJo  nUO/O, 

P0830,  N0262  and  R0073.  Part  of  SAS  Bridge. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,522 

No 

Dekalb 

169 

3S2009C 

2009 
Amendment 

Pavement  and  shoulder  improvements  from  Rte.  31  and  Rte.  to  I-29.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,585 

No 

Dekalb 

33 

1 B0801 L 

2010 

Bridge  rehabilitation  on  Rte.  33  over  West  Fork  Lost  Creek  and  Branch  of  Lost  Creek.  Funded  by  GARVEE. 

r  [UJcOl  lllvuivcb  Uliuycb  MU£oO  al  IU  rtU^O^f.  rail  Ul  lllc  Oalc  cHIU  OUUIIU  Dliuyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$3,980 

No 

Dekalb 

36 

1B0801S 

2011 

Bridge  improvements  on  Rte.  36  over  Castile  Creek  and  Grindstone  Creek.  Funded  by  GARVEE.  Project 

IIIVUIvco  Ul  IULJ  fc?b  r\  I  J3  I  dl  IU  r\  I              rail  Ul  Lilt?  Oalc  dl  IU  OUUIIU  Dliuyt?  r  I  uy  I  dl  1 1 . 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,558 

No 

Dekalb 

C 

1 B0801 E 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  C  over  Grindstone  Creek,  on  Rte.  E  over  North  Fork  Lost  Creek,  Rte  V  over  3rd 
Fork  latte  River.  Project  involves  bridges  P0216,  N0036,  N0215.  Funded  by  GARVEE.  Part  of  the  Safe  and 
Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$880 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Current  SFY 
Award  Date 


Description  of  Improvement  /  Location 


Estimate 


Dekalb 


1B0801P 


2011 


Bridge  rehabilitation  on  Rte.  F  over  Crooked  Creek  in  Dekalb  County  and  Rte.  169  over  Old  Channel  Island 
Creek  in  Gentry  County.  Funded  by  GARVEE.  Project  involves  bridges  N0870  and  F0327.  Part  of  the  Safe 
and  Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 


$1,189 


Dekalb 


1B0801M 


2010 


Bridge  rehabilitation  on  Rte.  J  over  abandoned  railroad.  Funded  by  GARVEE.  Project  involves  bridge  T0659. 
Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 


$470 


Gentry 


85 


1B0801O 


2011 


Bridge  rehabilitation  on  Rte.  85  at  Thompson  bridge.  Funded  by  GARVEE.  Project  involves  bridge  H0223. 
Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 


$226 


Gentry 


BB 


1B0801G 


2009 


Amendment 


Bridge  rehabilitation  on  Rte.  BB  over  Island  Creek  and  Rte.  RA  on  East  Brushy  Creek.  Funded  by  GARVEE. 
Project  involves  bridges  N1000,  and  A3015.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 


$719 


Harrison 


146 


1L1000D 


2010 


Thin  lift  overlay  from  Rte.  1 36  to  Grundy  County. 


$914 


Reason(s): 

The  project  was  added  due  to  splitting  projects. 


9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Harrison 

35 

2121 62D 

2010 

On-call  preventive  maintenance  and  pavement  repair  from  the  Iowa  state  line  to  Rte.  6  in  Daviess  County. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Harrison 

M 

1B0801D 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  M  over  Big  Muddy  Creek  and  Rte.  HH  over  Lotts  Creek,  and  Rte.  NN  over  Honey 

Prppk  nnH  Rn  iQhv  Prppk  Fi  inHpH  h\/  PiARVFF    Prniprt  in\/nl\/PQ  hriHnpQ  NmR^  MDR74  PHQ7Q 

P0980.  Part  of  the  Safe  and  Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,090 

No 

Harrison 

MM 

1 B0801 1 

2010 

Bridge  rehabilitation  on  Rte.  MM  over  Sugar  Creek  and  Fox  Creek  and  Rte.  AA  over  Big  Creek.  Funded  by 

f^AR\/FF     Prniort  in\/nl\/oc  hriHnoc  MnQ*?^   K\C\0~7C\  anH  RltnrtQ   Part  nf  tho  Qafo  anH  QniinH  RriHno  Prnnram 
UnnVCC.   riujcol  lllvuivco  Uliuycb  INUy^O,  w\Jc./\J  al  IU  nuuUiJ.  rail  UI  11  Ic  Oalc  al IU  OUUIIU  Dliuyfcr  rluyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,192 

No 

Holt 

113 

1S2009I 

2009 
Amendment 

Thin  lift  overlay  on  Spur  1 13  in  Holt  County  from  Rte.  1 13  to  Rte.  A  and  on  Rte.  A  in  Nodaway  County  from 

o[JU  1    1  IO  LU  nic.  /  I.      CUUI IUI  MIL-  ncoUVcl  y  r  1  UJcL- L 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$715 

No 

Holt 

159 

1 P0777 

2011 

Let  By  Others 

Replace  bridge  over  the  Missouri  River  at  Rulo,  Nebraska.  Nebraska  is  lead  state,  and  will  be  awarded  by  the 
Nebraska  Department  of  Roads.  Cost  reflects  MoDOT  share  of  the  project.  Project  involves  bridge  L0097. 
Funded  by  FHWA  Highway  Bridge  Program. 
Reason(s): 

The  project  was  added  due  to  additional  funding  made  available  from  FHWA  2009  Highway  Bridge  Program 
and  due  to  coordination  from  outside  agencies. 

$16,888 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Nodaway 

136 

1P2187B 

2010 

Pavement  treatment  on  driving  lanes  from  the  Rte.  46  intersection  to  the  1 02  River  bridge  in  Maryville. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$158 

No 

Nodaway 

246 

1S2009K 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  148  to  Rte.  E.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$405 

No 

Nodaway 

71 

1P2187 

2010 

Pavement  treatment  on  northbound  driving  lanes  from  Business  Rte.  71  (south)  to  north  of  Rte.  A,  near 

nfl  o  r\/\  1 1 1  la 
1 VI d I  y  V  Mlo. 

Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$447 

No 

Nodaway 

A 

1 B0801 K 

2011 

Bridge  rehabilitation  on  Rte.  A  over  Elkhorn  Creek  and  on  Rte.  VV  over  Long  Branch.  Funded  by  GARVEE. 

rlUJtJOl  II  IVUIvco  U!  IULJ  c  L.U  I  3D  dllU  INUU03.    rdlL  Ul  LlltJ  Oalc  allU  OUUIIU  Dl  lULJc  rl  ULJI  a  1 1 1 . 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,170 

No 

Nodaway 

JJ 

1B0801C 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  JJ  over  West  Fork  102  River,  on  Rte.  275  on  Kings  River  bridge,  on  Rte.  M  on 
Long  Branch  bridge.  Funded  by  GARVEE.  Project  involves  bridges  L0736,  H0973,  and  N0274.  Part  of  the 
Safe  and  Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,275 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Nodaway 

PP 

1B0801J 

2010 

Bridge  rehabilitation  on  the  Maupin  bridge  and  over  Huff  Creek  on  Rte.  PP.  Funded  by  GARVEE.  Project 

ini//-\lvoc  h\ri/H/ioc  DAftQO  or\H  DAftQI     Part  fit  tho  Q?afa  anH  Cn  iri/H  RriHfia  Prnnrom 
II  IVUIVco  UMUycb  nUUOil  dl  1U  nUUOI.  rail  Ul  [lie  odlc  d[IU  OUUI IU  Dl  IULJ  c  r  1  Uy  1  al  1 1. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$963 

No 

Various 

Various 

1L1100 

2011 

Thin  lift  overlay  on  rural  roadways  in  Northwest  Missouri. 
Reason(s): 

The  project  was  added  to  improve  pavement. 

$1,110 

No 

Various 

Various 

1L1200 

2012 

Thin  lift  overlay  on  various  routes  in  Northwest  Missouri. 
Reason(s): 

Project  was  added  to  improve  minor  route  pavement. 

$1,110 

No 

Various 

Various 

1P1979 

2010 

Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  District  1 .  Funded  by  MoDOT  operations. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$52 

No 

Various 

Various 

1P2184 

2010 

On-call  guardcable  and  guardrail  repair  contract  on  various  major  routes  in  District  1 . 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects. 

$323 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Various 

Various 

1P2189 

2011 

Pavement  treatment  to  extend  pavement  life  on  various  major  routes  in  Northwest  Missouri. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$515 

No 

Various 

Various 

1P2196 

2012 

Pavement  treatment  to  extend  pavement  life  on  various  major  routes  in  Northwest  Missouri. 
Reason(s): 

The  project  was  added  due  to  emerging  maintenance  needs. 

$516 

No 

Various 

Various 

2S2009B 

2009 
Amendment 

Cold  in  place  recycling  in  Nodaway  (Rtes.  EE,  H,  W),  Caldwell  (Rte.  F),  Harrison  (Rtes.  MM,  M,  K),  DeKalb 

^Rto   P\   ria\/icicc  /Rtoc   F   W\  Wnrth  fRtoc  W            AnHrow  fRto   \A\  nnrl  f^ontrv  ^Rtea   \A\  Pni  inti^c  ac  funrlc 
^ruc.  n.f,  uavicoo  ^nico.  c,  r\^,  vvuiui  ^nico.  vv,  i  i j,  ni iur cvv  ^nic.      aiiu  ocimy  ^ruc.      ouunuco  do  i ui iub 

are  available.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$4,285 

No 

Worth 

169 

1P2170 

2010 

Resurface  pavement  and  improve  shoulders  from  Iowa  state  line  to  Rte.  46,  at  Grant  City. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$1 ,467 

No 

Adair 

63 

2P0483H 

2009 
Amendment 

Relieve  congestion  and  improve  safety  east  of  Kirksville  from  2  miles  north  of  Rte.  P  to  3  miles  south  of  Rte. 
6.  (ARRA  $18m,  $2. 3m  in  right  of  way  amended,  $1 .317m  funded  from  other  sources).  "Economic  Recovery 
Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$20,702 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Adair 

63 

2P0483I 

2011 

Relieve  congestion  and  improve  safety  east  of  Kirksville  from  .25  miles  south  of  Rte.  6  to  2  miles  south  of 

Bto    £5     IVyioirti'     rr\ i oft  mo/Ha  i~\r\c:c i h la  \r\\i  AmanrlrnQnt  Q  onrl            r\f  t^ifU-c\/illa 
rlLc.  D.    IVIaJUl  UiUJcOl  IllclUt;  (JUbolUlfci  Uy  Ml  1  lt;l  IUI 1  Ifcii  11  O  al  IU  Oily  Ul  r\ll  KoVIIIg. 

Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$12,107 

Yes 

Carroll 

24 

2P2167 

2010 
Amendment 

Intersection  improvements  at  Show  Me  Ethanol  1.0  mile  east  of  Carrollton.  Cost  share  project.  Initial  funding 

hv  Qhnw  Mp  Fthannl  Pnvhark  with  9PP1fi7R 

Uy  OIIUW  I VI  tr  L_  LI  Id  I  IU  I .  i  ay  UctL-rx  Willi  £L\  c.  I  u  /  □. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$411 

No 

Carroll 

24 

2P2167B 

2012 
Amendment 

Payback  to  Show  Me  Ethanol  for  the  acceleration  of  cost  share  project  2P2167.  Add  turn  lanes  at  ethanol 

plain  cl  IU  dMUc.  OUol  Ol  Ictl  c  pi  uy  1  al  1 1  IU  payUaOft  III  Or  T  1  c. . 

Reason(s): 

This  project  was  added  to  allow  payback  for  an  accelerated  cost  share/cost  participation  project. 

$178 

No 

Carroll 

41 

2P0755 

2009 
Amendment 

Right  of  way  to  replace  existing  superstructure  of  bridge  K0999  over  Missouri  River  at  Miami. 
Reason(s): 

The  project  was  added  due  to  timely  acquisition  of  right  of  way  for  a  previously  programmed  construction 
project. 

$5 

No 

Carroll 

41 

3S2009B 

2009 
Amendment 

Pavement  and  shoulder  improvements  from  Rte.  24  to  Rte.  240  in  Saline  and  Carroll  counties.  "Economic 
Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,701 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Carroll 

M 

2B0801 D 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  M  over  Bridge  Creek,  on  Rte.  W  over  Moniteau  Creek,  on  Rte  F  over  Edmondson 

frool/  anH  Rto  TT  ni;or  Qlni  mh  (Vook    Pi  inHoH  h\/  f^iRUFF     Prniort  inwnlwoc  hriHnoc  MHfiQI    MHQ1Q  DClA~7A 
Olccft  dMU  rue.   1  1   Uvc[  OIUULJM  olccl\.  nUI  IUCU  Uy  UnnvCC.    rlUJcOllMVUIVcbUIIUyco  INUDOI,  INUiJIc/,  riU^t/^f 

and  N0595.  Part  of  SAS  Bridge. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,394 

No 

Grundy 

146 

2L1000B 

2010 

Resurface  pavement  to  provide  smoother  pavement  from  the  Harrison  county  line  to  Rte.  6. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  and  due  to  splitting  projects. 

$657 

No 

Howard 

240 

3S2009D 

2009 
Amendment 

Pavement  and  shoulder  improvements  from  Rte.  5  to  Rte.  40.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1 ,474 

No 

Howard 

5 

2P0428 

2010 

Remove  bridge  K0744  over  Katy  Trail  0.6  mile  north  of  Rte.  40  in  New  Franklin.  Project  funded  by  FHWA  FY 

PfiriQ  1— linh\A/3\/  Rrirlno  Prnnram 

Reason(s): 

The  project  was  added  due  to  additional  funding  made  available  from  Federal  Highway  and  Bridge  Program. 

$1,292 

Yes 

Linn 

36 

1S2009B 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  36  to  Rte.  1 1 .  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$170 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Linn 

5 

2L1000C 

2010 

Resurface  pavement  to  provide  smoother  pavement  from  Rte.  36  to  Rte.  E. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  and  due  to  splitting  projects. 

$433 

No 

Livingston 

190 

1S2009P 

2009 
Amendment 

Thin  lift  overlay  from  the  Daviess  County  line  to  Rte.  65.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,259 

No 

Macon 

156 

1S2009C 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  63  to  Knox  County  line.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$733 

No 

Macon 

156 

2B0801 E 

2010 

Bridge  rehabilitation  on  Rte.  156  over  Bear  Creek.  Funded  by  GARVEE.  Project  involves  bridge  R0408.  Part 

ui  lilts  OditJ  ai  iu  ouui  iu  di  luyc  riuyidiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$823 

No 

Macon 

D 

1S4009S 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  63  to  Rte.  156  in  LaPlata.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$110 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Putnam 

136 

1S2009D 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  63  to  Rte.  N  in  Schuyler  and  Putnam  counties.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$603 

No 

Putnam 

EE 

2B0801H 

2010 

Bridge  rehabilitation  on  Rte.  EE  over  West  Locust  Creek.  Funded  by  GARVEE.  Project  involves  bridge 

MflPfiH    Part  nf  thp  ^afp  anri  ^niinrf  Rrirlnp  Prnnrnm 
IWODU.    rail  Ul  lllc  Odlc  al  IU  OUUIIU  Dl  luyc  r  lULjlalll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$384 

No 

Randolph 

24 

2P0779B 

2010 

Pavement  treatment  and  improve  shoulders  from  2.1  miles  east  of  Huntsville  to  Rte.  JJ. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$1,068 

No 

Randolph 

24 

2P0779C 

2010 

Resurface  pavement  and  improve  shoulders  from  just  east  of  Rte.  JJ  to  1 .0  mile  east  of  Rte.  63. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$862 

No 

Randolph 

24 

2P0779D 

2010 

Construct  left  turn  lane  and  provide  signal  improvements  from  0.3  miles  east  of  Rte.  JJ  to  Business  Rte.  63. 
Cost  Share  project  with  the  City  of  Moberly. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$973 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Randolph 

24 

2P0779Z 

2012 

Payment  from  the  Cost  Share  program  for  the  advancement  of  2P0779D  to  the  City  of  Moberly. 
Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  project. 

$428 

No 

Randolph 

A 

1S2009Q 

2009 
Amendment 

Thin  lift  overlay  from  Bus.  Rte.  63  to  Rte.  B.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$717 

No 

Saline 

127 

2B0801C 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  127  over  Salt  Fork  Creek  and  Blackwater  River  and  on  Rte.  YY  over  Finney 

Prook   FnnrloH  hw  fiAR\/FF     Prr\io/~t  in\/r\l\/oc  hrirl/ioc  Yf"lQ1  &   I  flPOH  anH  AlHfifi   Part  nf  tho  Qafo  anrl  Qminrl 
wl  ccft.  rui  lUcU  uy  urtnvcc.   r  1  UJcOl  ll  I VUI  vco  Ui  luyco          ID,  luo3U  allU  M  I  udd.  rail  Ul  11  Ic  Oalc  allU  OUUNU 

Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,584 

No 

Saline 

127 

2B0801F 

2011 

Bridge  rehabilitation  on  Rte.  127  over  KCS  railroad.  Funded  by  GARVEE.  Project  involves  bridge  L0392.  Part 

ui  lilts  OditJ  ai  iu  ouuiiu  di  iuyc  riuyidiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,187 

No 

Saline 

240 

1S2009O 

2009 
Amendment 

Thin  lift  overlay  from  east  of  Rte.  65  to  Rte.  41 .  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$93 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Saline 

41 

1S2009R 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  240  to  Rte.  TT.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$767 

No 

Saline 

65 

2P2169 

2009 
Amendment 

Intersection  improvements  at  Rte.  UU  5.6  miles  south  of  Marshall.  Cost  share  project  with  Saline  County. 

Pni  intv  nrm/iHinn           ftfifi    R9  nrm/iHinn  $140  1  AC\    Pavhprk  tn  n°  with  PPP1RQ7  in  90.19 

UUUI  I  ly  JJI  U  V IUI I  iy  4)  I  HJ,ODU .    I— pi  U  V IUI  My  4)  I  fU,  I  H-U .    r  ayUdUix  LU  VJ  c.  Willi  c.  ]  c.  I  O  z>£—  III  CAj  \ 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$324 

No 

Saline 

65 

2P2169Z 

2012 
Amendment 

Payback  to  District  2  from  the  Cost  Share  program  for  the  acceleration  of  2P21 69. 
Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  cost  share  project. 

$140 

No 

Saline 

70 

212152 

2012 

Replace  pavement  under  overpasses  at  Rtes.  YY,  K/EE,  and  127.  Resurface  eastbound  and  westbound 

lanpc  inpli  iHinn  choi  ilrlorc  frnm  I  afQwotto  Pni  mtv  lino  to  th&  Rlcipl<\A/citor  Ri\/or 

Idl  lte!o  II  IUIUUM  ILJ  bllUUIUtJIb  IIUIII  LdlaytrLLfc;  OUUIILy  llllc  IU  LI  It?  DldorWVcUt;!  nivcl. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$11,134 

No 

Saline 

AC 

2B0801I 

2010 

Bridge  rehabilitation  on  Rte.  AC  over  Pierre  Fleche  Creek.  Funded  by  GARVEE.  Project  involves  bridge 
N0662.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$384 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Saline 

VV 

2B0801G 

2011 

Bridge  rehabilitation  on  Rte.  VV  over  Brushy  Creek.  Funded  by  GARVEE.  Project  involves  bridge  N0432. 

Part  /^f  tha  Qofo  anH          iri/H  RfiHcia  Prfviram 
rail  Ul  lllfci  Octlc  al IU  OUUMU  Diiuyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$521 

No 

Schuyler 

202 

1S2009N 

2009 
Amendment 

Thin  lift  overlay  from  the  Iowa  State  line  to  Rte.  63.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$652 

No 

Schuyler 

C 

2B0801B 

2009 
Amendment 

Bridge  rehabilitation  on  Rte  C  over  North  Fabius  River,  Rte.  J  over  South  Fork  Fabius  River,  Rte.  V  over 

imuiui  ruir\  iviiu  rduiub  nivcij  o*  rue.  i  i  uvei  inuilii  ruift  odii  nivei.  ruiiucu  uy  unnvcc.  nivuivco  uiiuycb 

N0706,  N0239,  N0228,  A01 1 7.  Part  of  SAS  Bridge. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,181 

No 

Various 

Various 

212164 

2012 

On-call  preventive  maintenance  and  pavement  repair  on  various  statewide  interstate  routes  for  SFY  2012. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects. 

$8,018 

No 

Various 

Various 

2P1979 

2010 
Amendment 

Milling  rumble  strips  in  the  edgelines  of  various  major  routes  in  various  counties  in  District  2.  Funded  by  Open 
Container  Funds. 

Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$475 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Various 

Various 

2P2170 

2010 

On-call  guardrail  repair  at  various  locations  throughout  District  2. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects. 

$54 

No 

Various 

Various 

2S2009C 

2009 
Amendment 

Cold  in  place  recycling  in  Putnam  (Route  129),  Schuyler  (Route  N),  Sullivan  (Routes  129,  C),  Linn  (Route 

1         ^plinp  ^Rm  itp  1  97^  RanHnlnh  ^Rm  itp        Pprrnll  fRm  itp  I  II  h  Wnrk  will  hp  rnmnlptpH  pq  fi  inriQ  prp 

available.  'Economic  Recovery  Project* 
Reason(s): 

The  project  was  added  due  to  additional  funding  made  available  from  the  federal  economic  recovery  bill. 

$3,216 

No 

Audrain 

15 

3S2178 

2009 
Amendment 

Pavement  improvements  from  1 .1  miles  north  of  Rte.  22  to  0.2  mile  north  of  Rte.  54.  "Economic  Recovery 

P  rc\  i  Qi^t* 
r  l  UJcOl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$804 

No 

Audrain 

K 

3B0801 F 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  K  over  Sandy  Creek  in  Audrain  County  and  Rte.  M  over  Lost  Creek  diversion  in 

I  inr-nln  Pni  intx/  Fi  \r\c\dc\  h\/  fnARVFF     P  mi  opt  i  n\/r>  l\/oc  hrirlnoc  K\CiOAA  anrl  MH^R1^   Part  nf  tho  Qnfo  anrl 
l_M  IL-UM  1  OUUIIly.  PUMUfcJU  Uy  dnnvr_r_.    rlUJtJOl  IllVUIVtJo  UllUyco  INUttt  dMU  INUOOO.  rail  Ul  Lilt?  Odltr  dl  IU 

Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,185 

No 

Clark 

C 

3B0801I 

2010 

Bridge  rehabilitation  on  Rte.  C  over  BNSF  railroad  and  Rte.  NN  over  Fox  River.  Funded  by  GARVEE.  Project 
involves  bridges  R0232  and  P0548.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,221 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Knox 

C 

3B0801B 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  C  over  North  Fork  South  Fabius  River  in  Knox  County  and  Rte.  H  over  South 

vvydouiiuct  mvci  111  ouuucuiu  ouuiuy.  ruiiucu.  uy  unnvcc.  r  lujcoi  iiivuivcb  uiiuyeb  iNUfo/  diiu  i_u^yo.  rctii 

of  the  Safe  and  Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$805 

No 

Lincoln 

C 

3S2195 

2010 

Let  By  Others 

Payment  for  historic  lighting  from  Elm  Tree  Rd  in  Moscow  Mills  to  west  ramps  of  Rte.  61  interchange.  Total 

Mni\M  I  U 1  IUo  die  »P  /  l7 ,3UU .      Oliy  Ul  IVIUoUUVV  1 VI II  lb  lb  |JI  UJe^L  b|JU  I  IoUI  .       L-L-U 1  IUI 1 1 IO  nct/UVcl  y  r  1  UJcOL 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$80 

No 

Lincoln 

DD 

3B0801D 

2009 
Amendment 

Bridge  rehabilitation  on  Rte  DD  over  Bear  Creek  in  Lincoln  County,  Rte  AC  over  Cuivre  River,  Rte.  F  over 

Deal  Oiccft  III  IVIUi  ILLJUl  I  lei  y  OUUIIiy  Ct  rue.  r  UVcl  OUellOcI  Olceft  III  ridllb  OUUIIiy.  nUIIUcU  Uy  UnnvCC, 

Involves  bridges  A2050,  N0862,  R0550,  R0495  (SAS). 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,012 

No 

Lincoln 

EE 

1S2009Z 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  Yto  Rte.  47.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$291 

No 

Lincoln 

KK 

1S3009A 

2009 
Amendment 

Thin  lift  overlay  from  Old  Rte.  61  to  Rte.  W.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$518 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Lincoln 

W 

3B0801K 

2011 

Rehab,  bridge  on  Rte.  W  over  Bryants  Cr.  in  Lincoln  Co.,  Rte.  WW  over  Mud  Cr.  in  Pike  Co.,  Rte.  J  over  Ely 

Ol.  al  IU  luc.  C  Uvcl  Ivlaldl  U[  II         Ill  nallb  UU.  nUIIUcU  Uy  urtnVCC.  IIIVUIVco  UllUUofa  nUf O /  ,  nUJUt,  nUJUO, 

K0443.  Part  of  SAS  Bridge. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,693 

No 

Marion 

24 

3B0801M 

2010 

Rehabilitate  bridge  on  Rte.  24  over  North  River  and  Bus.  Rte.  61  over  Rte.  24.  Funded  by  GARVEE.  Project 

i t~\\/r\ Ivoc  hrirlnpc  A 1  AAA  anrl  AOR^R    Part  r\f  thp  Qaf  o  onrl  ^minrl  RriHnp  P rnn m 
II IVUI V tio  UIIULJcii  r\  I  t+Htr  al  IU  nUJJJ.    rail  Ul  LI  It?  Oalc  al  IU  OUUI  IU  Dl  lULjfc!  r  I  uy  I  al  1 1 . 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$3,233 

No 

Marion 

24 

3P2158 

2010 

Rehabilitate  bridges  over  North  Fabius  River  0.9  mile  north  of  Rte.  6  (near  Taylor).  'Economic  Recovery 

Peru  oft* 
r  l  UJtJOl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,860 

No 

Marion 

CC 

3B0801L 

2011 

Rehabilitate  bridge  on  Rte.  CC  over  South  Fork  North  River  in  Marion  County  and  Rte.  T  over  Salt  River  in 

^hplhv  Pni  intv  Fi  mHpd  h\/  f^ARVFF    Prnipr-t  in\/nl\/PQ  hrirtnpQ  Nn7^9  anrl                Part  nf  thp  ^nfp  anH 
oiitJiuy  ouuiiiy.  rui iucu  uy  unnvr_r_.  r  i  ujcoi  n i vuivco  ui iuy t?o  inu  / oc  ai  iu  nutDt.  rail  ui  nit;  oaic  aiiu 

Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,699 

No 

Marion 

W 

1S2009W 

2009 
Amendment 

Thin  lift  overlay  on  Rte.  W  from  Rte.  61  north  junction  to  Rte.  61  south  junction,  and  Rte.  61  outer  road  from 
Rte.  W  to  0.3  mile  south  of  Rte.  W.  'Economic  Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$148 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Monroe 

15 

3S2009E 

2009 
Amendment 

Pavement  and  shoulder  improvements  from  Rte.  154  north  junction  to  1 .1  miles  north  of  Rte.  22.  "Economic 

ncUUVcly  rlUJcUl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,741 

No 

Monroe 

A 

3B0801G 

2011 

Rehabilitate  bridge  on  Rte.  A  over  Mid  Fork  Salt  River,  Rte.  D  over  Long  Branch  Creek  in  Monroe  County  and 

Rto   F  n\/or  Yni  mnc  C^r&aW  in  AiirHrain  f^mmtu  Fi  inH&H  h\/  f^ARV/FF   ln\/ol\/oc  hrirlnoc  ROAfift  TPlQIf^  anrl 
rutJ.  C  UVfcJI    TUUllyo  Olfcicft  III  nU  lUldlll  OUUIIly.  P  Ul  IUcU  Uy  Ortri  V  CC  1 1 1 VUI VtJo  Ul  lUljco  nUtOO ,    1  Uv7  1  D,  dMU 

R0478.  Part  of  the  Safe  and  Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,626 

No 

Monroe 

C 

3B0801E 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  C  over  Elk  Fork  Salt  River  in  Monroe  County  and  Rte.  E  over  Wayaconda  River 

in  1  oiA/ic  Pniint\/   FnnHoH  h\/(^AR\/FF     Prniof^t  inwnli/oc  hriHrioe                anH  R(Ti99   Part  nf  tho  Qafo  anH 
III  LcWIb  OUUIIiy.  rUltUcU  Uy  UnnVCC    rlUJcOl  IllVUIVCb  UllUycb  nitSO  dllU  nUOii.  rail  Ul  lllfci  Odlc  dMU 

Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,715 

No 

Monroe 

W 

1S2009V 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  24  to  Rte.  J.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$213 

No 

Montgomery 

19 

3P2192 

2010 

Resurfacing  from  near  Rte.  B  (just  north  of  Montgomery  City)  to  1 .7  miles  south  of  Rte.  I-70.  "Economic 
Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$3,005 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Pike 

79 

3P2171C 

2010 

Rehabilitate  bridge  on  Rte.  79  over  Sugar  Creek  0.1  mile  south  of  Rte.  B  in  Pike  County  and  on  Rte.  151  over 

Oft  rUift  Odll  nivcl    1  ./  Illllcb  bUULII  Ul  rue.         III  IVIUIIiUfci  uUUIUy.    r  lUJcOl  lltVUIVcb  UMUytib  n4UO/  dl  IU  MO^J^. 

Reason(s): 

This  project  was  added  to  provide  preventative  bridge  maintenance  and  to  extend  the  life  of  bridges  and  due 
to  splitting  projects. 

$178 

No 

Pike 

C 

3B0801C 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  C  over  South  Spencer  Creek.  Funded  by  GARVEE.  Project  involves  bridge 

Tflftpn   Part  r\f  the  Qafo  anH  QniinH  RrirJno  Prnnram 
1  UOOU.  rail  Ul  Lilt;  Oalc  clIIU  OUUIIU  Dliuyti  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$386 

No 

Ralls 

EE 

1S2009U 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  J  to  Rte.  19.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$238 

No 

Ralls 

J 

1S2009T 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  EE  to  Rte.  154.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$414 

No 

Scotland 

136 

3B0801H 

2012 

Rehabilitate  bridge  on  Bus.  Rte.  136  over  abandoned  KCS  railroad.  Funded  by  GARVEE.  Project  involves 
bridge  L0130.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$270 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Scotland 

D 

3B0801J 

2010 

Rehabilitate  bridge  on  Rte.  D  over  North  Fork  Mid  Fabius  River.  Funded  by  GARVEE.  Project  involves  bridge 

INUM-DO.   rail  Ul  Lilt;  Oalc  allU  OUUIIU  Dliuyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$335 

No 

Shelby 

151 

1S3009B 

2009 
Amendment 

Thin  lift  overlay  from  Bus.  Rte.  36  to  Rte.  24.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,211 

No 

Various 

Various 

2S2009D 

2009 
Amendment 

Cold  in  place  recycling  in  Shelby  (Rtes.  J,  N)  Clark  (Rte.  H),  Marion  (Rtes.  K,  U),  Montgomery  (Rtes.  70  outer 

lUdU.  rr,  t-t-)-  MUUIalll  ^luc.  \J),  IVIUIIIUC  ^luG.  ^J).  VVUIr\  Will  Uc  OUMIfJlGlcU  do  lUMUb  ale  avalldUlG.  CZUUIIUIIIIU 

Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$3,216 

No 

Various 

Various 

3P1979 

2010 
Amendment 

Milling  rumble  strips  in  the  edgelines  of  various  major  routes  in  various  counties  in  District  3.  Funded  by  Open 

v_/Ui  iidii  ici  ruiiuo. 

Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$531 

No 

Various 

Various 

3P2179 

2010 

On-call  work  zone  law  enforcement  at  various  locations  in  northeast  Missouri. 
Reason(s): 

The  project  was  added  to  provide  for  safer  work  zones  in  District  3. 

$11 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Various 

Various 

3P2180 

2011 

Preventive  maintenance  of  various  bridges  in  northeast  Missouri. 
Reason(s): 

This  project  was  added  to  provide  preventative  bridge  maintenance  and  to  extend  the  life  of  bridges. 

$1,099 

No 

Various 

Various 

3P2191 

2010 

Payback  for  on-call  contract  for  guardrail  and  guardcable  repair  at  various  locations  in  northeast  Missouri, 

LI  CM  lol  Cl  1 II  iy  lUMUb  LU  UptrlcUIIILJ  ULIULJcl. 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects. 

$353 

No 

Warren 

47 

3P2167 

2014 

Bridge  replacement  over  Lake  Creek  0.1  mile  south  of  Rte.  94  south  junction.  Project  involves  bridge  K0094. 
Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$1,626 

No 

Warren 

70 

312175 

2012 

Pavement  treatments  on  eastbound  lanes  from  0.5  mile  west  of  Rte.  47  to  the  St.  Charles  County  line. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$4,065 

No 

Warren 

J 

1S2009S 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  47  to  the  Warren  County  line  in  Lincoln  County,  and  from  the  Lincoln  County  line  to 
I-70  north  outer  road  in  Warren  County.  "Economic  Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$640 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Warren 

TT 

1S2009X 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  T  to  Rte.  94.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$198 

No 

Cass 

2 

1S3009E 

2009 
Amendment 

Thin  lift  overlay  from  Commercial  St.  to  Rte.  ZZ.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$883 

No 

Cass 

2 

4B0802B 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  2  over  Grand  River,  on  Rte.  O  over  Grand  River  and  Poney  Creek.  Funded  by 

P APWPP     Prnio^t  in\/r\l\/oc  hriHnoc  A1           M0.777  anH  &Cl&0~7   Part  nf  tho  Qafo  anH  Qni  inH  RriHno  Prnnram 
UnnVLL.    r  1  UJcOL  II  IVUIVco  Ul  luy  cb  n  loy  1  ,  IMU  /  /  /  allU  nUDc  /  .  rail  Ul  lllfci  Odlc  dl  IU  OUUI IU  PllUyc  r  IUy  1  al  1 1 . 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,946 

No 

Cass 

7 

4B0801 1 

2013 

Bridge  rehabilitation  on  Rte.  7  north  of  227th  Street  in  Cass  County,  Rte.  69  over  Branch  Williams  Creek  in 

PlavPnnntv  ft  Rtp  M  nvpr  Hnnpv  Prppk  in  Hpnrv  Pm  intu  Fi  inrlprl  h\/ P  ARVFF  RriHnpQ  POQRR  lOT^I 
oidy  ouuiuy,  cx  n lc .  ivi  uvci  n ui  icy  oi cci\  iii  n ci ii y  uuu 1 1 ly .  i  u i iucu  uy  unnvcc  di luy co,  ousod ,  juoo  i , 

S0880.  Part  of  the  Safe  and  Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1 ,694 

No 

Cass 

71 

4P1989 

2013 

Conversion  to  Interstate  standards  at  various  locations  in  Cass  County. 
Reason(s): 

The  project  was  added  to  improve  capacity. 

$12,060 

No 

9/29/2009 


MoDOT 


Page  26  of  1 08 


Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Cass 

B 

4B0802C 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  B  over  Knob  Creek.  Funded  by  GARVEE.  Project  involves  bridge  T0649.  Part  of 

Lllc  Odlc  dl  1U  OUUIIU  Dliuyu  r  ruyidlll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$633 

No 

Cass 

W 

4B0802E 

2012 

Bridge  rehabilitation  on  Rte.  W  over  Grand  River,  on  Rte.  Z  over  Clear  Creek  and  Rte.  O  over  Owens  Creek. 

Fi  inHpH  h\/  CnARVFF    Prnipr-t  in\/nl\/PQ  hrirlnpQ  MOfi^y  M  04.fi  ^  and  VOfM^t  Pnrt  nf  thp  ^pfp  anrl  ^ni  inH  Rrirlnp 
rui  lucu  uy          v  r_r_.   riujcoi  n  ivuivtio  ui  iuyco  imuoo  / ,  inuh-oo,  diiu  tuo/o.  rail  ui  li  it?  oaic  diiu  ouuiiu  di  iulj  t; 

Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,126 

No 

Clay 

1 

4P2266 

2010 
Amendment 

ADA  Sidewalk  improvements  from  Vivion  Road  to  72nd  Street.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,738 

No 

Clay 

10 

4B0801J 

2010 

Bridge  rehabilitation  on  Rte.  10  over  Rte.  69  in  Clay  County  and  over  Fishing  River  in  Ray  County.  Funded  by 

f^ARVFF    Prniprt  in\/nl\/pQ  hrirlnpQ  1  fiR^R  anH  f^OPRH    P^rt  nf  thp  ^pfp  nnrl  <^ni  inn1  Rrirlnp  Prnnram 
unnvcc.    riujcul  llivuivco  UI  luycb  LUJOJ  dl  IU                   rail  UI  11  Ic  Oalc  al  IU  OUUIIU  Dl  luyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,361 

No 

Clay 

169 

4P2253 

2010 
Amendment 

Roadway  improvements  from  1-29  to  Englewood  Road  in  the  city  of  Kansas  City.  Funding  from 
unprogrammed  SFY  2009  district  balance. 

Reason(s): 

The  project  was  added  to  improve  road. 

$880 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Clay 

169 

4P2265 

2010 
Amendment 

ADA  Sidewalk  improvements  from  Rte.  92  to  Rte.  KK.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,738 

No 

Clay 

269 

4U1303E 

2010 
Amendment 

Bridge  repairs  on  the  Chouteau  Bridge.  Funding  from  unobligated  Federal  Earmark  balance. 
Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$2,078 

Yes 

Clay 

283 

4P2282 

2010 

Let  By  Others 

Payment  to  the  City  of  Kansas  City  for  improvements  to  the  North  Oak  Corridor.  SAFETEA-LU  earmark 
Reason(s): 

The  project  was  added  to  allow  payback  for  an  earmark  project  that  provides  safety  improvements  for  the 
North  Oak  Corridor  in  Kansas  City. 

$400 

No 

Clay 

35 

4I2270 

2010 

Repair  slides  at  two  locations  between  southbound  Pleasant  Valley  Road  and  I-435. 
Reason(s): 

The  project  was  added  due  to  emergency  repairs. 

$536 

No 

Clay 

69 

1S3009F 

2009 
Amendment 

Thin  lift  overlay  from  the  Clinton  County  line  to  Rte.  92.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$366 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Clay 

9 

4S1921 

2010 

Rehabilitate  Heart  of  America  bridge  structure  over  the  Missouri  River,  including  addition  of  a  bicycle  & 

puUfcJbLMcliI  laulllly.  ^DalallUc  Ul  (JIUJcOL  Uclliy  lUMUcU  Uy  UUIci  bUUIOco,  lULal  [JlUJfcJOL  OUolb  ale  <p/.  I  IIMIIIUIIJ 

*Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$7,860 

No 

Clay 

92 

4B0801M 

2011 

Bridge  rehabilitation  on  Rte.  92  over  First  Creek  in  Clay  County  and  Rte.  B  over  Platte  River  in  Platte  County. 

Fi  inHpH  h\/  f^ARV/FF    Prnipr-t  in\/nl\/pQ  hrirlriPQ  IOQ9'3  anrJ  YOAOA     Part  nf  thp  ^^ifp  nnrl        inH  Rrirlnp 

nUI  IUcU  Uy  unn  V  CC    r  I  UJoOL  II IVUI Vtio  Ul  lUy  t?o  JUC/tO  al  IU  AUtU  I  .    rail  Ul  Lilt?  OaltJ  al  IU  OUUIIU  Dl  IUU,C 

Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,020 

No 

Henry 

52 

1S3009G 

2009 
Amendment 

Thin  lift  overlay  from  the  St.  Clair  County  line  to  Rte.  13.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$913 

No 

Henry 

7 

4B0801 H 

2010 
Amendment 

Bridge  rehabilitation  on  Rte.  7  over  Deer  Creek,  Fields  Creek  overflow,  Fields  Creek,  Big  Creek  overflow,  and 

Rin  Rivpr  Fi  inrlpn1  hv  f^ARVFF    Prniprt  im/nk/PQ  hrirlnpQ  A1  fifi^  A^fiQR  A^fiQQ  A^ft^P  and  A^7DP  Part  nf 
D  iy  nivcl.  iUI  IUCU  uy         n  V  c  HZ .    n  UJGUl  1 1  IVUI  V  Co  Ul  IULJ Co  Ml  Duo .  nODSO,  MOUoo,  nooo^  al  IU  MO  /  KJc. .  r  dl  I  Ul 

the  Safe  and  Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$7,356 

No 

Henry 

C 

4B0801 K 

2011 

Bridge  rehabilitation  on  Rte.  C  over  Barker  Creek  and  Rte.  Z  over  Big  Otter  Creek.  Funded  by  GARVEE. 
Project  involves  bridges  A3881  and  A3695.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,211 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Henry 

K 

4B0801 L 

2011 

Bridge  rehabilitation  on  Rte.  K  over  South  Grand  River,  Rte.  N  over  Big  Cr.,  Rte.  O  over  Honey  Cr.  in  Henry 

Pr\nntv  anH  Rto   R  n\/fsr  Rin  Pr  in   Inhncnn  Pnnnt\/  Fiinrt&rl  h\/  fiARWFF    RriHnoc  K07Q9   Pn7Q^   An°£7  anrl 
OUUIIiy  culU  rue.  P  Uvc[  Ply  Ol.  Ill  JUIIIIbUII  OUUIIiy.  rUIIUcU  Uy  UnnVCC.    Dliuytib  XWJIuc.,  rU/iJO,  r\U£o/  al  IU 

N0963.  Part  of  SAS  Bridge. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$4,630 

No 

Henry 

N 

4B0801G 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  N  over  Honey  Creek.  Funded  by  GARVEE.  Project  involves  bridges  R0506.  Part 

<JI  Lilt?  Odlc  dl  IU  OUUI  IU  Di  luye  riuyiaiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$603 

No 

Jackson 

150 

4B0802G 

2011 

Bridge  rehabilitation  on  Rte.  150  over  East  Branch  Big  Creek  and  Rte.  7  over  Big  Rock  Creek.  Funded  by 

fiiRVFF     Prnieir't  in\/nl\/oc  hriHnoc  AOOC^O  anrl  &OAA~7     Part  nf  tho  Qafo  anrl  Qni  inH  RriHno  Prnnram 
UnnVCC.    r  1  UJcL.1  II  IVUIVco  Ul  luy  Gb  rt££D£  al  IU  rt^^f^t  /.    rail  Ul  lilt?  Oalc  al  IU  OUU I  IU  Dl  luy  G  r  luy  I  al  1 1. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,266 

No 

Jackson 

150 

4U1130D 

2010 
Amendment 

Widen  from  two  lanes  to  four  lanes  from  Horridge  Road  to  Rte.  291.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$18,435 

No 

Jackson 

435 

4I1597B 

2010 

Utility  relocation  at  Rte.  40/I-435.  Let  in  combination  with  411597. 
Reason(s): 

The  project  was  added  to  relocate  utilites  in  advance  of  construction  and  due  to  splitting  projects. 

$725 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Jackson 

435 

4Q1769B 

2010 

Intelligent  Transportation  System  (ITS)  expansion  of  ramp  meters  along  I-435  from  State  Line  Road  to 

IVIal  IOI  Icolcl/  IUOIU  Ollccl. 

Reason(s): 

The  project  was  added  due  to  Intelligent  Transportation  System  operations  and  due  to  splitting  projects. 

$252 

No 

Jackson 

470 

4Q1769C 

2010 

Intelligent  Transportation  System  (ITS)  expansion  of  dynamic  message  sign  boards  and  cameras  along  I-470 

from  Ra\/tn\/i/n  RnaH  to  Rt^  40  nnrl  cilono  Rto        from  I-A70  to  ^rrl  Qtr&ot 
iiuiii  nayiuwii  nuau  lu  rut;.  ct\j  a\  iu  diuny  nit;,  ou  iiuiii  i         iu  oiu  olicul. 

Reason(s): 

The  project  was  added  due  to  Intelligent  Transportation  System  operations  and  due  to  splitting  projects. 

$1,037 

No 

Jackson 

50 

4P2211 

2010 

Complete  diamond  interchange  at  Bynum  Rd.  (Balance  of  project  being  funded  by  other  sources;  total  project 

UUblo  die  3>/       1 1  IIIIIUi  1 J      C_UUI IUI 1  NO  rifcJUUVcl  y  r  I  UJcOl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$7,939 

No 

Jackson 

7 

4S1842 

2010 
Amendment 

Right  of  way  for  resurfacing  and  shoulder  treatments  from  Rte.  24  to  Pink  Hill  Road  in  Independence. 
Reason(s): 

To  allow  timely  acquisition  of  right  of  way  for  previously  programmed  construction  project. 

$3,624 

No 

Jackson 

7 

4S1962 

2010 
Amendment 

Construction  of  shoulder  from  Colbern  Road  to  Rte.  50  near  the  City  of  Lake  Lotowana  and  right  of  way  for 
construction  of  turn  lanes. 

Reason(s): 

To  allow  timely  acquisition  of  right  of  way  for  previously  programmed  construction  project. 

$3,855 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Jackson 

70 

4I1790B 

2011 

Rehabilitate  westbound  bridges  from  Troost  to  eastern  junction  of  Rte.  40  in  cities  of  Kansas  City  and 

IllUcfJCIIUfcJIIOc. 

Reason(s): 

The  project  was  added  to  improve  the  bridge  condition  and  due  to  splitting  projects. 

$9,944 

No 

Jackson 

70 

4I2259 

2012 

Pavement  and  shoulder  treatments  from  I-670  to  I-435  within  the  limits  of  Kansas  City. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$9,869 

No 

Jackson 

71 

4B0802D 

2013 

Bridge  rehabilitation  on  Rte.  71  in  Grandview  City.  Funded  by  GARVEE.  Project  involves  bridge  H0595.  Part 

Ul  lilt;  Oalc  al IU  OUUIIU  Dliuyc  r  lUyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$619 

No 

Jackson 

71 

4Q1769D 

2010 

Intelligent  Transportation  System  (ITS)  expansion  from  I-70  to  Rte.  7. 
Reason(s): 

The  project  was  added  due  to  Intelligent  Transportation  System  operations  and  due  to  splitting  projects. 

$1,255 

No 

Jackson 

Blue  Ridge 
Blvd./350 

4B0802H 

2012 

Bridge  rehabilitation  on  Blue  Ridge  Blvd.  over  Rte.  350.  Funded  by  GARVEE.  Project  involves  bridge  L0126. 
Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,757 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Jackson 

Troost  Ave. 

400048 

2010 

Let  By  Others 

Replace  bridge  over  Brush  Creek.  To  be  awarded  by  Kansas  City.  State  ARRA  funds-$5M,  MARC  ARRA 

lUIIUo  4>OIVI,  [\al  lado  wily  IUI  IUo  4>  1  £.£UOIVI.    1  ULal  OUoL  $£0.£UOIVI,  UUbl  IcMctLb  IVIULJW  1   allU  IVIMriO  o  SNdlc 

"Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$13,000 

No 

Jackson 

W 

4B0802F 

2010 

Bridge  rehabilitation  on  Rte.  W  over  Union  Pacific  railroad.  Funded  by  GARVEE.  Project  involves  twin 

hriHnoc  A9^^0   Proioot  to  ho  lot  in  r,nmhin3tir\n  \n/ith  AR0ftPl9F  Part  nf  tho  Qafo  onrl  Qminrl  RriHno  Prnnram 
UIIULJtrb  ntOJU.  rlUJfcJUl  LU  Uc  ItJL  III  UUM  IUII  IcUIUI  1  Willi  tDUOUtr.  rail  Ul  Lilt?  Oalc  al  IU  OUUIIU  Dl  lULjfc:  r  lUyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,541 

No 

Jackson 

W 

4P2272 

2010 

Bridge  improvements  over  Blue  River.  Project  involves  bridge  A2351 .  Project  will  be  let  in  combination  with 
Reason(s): 

This  project  was  added  to  provide  preventative  bridge  maintenance  and  to  extend  the  life  of  bridges. 

$2,374 

No 

Johnson 

13 

4P1138E 

2010 

Construction  of  drainage  structures  for  connection  of  Rte.  50  interchange  to  Veteran's  Road. 
Reason(s): 

The  project  was  added  due  to  splitting  projects  for  two-lane  roadway  relocation. 

$509 

Yes 

Johnson 

13 

4P1138F 

2010 

Grading  and  paving  for  connection  from  Rte.  50  interchange  to  Veteran's  Road. 
Reason(s): 

The  project  was  added  due  to  splitting  projects  for  two-lane  roadway  relocation. 

$767 

Yes 

9/29/2009 


MoDOT 


Page  33  of  1 08 


Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Johnson 

13 

4P2184 

2011 

Pavement  improvements  from  Bus.  50  to  Rte.  DD  in  the  City  of  Warrensburg. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$596 

No 

Johnson 

131 

3S2009H 

2009 
Amendment 

Pavement  improvements  from  Rte.  50  to  Rte.  2.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,740 

No 

Johnson 

50 

4P1973B 

2009 

Resurfacing  and  shoulders  treatments  on  eastbound  lanes  from  Jackson  County  line  to  Rte.  HH. 
Reason(s): 

The  project  was  added  due  to  splitting  projects  and  due  to  deteriorating  pavement  conditions. 

$7,104 

No 

Johnson 

OO 

4B0801 F 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  OO  over  Honey  Creek  and  Rte.  ZZ  over  Panther  Creek.  Funded  by  GARVEE. 

Proiopt  in\/nl\/^c  hrirlnoc  MOftfi^  anrl  Mfm^9   Part  r\f  tho  Qafa  anH  Qr\\  inrl  Rririno  Prnnram 
r  lUJtJOl  lllVUIVco  Ul  lULjteJo  IMUODJ  dl  IU  INUJJt.  rail  Ul  Lilt?  Octlt?  al  IU  OUUIIU  Dl  lULJc  riULJIdlll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,105 

No 

Lafayette 

13 

4B0801N 

2010 

Bridge  rehabilitation  on  Rte.  13  over  Davis  Creek,  on  Rte.  24  over  Big  Sni-A-Bar  Creek  and  Little  Sni-A-Bar 
Creek,  and  Rte.  O  over  KCS  Railroad.  Funded  by  GARVEE.  Bridges  G0818,  L0597,  L0610,  and  A0660.  Part 
of  the  Safe  and  Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$4,310 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Lafayette 

13 

4P2172 

2011 

Pavement  improvements  from  Rte.  24  to  the  limits  of  the  City  of  Lexington. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$173 

No 

Lafayette 

13 

4P2172B 

2011 

Pavement  improvements  from  the  limits  of  the  City  of  Lexington  to  1 .3  miles  east  of  Rte.  E. 
Reason(s): 

The  project  was  added  due  to  splitting  projects  to  provide  preventive  maintenance  and  to  extend  life  of  the 
pavement. 

$280 

No 

Lafayette 

13 

4P2258 

2010 

Bridge  Repair  over  I-70.  Project  involves  bridge  A4599. 
Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$263 

No 

Lafayette 

70 

412261 

2009 
Amendment 

Pavement  improvements  on  the  eastbound  and  westbound  lanes  from  the  Jackson  County  line  to  Johnson 

LMIVti  III  Lllc  ^ILy  Ul  UUccoa.     CUUI  IUM  ML-  nc^UvfcJI  y  r  lUJcOl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$8,348 

No 

Lafayette 

FF 

1S3009H 

2009 
Amendment 

Thin  lift  overlay  from  Gillespie  Drive  to  Rte.  O.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$747 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Platte 

273 

3S2009F 

2009 
Amendment 

Pavement  improvements  on  Rte.  273  from  Rte.  JJ  to  I-29  and  Spur  92  from  Rte.  273  to  Rte.  92.  "Economic 

ncOUVCly  rlUJcOl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,255 

No 

Platte 

45 

1S3009C 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  273  to  Spur  45  south.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$718 

No 

Platte 

45 

4P2148 

2010 

Replace  bridge  and  approach  over  the  BNSF  Railroad  near  latan.  Project  involves  bridge  K0698.  Cost  share 

pi  UJcOl  Will  I  r\al  Ibab  Oily  rUWcl  Ot  LILjl  1 1.  IVIUUU  I  b  pUI  HUM  Ul  II  Ifci  piUJcOl  lb  a  LU  Lai  Ul  tye-,£-0  I  ,OU£  IUI  *r  r  c.  I  HOD. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$4,699 

No 

Platte 

45 

4P2148B 

2009 
Amendment 

Improvements  to  the  bridge  and  approach  over  Bear  Creek  near  latan.  Project  involves  bridge  K0491 .  Cost 

charo  nrniort  with  Bernese  f**it\/  Pnvw^r  &  1  inht 
olldlt?  (JlUJtJUl  Willi  T\a\  lodo  OILy  rUVVcl  Oi  LiyilL. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$1 ,402 

No 

Platte 

45 

4P2148Z 

2011 

Payback  from  the  Cost  Share  program  to  KCPL  for  acceleration  of  4P2148  and  4P2148B. 
Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  project. 

$2,221 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Platte 

635 

412271 

2012 

Rehabilitate  bridge  over  Union  Pacific  Railroad  and  Missouri  River.  KDOT  to  reimburse  50%  of  costs. 

IMVUIVcbUMUycMIOUU.    rlUJcOllclalcb  IU  *+l£U  I  ^t. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$2,346 

No 

Platte 

635 

4P1772 

2009 
Amendment 

Repair  slide  0.5  mile  north  of  High  Drive  in  Riverside. 
Reason(s): 

The  project  was  added  to  prevent  damage  to  the  roadway. 

$836 

No 

Platte 

9 

4U1192 

2010 
Amendment 

Replace  bridge  over  White  Aloe  Branch  0.2  mile  south  of  Rte.  FF.  Suballocated  MARC  ARRA  providing 

fll  1  r\E*  C\C\r\  qhH  £^QQ  nnn  r"\r/-\\/i/Ha/H  \r\\i  /-\thor  cni  irf^flc     C^f\ci  chorQ  m/ith  tha  Pitw        PorLwilla    Prz-iia/^t  inwnK/QC 
*p  I  UO,UUU  dllU  4>OiJy  ,UUU  pi  UVIUcU  Uy  Ull  let  SUUI  Ofcrb .    OUbl  b[  lal  G  Willi  lilt;  Oily  Ul  rdl  IWIIIU.  r  I  UJcUl  II  IVUIVGb 

bridge  F0151 .  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill  and  added  to  implement  a  cost 
share/cost  participation  project. 

$904 

No 

Platte 

92 

4P1925B 

2009 

Resurfacing  and  shoulder  treatments  from  Bethel  Road  to  0.4  mile  east  of  Winan  Road.  Project  is  within 

limitQ  nf  MARP  MPO 
lllllllb  Ul  Ivlnno  IVIr  w. 

Reason(s): 

The  project  was  added  due  to  splitting  projects  to  differentiate  between  urban  and  rural  funding. 

$497 

No 

Platte 

92 

4P1972 

2010 

Payment  to  City  of  Platte  City  for  geometric  improvements  at  the  intersections  of  Marshall  and  Hampton 
Roads.  Cost  share  project  with  Platte  City.  MoDOT  will  pay  50%  up  to  a  maximum  of  $385,1 00. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$388 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Platte 

92 

4P2176 

2009 
Amendment 

Pavement  improvements  from  Hampton  Lane  to  east  of  I-29  near  Platte  City.  Funding  from  delay  of  project 

tr  is/0  lu  on  iu. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$488 

No 

Platte 

H 

4B0801C 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  H  over  I-29.  Funded  by  GARVEE.  Project  involves  bridge  A103.  Part  of  the 

Odlc  al  IU  OUUIIU  di  luyt;  riuyicmi. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,198 

No 

Platte 

N 

4S1951 

2010 

Let  By  Others 

Payment  to  City  of  Platte  City  for  roadway  improvements  from  Rte.  92  to  the  southern  city  limits  of  Platte  City. 

OUbl  bl let! c  pi  UJcOl  WILD  rldllc  Oily.    \\i\\JU<J  \  will  pay  JU  10  up  IU  a  1 1  laAII  1 1UI 1 1  Ul       /  J,UUu. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$776 

No 

Platte 

V 

4B0801B 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  CC  over  Clear  Creek  and  Jordan  bridge  on  Rte  V.  Funded  by  GARVEE.  Project 

in\/nl\/oc  hriHn&c  MO"71  "\  anrt  MO"71  1     Part  nf  tho  Qafo  anrl        inH  RriHno  Prnnram 

II  IVUI  V  tio  Ul  lULjteJb  INU  I  I  O  al  IU  INU  I  I  I.    rail  Ul  II  Iti  Oa  It?  al  IU  OUUIIU  di  iuyc  F  I  ULJ I  dl  II . 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$873 

No 

Ray 

10 

4P2173 

2011 

Pavement  improvements  from  just  east  of  Route  C  to  Route  13. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$968 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Ray 

210 

4P2284 

2012 

Pavement  improvements  from  Rte.  O  near  Orrick  to  Rte.  10  just  west  of  Richmond. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$1,768 

No 

Ray 

C 

1S3009D 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  U  to  Rte.  10.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$314 

No 

Ray 

EE 

4S2248 

2009 
Amendment 

Replace  bridge  over  the  Burlington  Northern  Santa  Fe  (BNSF)  Railroad  0.1  mile  north  of  Route  210.  $350,000 

frnm  RMQF  Railmarl 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$863 

No 

Ray 

H 

4B0801 E 

2009 
Amendment 

Bridge  rehabilitation  on  Rte  H  over  Willow  Creek  and  Rte  E  over  Platte  River.  Funded  by  GARVEE.  Project 

IllVUIvtio  Ul  lUy  fc?o  r\\JOC.O  dllU   1  UJ  /  J.  rail  Ul  Lilt?  Oalc  allU  OUUI  IU  Dl  lULj  t?  r   1  ULJ 1  cx\  II . 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,025 

No 

Ray 

M 

1S3009I 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  C  to  Rte.  10.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$350 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Various 

Various 

2121 62F 

2010 

On-call  interstate  asphalt  repair  at  various  locations  in  District  4. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Various 

Various 

2121 62G 

2010 

On-call  interstate  concrete  pavement  repair  at  various  locations  in  District  4. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Various 

Various 

4P1979 

2010 

Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  rural  District  4.  Funded  by  MoDOT  operations. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$199 

No 

Various 

Various 

4P1979B 

2010 

Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  urban  District  4.  Funded  by  MoDOT 

U|Jtrl  cUIUI  lo. 

Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$441 

No 

Various 

Various 

4P2270 

2010 

On-call  workzone  enforcement  in  the  rural  District  4  area. 
Reason(s): 

The  project  was  added  to  provide  for  safer  work  zones  in  District  4. 

$7 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Various 

Various 

4P2271 

2010 

On-call  workzone  enforcement  in  the  District  4  urban  area. 
Reason(s): 

The  project  was  added  to  provide  for  safer  work  zones  in  District  4. 

$181 

No 

Various 

Various 

4P2273 

2010 

Pavement  repair  on  major  routes  at  various  locations  in  the  urban  District  4  area. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$569 

No 

Various 

Various 

4P2283 

2010 

Pavement  treatments  on  various  routes  in  the  urban  area. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$3,216 

No 

Various 

Various 

4Q2268 

2014 

Motorist  assist  operations  and  staff  in  District  4  for  SFY  2014.  These  funds  will  be  transferred  to  the  District 

wpcidLiuiio  uuuyci. 

Reason(s): 

The  project  was  added  due  to  motorist  assist  operations. 

$1,750 

No 

Various 

Various 

4Q2269 

2014 

SFY  201 4  ITS  operations  at  various  locations  in  Jackson,  Platte,  Clay  and  Cass  Counties.  $1 .71 0  million 
funded  from  KDOT. 

Reason(s): 

The  project  was  added  due  to  Intelligent  Transportation  Systems. 

$4,328 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
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RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Benton 

65 

5P0889 

2009 
Amendment 

Bridge  deck  rehabilitation  over  Osage  River  just  south  of  Warsaw.  Involves  bridge  A3021 .  'Economic 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,091 

No 

Benton 

65 

5P0892C 

2010 

Grading,  drainage,  paving  and  right  of  way  acquisition  from  0.3  mile  north  of  Lincoln  to  0.6  mile  south  of 

I  inpnln  nosr  Rto  I— I 
i— ii  iuuii  i  i  itJcu  nic  n. 

Reason(s): 

The  project  was  added  to  improve  capacity  and  due  to  splitting  projects. 

$7,037 

Yes 

Benton 

65 

5P0892D 

2010 

Demolition  of  various  structures  from  south  of  the  Rte.  52  (Cole  Camp  Jet.)  to  Warsaw.  Project  does  not 

IiUjIUUc  Ucl  MUM IIUI 1  Will  MM  LMc  vvlLy  Ul  L.IMOUIII. 

Reason(s): 

The  project  was  added  to  prepare  roadway  for  construction  (demolition  projects)  and  due  to  splitting  projects. 

$135 

Yes 

Benton 

7 

5P0866 

2009 
Amendment 

Rehabilitation  of  bridges  on  Rte.  83  over  Truman  Lake  near  Mockingbird  Road;  Rte.  65  over  the  Osage  River 

1  Icdl   VVcUodW,  dMU  nit?.  /  UVcl    1  lUllldll  l—dftc.  rlUJcUL  II  IVUIVco  UNUyco  nOHDJ  dl  IU    nOHOt.      rZOUMUl  1 IIL- 

Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$7,336 

No 

Benton 

83 

5P0888 

2009 
Amendment 

Rehabilitation  of  bridge  deck  over  Truman  Reservoir.  Project  involves  bridge  A3689.  'Economic  Recovery 
Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$3,675 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Boone 

124 

5B0801J 

2010 

Bridge  rehabilitation  on  Rte.  124  over  Perche  Creek  and  Rte.  NN  over  Perche  Creek.  Funded  by  GARVEE. 

riUJcOl  lllvuivcb  Uliuycb  LUiiUU  al IU  nuuw.   rail  UI  Lilt;  Oalc  aliu  OUUIIU  Dliuyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,200 

No 

Boone 

40 

5B0801I 

2010 

Bridge  rehabilitation  on  Rte.  40  over  1-70.  Funded  by  GARVEE.  Project  involves  bridge  A0172.  Part  of  the 

Oalt;  cUlU  OUUIIU  Dl  lUUfc?  riuyidiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,084 

No 

Boone 

63 

5P0806 

2010 

Let  By  Others 
Amendment 

Build  a  railroad  bridge  over  Rte.  63  north  of  Rte.  B  in  Columbia.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$8,467 

No 

Boone 

63 

5P0907Z 

2011 

Payment  to  City  of  Columbia  for  construction  of  the  interchange  at  Gans  Road  from  the  Cost  Share  Program. 

ntii ui iu  iu  ^iiy  ui  ouiui  i  iuid  iui  duvdi lutMiitJiuui  jrusu  / . 

Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  project. 

$971 

No 

Boone 

70 

5121 64B 

2012 

Pavement  treatment  on  the  westbound  lanes  from  the  Callaway  County  line  to  1 .0  mile  east  of  Lake  of  the 
Woods  interchange. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$686 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Boone 

70  OR 

1S3009N 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  63  Connector  to  Rte.  Z.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$314 

No 

Boone 

740 

5P2170 

2010 
Amendment 

Pavement  improvements  on  westbound  and  eastbound  lanes  from  Broadway  to  Rte.  63.  "Economic 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$3,921 

No 

Boone 

Sorrels 
Overpass 
Dr./70 

5B0801H 

2013 

Bridge  rehabilitation  on  Sorrels  Overpass  Drive  over  I-70.  Funded  by  GARVEE.  Project  involves  bridge 

Aft^CH     Part  r\f  tho  Qafo  2nH  Cni  inrl  RriH/io  Pi*/~i/"i cq m 
1  .  rail  Ul  11  Ic  Oalc  aliu  OUUIIU  D! luyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$462 

No 

Boone 

Z 

1S3009K 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  124  to  I-70.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$863 

No 

Callaway 

70 

2121 62J 

2010 

On-call  preventive  maintenance  and  pavement  repair  from  Rte.  YY  (Williamsburg  exit)  to  Rte.  T  in  Foristell. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Callaway 

70 

5121 68B 

2012 

Pavement  improvements  on  westbound  lanes  from  0.3  miles  east  of  Rte.  54  to  Boone  County  line. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$1,601 

No 

Callaway 

94 

5B0801M 

2011 

Bridge  rehabilitation  on  Rte.  94  over  Auxvasse  Creek.  Funded  by  GARVEE.  Project  involves  Bridge  A0989. 

Part  r\f  thp  Qofo  anrl  Qr\\  inH  RriHnp  Prnnram 
rail  <JI  Lilt;  Oalc  al  IU  OUUIIU  DIIULJc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$958 

No 

Callaway 

A 

5B0801L 

2010 

Bridge  rehabilitation  on  Rte.  Z  over  I-70.  Funded  by  GARVEE.  Project  involves  bridge  A0025.  Part  of  the 

Odlc  allU  OUUIIU  Dlluyc  riuyidin. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$707 

No 

Callaway 

D 

5B0801B 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  D  over  1-70,  on  Rte.  JJ  over  1-70,  Rte.  M  over  1-70,  and  Rte.  J  over  1-70.  Funded 

hv  C^ARVFF    Prniprt  in\/nl\/PQ  hrirlriPQ  A009R  1  1  ("100  1  00,4*3  AMR  1  0Q1 1    Pnrt  nf  thp  ^pfp  nnrl  ^ni  inH  Rrirlnp 

Uy  unnVLL.    rl  UJcUl  II I V  Ul  vco  Ul  lULjcb  nuUtO,  1—  1  UUUj  I—UIPH-O ,  r\\ \  LJ           1  1  .  rail  Ul  Lllc  Oalc  dl  IU  OUUIIU  D 1  IULJ  fc? 

Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,561 

No 

Callaway 

E 

5B0801E 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  E  at  Four  Mile  bridge,  Rte.  D  over  Moniteau  Creek,  and  Rte.  HH  over  Smith  Fork 
Creek.  Funded  by  GARVEE.  Project  involves  bridges  A1833,  N0447,  and  A1868.  Part  of  the  Safe  and  Sound 
Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,111 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Callaway 

OO 

5S2171 

2010 

Widen  to  3-lane  to  add  capacity  and  improve  safety  in  Holts  Summit.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$995 

No 

Camden 

5 

5P2159 

2010 
Amendment 

Widen  to  three  lanes  through  Sunrise  Beach.  (ARRA  funds  providing  $848  thousand,  $202  thousand  funded 

Uy  ULI  IfcM  bUUIOteJbj.     CUUIIUIIIIU  ncOUVcly  rlUJtJL/L 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$927 

No 

Camden 

54 

5P0932 

2011 

Intersection  improvements  at  Rte.  V  and  Lake  Road  54-68. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$1,317 

No 

Camden 

54 

5P2184 

2010 

Let  By  Others 

Payment  for  construction  of  sidewalks  on  Rte.  54  in  City  of  Osage  Beach.  Total  ARRA  funds  are  $260,900. 

Oily  Ul  O 'oaLJc  Dcdul  1  lo  (JIUJcL-L  o|JUIIoUI.       QUUI  IUI  MIL.  ncljUVciy  r  IU]tJL<l      C_l  II  IcM  IUcM  1  IcM  11 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$261 

No 

Camden 

D 

5P0347H 

2010 

Shoreline  stabilization  0.2  miles  north  of  Rte.  D  at  the  Lake  of  the  Ozarks  in  Ha  Ha  Tonka  State  Park.  This 
project  provides  compensation  for  shoreline  impacts  at  the  Lake  of  the  Ozarks  and  jurisdictional  pond 
impacts  associated  with  5P0347A,  B,  E  and  G. 
Reason(s): 

The  project  was  added  due  to  coordination  with  outside  agencies  and  due  to  splitting  projects.  This  project  will 
provide  shoreline  stabilization  to  meet  permit  requirements  projects. 

$81 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Camden 

Knob 
Hollow  Rd. 

0P0931G 

2010 

Modify  low  water  crossing  over  the  Little  Niangua  River  at  Bannister  Ford,  northwest  of  Route  N,  near  Macks 

V_/ifc;fc:r\.  rUI  bLlcdlll  llMULJctUUll  Ul  nlc.  D/  LUI I  lUUr  III  IVIdUlbUll,  VVayilfc;.  al  IU  DULIcM  UUU 1 1  Ufcib.    rUI  lUcU  Uy  UlblllOL 

10. 

Reason(s): 

This  project  was  added  to  meet  NEPA  mitigation  requirements  and  due  to  splitting  projects. 

$385 

Yes 

Cole 

17 

1S3009L 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  54  from  Brush  Creek.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$995 

No 

Cole 

50 

5P0819 

2010 

Geometric  improvements  at  Rte.  179  interchange  in  Jefferson  City.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$7,136 

No 

Cole 

C 

3S2009I 

2009 
Amendment 

Pavement  improvements  from  Rte.  AA  to  Rte.  52.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,635 

No 

Cole 

T 

5B0801K 

2013 

Bridge  rehabilitation  on  Rte.  T  over  Grays  Creek  in  Cole  County,  Rte.  M  over  Burris  Bridge  in  Miller  County, 
and  Rte.  J  over  Brushy  Creek  in  Morgan  County.  Funded  by  GARVEE.  Involves  bridges  A0774,  N0799,  and 
R0364.  Part  of  SAS  Bridge. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1 ,532 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Cooper 

179 

5B0801C 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  179  over  I-70,  on  Rte.  41  over  I-70  and  Rte.  5  over  I-70.  Funded  by  GARVEE. 

rlUJcOl  IllvUlvcb  Ul  IUy  Co  nUUUO,  LUiJ'+^f ,  aMU  nU  \  elH.  rctll  Ul  11  Ic  Oalc  ctllU  OUUIIU  Dl  IUL)C  r  I  UIJI  al  1 1. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,549 

No 

Cooper 

70 

2121 62H 

2010 

On-call  preventive  maintenance  and  pavement  repair  from  Rte.  F  near  Oak  Grove  to  Rte.  K  in  Cooper 

C*r\\  mtv 
uuui  uy . 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Cooper 

70 

2121621 

2010 

On-call  preventive  maintenance  and  pavement  repair  from  Rte.  K  to  Rte.  YY  (Williamsburg  exit)  in  Callaway 

OUUI  lly. 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Cooper 

70 

512166 

2009 
Amendment 

Installation  of  guardrail  protection  for  Dynamic  Message  Signs  (DMS)  at  various  locations  from  Jackson 

Pni  intv  tn  Wn  iron  Pni  int\/  Tn  ho  na  irl  f  nr  with  ^or*ti  nn  ~\  ^>A.  1  Orion  frintci  in  or  Xrn  ncf  c*r\  f  1 i  nrli  nn 
uuui uy  iu  vvai i ci i  ouui uy .  i  u  uc  fjaiu  iui  vvi li i  ocouui i  ioh-^wljciiouiilciiiici  iiaiioici^iuiiuiiiy. 

Reason(s): 

The  project  was  added  to  improve  safety  around  dynamic  message  signs. 

$179 

No 

Cooper 

BB 

5B0801 F 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  BB  at  the  Harlan  bridge,  and  Rte  F.  over  Sugar  Creek.  Funded  by  GARVEE. 
Project  involves  bridges  N0982  and  R0256.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,035 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Cooper 

M 

5B0801G 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  M  over  Chouteau  Creek.  Funded  by  GARVEE.  Project  involves  bridge  R0590. 

Part  /^f  tha  Qofo  anH          iri/H  RfiHc*a  PrnnrQin 
rail  Ul  lllfci  Octlc  al IU  OUUIIU  Diluyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$648 

No 

Maries 

28 

1S3009J 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  63  to  Dixon.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$954 

No 

Moniteau 

87 

1S3009M 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  O  to  Rte.  C.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$623 

No 

Morgan 

D 

5B0801 N 

2010 

Bridge  rehabilitation  on  Rte.  D  over  Richland  Creek.  Funded  by  GARVEE.  Project  involves  bridge  A1866. 

Part  r\f  tho  Qofo  anrt  Qr\\  inrl  Rrirlno  Prnnram 
rail  Ul  Lilt;  Oalc  dl  IU  OUUIIU  Dl  lULJc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$527 

No 

Pettis 

65 

5B0801O 

2010 

Bridge  rehabilitation  on  Rte.  65  over  Heaths  Creek  and  Cedar  Creek.  Project  funded  by  GARVEE.  Project 
involves  bridges  A2294  &  A081 2  (twin  bridges)  and  A081 1 .  Part  of  the  Safe  and  Sound  bridge  program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$3,092 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Pettis 

H 

5B0801 D 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  H  over  Muddy  Creek,  Rte.  E  over  Flat  Creek  and  Basin  Fork,  Rte.  Y  over  Muddy 

Pmeak  anrt  Rto  P  n\/fsr  Rrnch  ProeaU   Fi  inH^H  hw  PiARVFF    Prniort  in\/nl\/^c  hriHnoc  A07^9  Mn79^ 

P061 1  and  A3691  Part  of  SAS  Bridge. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$3,154 

No 

Pettis 

Y 

5S2178 

2010 

Intersection  improvements  at  Winchester  Road  in  Sedalia.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$437 

No 

Various 

Various 

5B0800 

2009 
Amendment 

Design-Build  Safe  and  Sound  Bridge  Project.  Includes  554  bridge  replacement  projects  around  the  state. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$495,500 

No 

Various 

Various 

5L1200 

2012 

Annual  resurfacing  of  various  minor  routes  across  the  district  in  the  Central  Missouri  Area. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$5,045 

No 

Various 

Various 

5L1300 

2013 

Annual  resurfacing  of  various  minor  routes  across  the  district  in  the  Central  Missouri  area. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$5,046 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Various 

Various 

5L1400 

2014 

Annual  resurfacing  of  various  minor  routes  across  the  district  in  the  Central  Missouri  area. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$5,047 

No 

Various 

Various 

502009 

2010 

Governor's  office  coordination  activities  for  Missouri  ARRA  transportation  funding. 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$42 

No 

Various 

Various 

5P1979 

2010 
Amendment 

Milling  and  rumble  strips  in  the  edgelines  of  various  major  routes  in  various  counties  in  District  5.  Funded  by 

r~^non  r^nnta i nac  f  i  inrtc 
wpcll  OUMlall  lei  lUIIUo. 

Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$409 

No 

Various 

Various 

5P1979B 

2010 

Milling  and  rumble  strips  in  the  edgelines  of  various  major  routes  within  the  urban  boundaries  of  the 

1 1  I  tal  ULJUI I  Lctl  1  \J\cX\  II  III  iy  Ul  LJdl  IIZ-dLIUI  lo  III  LJIolllL-L  O.    IllOIUUtrb  LJUILIUIIb  Ul  OUIti,  OdlldWdy  dl  IU  DUUIIC  OUUIIUco. 

Funded  by  Open  Container  Funds. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs  and  due  to  splitting  projects. 

$121 

No 

Franklin 

44 

6B0801E 

2010 

Bridge  rehabilitation  on  1-44  over  Rte.  O  Pin  Oak  Creek.  Funded  by  GARVEE.  Project  involves  bridges  L0866 
(East)  and  L0866  (West)  -  Twin  Bridges.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,640 

No 

9/29/2009 


MoDOT 
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RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Franklin 

44 

6I0735Z 

2012 

Payment  to  the  City  of  Pacific  from  the  Cost  Share  program  for  the  acceleration  of  6I0735D  interchange 

II 1  IfJI UVcIl Icl lib  al  IU  v-'oayc  Ollccl  L-aUaOliy  INipiuvclllclllo. 

Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  cost  share  project. 

$552 

Yes 

Franklin 

44 

612011 

2010 
Amendment 

Rebuild  pavement  from  Viaduct  Street  to  Route  100  West.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$28,111 

No 

Franklin 

44 

61201 1C 

2010 

Noise  abatement  associated  with  the  full-depth  pavement  replacement  on  e/w  bound  lanes  from  west  of 

VIctUUL-l  OlIccL  III  raL.HI1.  IU  rue.  \Jlr\l\  Waft  Olccft.     CL-LM 1UI 1  ML.  ricL-Uvciy  rlUJcL-l 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$629 

No 

Franklin 

44 

61201 7B 

2011 

Improve  roadway  surface  from  Rte.  50  to  Rte.  O/Pin  Oak  Creek. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$465 

No 

Franklin 

44 

9Q2165B 

2010 
Amendment 

Installation  of  MoDOT  furnished  video  equipment  along  1-44  in  St.  Louis  TMA  area.  Funded  by  MoDOT 
Central  Office  Traffic  Operations. 

Reason(s): 

This  project  was  added  to  provide  timely  information  to  travelers. 

$279 

No 

9/29/2009 


MoDOT 


Page  52  of  1 08 


Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Franklin 

44  OR 

6S2000 

2012 

Relocate  outer  road  from  0.2  mile  east  of  Rte.  AF  to  0.2  mile  east  of  Acid  Mine  Road.  Cost  share  with  the  City 

Ul  OUMIVclll.    IVIdAll  1 IU 1 1 1  UUbl  blldlfc!  lUMUo  tyt-.H-  /  D.  UUU. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$6,059 

No 

Franklin 

AT 

6B0801F 

2013 

Bridge  rehabilitation  on  Rte.  AT  over  Pin  Oak  Creek.  Funded  by  GARVEE.  Project  involves  bridge  H0205. 

Part  r\f  tho  Qafo  anH  Qr\\  inrl  Rrirlno  Prnnram 
rail  Ul  Lilt;  Oalc  al  IU  OUUIIU  Dliuyt;  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$621 

No 

Franklin 

C 

6B0801 L 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  C  over  Boeuf  Creek.  Funded  by  GARVEE.  Project  involves  bridge  A0273. 

A/^f*oloi*QtoH  fmm  9A"1  A        V    Poet  /-\f  tha  Qofa  anH  Qni  inH  RriH/io  P^nMni 
rtUOclcl dlfcru  Hum       1 U  Or  I  .  rail  Ul  lilt;  Oalc  al  IU  OUUIIU  Dl luyc  r  1  uyi  at II. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$983 

No 

Franklin 

PP 

6B0801C 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  PP  over  Hoosier  Creek.  Funded  by  GARVEE.  Project  involves  bridge  R0262. 

Part  r\f  tho  Qafo  cirir!  Qr\\  inrl  Rrirlno  Prnnram 
rail  Ul  lilt?  Oalc  al  IU  OUUIIU  Dl  lULJc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$419 

No 

Jefferson 

141 

6B0801I 

2011 

Bridge  rehabilitation  on  Rte.  141  over  Rte.  21.  Funded  by  GARVEE.  Project  involves  bridge  A2672.  Part  of 
the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$881 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Current  SFY 
Award  Date 


Description  of  Improvement  /  Location 


Estimate 


'92  Plan 


Jefferson 


30 


6B0801D 


2009 


Amendment 


Bridge  rehabilitation  on  Rte.  30  over  Dulin  Creek.  Funded  by  GARVEE.  Project  involves  bridge  A3046.  Part 
of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 


$767 


No 


Jefferson 


30 


6P2256D 


2009 


Signal  optimization  from  Summit  Road  to  Clerview  Drive.  Funded  with  CMAQ  funds. 


$45 


No 


Reason(s): 

The  project  was  added  due  to  splitting  projects. 


Jefferson 


55 


6B0801B 


2009 


Amendment 


Bridge  rehabilitation  on  I-55  over  Rte.  61  and  Isle  Dubois  Creek.  Funded  by  GARVEE.  Project  involves  north 
and  southbound  bridges  A2223,  A1991.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 


$2,199 


Jefferson 


55 


6B0801H 


2010 


Bridge  rehabilitation  on  I-55  over  Sunshine  Drive.  Funded  by  GARVEE.  Project  involves  bridge  A0504.  Part 
of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 


$2,668 


Jefferson 


55 


61101 0B 


2010 


Add  lanes  and  widen/replace  two  bridges  between  north  of  Rte.  M  and  north  of  Rte.  Z.  "Economic  Recovery 
Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 


$19,046 


9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Jefferson 

55 

61101 0D 

2010 

Interchange  improvements  at  Rte.  M.  Project  will  be  funded  with  earmark  MO006  of  $4,479,646.02  and  Motor 

Porrior  rirant  with  IWInnOT'c  r\r\rtinn  hoinn  Rfl°/>  nf  "fcRQfi  finfi  nr  'fcOQ1-;  HflH 

udi iici  oiaiii  wiui  \v\VLj<j  i  o  put uui i  ucii iy  ou/o  ui  \poyu,uuu  ui  <j>£;jo,uuu. 
Reason(s): 

This  project  was  added  to  reduce  congestion  at  the  interchange. 

$6,840 

Yes 

Jefferson 

61 

6S2262 

2012 
Amendment 

Relocate  Scenic  Drive  to  provide  two  lanes  in  each  direction  and  widen  McNutt  Street  (Rte.  61  Spur)  between 

Rt&  R1  /ft7  onrl  l-^^  f~*oct  chcir^  nrnior't  with  tho  fitv  r\f  I— l^rpi  ilanoi  im    K/ljwimi  im  met  chcir^  fi  inrlc  QA.  million 

file.  D  I  /  D  /   dllU  1  JO.  OUol  ol  Idl  C  UI  UJcUL  Willi  LI  I  fcr  Oily  UI  n  tr  1  UU  Idl  ItrU  1 1 1 .    IVIdAl  III  U  III  UUol  ol  Idl  t;  1  UI  lUo  vpH-  1 1 1 II II U 1  1 . 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$9,471 

No 

Jefferson 

B 

6L1100B 

2010 

Resurface  from  Rte.  30  to  Rte.  21 . 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement  and  due  to 
splitting  projects. 

$690 

No 

Jefferson 

EE 

6L1000B 

2010 

Resurface  from  Rte.  B  to  the  end  of  state  maintenance. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  to  extend  life  of  the  pavement  and  due  to  splitting 
projects. 

$174 

No 

Jefferson 

M 

6S2249 

2010 

Intersection  improvements  at  Rte.  M  and  Caitlin  Drive,  Rte.  141  at  Old  Missouri  State  Road  and  Rte.  30  at 
Main  Drive/Redwood  Drive. 

Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$243 

No 

9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Jefferson 

P 

6L1000C 

2011 

Resurface  from  Rte.  A  to  Rte.  110. 
Reason(s): 

The  project  was  added  due  to  emerging  maintenance  needs  and  due  to  splitting  projects. 

$696 

No 

Jefferson 

V 

6L1000D 

2010 

Resurface  from  Rte.  JJ  to  Rte.  E. 
Reason(s): 

The  project  was  added  due  to  emerging  maintenance  needs  and  due  to  splitting  projects. 

$643 

No 

Jefferson 

Various 

6P2261 

2010 

Provide  traffic  signal  interconnect  and  networking  system  on  Rte.  21  at  Rte.  B  and  Rte.  A,  Rte.  61/67  from 

Rto  fil  tn  Mm/ear  RnnH  and  Rtfa  7  frnm  1        tn  Rto  R1/£7  Mavimiim  PMAO  funHc    •fcft^ft  9fl0 
luc.  D  I   IU  Ivlcycl  nUdU  dl  IU  rue.  £-  IIUIII  IOO  IU  rue.  Ol/O/.  IVIaAII  I  lUI  1 1  OlvlrWoi  1  Ul  lUb  4>000,£UU. 

Reason(s): 

The  project  was  added  to  improve  traffic  flow. 

$1,035 

No 

Jefferson 

Y 

6B0801G 

2010 

Bridge  rehabilitation  on  Rte.  Y  over  Dry  Creek  and  Rte.  V  over  Joachim  Creek.  Funded  by  GARVEE.  Project 

MlVUIvtio  Ul  lULjteJb  ntJD3  dl  IU  t^c-c.!^.  rail  Ul  Lilt?  OdltJ  dl  IU  OUUIIU  Dl  lULjte!  r  lUUjdlll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,127 

No 

St.  Charles 

364 

6U1028Q 

2010 
Amendment 

Extend  Page  Ave.  from  0.6  mile  east  of  Central  School  Road  at  Woodstream  to  0.3  mile  west  of  Central 
School  Road.  'Economic  Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$26,713 

No 

9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

St.  Charles 

70 

6P2256F 

2009 

Signal  optimization  at  Bryan  Road  interchange  and  Lake  St.  Louis  Blvd.  Interchange.  Funded  with  CMAQ 
Funds. 

Reason(s): 

The  project  was  added  due  to  splitting  projects  and  to  improve  traffic  flow. 

$60 

No 

St.  Charles 

70 

6P2256G 

2009 

Signal  optimization  at  Mid  Rivers  Mall  Drive  interchange  and  Cave  Springs  interchange.  Funded  with  CMAQ 
Funds. 

Reason(s): 

The  project  was  added  due  to  splitting  projects  and  to  improve  traffic  flow. 

$36 

No 

St.  Charles 

94 

6P2260 

2010 

Provide  traffic  signal  interconnect  and  networking  system  Rte.  94  from  5th  Street  to  Kingshighway,  I-70  to 

R+o   IR^l  anH   lunnc  Qtatinn  RnaH  in  Rto   n   Mavimi  im  I — *  IV  >l  AO  f  i  inHc     "C1  RIAfinfl 
luc.  OD^t  al  IU  UUI  lyb  OlallUII  nUaU  IU  rue.  U.  IVIdAll  1 IUI 1 1  OIVIMVoi  IUIIU&     *p  1  ,0  l^fjUUU. 

Reason(s): 

The  project  was  added  to  improve  traffic  flow. 

$2,264 

No 

St.  Charles 

B 

6B0801J 

2011 

Bridge  rehabilitation  on  Rte.  B  over  Dardenne  Creek.  Funded  by  GARVEE.  Project  involves  bridge  A0873. 

Part  r\f  tho  Qofo  anrl  Qr\\  inrl  Rrirlno  Prnnram 
rail  Ui  Lilt;  Oalc  di  IU  ouuiiu  di  luytJ  riuyidiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$867 

No 

St.  Louis 

100 

6S2183 

2010 

Improve  signal  and  lighting  at  New  Ballwin  Road. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$296 

No 

9/29/2009 


MoDOT 
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Highway  and  Bridge  Construction  Schedule 
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(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Current  SFY 
Award  Date 


Description  of  Improvement  /  Location 


Estimate 


St.  Louis 


141 


6P2254 


2009 


Amendment 


Add  right  turn  lane  at  Centurion.  CMAQ  funds  providing  $47,000.  District  funds  providing  $12,000  by  delaying 
6S1908  to  SFY  2013.  Maximum  CMAQ  funds  $82,000. 

Reason(s): 

This  project  was  added  to  reduce  congestion  at  the  intersection. 


$70 


St.  Louis 


141 


6P2259 


2010 


Provide  traffic  signal  interconnect  and  networking  system  from  Gravois  Bluffs  Road  to  Arnold  Church  Road. 
Maximum  CMAQ  funds  -  $452,000. 

Reason(s): 

The  project  was  added  to  improve  traffic  flow. 


$747 


St.  Louis 


141 


6U0807 


2010 


Amendment 


Relocate  and  construct  Rte.  141  from  Rte.40  to  Rte.  340  (Olive  Blvd).  In  cooperation  with  St.  Louis  County, 
construct  Rte.  141  from  Rte.  340  (Olive  Blvd)  to  Rte.  364  (Page  Ave).  'Economic  Recovery  Project* 

Reason(s): 

This  project  made  possible  due  to  federal  economic  recovery  bill. 


$81,689 


St.  Louis 


141 


6U0807E 


2010 


Grading  for  utility  relocations  at  Rte.  340.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill  and  due  to  splitting  projects  for  the 
excavation  required  to  relocate  the  utilities. 


$441 


St.  Louis 


180 


6S2214 


2010 


Signal  and  lighting  reconstruction  at  Pennridge  Drive,  Hanley  Road,  McKibbon  Road. 


$637 


Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 


9/29/2009 


MoDOT 
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Route 
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Number 


Current  SFY 
Award  Date 


Description  of  Improvement  /  Location 


Estimate 


St.  Louis 


21 


6P2257 


2010 


Provide  traffic  signal  interconnect  and  networking  system  on  Rte.  21  from  Baptist  Church  Road  to  Rte.  141 , 
Rte.  61  from  I-55  to  Mehl  Avenue  and  Rte.  50  from  Rte.  61/67  to  Barracksview  Road.  Maximum  CMAQ 
funds  -  $972,000. 
Reason(s): 

The  project  was  added  to  improve  traffic  flow. 


$1,102 


St.  Louis 


231 


6P2256B 


2009 


Signal  optimizations  from  Sappington  Barracks  Roads  to  Becker  Road.  Funded  with  CMAQ  funds. 
Reason(s): 

The  project  was  added  to  improve  traffic  flow  and  due  to  splitting  projects. 


$48 


St.  Louis 


270 


6B0801K 


2012 


Bridge  rehabilitation  on  south  outer  road  I-270  over  Coldwater  Creek.  Funded  by  GARVEE.  Project  involves 
bridge  A021 0.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 


$478 


St.  Louis 


270 


6I2252 


2010 


Amendment 


Add  a  right  turn  lane  at  the  intersection  of  northbound  I-270  and  eastbound  Rte.  1 80.  Maximum  CMAQ 
funding  -  $253,600.  $131 ,000  funded  by  District  STIP  funds. 

Reason(s): 

The  project  was  added  to  improve  traffic  flow  and  safety  at  the  intersection. 


$451 


St.  Louis 


270  OR 


6S2182 


2010 


Safety  improvement  at  Clayton  Road. 


$135 


Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 


9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
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RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Current  SFY 
Award  Date 


Description  of  Improvement  /  Location 


Estimate 


St.  Louis 


40 


6P2147 


2009 


Amendment 


Construct  westbound  exit  ramp  and  eastbound  entrance  ramp  at  the  Spirit  of  St.  Louis  Boulevard.  Cost  share 
with  St.  Louis  County  ($227  plus  R/W),  City  of  Chesterfield  ($227  plus  R/W),  Developer  ($700)  and  MTFC 
loan($1 ,393)  to  county.  Payback  in  SFY  201 1 
Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 


$2,260 


St.  Louis 


40 


6P2147Z 


2011 


Amendment 


Payback  for  the  acceleration  of  6P2147.  From  cost  share  program  to  county  for  MTFC  loan.  Up  to  a 
maximum  of  $1 ,392,659  in  201 1 . 

Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  cost  share  project. 


$1,393 


St.  Louis 


44  OR 


6I2253 


2010 


Amendment 


Expand  existing  park  and  ride  facility  at  Rte.  141 .  Maximum  CMAQ  funds  $160,000.  $47,000  funded  by 
District  STIP  funds. 

Reason(s): 

The  project  was  added  to  improve  capacity. 


$260 


St.  Louis 


50 


6P2256C 


2009 


Signal  optimization  on  Rte.  50  from  Mueller  Court  to  Barrackview  Road  and  on  Rte.  61  from  Lindbergh  Blvd  to 
Butler  Hill  Road.  Funded  with  CMAQ  funds. 

Reason(s): 

The  project  was  added  to  improve  traffic  flow  and  due  to  splitting  projects. 


$52 


St.  Louis 


61 


6S2216 


2010 


Replace  lighting  facilities  at  Clayton  Road.  Funding  from  District  Operating  budget. 


$310 


Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 


9/29/2009 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

St.  Louis 

67 

6P2300 

2010 

Signal  and  lighting  facilities  at  the  intersection  with  Schuetz  and  Baur  Rd.  Funding  from  District  Operating 
uuuycL. 

Reason(s): 

The  project  was  added  to  improve  traffic  flow. 

$249 

No 

St.  Louis 

67 

6Q2037H 

2010 

Provide  ITS  devices  from  Rte.  267  to  the  Missouri  River. 
Reason(s): 

The  project  was  added  due  to  splitting  projects  to  improve  traffic  flow  on  another  route. 

$1,369 

No 

St.  Louis 

67&AC 

6P2283 

2010 
Amendment 

ADA  Sidewalk  improvements  on  Rte.  67  from  I-270  to  Old  St.  Charles  Rd.;  and  on  Rte.  AC  from  Rte.  67 

\\—\ 1 lUUfcil  y  1 1 J  LU  \  £.t\).    rZUUI  IUI 1 IIO  ncOUvcly  riUJcOl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,304 

No 

St.  Louis 

70 

6I2004 

2012 

Rehabilitate  bridge  at  Earth  City  Expressway.  Project  involves  bridge  A3207. 
Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$1,207 

No 

St.  Louis 

70 

6I2005 

2012 

Rehabilitate  bridge  on  the  westbound  Blanchette  bridge  over  the  Missouri  River.  Project  involves  bridge 
L0561. 

Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$67,734 

No 

9/29/2009 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

St.  Louis 

N 

6P2256E 

2009 

Signal  optimization  from  UMSL  to  Brotherton/Woodstock  and  from  Airport  Road-Herford  Ave.  to  Dunn  Road. 

Pi  inrlorl  \A/tth  PrflAH  fiinrlc 
nUIIUcU  Willi  OlVlrtVoi  lUIIUb. 

Reason(s): 

The  project  was  added  due  to  splitting  projects  and  to  improve  traffic  flow. 

$55 

No 

St.  Louis  City 

30 

6P2282 

2010 

Complete  signal  and  lighting  facility  reconstruction  with  new  ADA  facilities  at  Nebraska  Avenue. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$343 

No 

St.  Louis  City 

55 

6I1541C 

2010 

Replace  bridges  at  Delor  Street  and  Holly  Hills  Road  over  I-55.  Project  involves  bridges  A1081 R  and  A1078R. 
Reason(s): 

The  project  was  added  to  replace  bridges  and  due  to  splitting  projects. 

$3,533 

No 

St.  Louis  City 

55 

6P2256I 

2009 

Signsl  optimization  at  Arsenal,  Broadway,  and  Loughborough  interchanges.  Funded  with  CMAQ  funds. 
Reason(s): 

The  project  was  added  due  to  splitting  projects  and  to  improve  traffic  flow. 

$25 

No 

St.  Louis  City 

64 

611248 

2013 
Amendment 

Add  ramps  &  auxiliary  lanes  at  Tower  Grove  Ave,  replace  Newstead  Ave,  Tower  Grove  Ave  &  Taylor  Ave 
bridges  K0466,  K0465,  L0668  from  Kingshighway  Blvd  to  Boyle  Ave.  Cost  share  project  with  Washington 
University  Medical  Center.  $4  million  in  2012  &  2013. 
Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$16,582 

No 

9/29/2009 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

St.  Louis  City 

64 

6I2235 

2009 

Let  By  Others 
Amendment 

Purchase  and  install  signal  and  pedestrian  facilities  at  the  I-64  westbound  on-ramp  at  Broadway  Street.  Cost 

|Jdi  LIOIUaLIUi  1  |JI  UJcOL  UclWccI  1  OL.  LUUIb  Odl  Ull  Idlo  dl  1U  IVIUU^  1  .    \v\\JLJ\J  1  1 1  IdAll  1 1 U 1 1 1  lb  4)/  3,UUU.   Oily  IU  IcL 

project.  Cost  represents  MoDOT's  share. 
Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$90 

No 

St.  Louis  City 

70 

6I0984B 

2010 

Construct  new  Mississippi  River  Bridge  from  North  Broadway  to  the  Missouri  approach  of  the  Mississippi 

Rivpr  Prniprt  Ipt  hv  MnDDT  with  $91  ^  million  in  fi  inrlinn  frnm  IROT  a  ^AFFTFA-I  I  I  parmark  nf  million 

ril Vol  .  r  I  U]  fc?U  L  It;  L  Uy  I VI U  LJ\J  I    Willi  tyc.  IO  I  I  I II I  IU  I  I  III  I  U I  IU  II  ILJ  1 1  U I  I  I  I  UU  1  ,  d  Onr  E_  1  r_n  LU  cdl  1 1  Idl  r\  U 1  \f>  1  O  1  1  1 1 1 1  IU  1  1 

for  Missouri  and  a  GARVEE  loan. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$19,409 

No 

St.  Louis  City 

70 

6I0984C 

2010 

Construct  new  Mississippi  River  Bridge  from  the  Mississippi  River  to  Rte.  3  in  Illinois  (Illinois  approach). 

Prniort  lot  hw  MnnOT  with  <£°1'3  million  in  fiinHinn  frnm  IROT  a  ^AFFTFA  I  I  I  oarmark  nf  <£7C1  millinn  fnr 
r  I  UJcOl  I  t?L  Uy  IVIU  U  {J  I   Wl  LI  I  4>£  IO  1 1 IIIIIUI I  III  I U I IUII  ILJ  IIUIII  IUU  I  ,  d  OnrC  I  Cn  LU  cdl  1 1  lal  t\  Ul  *p  1  D  1 1  IIIIIUI  1  IUI 

Missouri  and  a  GARVEE  loan. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$66,482 

No 

St.  Louis  City 

70 

6U1086C 

2011 

New  bridge  over  1-70  at  Cass  Avenue  and  pavement,  drainage,  signals,  and  lighting  at  Broadway  and  Cass 

A\/om  ip  i ntprcpr^ti r\n   1  n\/n K/oc  hrirlnp  &f\A.9£\    Pmippt  f 1 1 nrlorl  with  n  fnARVFF  lr\n  n 
nvcl  lUc  1 1 1  Id  ocOLIUI  1 .  IllVUIVfcJo  UIIULjt;  nOHtD.    r  lUJfcJol  IUIIUcU  VVILM  d  unnVLr.  lUdll- 

Reason(s): 

The  project  was  added  due  to  splitting  projects  to  accomodate  phased  construction  at  the  Missouri 
interchange. 

$18,795 

Yes 

St.  Louis  City 

70 

6U1086D 

2010 

Demolition  contract  for  the  Mississippi  River  Bridge  projects  from  the  new  MRB  to  1-70  west  and  to  St.  Louis 
City  at  Cass  Avenue.  Funding  from  a  GARVEE  loan. 

Reason(s): 

The  project  was  added  to  prepare  roadway  for  construction  (demolition  projects)  and  due  to  splitting  projects. 

$1 ,894 

Yes 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

St.  Louis  City 

St.  Louis 
Regional 
Port 

6W0001 

2010 

Municipal  dock  improvements.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$400 

No 

St.  Lou  is 

55 

6P2256H 

2009 

Signal  optimization  at  Bayless  Avenue,  Butler  Hill  Road,  and  Reavis  Barracks  Roads  interchanges.  Funded 

with  PMAO  Fi  inHQ 

Willi  V^/IVIrtVj(  PUIIUO. 

Reason(s): 

The  project  was  added  due  to  splitting  projects  and  to  improve  traffic  flow. 

$26 

No 

Various 

Various 

2121 62K 

2010 

On-call  interstate  concrete  pavement  repair  at  various  locations  in  St.  Louis  metro  area. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Various 

Various 

2121 62L 

2010 

On-call  interstate  asphalt  pavement  repair  at  various  locations  in  Franklin  and  Jefferson  Counties. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Various 

Various 

2121 62M 

2010 

On-call  interstate  asphalt  pavement  repair  at  various  locations  in  St.  Charles  and  St.  Louis  Counties  and  St. 
Louis  City. 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

9/29/2009 


MoDOT 
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Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Current  SFY 
Award  Date 


Description  of  Improvement  /  Location 


Estimate       '92  Plan 


Various 


Various 


6121 23B 


2010 


Asphalt  shoulder  repair  on  various  major  routes  in  District  6. 
Reason(s): 

The  project  was  added  due  to  splitting  projects  to  provide  preventive  maintenance  and  to  extend  life  of  the 
pavement. 


$335 


Various 


Various 


6P1979 


2010 


Milling  rumble  strips  in  the  edgeline  on  various  major  routes  in  District  6.  Funded  by  MoDOT  Operations. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 


$439 


Various 


Various 


6P2256 


2010 


Amendment 


Signal  optimizations  in  St.  Louis,  St.  Charles  and  Jefferson  Counties. 
Maximum  CMAQ  funds  -  $279,000. 

Reason(s): 

The  project  was  added  to  improve  traffic  flow. 


$19 


Various 


Various 


6P2258 


2010 


Provide  traffic  signal  interconnect  and  networking  system  Rte.  67  from  Rte.  94  to  Rte.  367,  Rte.  AC  from 
Hazelwood  Central  to  Rte.  67  and  Rte.  367  from  I-270  to  Jennings  Station  Road.  Maximum  CMAQ  funds  ■ 
$1.7  million. 
Reason(s): 

The  project  was  added  to  improve  traffic  flow. 


$2,486 


Various 


Various 


6P2293 


2010 


On  call  work  zone  enforcement  on  various  routes. 


$21 


Reason(s): 

The  project  was  added  to  provide  for  safer  work  zones  in  District  6. 


9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Barry 

37 

7P0859B 

2012 

Resurface  from  south  of  Rte.  60  to  the  Arkansas  state  line. 
Reason(s): 

The  project  was  added  to  improve  pavement  condition  on  a  major  route. 

$7,787 

No 

Barry 

86 

3S2009N 

2009 
Amendment 

Pavement,  shoulder  improvements  and  rumble  stripes  from  Rte.  F  to  2.9  miles  east  of  Rte.  H.  "Economic 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,530 

No 

Barton 

126 

7B0801S 

2011 

Bridge  rehabilitation  on  Rte.  126  over  north  Fork  Spring  River.  Funded  by  GARVEE.  Project  involves  bridge 

AC\~7^ir\     Part  nf  tho  Qafo  anH  Cm  inH  RriHno  Prnnram 
nu /  OU.   rail  Ul  lllfci  Oalc  aliu  OUUI IU  Dliuyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$603 

No 

Barton 

71 

7B0801K 

2011 

Bridge  rehabilitation  on  Rte.  71  over  BNSF  and  MNA  Railroads.  Funded  by  GARVEE.  Project  involves 

hrirlnpQ  A°7D1  &  AfififiR  Part  nf  thn  ^afo  nnrl  ^ni  inn1  RriHnp  Prnnrnm 
uiiuyco  rt£/U  1  <x  nUDOO.  rail  ui  uic  oaic  ai IU  OUUIIU  Dl  luyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$3,269 

No 

Barton 

71 

7P0589 

2009 
Amendment 

Convert  at-grade  intersection  at  Rte.  126  to  an  interchange  as  part  of  the  upgrade  to  I-49.  "Economic 
Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$6,740 

No 

9/29/2009 
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Route 
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Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Barton 

71 

7P0797C 

2009 
Amendment 

Convert  at-grade  intersections  at  Rtes.  DD  and  EE  interchanges  as  part  of  the  upgrade  to  I-49.  'Economic 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$6,490 

No 

Barton 

71 

7P0797D 

2009 
Amendment 

Convert  at-grade  intersections  at  Rtes.  V  and  C  to  interchanges  as  part  of  the  upgrade  to  I-49.  "Economic 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$5,706 

No 

Barton 

71 

7P0824H 

2010 

Resurface  disconnected  sections  of  southbound  lanes  from  2.7  miles  south  of  Rte.  126  to  Rte.  96. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  and  due  to  splitting  projects. 

$5,895 

No 

Bates 

52 

1S3009O 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  BB  to  1 .6  miles  east  of  Rte.  W.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$293 

No 

Bates 

71 

7B0801H 

2011 

Bridge  rehabilitation  on  Rte.  71  over  Miami  Creek  and  over  Rte.  52  Funded  by  GARVEE.  Project  involves 
bridges  A1 1 06  and  A1 995.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$5,102 

No 

9/29/2009 
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Route 
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Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Bates 

71 

7P0590 

2009 
Amendment 

Convert  at-grade  intersection  at  Rte.  52  (south)  to  interchange  as  part  of  the  upgrade  to  I-49.  "Economic 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$7,868 

No 

Bates 

71 

7P2165 

2009 
Amendment 

Resurface  disconnected  sections  of  northbound  lanes  from  Rte.  18  to  Rtes.  A/B.  Funding  from 

u i     uy  i di i ii i it;u  on  t  tuuc?  uioli  101  udidi  lot?. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$3,721 

No 

Bates 

D 

7B0801B 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  D  over  Stewart  Creek  and  Ladies  Bridge  on  Rte.  M.  Funded  by  GARVEE. 

r  [UJcOl  lllvuivcb  Uliuycb  rUDOi  al  IU  MOO  l*f.  rail  Ul  lllc  Oalc  allU  OUUIIU  DIIUUc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$809 

No 

Bates 

N 

7B0801 R 

2011 

Bridge  rehabilitation  on  Rte.  N  over  Double  Branch  Creek.  Project  funded  by  GARVEE.  Project  involves 

KriHno                Part  nf  th^  Qafa  anrl        inH  RriHno  Prrinram 
UMUyc  nUtUJ,  rail  Ul  LI  It;  Oalc  al  IU  OUUIIU  Diiuyt?  riuyiaiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$516 

No 

Dade 

245 

7S0789 

2010 

Rehabilitate  bridge  over  Stockton  Lake  0.1  mile  south  of  Cedar  County  line.  Project  involves  bridge  A2084. 
Project  funded  by  FHWA  FY  2009  Highway  Bridge  Program. 

Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$6,696 

No 

9/29/2009 
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Current  SFY 
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Estimate 

'92  Plan 

Dade 

N 

7B0801 E 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  N  over  Muddy  Creek  and  Rte  O  in  Jasper  County  on  Buck  bridge.  Funded  by 

A P\/PP     Prniort  iminluoc  hriHno  RfT59^  anH  Tft77R   Part  nf  tho  Qafo  anr]  Qniinrt  RriHno  Prnnram 
UnnVCC.    r  I  UJcOl  IIIVUIVco  Ul  luy  G  nUOcj  allU  1  U  /  /  O.  rail  Ul  11  Ic  Oalc  al  !U  OUUIIu  Dl  luy  G  r  I  uy  I  al  1 1. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,364 

No 

Dade 

U 

7B0801M 

2010 

Bridge  rehabilitation  on  Rte.  U  over  Big  Sac  River.  Project  funded  by  GARVEE.  Project  involves  bridge 

ROzlQI    Part  nf  th^  Qafa  anH        mrl  Rrirlno  Prnnrsm 
liU'+c?  I.  rail  Ul  LlltrOalfcJallU  OUU I  IU  Dl  iuy  t?  rl  ULJ !  a  1 1 1. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$754 

No 

Dade 

Z 

7B0801 D 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  Z  over  Limestone  Creek  and  Glass  Hollow  bridge  and  Rte.  B  at  Campbell  bridge. 

Fi  inHpn1  hv  RARVFF    Prniort  in\/nl\/pc  hrirlnoc  ROCft^   Rfl^Q^  anH  Rfl9ft4   Part  nf  tho  Qafia  anrl  Qni  inn1  RriHno 
runucu  uy  unnvcc.  riujcui  iiivuivcb  uiiuycb  nutoo,  nuoyo  aiiu  nuio4.  rail  ui  uic  oaic  aiiu  ouuiiu  Diiuye 

Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,848 

No 

Jasper 

171 

7B0801N 

2011 

Bridge  rehabilitation  on  Rte.  171  over  MNA  Railroad.  Project  funded  by  GARVEE.  Project  involves  bridge 

I  09Q0  Part  nf  thp  <^afp  nnrl  ^ni  inn1  RriHnp  Prnnmm 
lu^su.  rail  ui  uic  oaic  aiiu  ouuiiu  Diiuyc  r  luyiain. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,061 

No 

Jasper 

249 

7P2158 

2009 
Amendment 

Acquire  right  of  way  for  repair  of  slides  from  17th  Street  to  Zora  Street. 
Reason(s): 

This  project  was  added  to  prevent  encroachment  upon  adjacent  landowners. 

$42 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Jasper 

71 

7P0824G 

2010 

Resurface  disconnected  sections  of  northbound  lanes  from  1 .8  miles  north  of  Rte.  160  to  0.6  mile  south  of 

luG.  r\  III  Jdbpfcrl  OUUIIly. 

Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement  and  due  to 
splitting  projects. 

$5,224 

No 

Jasper 

71 

7P0824I 

2010 

Resurface  disconnected  sections  of  southbound  and  northbound  lanes  from  Rte.  96  to  0.3  mile  south  of  I-44. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement  and  due  to 
splitting  projects. 

$3,536 

No 

Jasper 

BB 

7B0801O 

2010 

Bridge  rehabilitation  on  Rte.  BB  over  Deer  Creek.  Project  funded  by  GARVEE.  Project  involves  bridge 

AlftAR   Part  nf  tho  Qafo  anrl  Qniinrl  RriHno  Prnnram 
M  1  OOJ.  rail  Ul  11  Ic  Oalc  allU  OUUIIU  Dl luyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$358 

No 

Jasper 

FF 

7S0770 

2009 
Amendment 

Intersection  improvements  at  Main  Street  in  Joplin.  Cost-share  project  with  the  City  of  Joplin.  City  of 

Irvnlin  n3\/inn  for  initial  nrniopt  onctc  uwith  roimhi  ircpmDnt  K\/  Mr^nOT  r\r*r*i  irrinn  in  PV  5010 

UUfJI  1 1  I  [Jdy  II  ILJ  I  Ul  MMUctl  pi  UJ  t?L-  L  L>Uo  Lb .  Willi  IcIIIIUUIbclllcllL  Uy  IVIU  U  W  I    UL-OU  I  I  1 1  IL)  III  r  1   L.U  1  U. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$1,801 

No 

Jasper 

FF 

7S0770Z 

2010 
Amendment 

Payback  to  the  City  of  Joplin  from  the  Cost  Share  program  for  the  acceleration  of  7S0770. 
Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  cost  share  project. 

$995 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Jasper 

FF 

7S2161 

2009 
Amendment 

Construct  turn  lanes  and  improved  geometries  at  the  intersection  of  Rte.  FF  and  Prigmor  Avenue  and  widen 

D+d          +1"*  infli  iHq  o  fflntor  t\nn"i  tnrQw  loft  ti  i  rr\  1  o  n  0  from  1  IC1  "71  tr>  Prinmni'  A\/am  1  a    *  t      no  m  i  r~  Pci^n\/Qr\/ 
lufc;.  rr  LU  IMOIUUfcr  d  UtHlltH  IWU  Way  lfc.IL  IUIII  let  lit?  liUIII  UO  /  1  IU  r  liyillU!  MvfcMlUt;.    Cfc>Ul  IUI 1  NO  ritJUUVfciiy 

Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,285 

No 

Jasper 

FF 

7U0605B 

2009 
Amendment 

Construct  turn  lanes  and  improved  geometries  at  the  intersection  of  Rte.  FF  and  Prigmor  Avenue  and  widen 

rue.  rr  lu  ll  ioi  uutr  a  ucl  lie  I  iwu  way  Icll  lUlll  lal  It?  liuill  UO  /  I  IU  r  I  ly  I 1  IUI  nvctiuc.  riujcoilclalco  lu  /  Oti  l  o  l 

"Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,235 

No 

Jasper 

JJ 

1S3009V 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  Z  to  Rte.  P.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$332 

No 

Jasper 

P 

1S3009U 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  J  to  Rte.  66.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$271 

No 

Lawrence 

39 

1S3009R 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  60  to  1 .5  miles  north  of  Rte.  248.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$752 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Lawrence 

39 

7P0852 

2009 
Amendment 

Intersection  improvements  at  Prospect  Street  in  Aurora.  City  funding  initial  project  costs  up  to  $236,510  and 

nictrift  7  f 1 1 n H i ri /"i  tho  cam o i n i r\i~i  ft *3ft  AQC\    \A/ith  roimhi  i rcflrnont        r^r\c:i  cho ra  nrrirt m  in  Q CV        A  O 

uioiiiui  /  iui  iuii  iy  Lilt;  ici  Mali  iii  iy  cpoo,i-+y  u .  wiui  it?niiuuibt;iiifc:iii  uy  uubi  bi  iai  t;  pi  uyi  di  1 1  hi  oft  c.\j  \  c.. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$357 

No 

Lawrence 

39 

7P0852Z 

2012 
Amendment 

Future  payback  from  the  cost  share  program  to  the  City  of  Aurora  ($82,510)  and  District  7  ($36,490)  for  the 
Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  cost  share  project. 

$119 

No 

Lawrence 

60 

7B0801P 

2011 

Bridge  rehabilitation  on  Rte.  60  over  Spring  River.  Funded  by  GARVEE.  Project  involves  bridge  A0871 .  Part 

Ul  lilt;  Oalc  al IU  OUUIIU  Dliuyc  r  lUyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,209 

No 

McDonald 

B 

7B0801Q 

2012 

Bridge  rehabilitation  on  Rte.  B  over  Buffalo  Creek.  Funded  by  GARVEE.  Project  involves  bridge  X0567.  Part 

ui  iiic  oaic  di iu  ouuiiu  di iuy t;  riuyiaiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$561 

No 

Newton 

43 

7S2148 

2009 
Amendment 

Intersection  improvements  at  Douglas  Fir  Road.  Cost-share  project  with  Joplin  Special  Road  District  (JSRD). 
JSRD  funding  acceleration  of  project,  with  MoDOT  reimbursement  of  50  percent  of  project  costs  up  to  a 
maximum  of  $297,000  in  SFY  201 2. 
Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$589 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Newton 

43 

7S2148Z 

2012 
Amendment 

Payback  for  intersection  improvements  at  Douglas  Fir  Road.  Cost-share  project  with  Joplin  Special  Road 

UlblllUl  \JOnUJ.    dOnU  IUMUIMU,  ctOUcIci  cUIUI  1  Ul  UlUJcOl,  Willi  IVIULJW  1   1  ell  1 IUUI  bfcil  1  Icl  11  Ul  D\J  [JclOclll  Ul  (JIUJcUl, 

with  MoDOT  reimbursement  in  SFY  2012. 
Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  cost  share  project. 

$297 

No 

Newton 

44 

2121 62N 

2010 

On-call  preventive  maintenance  and  pavement  repair  from  the  Oklahoma  state  line  to  Greene  County. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Newton 

44 

9Q2165D 

2010 
Amendment 

Installation  of  MoDOT  furnished  video  equipment  along  I-44  in  Newton  County.  Funded  by  MoDOT  Central 

i^IIIOc  dl  IU  LMoull.1  /    1  iaIIIU  i^UcI  dllUi  lb. 

Reason(s): 

The  project  was  added  to  provide  timely  information  to  travelers. 

$526 

No 

Newton 

60 

7P0849 

2009 
Amendment 

Construct  new  intersection  at  Howard  Bush  Drive  1  mile  east  of  Bus.  71  in  Neosho.  Cost-share  project  with 

Pit\/  nf  Mpfichn    •JlP'^n  000  frnm  MpnQhn  'flP'^O  OHO  frnm  rnQt  chnrp  with  a  mnYimnm  nf  $>9C\A.  000 

Oily  Ul  INtrUoilU.    vp^OU.UUU  llUIII  INcUbl  IU,  vp^JU.UUU  IIUIII  LUbl  olldlcr  Willi  d  1 1  IdAII  1 1 U 1 1 1  Ul  ^tOH-,UUU. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$528 

No 

Newton 

86 

3S2009M 

2009 
Amendment 

Pavement,  shoulder  improvements  and  rumble  stripes  from  Rte.  P  to  0.2  mile  west  of  Rte.  71.  "Economic 
Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,225 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Newton 

Various 

702164 

2009 
Amendment 

Construct  connections  to  new  Rte.  60  intersection  on  High  Street  and  Howard  Bush  Drive  in  Neosho.  Project 

to  h>o  lot  in  r*rtm oi nation  \iwith  7PftS3^Q     Droioot  fi  ir\Ho/H  anH  ^v>nctr  irtoH  h>\/  f^itv/  nf  Monohn 
IU  Uc  Icl  III  OUI 1 IUII  IcUIUI  1  WILII  /  r  UO^tS/.    rlUJcUl  lUIIUfcrU  al  IU  UUIIbllUOlcU  Uy  Oily  Ul  INcUbllU. 

Reason(s): 

This  project  was  added  to  improve  an  intersection  in  conjunction  with  a  cost  share/cost  participation  project. 

$170 

No 

Newton 

W 

7B0801C 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  W  over  Shoal  Creek  and  Rte.  O  over  Turnback  Creek.  Funded  by  GARVEE. 

r  1  UJtJOl  II  IVUIVtio  Ul  lUyco  LUOtO  ell  IU  nU  IDO.  rail  Ul  lilt?  Oalc  al  IU  OUUIIU  D!  lUyt?  r  1  UU.I  al  1 1. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,156 

No 

St.  Clair 

13 

7P0824F 

2010 

Resurface  disconnected  sections  of  northbound  lanes  from  0.4  mile  south  of  Rte.  82  to  2  miles  south  of  Rte. 

i  ii  i 
uu. 

Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  due  to  splitting  projects. 

$2,426 

No 

St.  Clair 

13 

7P2163 

2010 

Rehabilitate  bridge  over  Osage  River/Truman  Lake  0.2  mile  south  of  Rte.  B.  Project  involves  bridge  A3648. 

Prniprt  fnnrlpd  hu  FHWA  FY  PHOQ  Hinhwpv  RriHnp  Prnnrnm 
r  iujcoi  iuiiucu  uy  rnvin  r  i  ^uuc/  niyiivvay  Diiuyc  r  luuidiii. 

Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$7,339 

No 

St.  Clair 

52 

1S3009P 

2009 
Amendment 

Thin  lift  overlay  from  1 .0  mile  west  of  Rte.  P  to  1 .8  miles  east  of  Rte.  A.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$256 

No 

9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

St.  Clair 

B 

7B0801G 

2010 
Amendment 

Bridge  rehabilitation  over  Monegaw  Creek  and  Little  Monegaw  Creek.  Funded  by  GARVEE.  Project  involves 

hriHnoc  A'^A'}  anH                 Part  nf  tho  Qafo  anH  Qni  inH  Rrirlno  Prnnram 
Ul  lUyco  nOD^fo  al  IU  r\o\J^£-.  rail  Ul  lllfci  Odlc  al  IU  OUUIIU  DllUyfci  rlUUIalll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,050 

No 

Various 

Various 

7P1979 

2010 

Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  District  7.  Funded  by  MoDOT  operations. 
Reason(s): 

The  project  was  added  to  improve  safety  on  major  routes. 

$268 

No 

Various 

Various 

7P2169 

2010 

On-call  repair  for  guardcable  and  guardrail  in  the  Southwest  Missouri  area.  Project  relates  to  7M0015  and 

/  IVIUU  I  D. 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects. 

$401 

No 

Various 

Various 

7P2170 

2010 

On-call  workzone  enforcement  in  the  Southwest  Missouri  area. 
Reason(s): 

The  project  was  added  to  provide  for  safer  work  zones  in  District  7. 

$11 

No 

Vernon 

54 

7P2159 

2009 
Amendment 

Signal  improvement  at  Bus.  71  (east)  in  Nevada.  Funded  with  transfer  from  District  Operating  Budget. 
Reason(s): 

This  project  was  added  to  replace  signal  equipment. 

$222 

No 

9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Vernon 

71 

7B0801I 

2011 

Bridge  rehabilitation  on  Rte.  71  over  MNA  Railroad.  Funded  by  GARVEE.  Project  involves  bridge  A1342. 

Part  r\f  tho  Qofo  onH        i  inH  RciHnQ  PrrAnrQm 
rail  Ul  Lllc  Oalc  al  IU  OUUlIU  Driuyti  r  lUyialM. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,404 

No 

Vernon 

71 

7B0801J 

2011 

Bridge  rehabilitation  on  Rte.  71  over  Little  Osage  River.  Funded  by  GARVEE.  Project  involves  bridges 

FflPPR  F09fi4.  anH  FflPfi^  Part  nf  thp  ^pfp  nnrl  ^ni  inrf  Rrirlnp  Prnnrnm 
rutoo,  rutot,  aiiu  rutoo.  rail  Ul  Lilt;  OaitJ  al  i<J  ouuiiu  Diiuytr  riuyiaiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,815 

No 

Vernon 

71 

7P0863 

2010 

Replace  barriers  south  of  Highland  Avenue  in  Nevada. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$687 

No 

Vernon 

BB 

1S3009T 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  54  to  Rte.  F.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$384 

No 

Vernon 

DD 

7B0801L 

2010 

Bridge  rehabilitation  on  Rte.  DD  over  Clear  Creek,  Rte.  F  over  Little  Drywood  Creek,  and  Rte.  H  over 
Marmaton  River.  Funded  by  GARVEE.  Project  involves  bridges  P0949,  R0229,  and  A1829.  Part  of  the  Safe 
and  Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,203 

No 

9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Vernon 

K 

1S3009Q 

2009 
Amendment 

Thin  lift  overlay  from  Bus.  71  to  County  Road  507.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$165 

No 

Vernon 

W 

1S3009S 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  54  to  .9  mile  north  of  Highland.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$138 

No 

Vernon 

WW 

7B0801 F 

2009 
Amendment 

Bridge  rehabilitation  on  Rte  WW  over  Townsend  Slough  bridge.  Funded  by  GARVEE.  Project  involves  bridge 

Part  nf  tho  Qafo  anrl  Qminrl  RriHno  Prnnram 
nu  IOO.  rail  Ul  11 1  c  Oalc  allU  OUUIIU  Dl luyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$549 

No 

Dallas 

65 

8P2215 

2010 

Add  center  turn  lane  for  1 .0  mile  north  of  Route  32.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1 ,298 

No 

Dallas 

73 

8S0853 

2009 
Amendment 

Construct  new  two-lane  roadway  for  Rte.  73  relocation  from  2.0  miles  north  of  Rte.  32  in  Buffalo  to  Rte.  65. 
Cost  Share  project  with  City  of  Buffalo  providing  $75,000  and  Dallas  County  providing  $270,000  and  Cost 
Share  program  providing  $528,000. 
Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$1,560 

No 

9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Greene 

125 

8B0802B 

2010 

Replace  bridge  on  Rte.  125  over  James  River.  Funded  by  GARVEE.  Project  involves  bridge  X0710.  Part  of 

Lilt;  Octlc  dl  1U  OUUIIU  Diiuyt?  r  lUyidlll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,725 

No 

Greene 

160 

8P2194 

2009 
Amendment 

Geometric  improvements  and  signal  at  Jackson  Street  in  Willard.  Cost  participation  project  with  the  City  of 

WillarH  WillnrH  R-9  ^rhnnl  nktrirt  anH  C^rp^^nt^  Pnnntv  'TUPR  d^Q  frnm  Will^rH    <Tl9QR  Rfi1  frnm  niQtrint 
v v 1 1 idi u ,  v v n i di u  n  t  oli iuui  u\ o li  iul  diiu  ui cci  ic  ouuiuy.  4>i Lj.toa  iiuiii  vvnidiu.  tyc. cj u .  jo  i  iiuiii  vj io li iu l. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$452 

No 

Greene 

266 

1S4009B 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  AB  to  Farm  Road  107  (ARRA  funds  providing  $90  thousand,  $26  thousand  funded 

uy  uuici  buuiocbj.    izoufiuiiiio  ncouvciy  riujcoi 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$129 

No 

Greene 

44 

212161 Y 

2009 

On-call  preventive  maintenance  and  pavement  repair  in  Greene  County. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$152 

No 

Greene 

44 

2121620 

2010 

On-call  preventive  maintenance  and  pavement  repair  in  Greene  County. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$152 

No 

9/29/2009 


MoDOT 
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Route 
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Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Greene 

44 

812172 

2010 

Bridge  improvements  on  interstate  bridges  over  Broadway,  Grant  and  National  streets  in  Springfield.  Involves 

hriHnoc  bClAAA   &C\AAR   ACiAAT  Tn  ho  lot  in  rnmhinatinn  u/ith  nrniontc  Pin7^A  anH  APHAfil  F 
Ul              MU'+^f^t,  MU^f^tO,  nUt4  /  .    1  U  Uc  Icl  III  OUI 1 IUII  IculUI  1  WILII  pi  UJcOlo  OIU  /  O^f  ctl  IU  OrUOO  1  n. 

Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$1,349 

No 

Greene 

44 

812198 

2012 

Pavement  treatment  from  Lawrence  County  to  the  Ozarks  Transportation  Organization  boundary  near  Rte. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$4,733 

No 

Greene 

44 

9Q2165C 

2010 
Amendment 

Installation  of  MoDOT  furnished  video  equipment  along  1-44  in  Greene  County.  This  project  is  fully  funded  by 

tho  Mrt r^ontral  Offi^o  Traffic  rinDrationc 
lllfci  \vW\J\J  1  OUIIllal  WIIIOc  1  lalllO  upclaLIUMb. 

Reason(s): 

This  project  was  added  to  provide  timely  information  to  travelers. 

$324 

No 

Greene 

60 

8P0791 

2010 
Amendment 

Interchange  improvements  at  James  River  Freeway  and  National  Avenue  in  Springfield.  (Suballocated  OTO 

ADDA  nrox/iHinn               millinn  fllfi  OAP\  million  hoinn  HiinH^H  Y\\i  r\th^rc^    *Frnnnmir  R&pn\/or\/  Prniopt* 
rtnnM  piuviuniy  <ph-.od3  iiiiiiium,  ^xj.cj-tO  i i immui i  uciny  uuiiucu  uy  uu icioj.     cuuiiuiiiio  ncL.uvciy  riujc^i 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill.  The  project  was  added  to  implement  a 
cost  share/cost  participation  project. 

$12,403 

No 

Greene 

65 

8P0605E 

2010 
Amendment 

Grading,  paving  to  add  lanes  for  divided  six-lanes  from  1-44  to  Bus.  Rte.  65  (Chestnut  Expressway)  in 
Springfield.  "Economic  Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$13,078 

No 

9/29/2009 
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County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Greene 

65 

8P2218 

2010 

Install  median  guard  cable  from  south  of  Rte.  60  (James  River  Freeway)  in  Springfield  to  the  Finley  River 

Ul  lUyc  III  \j£-CL\t\.   IU  Uc  fJdlU  Willi  ocUUUt  1   1  O^f  ^k-'UfcM  1  OUI  Hall  Icl    1  I  ctl  Ibl  CM  )  1  UMUII ILJ . 

Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$664 

No 

Greene 

65/44  LP 

8S2150 

2011 

Pedestrian  accommodations  on  Bus.  65/Loop  44  (Glenstone  Avenue).  Funded  by  Transportation 

L_l  II  ld.1  lUcI  1  Icl  1 L  lUMUb  dllUUctLtJU  Uy  Lilt;  WZ.dl  l\b    1  1  a\  IbUUI  IdLIUII  Ul  Udl  IlilcUlUI  1. 

Reason(s): 

The  project  was  added  due  to  pedestrian  accommodations  and  ADA  accessibility. 

$244 

No 

Greene 

AB 

1S4009C 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  160  to  Rte.  266.  (ARRA  providing  $362  thousand, 

$  1  D  LMUUbcUlU    UIIUcU  Uy  UlllfcM  bUUIOco^      [ZOUtlUIIMO  ricOUVcly  rlUJcOl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$408 

No 

Greene 

D 

8S2153 

2009 
Amendment 

Relocate  Bedford  Avenue  intersection  to  the  west  to  connect  with  Eastgate  Avenue  0.2  mile  east  of  Rte.  65  in 

OJJI  1 1  IUI ICIU.  vUol  \Ja\  Lllrl|JcLLIUI  1  [JIUJCUL  Willi  OLJI  1 1  ILj  1 1  trlU  . 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$537 

No 

Greene 

D 

8S2195 

2010 

Hydro  demolition  and  low  slump  overlay  on  bridges  over  the  BNSF  railway  and  Pearson  Creek  east  of 
Springfield. 

Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$1,059 

No 

9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Greene 

EE 

1S3009W 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  AB  to  Rte.  160.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$397 

No 

Greene 

H 

1S4009F 

2009 
Amendment 

Thin  lift  overlay  from  south  of  Rte.  KK  to  north  of  Valley  Water  Mill  Rd.  (ARRA 

LJIUVIUIML)  tyz.O'-T  UlUUodllU,  if  I  3D  LllUUbdllU  lUIIUteJU  Uy  UUItil  oUUH/COj     rZUU!  IUI  I  IIL<  ncljUvcly  rlUJcL-L 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$518 

No 

Greene 

UU 

8B0801D 

2010 

Bridge  rehabilitation  on  Rte.  UU  over  Clear  Creek.  Funded  by  GARVEE.  Project  involves  bridge  N0471.  Part 

Ul  lilt;  Oalc  al IU  OUUIIU  Dliuyc  r  lUyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$405 

No 

Laclede 

44 

8I2200 

2012 

Pavement  treatment  through  the  urban  limits  of  Lebanon. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$2,361 

No 

Laclede 

44 

8I2202 

2012 

Rehabilitate  pavement  on  the  westbound  lanes  between  the  Gasconade  River  and  Bear  Creek. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$977 

No 

9/29/2009 


MoDOT 
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Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Laclede 

A 

8B0801 E 

2010 

Bridge  rehabilitation  on  Rte.  A  over  I-44.  Funded  by  GARVEE.  Project  involves  bridge  A0599.  Part  of  the 
oaic  ai iu  ouunu  di luyt;  r luyidin. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$556 

No 

Polk 

215 

1S4009E 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  123  to  Rte.  13.  (ARRA  providing  $423  thousand, 

CplUU  LI  lUUodl  IU  I U I  lUtrU  Uy  ULI  lfc;i  bUUIUcb )     CUUI  IUI I IIU  ncLiUVcl  y  r  1  UJcL-l 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$564 

No 

Polk 

AA 

8B0801B 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  AA  over  Hominy  Creek  and  Rte.  32  over  the  Niangua  River.  Funded  by 

APVPP     Prninr't  in\/r\l\/oc  hriHnoc  A9Hnft  anH  1  fi'^Q   Part  nf  the  Qafo  anH  Qni  inH  Rrirlno  Prnnram 
UnnVCL.   riujcui  IIIVUIVco  Ul  luycb  nLUUO  al  IU  LU003.  rail  Ul  Lilt;  Oalc  allU  OUUIIU  Pliuyt;  r  luyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,201 

No 

Polk 

H 

3S2009O 

2009 
Amendment 

Pavement  and  shoulder  improvements  from  Rte.  32  to  Rte.  WW.  (ARRA 

piUVIUIIiy  tP^.UJ/   IIIIIMUII,  ip  /  Lll  IMUUoallU  IUIIUCU  Uy  ULIICI  oUUIUcoj.     LZUUIIUIMIU  ritrL-Uvciy  rlUJcL-L 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,973 

No 

Polk 

T 

8B0801C 

2011 

Bridge  rehabilitation  on  Rte.  T  over  Bear  Creek  and  Rte.  123  over  Little  Sac  River.  Funded  by  GARVEE. 
Project  involves  bridges  A2009  and  A2081 .  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,585 

No 

9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Stone 

265 

1S4009D 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  76  to  Rte.  165.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$364 

No 

Taney 

65 

8P0798B 

2009 
Amendment 

Demolish  structure(s)  on  existing  right-of-way  at  Rte.  248  interchange  in  Branson.  Funding  from 

Ul  IjJIULjlcllllll  lt?U  On  T  tUUJ  Uloll  IOI  Udldl  IOC 

Reason(s): 

The  project  was  added  to  demolish  structure  in  advance  of  construction. 

$50 

No 

Taney 

76 

8P0799 

2010 
Amendment 

Construct  roundabout  and  new  bridge  over  Lake  Taneycomo.  To  be  let  in  combination  with  8P0764. 

CUUMUIMILi  ntJOUVciy  rlUJoL-l  . 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$12,847 

No 

Taney 

76 

8P2216 

2010 

Pedestrian  accommodations  on  Rte.  76  in  Branson.  Funded  by  District  8  non-metropolitan  Transportation 

L_  1  II Idl  IUc  1  1  1 G 1  1 L  1  U  1  lUb . 

Reason(s): 

The  project  was  added  due  to  pedestrian  accommodations  and  ADA  accessibility. 

$265 

No 

Taney 

76 

8S2149 

2010 
Amendment 

ADA  Sidewalk  improvements  from  Roark  Valley  Road  to  Gretna  (Branson).  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,197 

No 

9/29/2009 


MoDOT 
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County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Taney 

BB 

8L1000B 

2010 

Thin  pavement  treatment  from  Bus.  65  in  Hollister  to  end  of  route. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  and  due  to  splitting  projects. 

$264 

No 

Taney 

F 

8L1000C 

2010 

Thin  pavement  treatment  from  east  of  Rte.  65  to  Rte.  1 60  near  Walnut  Shade. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  and  due  to  splitting  projects. 

$352 

No 

Various 

Various 

8P1979 

2010 

Milling  rumble  strips  in  the  edgeline  on  various  major  routes  in  rural  District  8.  Funded  by  MoDOT  Operations. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$676 

No 

Various 

Various 

8P1979B 

2010 

Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  urban  District  8.  Funded  by  MoDOT 

r~lno  ratify  nc 

W|Jcl  CLLIUI  lo. 

Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$234 

No 

Various 

Various 

8P2205 

2010 

Deck  repairs  on  various  bridges  throughout  the  Ozarks  Transportation  Organization  area. 
Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$1,016 

No 

9/29/2009 


MoDOT 
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Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Various 

Various 

8P2208 

2013 

SFY  2013  on-call  work  zone  enforcement  in  the  Ozarks  Transportation  Organization  area. 
Reason(s): 

The  project  was  added  to  provide  for  safer  work  zones  in  District  8. 

$39 

No 

Various 

Various 

8P2209 

2013 

SFY  2013  on-call  work  zone  enforcement  in  non-metropolitan  District  8. 
Reason(s): 

The  project  was  added  to  provide  for  safer  work  zones  in  District  8. 

$19 

No 

Various 

Various 

8P2210 

2014 

SFY  2014  on-call  work  zone  enforcement  in  the  Ozarks  Transportation  Organization  area. 
Reason(s): 

The  project  was  added  to  provide  for  safer  work  zones  in  District  8. 

$30 

No 

Various 

Various 

8P2211 

2014 

SFY  2014  on-call  work  zone  enforcement  in  non-metropolitan  District  8. 
Reason(s): 

The  project  was  added  to  provide  for  safer  work  zones  in  District  8. 

$20 

No 

Various 

Various 

8Q0830D 

2010 

Let  By  Others 

Installation  of  Phase  I  Intelligent  Transportation  System  on  various  Rtes.  in  the  Springfield  Area.  To  be  let  by 
City  of  Springfield.  Project  involves  Federal  ITS  projects  ITS-0329(801)  and  ITS-0429(801). 

Reason(s): 

The  project  was  added  due  to  splitting  projects  and  due  to  Intelligent  Transportation  System  operations. 

$888 

No 

9/29/2009 


MoDOT 


Page  85  of  1 08 


Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 
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Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Various 

Various 

8Q2212 

2014 

SFY  2014  operations  and  maintenance  of  OzarksTraffic  intelligent  transportation  system  throughout  the 

WZaifto  1  I  al  lopui  LclllUI  1  Wr  y  ct[  IIZcUIUII  Mica. 

Reason(s): 

The  project  was  added  due  to  Intelligent  Transportation  System  operations. 

$664 

No 

Webster 

44 

2121 62P 

2010 

On-call  preventive  maintenance  and  pavement  repair  in  Webster  and  Laclede  Counties. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$271 

No 

Webster 

60  OR 

8P2206 

2010 
Amendment 

Thin  pavement  treatment  on  Rte.  60  outer  roads,  Burlington  and  Blue  Bird  Lane,  3  miles  east  of  Fordland. 

rUIIUfcrU  Uy  LMoLMUl  O  1  lr  ILMIUb. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$110 

No 

Webster 

A 

8L1000D 

2010 

Thin  pavement  treatment  from  south  of  Rte.  38  in  Marshfield  to  Rte.  FF. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  and  due  to  splitting  projects. 

$498 

No 

Webster 

B 

1S3009Z 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  AD  to  Bus.  Rte.  60  (ARRA  providing  $220  thousand,  $64  thousand  funded  by  other 
sources).  'Economic  Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$308 

No 

9/29/2009 


MoDOT 
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Number 


Current  SFY 
Award  Date 


Description  of  Improvement  /  Location 


Estimate 


Webster 


1S3009Y 


2009 


Amendment 


Thin  lift  overlay  from  Rte.  60  to  south  of  railroad  (ARRA  providing  $47  thousand,  $32  thousand  funded  by 
other  sources).  'Economic  Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 


$87 


Webster 


PP 


1S3009X 


2009 


Amendment 


Thin  lift  overlay  from  Rte.  60  to  1 .0  mile  west  of  Rte.  FF.  (ARRA  providing  $69 
thousand,  $29  thousand  funded  by  other  sources).  "Economic  Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 


$108 


Carter 


60 


9S2194 


2010 


ADA  sidewalk  improvements  on  Bus.  60  from  Oliver  Street  to  Alexander  Street  in  Van  Buren,  MO.  "Economic 
Recovery  Project-Enhancement* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 


Carter 


9S2176 


2009 


Amendment 


Resurface  from  Rte.  60  to  Rte.  K  (ARRA  providing  $365  thousand  through  Forest  Highway  Funds,  $45 
thousand  funded  by  other  sources).  'Economic  Recovery  Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 


$435 


Crawford 


19 


9P2189 


2012 


Resurface  from  I-44  to  Rte.  PP. 


$638 


Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 


9/29/2009 


MoDOT 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Crawford 

44 

912168 

2009 
Amendment 

Pavement  rehabilitation  on  westbound  lanes  from  0.6  mile  west  of  Rte.  H  to  Phelps  County  line.  "Economic 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,030 

No 

Crawford 

M 

9B0801B 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  M  over  the  Meramec  River  and  Rte.  1 85  over  Indian  Creek.  Funded  by 

(nARVFF    Prniprt  in\/nk/pQ  hrirlriPQ             qnri  AOyfi1^  Part  nf  thp  ^afp  and  ^ni  inH  FtriHnp  Prnnrnm 

VJnn  vr_t_.    rlUJtJL-L  IllVUIvtio  Ul  IULJte!b  AU/  JO  CM  IU  nU/OO.  rail  Ul  lllti  Oalc  al  IU  OUUIIU  Dl  lULjfc?  r  lUyidlll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1 ,403 

No 

Dent 

19 

9P2172 

2009 
Amendment 

Asphalt  overlay  of  Rte.  19  (near  and  through  Salem)  from  Rte.  68  to  Rte.  B.  This  project  is  part  of  District's 

1 VII 1 1 U 1  nUdU  r  lUyialll  UllMZIMy  lUIIUo  IU  Uc  11  al IblCI IfciU  IIUIII  UlblllOL  v-'pcldllUllo  uuuytri. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$405 

No 

Howell 

17 

1S4009I 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  60  in  Mt.  View  to  Rte.  160.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1 ,083 

No 

Howell 

17 

9B0801C 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  17  over  the  Eleven  Point  River  and  the  Harrison  bridge  on  Rte.  O.  Funded  by 
GARVEE.  Project  involves  bridges  A0509  and  R0244.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,183 

No 

9/29/2009 
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County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Howell 

17 

9P2158B 

2011 

Resurface  from  Rte.  63  South  to  the  Arkansas  State  line. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  and  due  to  splitting  projects. 

$1,104 

No 

Howell 

60 

9P2185 

2010 

Resurface  from  0.1  mile  east  of  CRD  1550  to  Rte.  NN. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$923 

No 

Howell 

60 

9P2192 

2013 

Resurface  westbound  lanes  from  the  Rte.  60/Bus.  60  Ramp  to  the  Texas  County  line. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$2,607 

No 

Howell 

63 

9P2170 

2009 
Amendment 

Asphalt  overlay  of  Bus.  63  (Willow  Springs)  from  south  of  Rte.  60/63  North  to  north  of  Rte.  60/63  South.  This 

nroior*t  ic  nnrt  of  nictn'ot'c  Minor  Rono"  Prnnram  iitili7ino  fi  mHc  to  ho  trnncforroo1  from  nictriot  Onorcitionc 

[JiUJteJLiL  !o  fJctl  L  Ul  L-MbLI  IOL  b  IVIIIIUI   nUdU  riULJIdlll  U  U 1 1  *L  1 1  ILJ  lUMUb  LU  Uc  LI  cu  lb  I  tr  1  1  cU  IIUIII  UMbLIIUL  W|Jfc!l  cUIUI  lb 

budget. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$283 

No 

Howell 

63 

9P2177 

2012 

Capacity  improvements  to  complete  four-lane  undivided  roadway  from  Rte.  160  to  Bus.  63  South. 
Reason(s): 

The  project  was  added  to  improve  capacity. 

$7,369 

No 

9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Howell 

BUS  63 

9P2175 

2009 
Amendment 

Asphalt  mill  and  fill  from  Rte.  63  North  to  Broadway  in  West  Plains.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$539 

No 

Iron 

21 

9P2158D 

2011 

Resurface  from  Rte.  N  to  Rte.  E. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  and  due  to  splitting  projects. 

$2,717 

No 

Iron 

21 

9P2173 

2009 
Amendment 

Asphalt  overlay  of  Rte.  21  from  Rte.  E  to  Rte.  49.  This  project  is  part  of  District's  Minor  Road  Program  utilizing 

lUMUb  LU  (Jc  lldNblcHcU  IIUIII  UlbLMOl  wpcicHIUMb  UUULJfcrl. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$485 

No 

Iron 

221 

9B0801G 

2013 

Bridge  rehabilitation  over  Branch  Knob  Creek.  Funded  by  GARVEE.  Project  involves  bridge  P0457.  Part  of 

nit;  oaic  di iu  ouuiiu  Diiuyc  riuyidiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$619 

No 

Iron 

32 

9P2158C 

2011 

Resurface  from  Rte.  KK  to  Rte.  21 . 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition  and  due  to  splitting  projects. 

$1,696 

No 

9/29/2009 
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Highway  and  Bridge  Construction  Schedule 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Iron 

M 

9S2193 

2010 

ADA  sidewalk  improvements  on  Rte.  M  from  Shepherd  Mountain  Road  to  Burnett  Street  in  Ironton,  MO. 

rzouiiuniiu  ntJOUvciy  riujeoi  Luodi  rziniaiiociiiuiii 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$113 

No 

Iron/Reynolds 

KK/TT 

9S0609 

2009 
Amendment 

Asphalt  overlay  from  Rte.  32  to  Rte.  TT  (on  Rte.  KK)  and  from  Rte.  KK  to  Rte.  72  (on  Rte.  TT).  Funding  from 

ruicol  niyiivvdy  ruiiuniy. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$1 ,094 

No 

Oregon 

63 

9P2180 

2012 

Resurface  from  Rte.  19  South  to  the  Arkansas  state  line  (southbound  and  northbound  lanes). 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$1,687 

No 

Oregon 

E 

9B0801 F 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  E  over  Louse  Creek  and  Rte.  W  over  Brazil  Creek.  Funded  by  GARVEE.  Project 

in\/r\l\/oc  hrirlnoc  TOAQ"7  anrl  ROAAA   Part  nf  tho  ^nf^  anH  Qni  inrl  RriHn^  Prnnnm 
lllvUIVCo  Ul  lUytio  1  UtcJ/  dl  IU  nU^tf .  rail  Ul  LI  Iti  Oalc  dl  IU  OUUIIU  Dl  luytr  riuyidiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,154 

No 

Phelps 

44 

2121 62R 

2010 

On-call  pavement  repair  from  Rte.  63  in  Phelps  County  to  Rte.  30  in  Franklin  County. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

9/29/2009 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Phelps 

44 

912166 

2009 
Amendment 

Major  pavement  rehabilitation/reconstruction  on  westbound  lanes  from  Business  Loop  44  (Rolla)  to  Sugartree 

nUdU  II  llcl  Ol  1  dl  ly  c.    COUIIUIIMO  ncOUvfcJIy  rlUJcOl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$13,582 

No 

Phelps 

63 

9P2190 

2012 

Resurface  from  Maries  County  line  to  north  of  1-44. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$2,832 

No 

Phelps 

8 

9P2182 

2012 

Resurface  from  1-44  to  Rte.  68  in  St.  James. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$1,018 

No 

Phelps 

E 

9S2174 

2009 
Amendment 

Asphalt  overlay  on  Rte.  E  from  Rte.  HH  to  north  of  1-44  (Rolla).  This  project  is  part  of  District's  Minor  Road 

niuyidiii  u  liiiz.ii  iy  luiiub  lu  uc  li  en  ibi  tri  i  cu  iiuiii  L^ioUioL  wjjci  ctuui  lo  uuuyci. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$71 

No 

Phelps 

K 

9B0801D 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  K  over  Spring  Creek  and  Rte.  M  over  Corn  Creek.  Funded  by  GARVEE.  Project 
involves  bridges  A0524  and  A1879.  Part  of  the  Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,049 

No 

9/29/2009 


MoDOT 
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County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Phelps 

KK 

9S2191 

2010 

Resurface  from  Rte.  8  to  Rte.  ZZ. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$286 

No 

Pulaski 

17 

9P2169 

2009 
Amendment 

Asphalt  overlay  on  Rte.  17  from  north  of  Miller  County  Line  to  Bus.  Loop  44.  This  project  is  part  of  District's 

IVIIIIUI  nUdU  r  lUyidlll  U 11 II /Lilly  lUIIUo  IU  Ut?  11  dl  lol  t?l  1  CU  MUNI  1— 'loll  IL<1  WUtJI  CUlUI  lo  UUULJtrl. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$731 

No 

Pulaski 

44 

2121 62Q 

2010 

On-call  pavement  repair  from  Laclede  County  to  Rte.  63  in  Phelps  County. 
Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$423 

No 

Pulaski 

44  LP 

9P2178 

2009 
Amendment 

Asphalt  mill  and  fill  from  SP  44  to  Rte.  H/l-44  in  St.  Robert/Waynesville.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,332 

No 

Ripley 

142 

1S4009H 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  V  west  of  Doniphan  to  Rte.  160  in  Doniphan.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$811 

No 

9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Shannon 

60 

9P2197 

2010 

Resurface  from  Rte.  M  in  Shannon  County  to  Rte.  C  in  Carter  County. 
Reason(s): 

The  project  was  added  to  improve  pavement. 

$3,658 

No 

Texas 

17 

1S4009G 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  106  in  Summersville  to  Rte.  60  in  Mt.  View.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$649 

No 

Texas 

32 

9P2158E 

2011 

Resurface  from  Rte.  63  to  Rte.  72. 
Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement  and  due  to 
splitting  projects. 

$1,363 

No 

Texas 

60 

9B0801 1 

2010 

Bridge  rehabilitation  over  Beeler  Creek.  Funded  by  GARVEE.  Project  involves  bridge  A2536.  Part  of  the 

oaic  cuiu  ouuiiu  di  luyt;  riuyidiii. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$571 

No 

Texas 

60  BUS 

9P2171 

2009 
Amendment 

Asphalt  overlay  of  Bus.  60  (Cabool)  from  east  of  Rte.  181  to  Rte.  63.  This  project  is  part  of  District's  Minor 
Road  Program  utilizing  funds  to  be  transferred  from  District  Operations  budget. 

Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$113 

No 

9/29/2009 


MoDOT 
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(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Texas 

63 

9B0801 H 

2010 

Bridge  rehabilitation  over  Bender  Creek  and  Arthur  Creek.  Funded  by  GARVEE.  Project  involves  bridges 

An^7"l  anH  &C\C\79     Part  nf  tho  Qafo  anrl  Qni  inH  Rrirlno  Prnnram 
MUD  /I  al  IU  MUD  1  c..   rail  Ul  lllc  Oalc  al  IU  OUUI IU  Di  luy  fc;  ri  uy  1  al  1 1. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,437 

No 

Various 

44 

912179 

2010 

Guardrail  protection  of  Dynamic  Message  Signs  on  1-44  from  Oklahoma  state  line  to  St.  Louis  metro  area. 

1  lllo  lo  a  oLcUtJWIUti  )JlU]oL<l  UUIIZ.IML)  W(Jcll  OUI  Hall  Id  rdldlly  rUMUo. 

Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$336 

No 

Various 

44 

9Q2165 

2010 
Amendment 

Installation  of  MoDOT  furnished  video  equipment  along  1-44  from  Oklahoma  State  Line  to  Franklin  Co., 

ovr*h  i/Hi  n/i  f^Kaano  Pn    [3,  inHoH  hi\/  r  ^ /-\  PI  f""lT  f^aritrol  f^ffif*o  Traffic  f^narotifinc 
CAOIUUII  ILj  Olccl  It;  UU.  rUIIUfciU  Uy  \V\VLJ<J  1   Uclllldl  WlllUc   1  [alMO  wpclaUUMb. 

Reason(s): 

This  project  was  added  to  provide  timely  information  to  travelers. 

$1 ,427 

No 

Various 

CC 

9S0610 

2010 

Resurface  from  Rte.  181  (Dora)  to  Rte.  63  (West  Plains).  Pavement  Treatment  utilizing  Forest  Highway 
Funds. 

Reason(s): 

This  project  was  added  to  provide  preventive  maintenance  and  to  extend  life  of  the  pavement. 

$1,233 

No 

Various 

Various 

9P1979 

2010 

Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  District  9.  Funded  by  MoDOT  Operations. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$63 

No 

9/29/2009 


MoDOT 
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County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Washington 

21 

3S2009P 

2009 
Amendment 

Pavement  improvements  from  1 .7  miles  south  of  Rte.  8  in  Potosi  to  Rte.  N  in  Iron  County.  "Economic 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,908 

No 

Washington 

U 

9B0801E 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  U  over  Big  River.  Funded  by  GARVEE.  Project  involves  bridge  A0460.  Part  of 

nit;  oaic  di iu  ouuiiu  Diiuyc  riuyidin. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,066 

No 

Bollinger 

34 

0P0922 

2012 

Grading,  paving,  drainage  and  build  bridge  0.6  mile  west  of  Rte.  ZZ  at  Glen  Allen  to  1  mile  east  of  Rte.  ZZ. 
Reason(s): 

The  project  was  added  to  provide  a  new  bridge. 

$4,071 

No 

Butler 

142 

1S4009M 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  WW  in  Poplar  Bluff  to  Rte.  158.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$356 

No 

Butler 

M 

1S4009L 

2009 
Amendment 

Thin  lift  overlay  from  County  Road  462  to  Rte.  67.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$472 

No 

9/29/2009 


MoDOT 
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County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Butler 

TT 

0B0801B 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  TT  over  Ten  Mile  Creek.  Funded  by  GARVEE.  Project  involves  bridge  N0762. 

Part  /^f  tha  Qofo  anH          iri/H  RciHcia  Prfviram 
rail  Ul  lllfci  Octlc  al IU  OUUMU  Diiuyc  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$488 

No 

Cape 
Girardeau 

55 

0P2161D 

2009 

Guardcable  repair  from  Rte.  E  to  1-57. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$28 

No 

Cape 
Girardeau 

K 

0S2184 

2009 
Amendment 

Rehabilitate  pavement  surface  from  Rte.  1-55  to  Kingshighway  in  Cape  Girardeau.  'Economic  Recovery 

r  I  UJcOl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$493 

No 

Cape 
Girardeau 

SEMO 
Regional 
Port 

0W0001 

2010 

Let  By  Others 
Amendment 

Construction  of  high  water  rail  line  that  will  allow  port  rail  to  operate  during  high  water  events.  'Economic 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,100 

No 

Cape 
Girardeau 

W 

0P2183 

2010 
Amendment 

Resurface  and  improve  shoulders  from  LaSalle  Ave.  to  Lexington  Ave.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$2,420 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Madison 

67 

0P2186 

2010 

Pavement  replacement  to  improve  vertical  clearance  under  Rte.  67/72  bridge. 
Reason(s): 

The  project  was  added  to  improve  vertical  clearance  of  bridge. 

$784 

No 

Mississippi 

62 

0S2189 

2011 

Rehabilitate  existing  pavement  from  Marshall  Street  to  I-57  in  Charleston. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$1,395 

No 

Mississippi 

62 

1 S4009N 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  B  in  Bertrand  to  the  City  of  Charleston.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$367 

No 

Mississippi 

UU 

0B0801 1 

2010 

Bridge  rehabilitation  on  Rte.  UU  over  I-57.  Funded  by  GARVEE.  Project  involves  bridge  A0465.  Part  of  the 

Odltr  dl  IU  OUUIIU  Dl  lULjfc?  riuyialll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$626 

No 

New  Madrid 

EE 

0S2190 

2010 

Remove  guardrail  and  shape  shoulders  at  Marston. 
Reason(s): 

The  project  was  added  to  improve  traffic  flow  and  maintenance  needs. 

$344 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

New  Madrid 

New 
Madrid 
Regional 
Port 

0W0002 

2010 

Let  By  Others 
Amendment 

Rail  extension,  switch,  crossings  and  siding  for  new  tenant.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$728 

No 

New  Madrid 

W 

0B0801G 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  W  over  Lit  River  Ditch,  on  Rte.  EE  over  Lit  River  Ditch  #29,  on  Rte  W  over  Drain 

Ritrh  Md^i  nnri  Rtp  R  nvpr  I  ittlp  MnrlHv  Prppk  FnnHpH  hv  PiARVFF    Prniprt  in\/nl\/pQ  hrirlnpQ  Mm79  Mn41^ 

LJl       I  TrtvJ  dl  IU  Ii  Lc  .  D  U  V  CI   l_l  I  LI  C  I VI  UUU  y  \j  I  CC  l\.  ]  U  I  IUcU  Uy  unn  V  Cd  .     ]    I  UJ  GO  L  II  IVUIVCb  Ul  IUL]  Cb  I  N  UO  /  (L  .  I  \U4  I  O  . 

A01 60,  and  T0663.  Part  of  SAS  Bridge. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$2,374 

No 

Pemiscot 

164 

1S4009P 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  D  to  Rte.  DD.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$126 

No 

Pemiscot 

337/D 

0S0742 

2010 
Amendment 

Grading  and  paving  from  Rte.  1-155  to  Rte.  84.  Paving  of  County  Road  337  to  provide  a  more  direct  access  to 

tha  Pomicf^nt        i nt\/  Pnrt  A i  ithoritv/    Fi  inrli nn  from  n&ltn  R^riinnn I  A i  ithorit\/  PRR  l\r\1  wi II  hornmo  3  MnnOT 
Li  it?  rci  1 1  ibuu  i  L/U  u  1 1  Ly  rui  i  r\\j  li  iui  i  ly .   r  u  i  iui  i  il)  iiuiii  uui  id  ricy  iu  i  idi  r\u  u  iu  n  Ly .  w  n  u  oo  /  win  ucuui  i  ic  d  i  viu  u  w  i 

route. 

Reason(s): 

This  project  was  added  to  improve  port  access. 

$2,242 

No 

Pemiscot 

55 

012171 

2009 
Amendment 

Pavement  rehabilitation  of  northbound  lanes  from  the  Arkansas  state  line  to  1-155.  "Economic  Recovery 
Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$16,270 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Pemiscot 

55 

012173 

2009 
Amendment 

Pavement  rehabilitation  of  north  and  south  bound  lanes  from  Rte.  84  to  Scott  County.  "Economic  Recovery 

r  I  UJcOl 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$18,550 

No 

Pemiscot 

55 

012188 

2011 

Interchange  lighting  at  Routes  O,  E,  U,  and  A. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$588 

No 

Pemiscot 

D 

1S4009O 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  U  to  Rte.  164.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$438 

No 

Pemiscot 

DD 

1S4009Q 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  1 64  to  the  Arkansas  State  line.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$552 

No 

Perry 

51 

0B0801H 

2010 

Bridge  rehabilitation  over  Bois  Brule  Creek.  Funded  by  GARVEE.  Project  involves  bridge  G0823.  Part  of  the 
Safe  and  Sound  Bridge  Program. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$916 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Perry 

51 

3S2009Q 

2009 
Amendment 

Pavement  improvements  from  I-55  to  Rte.  72.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1,858 

No 

Perry 

55 

012176 

2012 

Pavement  rehabilitation  of  north  and  south  bound  lanes  of  Route  I-55  from  Perryville  to  Benton. 
Reason(s): 

The  project  was  added  to  improve  the  pavement  condition. 

$18,146 

No 

Perry 

N 

0B0801F 

2009 
Amendment 

Bridge  rehabilitation  on  Rte  N  over  Goose  Creek,  Rte.  BB  over  Main  Drainage  Ditch,  Rte.  AE  over  Drain  Ditch 

£~\A  FunHciH  hv  fiARVFF    Prni^rt  in\/nl\/oc  hrirln^c  RH0R7   MOAO^  anrt  MO^TQ   Part  nf  tho  Qnffs  anrl  inH 
ft  1 1.  rui iucu  uy  unnvcc.  riujcoi  11  ivuivco  ui luyco  nuuo / ,  INU^fUO  allU  INUO/y.  rail  Ul  11  Ic  oal c  allU  OUUI IU 

Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,010 

No 

Scott 

55 

0P2161C 

2009 

Guardrail  repair  on  1-55  from  1-57  to  the  Arkansas  State  line  and  all  of  1-155. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$28 

No 

Scott 

55 

2121 61 X 

2009 

On-call  preventive  maintenance  and  pavement  repair  (asphalt  only)  from  Rte.  60  in  Scott  County  to  the 
Arkansas  State  line  and  all  of  1-155. 

Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$315 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Scott 

55 

2121 62U 

2010 

On-call  preventive  maintenance  and  pavement  repair  (concrete  only)  from  Rte.  60  in  Scott  County  to  the 

ArL^nc^c  ctQto  lino  onH  qII  r\f  I  "1 
Miftdllocto  blcUc  Mile  al  IU  all  Ul  1   1  JO. 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$316 

No 

Scott 

55 

212162V 

2010 

On-call  preventive  maintenance  and  pavement  repair  (asphalt  only)  from  Rte.  60  in  Scott  County  to  the 

Arkancac  Qtsito  lino  anrl  all  of  1-1 

Ml  l\dl Ibdb  Oldie  Mile  dl  IU  dll  Ul  1   1  JJ. 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$316 

No 

Scott 

55  OR 

0I0943 

2010 

Construct  outer  road  connection  from  Rte.  K  in  Scott  City  north  to  existing  outer  road  south  of  Rte.  AB. 

QAFTFA  1  1  1  oarmnrk  M017C1  fnr  millinn 
Onr  1  Cn  LU  callllalft  IVIWI  /  U  IUI  4>0  1 1 II II  IUI 1. 

Reason(s): 

The  project  was  added  to  improve  traffic  flow. 

$5,844 

No 

Scott 

61 

0P2170 

2009 
Amendment 

Widen  &  resurfacing  to  construct  left  turn  lane  near  Rte.  HH/ZZ.  Cost  share  project  with  City  of  Sikeston  and 

Qpntt  f~*ni  mt\/  Initial  fiinrlinn  frnm  n^lta  Roninncil  Aiithnritw  ^TIP  fiinrlc  Oitw  of  Qikoctnn  anH  lr\^cil  fimrlc 
ouuiL  ouuiiiy.  niiLidi  i ui iuii ly  iiuiii  ljci  id  ncy iui idi  r\u Liiuiuy,  o  i  ir  i  ui  iub,  ony  ui  oiftcbiui i,  di iu  iu^di  iui iuo. 

Payback  $1 51 ,000  CS  program  0P21 70Z. 
Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$433 

No 

Scott 

61 

0P2170Z 

2012 
Amendment 

Future  payback  from  the  cost  share  program  to  the  City  of  Sikeston  and  Scott  County  for  the  acceleration  of 
0P2170.  Initial  funding  from  Delta  Regional  Authority,  STP,  and  Sikeston. 

Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  cost  share  project. 

$151 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Scott 

K 

0S2169 

2009 
Amendment 

Adding  turn  lanes  at  Rte.  K/M/l-55  interchange  in  Scott  City.  Funding  provided  by  Scott  City  and  federal 

cdl  1 1  lal  ft. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$447 

No 

St.  Francois 

221 

0S0880 

2011 

Bridge  deck  replacement  over  Rte.  67  1 .7  miles  south  of  Rte.  32.  Project  involves  bridge  A0281 . 
Reason(s): 

The  project  was  added  to  improve  the  bridge  condition. 

$1 ,923 

No 

St.  Francois 

47 

1S4009J 

2009 
Amendment 

Thin  lift  overlay  from  the  Washington  County  line  to  the  City  of  Bonne  Terre.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$261 

No 

St.  Francois 

47 

1S4009K 

2009 
Amendment 

Thin  lift  overlay  from  City  of  Bonne  Terre  to  Rte.  67.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$173 

No 

St.  Francois 

67 

0B0801D 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  67  over  Big  River  and  over  St.  Francis  River,  Rte.  O  over  Koen  Creek,  and  Rte  F 
over  Wolf  Creek.  Funded  by  GARVEE.  Project  involves  bridges  L0645,  A0258,  A2276,  and  A0841 .  Part  of 
the  Safe  and  Sound  Bridge  Program. 
Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$4,224 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

St.  Francois 

67 

0P2159 

2011 

Roundabout  installations  at  interchange  of  Rtes.  67,  221 ,  and  W  in  Farmington. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$2,847 

No 

St.  Francois 

67 

0P2161E 

2009 

Guardrail  and  guardcable  repair  from  the  Jefferson  County  line  to  Rte.  E  in  Madison  County. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$28 

No 

St.  Francois 

67 

0S2185 

2010 

Construct  east  outer  road  from  Northwood  Drive  in  Bonne  Terre  to  Hedgeapple  Road.  Remove  median 

OlUoolliy  al IU  dl  yidUc  aUOcoo  al  ncuy  capuifc;  nudU  LU  IMIUIUVc  balcly. 

Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$1,617 

No 

St.  Francois 

8 

0B0801C 

2010 
Amendment 

Bridge  rehabilitation  on  Rte.  8  over  Big  River.  Funded  by  GARVEE.  Project  involves  bridge  L0216.  Part  of  the 

Odltr  al  IU  OUUIIU  Dl  lULJfc?  r  lUUJdlll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1,559 

No 

St.  Francois 

W 

0S2182 

2014 

Pavement  treatment  and  construct  new  traffic  signals  at  Route  W  and  Black  Knight  Drive,  and  from 
Westmount  Dr.  to  Rte.  32  in  the  City  of  Farmington.  City  of  Farmington  is  providing  $250,000. 

Reason(s): 

The  project  was  added  to  implement  a  cost  share/cost  participation  project. 

$1,695 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Ste. 
Genevieve 

55 

012187 

2010 

Interchange  lighting  at  Routes  N,  O,  Y,  and  OO. 
Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$587 

No 

Ste. 
Genevieve 

55 

0P2161B 

2009 

Guardrail  repair  on  I-55  from  Rte.  32  to  I-57  and  all  of  I-57. 
Reason(s): 

The  project  was  added  due  to  splitting  projects. 

$28 

No 

Ste. 
Genevieve 

55 

2121 62S 

2010 

On-call  preventive  maintenance  and  pavement  repair  (concrete  only)  from  Rte.  32  in  Ste.  Genevieve  County 
iu  rue.  Du  111  oouu  ouuiuy,  aibu  an  ui  10/  111  iviib&io&ippi  ouuiuy. 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$316 

No 

Ste. 
Genevieve 

55 

2121 62T 

2010 

On-call  preventive  maintenance  and  pavement  repair  (asphalt  only)  from  Rte.  32  in  Ste.  Genevieve  county  to 

Rt&  fiO  in  ^pntt  f*r\i  intv  cilcr*  nil  r\f  1-^7  in  Micciccinni  Pni  int\/ 
luc.  DU  III  OOULl  OUUIIly,  dloU  all  UI  l  O/   III  lvlloolool|J|JI  OUUIIly. 

Reason(s): 

This  project  was  added  to  provide  timely  repairs  as  needed  for  on-call  projects  and  due  to  splitting  projects. 

$316 

No 

Ste. 
Genevieve 

B 

0S2198 

2010 

Bridge  replacement,  asphalt  overlay,  widening,  and  shoulders  from  Rte.  32  to  Coffman.  'Economic  Recovery 
Project* 

Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$4,285 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Ste. 
Genevieve 

H 

1S4009R 

2009 
Amendment 

Thin  lift  overlay  from  Rte.  51  to  Rte.  61.  "Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$429 

No 

Ste. 
Genevieve 

N 

0B0801E 

2009 
Amendment 

Bridge  rehabilitation  on  Rte.  N  over  Saline  Creek  and  Rte.  177  over  Indian  Creek.  Funded  by  GARVEE. 

Proiopt  in\/nl\/^c  hriHnoc  MOftAQ  anrt  AO"7fiA  Part  nf  tho  Qcifo  nnrl  QmmH  RriHn^  Prnrinm 

r  lUJtJUl  IllVUIVtio  Ul  lULJfcrii  INUOH-;?  dl  IU  nU/Dt,  rail  Ul  LI  IU  OdlU  dllU  OUUIIU  DllUytr  I  lULJIdlll. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$1 ,340 

No 

Ste. 
Genevieve 

New 
Bourbon 
Regional 

Port 

0W0003 

2010 

Let  By  Others 
Amendment 

Dock  and  dolphin  construction,  site  development.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$1 ,433 

No 

Stoddard 

N 

0B0801J 

2010 

Bridge  rehabilitation  on  Rte.  N  over  Castor  River.  Funded  by  GARVEE.  Project  involves  bridge  N0382.  Part 

ui  nits  oaitJ  ai iu  ouuiiu  Di luy t;  riuyidin. 

Reason(s): 

The  project  was  added  to  implement  the  revised  Safe  and  Sound  Bridge  Program. 

$400 

No 

Stoddard 

Y 

0S0963Z 

2012 

Payback  from  the  Cost  Share  program  to  Stoddard  County  for  the  acceleration  of  0S0963. 
Reason(s): 

The  project  was  added  to  allow  payback  for  an  accelerated  cost  share  project. 

$890 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Current  SFY 
Award  Date 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Various 

Various 

0P1979 

2010 
Amendment 

Milling  and  rumble  strips  in  the  edgelines  of  various  major  routes  in  various  counties  in  District  10.  Funded  by 

r~^r»on  fnntoi  nar  f  I  inHc 
Wfjcll  OUIIlalllcl  rUIIUb. 

Reason(s): 

The  project  was  added  due  to  emerging  safety  needs. 

$1,167 

No 

Various 

Various 

0Q2168 

2010 
Amendment 

Dynamic  message  signs  and  closed-circuit  TV  on  I-57  and  Rte.  60.  $800,000  from  Delta  Region 

Ten nennrtntinn  P^ov/olnnmont  Prr\ni*3m  for  thr^  Rural  Qjinf^tx/  Innnvsatinn  Prnnram   <tOO(~l  OHO  frnm  Trjaffir* 
i  i  cti  ibfjui  icuiui  i  ucvciupi  net  u  r  luyiain  iui  Li  ic  nuidi  oayciy  n  n  luvauui  i  nuyidiii.  ipiuu,uuu  iiuiii  i  lainu 

Dividion. 
Reason(s): 

The  project  was  added  to  improve  traveler  information. 

$1,089 

No 

Wayne 

34 

0P0876 

2010 
Amendment 

Grading,  paving,  drainage  and  resurfacing  of  Rte.  34  from  Piedmont  to  Rte.  67.  'Economic  Recovery  Project* 
Reason(s): 

This  project  was  made  possible  due  to  federal  economic  recovery  bill. 

$18,254 

No 

9/29/2009 
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Projects  Added  to  the  2009-2013  STIP  in  FY  2009  or  in  the  2010-2014 
Highway  and  Bridge  Construction  Schedule 


RSMo  21.795.3(2) 


(Dollars  in  Thousands) 


County 

Route 

Job 

Current  SFY 

Description  of  Improvement  /  Location 

Estimate 

'92  Plan 

Number 

Award  Date 

Count  of  Projects:  533 
Count  of  Amendments: 


$1,786,520 


236 


Estimate:  This  field  contains  the  current  estimate  for  the  project  consisting  of  CN-EST  +  CNENGTOT  (CONTIG+ENG)  +RW_EST  +  PRE_ENG+  UTILITIES  +  NONCONTR. 


T:\Planning\OTPM\Reports\Accountabiliy\2009\Projects  Added  2009.mdb 

Query:  qry  Projects  Added  2010-2014  STIP;  Report:  Rpt  Projects  added  to  2010-2014  STIP;  Table:  Final  Projects  Added  for  SFY  2009;  Reasons:  T\planning\stap\data\reasons.dbf; 
Criteria:  Adv_Const  o'P'  (Payback);  CurrentSFY:  between  2009  and  2015 


9/29/2009 
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Highway  and  Bridge  Construction  Schedule 
RSMo  21.795.3(3) 

Introduction 

The  information  in  this  section  is  in  accordance  with  the  highlighted  portion  in  the 
following  section  of  the  reporting  statute.  "(3)  The  proposed  allocation  and 
expenditure  of  moneys  and  the  proposed  work  plan  for  the  current  fiscal  year,  at 
least  the  next  four  years,  and  for  any  period  of  time  expressed  in  any  public 
transportation  plan  approved  by  either  the  general  assembly  or  by  the  voters  of 
Missouri.  This  proposed  allocation  and  expenditure  of  moneys  shall  include  the 
amounts  of  proposed  allocation  and  expenditure  of  moneys  in  each  of  the 
categories  listed  in  subdivision  (1)  of  this  subsection; ... "  Section  21.795.3(3), 
RSMo  Supp.  2002  (L.  2003  TAFP  HB  668)  (emphasis  added). 

MoDOT  has  proposed  a  specific  plan  for  highway  construction  covering  the  next  five  years.  The 
plan  relies  only  on  currently  anticipated  revenues,  and  it  specifies  projects  assumed  to  be  placed 
under  contract  or  authorized  for  right-of-way  acquisition  in  the  state  fiscal  years  2010  through 
2014.  As  each  year  of  the  plan  is  completed,  a  new  year  is  added.  This  plan  also  includes  other 
modes  of  transportation. 

The  2010-2014  STIP  incorporates  new  projects  in  2014.  This  happens  each  year  -  as  one  year  of 
projects  is  completed,  another  year  is  added.  The  construction  schedule  identifies  all  projects 
located  on  the  state  system. 


#      District  Offices 


District  Boundaries 


Missouri  Department  of  Transportation 


Contact  Information 

Central  Office 

V — •  VII  A  A  AA A            A  A  AW 

District  3.  Northeast  Area 

A  **  ■  -  7  11  IV  V                  ™  V  A  1  ll\.UiJ  V   i.  A.  A  Vtl 

District  7.  Southwest  Area 

M^r  KtJ  11  IV  A     *  a    L/VW  AAA  TT  Vt»  A   i.  A.  A  VU 

Pete  K.  Rahn,  Director 

Paula  Gough,  District  Engineer 

Becky  Baltz,  District  Engineer 

P.O.  Box  270 

1711  South  Hwy  61 

3901  East  32nd  Street 

Jefferson  City,  MO  65102 

P.O.  Box  1067 

Joplin,  MO  64804 

Tel.:  1-888-ASK-MODOT 

Hannibal,  MO  63401 

Tel.:  417-629-3300 

Fax:  573-751-6555 

Tel.:  573-248-2490 

Fax:  417-629-3140 

www.modot.org 

Fax:  573-248-2497 

Transportation  Planning 

District  4,  Kansas  City  Area 

District  8.  Surinefield  Area 

Machelle  Watkins,  Trans.  Planning  Director  Beth  Wright,  District  Engineer 

Kirk  Juranas,  District  Engineer 

P.O.  Box  270 

600  Northeast  Colbern  Road 

3025  East  Kearney  Street 

Jefferson  City,  MO  65102 

Lee's  Summit,  MO  64086 

P.O.  Box  868 

Tel.:  573-526-1374 

Tel.:  816-622-6500 

Springfield,  MO  65801 

Fax:  573-526-8052 

Fax:  816-622-0699 

Tel.:  417-895-7600 

Fax:  417-895-7711 

District  1,  Northwest  Area 

District  5,  Central  Area 

District  9.  South  Central  Area 

A_^  Ak7  A  A  IV  A         a    L/VW  AAA  V — '  VII  AA  AAA    L  A  A  Vtl 

Don  Wichern,  District  Engineer 

Roger  Schwartze,  District  Engineer 

Tom  Stehn,  District  Engineer 

3602  North  Belt  Highway 

1511  Missouri  Boulevard 

910  Springfield  Road 

St.  Joseph,  MO  64506-1399 

P.O.  Box  718 

P.O.  Box  220 

Tel.:  816-387-2350 

Jefferson  City,  MO  65102 

I'll                                     ■                         m     v                 ^    —  /-v 

Willow  Springs,  MO  65793 

Fax:  816-387-2359 

Tel.:  573-751-3322 

Tel.:  417-469-3134 

Fax:  573-522-1059 

Fax:  417-469-4555 

District  2,  North  Central  Area 

District  6,  St.  Louis  Area 

District  10.  Southeast  Area 

A\—r  Ak7  A  A  A  V*  A    -A.  *  "  ft    k  '  VF  AA  lllVUkJ  A    i  -A  A  VAA 

Dan  Niec,  District  Engineer 

Ed  Hassinger,  District  Engineer 

IVldlK  OllCllUll,  I^ISIIICI  IH/II^IIICCI 

902  N.  Missouri  St. 

1590  Woodlake  Drive 

2675  North  Main  Street 

P.O.  Box  8 

Chesterfield,  MO  63017-5712 

P.O.  Box  160 

Macon,  MO  63552 

Tel.:  314-340-4100 

Sikeston,MO  63801 

Tel.:  660-385-3176 

Fax:  314-340-4119 

Tel.:  573-472-5333 

Fax:  660-385-4195 

Fax:  573-472-5381 
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Regional  Planning  Commissions  and 
Metropolitan  Planning  Organizations 
Contact  Information 


Mr.  Steve  W.  Etcher 
Executive  Director 
Boonslick  Regional  Planning 
Commission 

111  Steinhagen 

P.O.  Box  429 

Warrenton,  MO  63383 

Tel.:  636-456-3473 

Fax:  636-456-2329 

E-Mail:  etcher@boonslick.org 

Mr.  Tim  Teddy 

Director  of  Planning  &  Development 
Columbia  Area  Transportation  Study 
Organization 

City  of  Columbia 

701  East  Broadway,  City  Building 

P.O.  Box  6015 

Columbia,  MO  65205 

Tel.:  573-874-7214 

Fax:  573-442-8828 

E-Mail:  ttteddy@gocolumbiamo.com 


Mr.  Stephen  H.  Duke 
Executive  Director 

Bootheel  Regional  Planning  and  Economic 
Development  Commission 

105  E  North  Main 

Dexter,  MO  63841 

Tel.:  573-614-5178 

Fax:  573-614-5182 

E-Mail:  sduke@newwavecomm.net 


Mr.  Les  Sterman 

Executive  Director 

East- West  Gateway  Council  of 

Governments 

One  Memorial  Dr.,  Ste.  1600 

St.  Louis,  MO  63102 

Tel.:  314-421-4220 

Fax: 314-231-6120 

E-Mail:  Les.Sterman@ewgateway.org 


Ms.  Janice  McMillan 

Deputy  Director  for  Planning  &  Trans.  Svcs 

Capital  Area  Metropolitan  Planning 
Organization 

City  of  Jefferson 

320  East  McCarty  Street 

Jefferson  City,  MO  65101 

Tel.:  573-634-6424 

Fax:  573-634-6329 

E-Mail :  j  mcmillan  @  j  eff citymo .  org 

Mr.  Randy  Railsback 

Executive  Director 

Green  Hills  Regional  Planning 

Commission 

1104  Main  Street 
P.O.  Box  28 
Trenton,  MO  64683 
Tel.:  660-359-5636 
Fax:  660-359-3096 
E-Mail:  randy@ghrpc.org 


Section  1  -  3 


Mr.  Harry  Rogers 
Executive  Director 

Harry  S  Truman  Coordinating  Council 

24943  DeMott 

Joplin,  MO  64801 

P.O.  Box  388 

Webb  City,  MO  64870 

Tel.:  417-782-3515 

Fax:  417-782-2043 

E-Mail:  hrogers@hstcc.org 


Mr.  David  Warm 
Executive  Director 
Mid-America  Regional  Council 

600  Broadway,  Ste.  200 
Kansas  City,  MO  64105 
Tel.:  816-474-4240 
Fax:  816-421-7758 
E-Mail:  dwarm@marc.org 


Mr.  Troy  Bolander 

Planning  &  Community  Dev.  Manager 
Joplin  Area  Transportation  Study 
Organization 

City  of  Joplin 

602  South  Main  Street 

Joplin,  MO  64801 

Tel.:  417-624-0820  ext.  510 

Fax:  417-625-4738 

E-Mail:  TBolande@joplinmo.org 


Mr.  Edward  Siegmund 
Executive  Director 
Mid-Missouri  Regional  Planning 
Commission 

206  E.  Broadway 
P.O.  Box  140 
Ashland,  MO  65010 
Tel.:  573-657-9779 
Fax: 573-657-2829 

E-Mail:  edwardsiegmund@mmrpc.org 


Section  1  -  4 


Mr.  Stanley  "Bud"  Hayes 

Executive  Director 

Kaysinger  Basin  Regional  Planning 

Commission 

908  North  2nd  Street 
Clinton,  MO  64735 
Tel.:  660-885-3393 
Fax:  660-885-4166 
E-Mail:  bud@kaysinger.com 

Mr.  Richard  Cavender 
Executive  Director 
Meramec  Regional  Planning 
Commission 

No.  4  Industrial  Drive 

St.  James,  MO  65559 

Tel.:  573-265-2993 

Fax:  573-265-3550 

E-Mail:  rac@meramecregion.org 

Mr.  Tom  Bliss 
Executive  Director 
Mo-Kan  Regional  Council 

1302  Faraon  Street 
St.  Joseph,  MO  64501 
Tel.:  816-233-3144 
Fax:  816-233-8498 
E-Mail:  tom@mo-kan.org 


Mr.  Jim  Dickerson 
Executive  Director 

Lake  of  the  Ozarks  Council  of  Local 
Governments 

P.O.  Box  786 
Camdenton,  MO  65020 
Tel.:  573-346-5616 
Fax:  573-346-2007 


Ms.  Robin  Fitzgerald 

Executive  Director 

Mark  Twain  Regional  Council  of 

Governments 

42494  Delaware  Lane 
Perry,  MO  63462 
Tel.:  573-565-2203 
Fax:  573-565-2205 


E-Mail:  jdickerson@copic.ext.missouri.edu  E-Mail:  FitzgeraldCoG@rallstech.com 


Mr.  Nate  Walker 
Executive  Director 

Northeast  Missouri  Regional  Planning 
Commission 

326  East  Jefferson  Street 

P.O.  Box  248 

Memphis,  MO  63555 

Tel.:  660-465-7281 

Fax:  660-465-7163 

E-Mail:  NateWalker@nemorpc.org 

Mr.  Randy  White 

Executive  Director 

Pioneer  Trails  Regional  Planning 

Commission 

802  S.  Gordon  St.  Room  102 
P.O.  Box  123 

Concordia,  MO  64020-0123 
Tel.:  660-463-7934 
Fax:  660-463-7944 
E-Mail:  Randy@trailsrpc.org 

Ms.  Diane  May 

Executive  Director 

Southwest  Missouri  Council  of 

Governments 

901  South  National  Avenue 

Springfield,  MO  65897 

Tel.:  417-836-6900 

Fax:  417-836-4146 

E-Mail:  dianemay@missouristate.edu 


Mr.  Tye  Parsons 
Executive  Director 

Northwest  Missouri  Regional  Council  of 
Governments 

114  West  Third 
Maryville,  MO  64468 
Tel.:  660-582-5121 
Fax:  660-582-7264 
E-Mail:  tye@nwmorcog.org 

Mr.  Johnny  Murrell 

Executive  Director 

South  Central  Ozark  Council  of 

Governments 

4407  County  Road  2340 

P.O.  Box  100 

Pomona,  MO  65789-0100 

Tel.:  417-256-4226 

Fax:  417-256-6188 

E-Mail:  jmurrell@scocog.org 

Mr.  Tim  Conklin 
Executive  Director 

Ozarks  Transportation  Organization 

1 17  Park  Central  Sq.,  Ste.  107 
Springfield,  MO  65806 
Tel.:  417-836-5442 
Fax:  417-862-6013 

E-Mail:  tconklin@ozarkstransportation.org 
Section  1  -  5 


Ms.  Felicity  Brady 

Executive  Director 

Ozark  Foothills  Regional  Planning 

Commission 

3019  Fair  Street 
Poplar  Bluff,  MO  63902 
Tel.:  573-785-6402 
Fax:  573-686-5467 
E-Mail:  felicity@ofrpc.org 

Mr.  Chauncey  Buchheit 
Executive  Director 

Southeast  Missouri  Regional  Planning 
and  Economic  Development 
Commission 

One  West  St.  Joseph  Street 

P.O.  Box  366 

Perryville,  MO  63775 

Tel.:  573-547-8357 

Fax:  573-547-7283 

E-Mail:  cbuchheit@semorpc.org 

Mr.  Andy  Clements 

Asst.  Dir.  of  Public  Works  and  Trans. 

St.  Joseph  Area  Transportation  Study 

Organization 

City  Hall 

1 100  Frederick  Avenue 
St.  Joseph,  MO  64501 
Tel.:  816-271-4653 
Fax:  816-271-5355 

E-Mail :  aclement s  @  ci .  st- j o seph . mo . u s 


Glossary  of  Acronyms 


Document  Acronyms 

TEA-21 

Transportation  Efficiency  Act  for  the  Twenty-first  Century 

MPO 

Metropolitan  Planning  Organization 

TMA 

Transportation  Management  Area 

STIP 

Statewide  Transportation  Improvement  Program 

STP 

Surface  Transportation  Program 

TIP 

Transportation  Improvement  Program 

LRTP 

Long-Range  Transportation  Plan 

SFY 

State  Fiscal  Year  (ex.  July  2000  -  June  2001) 

FFY 

Federal  Fiscal  Year  (ex.  October  2000  -  September  2001) 

ITS 

Intelligent  Transportation  System 

FHWA 

Federal  Highway  Association 

DEMO 

Demonstration 

R/W 

Right  of  Way 

PE 

Preliminary  Engineering 

DED 

Department  of  Economic  Development 

CE 

Construction  Engineering 

Federal  Funding  Category  Acronyms 

NHS 

National  Highway  System 

STP 

Surface  Transportation  Program 

MPO  Acronyms 

CATSO 

Columbia  Area  Transportation  Study  Organization 

EWGCC 

East- West  Gateway  Coordinating  Council 

JATSO 

Joplin  Area  Transportation  Study  Organization 

MARC 

Mid- America  Regional  Council 

SATSO 

Springfield  Area  Transportation  Study  Organization 

SJATS 

St.  Joseph  Area  Transportation  Study  Organization 

MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  l;a>L  (573)  5:6-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Andrew 
Route:  IS  29 

Job  No: 

112156 

Scoping  for  bridge  improvements  over  Rte.  DD,  1.5  miles  south  of  I-229  near  St.  Joseph. 

Fed  State 
0  6 

Local 
0 

1 

5 

County:  Andrew 
Route:  MO  48 

Job  No: 

1S0553 

Scoping  for  bridge  replacement  over  the  102  River  near  Rosendale. 

Fed  State 
0  210 

Local 
0 

10 

200 

County:  Andrew 
Route:  MO  48 

Job  No. 

1S1051 

Scoping  for  bridge  improvements  over  the  Platte  River,  0.6  mile  east  of  Rte.  D,  near  Rosendale. 

Fed  State 
0  51 

Local 
0 

1 

50 

County:  Andrew 
Route:  US  71 

Job  No: 

1P1039 

Scoping  to  resurface  northbound  lanes  and  shoulders  from  north  of  Rte.  59  interchange  to  1-29  interchange  near 
Savannah. 

Fed                     State  Local 
0                         6  0 

1 

5 

County:  Atchison 
Route:  IS  29 

Job  No: 

112180 

Pavement  improvements  to  extend  pavement  life  on  the  southbound  lane  0.6  miles  south  of  Rte.  B  to  1 .6  miles  north  of 
Rte.  136,  near  Rock  Port. 

Fed                     State  Local 
0                         6  0 

1 

5 

County:  Atchison 
Route:  RT  B 

Job  No: 

1S0960 

Scoping  for  bridge  improvements  over  I-29,  near  Rock  Port. 

Fed  State 
0  25 

Local 
0 

5 

20 

County:  Atchison 
Route:  RT  O 

Job  No: 

1S2165 

Scoping  for  bridge  imrprovements  over  Middle  Fork  Tarkio  Creek,  near  Westboro. 

Fed  State 
0  25 

Local 
0 

5 

20 

County:  Buchanan 
Route:  US  169 

Job  No: 

1U0752 

Scoping  for  roadway  improvements  from  I-29  to  Rte.  FF  in  St.  Joseph. 

Fed  State 
0  15 

Local 
0 

5 

10 

County:  Buchanan 
Route:  LP  29 

Job  No: 

1S2169 

Scoping  to  improve  pavement  condition  from  Rte.  169  (Belt  Highway)  to  Rte.  371  (22nd  Street)  in  St.  Joseph. 

Fed                     State  Local 
0                         6  0 

1 

5 

County:  Buchanan 
Route:  US  36 

Job  No: 

1P2195 

Scoping  for  pavement  improvements  in  the  eastbound  lane,  from  east  of  Rte.  AC  to  east  of  Rte.  31 ,  in  Dekalb  County. 

Fed                     State  Local 
0                         6  0 

1 

5 

County:  Buchanan 
Route:  US  59 

Job  No: 

1P0565 

Scoping  for  bridge  improvements  over  BNSF  Railroad  from  3.0  miles  north  of  Rte.  KK  (north  junction). 

Fed  State 
0  305 

Local 
0 

5 

300 

County:  Buchanan 
Route:  US  59 

Job  No: 

1P0816 

Scoping  for  intersection  improvements  at  Rtes.  752  and  U  in  St.  Joseph. 

Fed  State 
0  35 

Local 
0 

5 

30 

County:  Buchanan 
Route:  RT  DD 

Job  No: 

1S2192 

Scoping  for  bridge  improvements  over  I-29,  1.0  mile  east  of  Rte.  371  near  Faucett. 

Fed  State 
0  6 

Local 
0 

1 

5 

6/23/09 


Section  3  -  1 
District  1 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  l;a>L  (573)  5:6-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Clinton 
Route:  IS  35 

Job  No:  112158 

Scoping  for  bridge  improvements  over  232nd  Street  (county  road),  2.9  miles  south  of  Rte.  116  near  Lathrop. 

Fed                     State  Local 
0                         6  0 

1 

5 

County:  Daviess 
Route:  RT  B 

Job  No:1S2168 

Scoping  for  bridge  improvements  over  I-35  3.0  miles  west  of  Coffey. 

Fed 
0 

State 
11 

Local 
0 

1 

10 

County:  Daviess 
Route:  RT  C 

Job  No:1S2167 

Scoping  for  bridge  improvements  over  I-35  1 .0  mile  east  of  Rte.  69. 

Fed 
0 

State 
11 

Local 
0 

1 

10 

County:  Daviess 
Route:  RT  KK 

Job  No:1S2166 

Scoping  for  bridge  improvements  over  I-35  1 .0  mile  west  of  Rte.  69. 

Fed 
0 

State 
11 

Local 
0 

1 

10 

County:  Dekalb 
Route:  LP  35 

Job  No:1S2153 

Scoping  to  improve  pavement  condition  from  Rte.  36  to  I-35  in  Cameron. 

Fed 
0 

State 
6 

Local 
0 

1 

5 

County:  Gentry 
Route:  MO  85 

Job  No:1S0877 

Scoping  for  roadway  improvements  from  Bus.  136  in  Albany  to  Rte.  P. 

Fed 
0 

State 
6 

Local 
0 

1 

5 

County:  Gentry 
Route:  RT  B 

Job  No:1S2194 

Scoping  for  Section  14  streambank  protection  project  at  the  bridge  over  Grantham  Creek  1 .0  mile  north  of  Rte.  O. 

Fed                     State  Local 
0                       11  0 

1 

10 

County:  Harrison 
Route:  RT  F 

Job  No:1S1052 

Scoping  for  bridge  improvements  on  bridge  over  Little  Creek,  0.5  mile  east  of  Rte.  W,  near  Bethany. 

Fed  State 
0  6 

Local 
0 

1 

5 

County:  Nodaway 
Route:  MO  46 

Job  No:1S0889 

Scoping  for  roadway  improvements  from  Maryville  west  city  limits  to  east  city  limits. 

Fed 
0 

State 
6 

Local 
0 

1 

5 

County:  Nodaway 
Route:  RT  C 

Job  No:1S0992 

Scoping  to  replace  bridge  deck  over  Mill  Creek  0.7  mile  east  of  Rte.  YY,  near  Elmo. 

Fed 
0 

State 
25 

Local 
0 

5 

20 

County:  Nodaway 
Route:  RT  NN 

Job  No:1S1050 

Scoping  to  improve  bridge  over  the  Platte  River,  1 .0  mile  west  of  Rte.  46,  near  Parnell. 

Fed  State 
0  6 

Local 
0 

1 

5 

County:  Worth 
Route:  US  169 

Job  No:1P1980 

Scoping  for  roadway  improvements  from  Rte.  46  in  Grant  City  to  Rte.  136  in  Gentry  County. 

Fed  State 
0  6 

Local 
0 

1 

5 

County:  Worth 
Route:  MO  246 

Job  No:1S1049 

Scoping  for  bridge  improvements  on  bridge  over  the  Platte  River,  1 .0  mile  east  of  Rte.  46,  near  Sheridan. 

Fed  State 
0  6 

Local 
0 

1 

5 

6/23/09 


Section  3  -  2 
District  1 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JcRbnon  City.  MO  65102 
PtHJOS  (573)  526-8058  l;a>L  (573)  526-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Worth                                            Scoping  for  Section  14  streambank  protection  project  at  the  Middle  Fork  of  the  Grand  River  0.3  miles  east  of  Rte.  W, 
Route:  RT  YY                      Job  No:  1S2193    near  the  town  of  Worth. 

Fed                     State  Local 
0                        11  0 

1 

10 

Fed                       State  Local 

o                  830                  o                     District  Engineering  Total: 

60 

770 

6/23/09 


Section  3  -  3 
District  1 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  l;a>L  (573)  5:6-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Adair 
Route:  MO  11 

Job  No:  2S0412 

Bridge  improvements  over  Mussell  Fork  drainage  areas  0.2  mile  east  of  Sullivan  Co. 

Fed                     State  Local 
0                       10  0 

10 

0 

County:  Adair 
Route:  MO  11 

Job  No:  2S2159 

Scoping  for  bridge  improvement  over  Floyd  Creek  3.3  miles  south  of  Rte.  J.  Project  involves  bridge  S0569. 

Fed                     State  Local 
0                       10  0 

5 

5 

County:  Adair 
Route:  MO  6 

Job  No:  2P0781 

Scoping  to  provide  smoother  pavement  and  upgrade  shoulders  from  Rte.  63  to  Knox  County  line. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Carroll 
Route:  RT  Z 

Job  No:  2S2185 

Scoping  for  bridge  improvements  over  Tater  Hill  Creek  1.1  miles  north  of  Rte.  65.  Project  involves  bridge  T0267. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Chariton 
Route:  US  24 

Job  No:  2P2182 

Scopinq  for  bridqe  improvements  over  Mussel  Fork  River  0.1  mile  west  of  Keytesville.  Project  involves  bridqe  H0520. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Chariton 
Route:  US  24 

Job  No:  2P2183 

Scoping  for  bridge  improvements  over  Middle  Fork  Chariton  River  overflow  1 .5  miles  east  of  Rte.  129.  Project  involves 
bridge  G0891. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Grundy 
Route:  MO  6 

Job  No:  2P0782 

Scoping  to  provide  smoother  pavement  and  upgrade  shoulders  from  Trenton  to  Rte.  63. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Linn 
Route:  RT  WW 

Job  No:  2S2158 

Scoping  for  bridge  improvements  over  Clark  Branch  0.8  mile  west  of  Rte.  ZZ.  Project  involves  bridge  T0806. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Linn 
Route:  RT  WW 

Job  No:  2S2187 

Scoping  for  bridge  improvements  over  Van  Dorsen  Creek  3.1  miles  east  of  Rte.  5.  Project  involves  bridge  T0807. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Livingston 
Route:  RT  V 

Job  No:  2S0787 

Scoping  for  bridge  improvements  over  IMLR  railroad  0.5  mile  north  of  Chillicothe.  Project  involves  bridge  Y0570. 

Fed                     State  Local 
0                       140  0 

40 

100 

County:  Macon 
Route:  RT  D 

Job  No:  2S2168 

Scoping  for  bridge  improvements  over  BNSF  R.R.  in  La  Plata.  Project  involves  bridge  K0516. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Macon 
Route:  RT  J 

Job  No:  2S2160 

Scoping  for  bridge  improvement  over  Mussel  Fork  2.7  miles  west  of  Rte.  JJ.  Project  involves  bridge  N0251 . 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Macon 
Route:  RT  WW 

Job  No:  2S2181 

Scoping  for  bridge  improvements  over  Brush  Creek  1 .4  miles  west  of  Rte  1 29.  Project  involves  bridge  N0972. 

Fed                     State  Local 
0                         5  0 

5 

0 

6/23/09 


Section  3  -  4 
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Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 
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22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JcRbnon  City.  MO  65102 
PtHJOS  (573)  526-8058  l;a>L  (573)  526-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Mercer 
Route:  RT  M 

Job  No:  2S0788 

Scoping  for  bridge  improvements  over  Union  Pacific  railroad  in  Mercer.  Project  involves  bridge  Y0438. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Mercer 
Route:  RT  P 

Job  No:  2S2179 

Scoping  for  bridge  improvements  over  Brush  Creek  5.7  miles  south  of  Rte.  B.  Project  involves  bridge  P0670. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Putnam 
Route:  US  136 

Job  No:  2P2186 

Scoping  for  bridge  improvements  over  Elm  Branch  1.1  miles  east  of  Rte.  139.  Project  involves  bridge  J0400. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Putnam 
Route:  RT  CC 

Job  No:  2S2180 

Scoping  for  bridge  improvements  over  Shoal  Creek  2.2  miles  north  of  Rte.  129.  Project  involves  bridge  N0074. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Saline 
Route:  RT  O 

Job  No:  2S2184 

Scoping  for  bridge  improvements  over  Thrailkill  Creek  6.0  miles  north  of  Marshall.  Project  involves  bridge  P0721 . 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Schuyler 
Route:  RT  C 

Job  No:  2S2174 

Scoping  for  bridge  improvements  over  south  fork  north  Fabius  River  0.7  miles  west  of  Rte.  CC.  Project  involves  bridge 
P0234. 

Fed                     State  Local 
0                        20  0 

10 

10 

County:  Sullivan 
Route:  MO  139 

Job  No:  2S2176 

Scoping  for  bridge  improvements  over  Newtown  Branch  0.6  miles  south  of  Rte.  EE.  Project  involves  bridge  S0583. 

Fed                     State  Local 
0                        20  0 

10 

10 

Fed                        State  Local 

o                  275                  o                     District  Engineering  Total: 

150 

125 

6/23/09 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Audrain 
Route:  US  54 

Job  No:  3P0533 

Value  Engineering  Study  for  corridor  improvements  from  Mexico  to  Bowling  Green. 

Fed  State 
0  25 

Local 
0 

25 

0 

County:  Clark 
Route:  US  61 

Job  No:  3P2181 

Scoping  for  bridge  improvements  over  Honey  Creek  and  Buck  Run  Creek,  0.9  mile  north  and  1 .5  miles  south  of  Rte.  Z. 

Fed                     State  Local 
0                       10  0 

10 

0 

County:  Knox 
Route:  MO  15 

Job  No:  3P0443 

Scoping  for  bridge  replacement  over  South  Fabius  Creek  1 .5  miles  south  of  Rte.  AA. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Knox 
Route:  MO  156 

Job  No:  3S0445 

Scoping  for  bridge  replacement  over  Salt  River  2  miles  east  of  Macon  County  line. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Knox 
Route:  MO  6 

Job  No:  3P2151 

Scoping  for  pavement  and  shoulder  treatment  from  Rte.  15  north  junction  in  Knox  County  east  to  Rte.  61  in  Marion 
County. 

Fed                     State  Local 
0                       2  0 

2 

0 

County:  Lewis 
Route:  RT  B 

Job  No:  3S2160 

Scoping  for  bridge  improvement  over  Wyaconda  River  1 .1  miles  north  of  Bus.  Rte.  61  in  LaGrange. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Lewis 
Route:  RT  H 

Job  No:  3S2161 

Scoping  for  bridge  improvement  over  Middle  Fabius  River  2.3  miles  south  of  Rte.  Y. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Lincoln 
Route:  MO  47 

Job  No:  3P2174 

Scoping  for  intersection  improvements  at  Fairgrounds  Road  and  Ellis  Avenue  in  Troy. 

Fed  State 
0  20 

Local 
0 

20 

0 

County:  Lincoln 
Route:  US  61 

Job  No:  3P0596B 

Scoping  for  corridor  improvements  from  Rte.  KK  south  junction  in  Lincoln  County  south  to  Rte.  A  in  St.  Charles  County. 

Fed                     State  Local 
0                        25  0 

25 

0 

County:  Lincoln 
Route:  RT  CC 

Job  No:  3S2183 

Scoping  for  bridge  improvement  over  Bryant's  Creek  3.6  miles  west  of  Rte.  79. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Lincoln 
Route:  RT  H 

Job  No:  3S0597 

Scoping  for  bridge  improvement  over  Cuivre  River  4.3  miles  north  of  Rte.  47. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Lincoln 
Route:  RT  J 

Job  No:  3S2182 

Scoping  for  bridge  improvement  over  Big  Creek  0.2  mile  south  of  Rte.  U  South  junction. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Lincoln 
Route:  RT  MM 

Job  No:  3S2184 

Scoping  for  bridge  improvement  over  Crooked  Creek  1 .5  miles  south  of  Rte.  C. 

Fed  State 
0  5 

Local 
0 

5 

0 

6/23/09 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Lincoln 
Route:  RT  Z 

Job  No:  3S0788 

Scoping  for  streambank  stabilization  to  protect  bridge  over  Sulphur  Creek  1 .4  miles  west  of  Rte.  HH. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Marion 
Route:  US  61 

Job  No:  3P0714 

Scoping  for  intersection  improvements  at  West  Ely  Road  and  Pleasant  Street  in  Hannibal. 

Fed  State 
0  10 

Local 
0 

10 

0 

County:  Marion 
Route:  MO  79 

Job  No:  3P2193 

Scoping  for  pavement  improvements  from  0.3  mile  north  of  Rte.  T  in  Marion  County  to  Rtes.  E  and  N  in  Ralls  County. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Marion 
Route:  RT  K 

Job  No:  3S2162 

Scoping  for  bridge  replacement  over  Cherry  Branch.  0.3  mile  north  of  Rte.  CC. 

Fed 
0 

State 
1 

Local 
0 

1 

0 

County:  Monroe 
Route:  MO  154 

Job  No:  3S2190 

Scoping  for  preventive  maintenance  of  various  bridges  on  Routes  154,  107  and  FF  in  Monroe  County  and  Route  J  in 
Ralls  County. 

Fed                     State  Local 
0                       10  0 

5 

5 

County:  Monroe 
Route:  US  24 

Job  No:  3P2153 

Scoping  for  pavement  treatment  from  Randolph  County  line  east  to  0.2  mile  west  of  Rte.  154. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Monroe 
Route:  RT  Z 

Job  No:  3S2163 

Scoping  for  bridge  rehabilitation  over  Long  Branch.  2.8  miles  south  of  Rte.  D. 

Fed 
0 

State 
1 

Local 
0 

1 

0 

County:  Monroe 
Route:  RT  Z 

Job  No:  3S2164 

Scoping  to  redeck  bridge  over  Brush  Creek.  1 .9  miles  north  of  Rte.  D. 

Fed 
0 

State 
1 

Local 
0 

1 

0 

County:  Montgomery 
Route:  MO  161 

Job  No:  3S0623 

Scoping  for  bridge  improvement  over  Smith  Branch  3.4  miles  south  of  Rte.  19. 

Fed 
0 

State 
1 

Local 
0 

1 

0 

County:  Montgomery 
Route:  IS  70 

Job  No:  312176 

Scoping  for  pavement  treatments  on  eastbound  lanes  from  1 .9  miles  west  of  Rtes.  E  and  Y  interchange  in  Montgomery 
County  to  0.5  mile  west  of  Rte.  47  in  Warren  County. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Montgomery 
Route:  IS  70 

Job  No:  312188 

Scoping  for  pavement  treatments  on  westbound  lanes  from  1.1  miles  east  of  Rte.  F  to  the  Callaway  County  line. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Montgomery 
Route:  IS  70 

Job  No:  312189 

Scoping  for  pavement  treatments  on  eastbound  lanes  from  1 .0  mile  west  of  Rte. 

Fed 
0 

161  to  2.1  miles  east  of  Rte.  F. 

State  Local 
5  0 

5 

0 

County:  Montgomery 
Route:  IS  70 

Job  No:  312195 

Scoping  for  bridge  improvements  over  Loutre  River  2.2  miles  west  of  Rte.  161 . 

Fed 
0 

State 
5 

Local 
0 

5 

0 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Montgomery 
Route:  RT  CC 

Job  No:  3S2165 

Scoping  to  redeck  bridge  over  Elkhom  Creek.  0.6  mile  west  of  Rte.  E. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Pike 
Route:  OR  61 

Job  No:  3P2185 

Scoping  for  bridge  improvement  over  Peno  Creek  1.1  miles  south  of  Rte.  B. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Pike 
Route:  MO  79 

Job  No:  3P2177 

Scoping  for  slide  correction  at  various  locations  from  0.3  mile  south  of  Rte.  TT,  south  0.7  miles. 

Fed  State 
0  10 

Local 
0 

10 

0 

County:  Ralls 
Route:  MO  19 

Job  No:  3P2152 

Scoping  for  pavement  treatment  from  0.2  mile  east  of  Rte.  61  in  Ralls  County  south  to  Rte.  J  in  Audrain  County. 

Fed                     State  Local 
0                        1  0 

1 

0 

County:  Ralls 
Route:  US  61 

Job  No:  3P0426 

Scoping  for  Hannibal  Expressway  from  Rte.  F  in  Marion  County  to  south  of  Rte  M  in  Ralls  County. 

Fed  State 
0  25 

Local 
0 

25 

0 

County:  Ralls 
Route:  RT  A 

Job  No:  3S2166 

Scoping  for  bridge  improvement  over  Turkey  Creek  2.6  miles  west  of  Rte.  61 . 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Scotland 
Route:  RT  C 

Job  No:  3S2186 

Scoping  for  bridge  improvement  over  South  Wyaconda  River  2.4  miles  west  of  Rte.  15. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Shelby 
Route:  RT  N 

Job  No:  3S2169 

Scoping  for  bridge  rehabilitation  over  Salt  River  3.5  miles  north  of  Rte.  36. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Shelby 
Route:  RT  W 

Job  No:  3S2168 

Scoping  to  redeck  bridge  over  Tiger  Fork  of  North  River  0.7  mile  south  of  Rte.  J. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Various 
Route:  Var 

Job  No:  3L1200 

Scoping  for  SFY  2012  thin  lift  overlay  program  for  various  routes  in  northeast  Missouri. 

Fed  State 
0  4 

Local 
0 

1 

3 

County:  Various 
Route:  Var 

Job  No:  3L1300 

Scoping  for  SFY  2013  thin  lift  overlay  program  for  various  routes  in  northeast  Missouri. 

Fed  State 
0  5 

Local 
0 

1 

4 

County:  Various 
Route:  Var 

Job  No:  3L1400 

Scoping  for  SFY  2014  thin  lift  overlay  program  for  various  routes  in  northeast  Missouri. 

Fed  State 
0  5 

Local 
0 

1 

4 

County:  Warren 
Route:  MO  47 

Job  No:  3P2155 

Scoping  for  an  Environmental  Impact  Statement  and  Location  Study  from  Rte.  94  south  to  Fifth  Street  in  Washington. 

Fed                     State  Local 
0                      199  0 

150 

49 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Warren 
Route:  MO  47 

Job  No:  3P2156 

Scoping  for  roadway  improvements  from  1 .4  miles  south  of  Rte.  CC  to  0.7  mile  north  of  Rte.  N. 

Fed  State 
0  15 

Local 
0 

15 

0 

County:  Warren 
Route:  MO  47 

Job  No:  3P2194 

Scoping  for  pavement  treatment  from  1 .2  miles  north  of  Rte.  CC  to  Missouri  River  bridge  at  Washington  (2  disconnected 
sections). 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Warren 
Route:  MO  94 

Job  No:  3S2187 

Scoping  for  bridge  improvement  over  Lost  Creek  3.2  miles  east  of  Rte.  B. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Warren 
Route:  RT  J 

Job  No:  3S0517 

Scoping  for  bridge  improvement  over  Indian  Camp  Creek  2.4  miles  north  of  Rte.  I-70. 

Fed  State 
0  5 

Local 
0 

5 

0 

Fed                       State  Local 

o                  450                  o                     District  Engineering  Total: 

385 

65 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Clay 
Route:  IS  35 

Job  No:  411773 

Scoping  to  improve  interchange  at  Rte.  291. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Clay 
Route:  IS  35 

Job  No:  411789 

Scoping  for  bridge  rehabilitation  from  the  Clinton  County  line  to  the  Metropolitan  Planning  Organization  boundary. 

Fed                     State  Local 
0                       10  0 

10 

0 

County:  Clay 
Route:  MO  92 

Job  No:4P1748 

Scoping  for  capacity  improvements  from  Nation  Road  to  1-35. 

Fed 
0 

State 
200 

Local 
0 

80 

120 

County:  Henry 
Route:  MO  13 

Job  No:4P1892 

Scoping  to  rehabilitate  bridge  over  the  South  Grand  River. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Henry 
Route:  BU  13 

Job  No:4S1935 

Scoping  for  pavement  rehabilitation  from  Rte.  7  to  Rte.  13. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Henry 
Route:  MO  18 

Job  No:  4S2276 

Scoping  for  bridge  improvements  on  bridge  over  Grand  River. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Henry 
Route:  MO  52 

Job  No:4P1876 

Scoping  for  pavement  improvements  on  Rte.  52  from  Main  Street  to  east  of  Rte.  B  and  on  Rte.  2  from  Benton  Street  to 
Benton  Street  in  the  City  of  Windsor. 

Fed                     State  Local 
0                         2  0 

2 

0 

County:  Henry 
Route:  MO  7 

Job  No:4P2215 

Scoping  for  bridge  improvements  at  bridges  over  Dillon  Creek  and  Big  River  Overflow. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Henry 
Route:  MO  7 

Job  No:  4P2231 

Scoping  to  upgrade  guardrail  at  various  bridge  locations  over  the  Big  Creek. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Jackson 
Route:  US  50 

Job  No:  4P2233 

Scoping  for  intersection  and  outer  road  improvements  at  Todd  George  Road,  Blackwell  Road,  and  Smart  Road  in  the 
City  of  Lee's  Summit. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Johnson 
Route:  MO  13 

Job  No:4P2178 

Scoping  for  pavement  improvements  from  NW  County  Road  400  to  Cooper  Road  in  the  City  of  Warrensburg. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Johnson 
Route:  MO  23 

Job  No:4S1142 

Scoping  for  bridge  replacement,  guardrail  improvements,  and  pavement  over  Blackwater  River  3.3  miles  north  of  Rte.  E. 

Fed                     State  Local 
0                       10  0 

10 

0 

County:  Johnson 
Route:  US  50 

Job  No:  4P2230 

Scoping  for  roadway  improvements  from  County  Road  821  to  County  Road  671 . 

Fed 
0 

State 
5 

Local 
0 

5 

0 

6/23/09 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Johnson 
Route:  RT  W 

Job  No:4S2216 

Scoping  to  improve  bridge  over  Blackwater  River. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Lafayette 
Route:  BU  13 

Job  No:4S2217 

Scoping  to  improve  culvert  .20  of  a  mile  west  of  First  Street  on  Business  13  near  the  City  of  Higginsville. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Lafayette 
Route:  IS  70 

Job  No:  412190 

Scoping  for  guardcable  upgrades  in  the  rural  area. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Lafayette 
Route:  IS  70 

Job  No:  4I2202 

Scoping  for  basic  interchange  lighting  at  various  locations  in  District  4. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Platte 
Route:  IS  29 

Job  No:  412018 

Scoping  for  bridge  improvements  at  the  Platte  River  bridge. 

Fed 
0 

State 
15 

Local 
0 

15 

0 

County:  Platte 
Route:  MO  45 

Job  No:  4P2005 

Scoping  for  roadway  improvements  at  Rte.  H  in  the  City  of  Weston. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Platte 
Route:  MO  45 

Job  No:  4P2203 

Scoping  for  bridge  replacement  over  the  Platte  River. 

Fed 
0 

State 
30 

Local 
0 

30 

0 

County:  Platte 
Route:  MO  92 

Job  No:4P2152 

Scoping  for  bridge  replacement  over  Rte.  45  in  the  City  of  Beverly. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Platte 
Route:  MO  92 

Job  No:4P1342B 

Scoping  for  capacity  improvements  from  the  Kansas  State  Line  to  I-29. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Platte 
Route:  RT  HH 

Job  No:4S2218 

Scoping  to  improve  bridge  at  I-29. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Platte 
Route:  RT  Z 

Job  No:4S2219 

Scoping  to  improve  bridge  at  Bee  Creek. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Ray 
Route:  MO  13 

Job  No:4P1888 

Scoping  for  bridge  maintenance  over  the  Missouri  River. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Ray 

Route:  Old  Route  10 

Job  No:  4S2264 

Scoping  for  thin  pavement  improvements  from  Business  10  to  Route  10. 

Fed 
0 

State 
1 

Local 
0 

1 

0 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Ray 
Route:  RT  Z 

Job  No:  4S2220 

Scoping  to  improve  bridge  at  Kinny  Creek. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Various 
Route:  1-70 

Job  No:  411 341 L 

Scoping  for  a  Supplemental  Environmental  Impact  Statement  study  from  St.  Louis  to  Kansas  City. 

Fed  State 
0  10 

Local 
0 

10 

0 

County:  Various 
Route:  Var 

Job  No:  4S2204 

Scoping  for  thin  pavement  treatments  at  various  locations  in  the  rural  District  4  area. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Various 
Route:  Var 

Job  No:  4P2252 

Scoping  to  improve  commuter  lots  at  various  locations. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

Fed                       State  Local 
0                         392  0 

District  Engineering  Total: 

272 

120 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Cass 
Route:  MO  2 

Job  No:4S2151 

Scoping  for  structure  replacement  1  mile  east  of  Rte.  71  over  Muddy  Creek  between  Eastwood  Street  west  junction  and 
Eastwood  Street  east  junction  in  City  of  Harrisonville. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Cass 
Route:  MO  7 

Job  No:4S1975 

Scoping  for  pavement  improvements  from  Rte.  VV  to  Cedar  Street  in  Pleasant  Hill. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Cass 
Route:  MO  7 

Job  No:  4P2257 

Scoping  for  capacity  improvements  from  Commercial  Street  to  Rte.  EE  near  the  city  of  Harrisonville. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Cass 
Route:  US  71 

Job  No:4P1475 

Scoping  for  signal  improvements,  replace  bridge,  and  capacity  improvements  at  the  Rte.  291  interchange 

Fed  State 
0  30 

Local 
0 

10 

20 

County:  Cass 
Route:  US  71 

Job  No:  4P2227 

Scoping  for  location  study  at  South  Rockhaven  Road  north  of  Harrisonville. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Cass 
Route:  US  71 

Job  No:  4P2247 

Project  scoping  for  a  location  study  at  21 1th  Street  from  Route  Y  to  Route  J  in  the  city  of  Peculiar. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Cass 
Route:  RT  E 

Job  No:  4S2280 

Scoping  for  roadway  improvements  at  Union  Pacific  Railroad  in  Strasburg. 

Fed  State 
0  20 

Local 
0 

20 

0 

County:  Cass 
Route:  RT  J 

Job  No:4S2179 

Scoping  for  pavement  improvements  from  Rte.  58  to  Rte.  71  near  the  City  of  Raymore. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Cass 

Route:  CRD  WEST  OUTER  RD  Job  No:  4S2030 

Scoping  for  pavement  treatments  from  north  of  bridge  over  South  Grand  River  to  Rte.  A  near  city  of  Archie. 

Fed                     State  Local 
0                         2  0 

2 

0 

County:  Clay 
Route:  MO  1 

Job  No:4S1600 

Scoping  for  roadway  improvements  from  200'  south  of  Wabash  Drive  intersection  to  I-35  interchange. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Clay 
Route:  US  169 

Job  No:4S1670 

Scoping  for  pavement  and  bridge  improvements  from  I-29  south  to  the  north  end  of  the  Broadway  Bridge. 

Fed  State 
0  15 

Local 
0 

15 

0 

County:  Clay 
Route:  US  169 

Job  No:4U1165 

Scoping  for  intersection  improvements  at  96th  Street  0.2  mile  north  of  Rte.  152. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Clay 
Route:  US  169 

Job  No:4U1166 

Scoping  for  grading,  paving  and  bridge  at  interchange  with  108th  Street  2.0  miles  north  of  Rte.  152  in  Kansas  City  area. 

Fed                     State  Local 
0                       3  0 

3 

0 
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PROJECT  BUDGETING 
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7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Clay 
Route:  US  169 

Job  No:  4P2008 

Scoping  for  location  and  design  of  interchange  between  126th  St.  to  132nd  Street. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Clay 
Route:  US  169 

Job  No:  4S2235 

Scoping  to  improve  median  barrier  from  Briarcliff  Road  to  the  Broadway  Bridge  in  the  Cities  of  Kansas  City  and  North 
Kansas  City. 

Fed                     State  Local 
0                        1  0 

1 

0 

County:  Clay 
Route:  US  169 

Job  No:  4P2254 

Scoping  for  investigation  of  mine  at  Briarcliff  Parkway. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Clay 
Route:  MO  210 

Job  No:4U1114 

Capacity  improvements  from  west  of  Eldon  Road  to  east  of  Rte.  291 . 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Clay 
Route:  MO  210 

Job  No:4S2165 

Scoping  for  pavement  treatments  from  Walker  Road  to  I-435  in  the  City  of  Kansas  City. 

Fed  State 
0  3 

Local 
0 

3 

0 

County:  Clay 
Route:  MO  269 

Job  No:4U1303F 

Scoping  for  bicycle/pedestrian  improvements  on  the  Chouteau  bridge. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Clay 
Route:  MO  283 

Job  No:  4S2232 

Scoping  to  convey  ownership  to  the  City  of  Kansas  City. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Clay 
Route:  IS  35 

Job  No:  412149 

Scoping  for  bridge  rehabilitation  from  the  Metropolitan  Planning  Organization  boundary  south  of  Rte.  92  to  Rte.  210 
(Armour  Road). 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Clay 
Route:  IS  435 

Job  No:  411980 

Scoping  for  ramp  improvements  at  Rte.  210. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Clay 
Route:  IS  435 

Job  No:  4I2223 

Scoping  to  replace  bridge  over  drainage  ditch. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Jackson 
Route:  MO  150 

Job  No:  4P2251 

Scoping  for  intersection  improvements  at  Botts  Road  in  the  city  of  Kansas  City. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Jackson 
Route:  MO  150 

Job  No:4P2251B 

Scoping  for  intersection  improvements  at  Thunderbird  Road  in  the  city  of  Kansas  City. 

Fed  State 
0  10 

Local 
0 

10 

0 

County:  Jackson 
Route:  US  24 

Job  No:  4P2222 

Scoping  for  bridge  improvements  at  Union  Pacific  railroad  bridge. 

Fed 
0 

State 
5 

Local 
0 

5 

0 
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7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Jackson 
Route:  US  24 

Job  No:  4P2234 

Scoping  for  pavement  improvements  from  Rte.  7  to  east  of  the  City  limits  of  Buckner. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Jackson 
Route:  291  OR 

Job  No:4S1940 

Scoping  for  outer  road  study/design  from  Courtney  Road  to  Kentucky  Road. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Jackson 
Route:  IS  35 

Job  No:  4I2275 

Feasibility  study  for  improvements  from  Kansas  State  Line  to  I-670. 

Fed 
0 

State 
150 

Local 
0 

150 

0 

County:  Jackson 
Route:  IS  35 

Job  No:  4I2277 

Scoping  for  bridge  improvements  st  Southwest  Boulevard  and  BNSF  Railroad. 

Fed 
0 

State 
20 

Local 
0 

20 

0 

County:  Jackson 
Route:  IS  35 

Job  No:  4I2278 

Scoping  for  bridge  improvements  to  bridge  over  Southwest  Boulevard  and  BNSF  Railroad  on  southboud  I-35. 

Fed                     State  Local 
0                       20  0 

20 

0 

County:  Jackson 
Route:  MO  350 

Job  No:4S1746 

Scoping  to  re-align  roadway  westbound  from  Sterling  Road  to  Maple  Street  in  Raytown. 

Fed  State 
0  10 

Local 
0 

10 

0 

County:  Jackson 
Route:  IS  435 

Job  No:  412155 

Scoping  for  pavement  improvements  between  63rd  Street  and  87th  Street  in  the  City  of  Kansas  City. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Jackson 
Route:  IS  435 

Job  No:  412156 

Scoping  for  pavement  improvements  from  87th  Street  to  Rte.  71  in  the  City  of  Kansas  City. 

Fed  State 
0  2 

Local 
0 

2 

0 

County:  Jackson 
Route:  IS  435 

Job  No:  4I2263 

Scoping  for  improvements  to  bridge  over  Missouri  River  within  Kansas  City. 

Fed 
0 

State 
1 

Local 
0 

1 

0 

County:  Jackson 
Route:  IS  470 

Job  No:  411942 

Scoping  for  purpose  and  need  statement,  and  traffic  analysis  of  I-470  corridor  from  39th  Street  to  Blue  Ridge  Boulevard. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Jackson 
Route:  IS  470 

Job  No:  412158 

Scoping  for  pavement  treatments  from  Raytown  Road  to  View  High  Drive  in  the  City  of  Kansas  City. 

Fed  State 
0  2 

Local 
0 

2 

0 

County:  Jackson 
Route:  IS  470 

Job  No:4l1942B 

Scoping  for  capacity  improvements  from  39th  Street  to  Rte.  50  in  the  cities  of  Lee's  Summit  and  Independence. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Jackson 
Route:  IS  470 

Job  No:4l1942C 

Scoping  for  interchange  improvements  at  I-70  in  the  City  of  Independence. 

Fed 
0 

State 
5 

Local 
0 

5 

0 
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7/2010- 
6/2014 

County:  Jackson 
Route:  US  50 

Job  No:  4P2281 

Scoping  for  pavement  improvements  from  I-470  to  the  Jackson  County  line. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Jackson 
Route:  IS  670 

Job  No:  4I2023 

Scoping  for  bridge  rehabilitation  at  Broadway,  Charlotte,  and  Holmes  bridges  in  downtown  Kansas  City. 

Fed  State 
0  400 

Local 
0 

200 

200 

County:  Jackson 
Route:  IS  670 

Job  No:4l1710B 

Scoping  for  lighting  Study  at  Bartle  Hall. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Jackson 
Route:  MO  7 

Job  No:4S2162 

Scoping  for  pavement  improvements  from  south  of  Rte.  40  to  Moreland  School  Road  in  Blue  Springs. 

Fed  State 
0  3 

Local 
0 

3 

0 

County:  Jackson 
Route:  IS  70 

Job  No:4l1486B 

Scoping  for  First  Tier  Environmental  Impact  Statement  from  Kansas  State  line  to  just  east  of  I-470  interchange. 

Fed                     State  Local 
0                        50  0 

50 

0 

County:  Jackson 
Route:  IS  70 

Job  No:  411788 

Scoping  for  bridge  improvement  on  east  and  westbound  bridges  from  Rte.  7  to  the  Saline  County  line. 

Fed  State 
0  10 

Local 
0 

10 

0 

County:  Jackson 
Route:  IS  70 

Job  No:  411916 

Scoping  for  bridge  improvements  at  the  Manchester  Trafficway  within  Kansas  City. 

Fed 
0 

State 
1 

Local 
0 

1 

0 

County:  Jackson 
Route:  IS  70 

Job  No:  4I2022 

Scoping  for  pavement  treatments  at  Little  Blue  Parkway  in  Independence. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Jackson 
Route:  IS  70 

Job  No:  412150 

Scoping  to  rehabilitate  various  overhead  bridges  from  23rd  Street  to  Phelps  Road. 

Fed 
0 

State 
20 

Local 
0 

20 

0 

County:  Jackson 
Route:  IS  70 

Job  No:  412199 

Scoping  for  basic  interchange  lighting  at  various  locations. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Jackson 
Route:  US  71 

Job  No:  4P2237 

Planning  study  on  Rte.  71  outer  roads  in  the  City  of  Grandview. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Jackson 
Route:  US  71 

Job  No:  4P2256 

Improve  interchange  at  155th  Street  in  the  cities  of  Grandview,  Belton  and  Kansas  City. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Jackson 
Route:  RTAA 

Job  No:  4S2029B 

Scoping  for  intersection  and  roadway  improvements  to  Rte.  AA  south  of  relocated  Rte.  40  in  the  city  of  Grain  Valley. 

Fed                     State  Local 
0                       17  0 

8 

9 
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7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Jackson 
Route:  Var 

Job  No:4P2191 

Scoping  for  bridge  approach  repair  to  improve  the  transition  from  pavement  to  bridge  in  the  urban  area. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Platte 
Route:  MO  152 

Job  No:4S1926 

Scoping  for  pavement  rehabilitation  from  Rte.  N  to  Rte.  1. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Platte 
Route:  OR  29 

Job  No:  412185 

Scoping  for  pavement  treatments  from  Rte.  9  to  64th  Street  (Prairie  View)  in  Kansas  City. 

Fed  State 
0  2 

Local 
0 

2 

0 

County:  Platte 
Route:  IS  29 

Job  No:  412221 

Scoping  to  improve  bridges  at  Rte.  45,  56th  Street,  72nd  Street,  and  Route  AA. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Platte 
Route:  MO  45 

Job  No:4P2169 

Scoping  for  pavement  treatments  from  Cosby  to  Roanridge  in  the  City  of  Kansas  City. 

Fed  State 
0  2 

Local 
0 

2 

0 

County:  Platte 
Route:  MO  45 

Job  No:4U1108C 

Scoping  for  roadway  improvements  from  Route  K  to  I-435  in  Platte  County. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Platte 
Route:  IS  635 

Job  No:  411643 

Scoping  for  bridge  improvements  from  I-29  interchange  to  north  end  of  Missouri  River  bridge. 

Fed  State 
0  2 

Local 
0 

2 

0 

County:  Platte 
Route:  US  69 

Job  No:4P1750 

Scoping  for  grading,  paving  and  drainage  to  upgrade  to  4  lanes  from  Gateway  to  Old  Pike. 

Fed  State 
0  2 

Local 
0 

2 

0 

County:  Platte 
Route:  US  69 

Job  No:4S2171 

Scoping  for  pavement  improvements  from  NW  Gateway  Avenue  to  Rte.  9  (Riverway  Blvd.). 

Fed  State 
0  3 

Local 
0 

3 

0 

County:  Platte 
Route:  US  69 

Job  No:  4S2206 

Scoping  for  bridge  replacement  at  Line  Creek  in  the  City  of  Riverside. 

Fed 
0 

State 
20 

Local 
0 

10 

10 

County:  Platte 
Route:  US  69 

Job  No:  4P2279 

Scoping  for  bridge  improvements  over  the  Missouri  River. 

Fed 
0 

State 
20 

Local 
0 

20 

0 

County:  Various 
Route:  Var 

Job  No:  4P2207 

Scoping  to  upgrade  guardrail  end  terminals  at  various  locations  in  the  urban  area 

Fed 
0 

State 
5 

Local 
0 

5 

0 

Fed                       State  Local 
0                          1,023  0 

District  Engineering  Total: 

784 

239 

6/23/09 


Section  3-17 
District  4 


(TMA) 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  pa*  (573)  5:6-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Benton 
Route:  US  65 

Job  No:  5P0915 

Scoping  for  pavement  improvements  from  south  of  Rte.  52  Jet.  to  Warsaw  adjacent  to  new  lanes. 

Fed  State 
0  117 

Local 
0 

56 

61 

County:  Benton 
Route:  MO  7 

Job  No:  5P0933 

Scoping  for  bridge  rehabilitation  over  the  Osage  River,  1 .4  miles  west  of  Rte.  65  north  junction.  Project  involves  bridge 
A3017. 

Fed                     State  Local 
0                       10  0 

5 

5 

County:  Benton 
Route:  MO  7 

Job  No:  5P2155 

Scoping  for  pavement  improvements  from  Rte.  PP  in  Tightwad  to  Rte.  65  in  Warsaw. 

Fed  State 
0  125 

Local 
0 

75 

50 

County:  Benton 
Route:  RT  T 

Job  No:  5S2180 

Scoping  for  bridge  improvements  over  Truman  Reservoir,  4.5  miles  west  of  Rte.  65.  Project  involves  bridge  A3692. 

Fed                     State  Local 
0                        52  0 

10 

42 

County:  Boone 
Route:  US  63 

Job  No:  5P0738 

Scoping  and  design  for  a  full  diamond  interchange  at  Rte.  63  and  Rte.  H  intersection. 

Fed  State 
0  100 

Local 
0 

100 

0 

County:  Boone 
Route:  US  63 

Job  No:  5P0891 

Scoping  for  interchange  capacity  and  safety  improvements  at  Rte.  63  and  WW  in  the  City  of  Columbia. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Boone 
Route:  US  63 

Job  No:  5P0964 

Scoping  for  pavement  improvements  on  northbound  lanes  from  0.5  mile  north  of  Rte.  124  to  the  Randolph  County  line. 

Fed                     State  Local 
0                        10  0 

10 

0 

County:  Boone 
Route:  IS  70 

Job  No:  512172 

Scoping  for  bridge  improvements  on  four  bridges  in  the  westbound  lanes  at  various  locations  in  Columbia.  Includes 
Bridge  L0284  over  Rte.  763,  L0845  over  West  Blvd.,  L0846  over  Garth  Blvd.  and  L0947  over  Hominy  Creek. 

Fed                     State  Local 
0                        15  0 

5 

10 

County:  Boone 
Route:  IS  70 

Job  No:  512176 

Scoping  for  pavement  improvements  on  the  eastbound  lanes  from  the  Lake  of  the  Woods  interchange  to  the  bridge  over 
Cedar  Creek  (L0332). 

Fed                     State  Local 
0                        15  0 

5 

10 

County:  Boone 
Route:  740 

Job  No:  5S0636 

Scoping  to  complete  environmental  study  from  Rte.  63  to  1-70  in  Columbia. 

Fed  State 
0  20 

Local 
0 

20 

0 

County:  Boone 
Route:  MO  740 

Job  No:  5S0842 

Scoping  for  roadway  improvements  to  reduce  congestion  and  improve  safety  from  1-70  to  Rte.  TT  (Broadway)  in 
Columbia. 

Fed                     State  Local 
0                        10  0 

10 

0 

County:  Boone 
Route:  RT  B 

Job  No:  5S2165 

Scoping  for  pavement  improvements  at  the  intersection  of  Brown  Station  Road. 

Fed  State 
0  2 

Local 
0 

2 

0 

6/23/09 


Section  3  -  18 
District  5 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  pa*  (573)  5:6-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Boone 
Route:  RT  E 

Job  No:  5S2182 

Scoping  for  bridge  and  roadway  improvements  from  0.1  mile  north  of  Perche  Creek  to  0.5  mile  north  of  the  Columbia  city 
limits.  Project  includes  bridges  A0557  over  Perche  Creek  and  A0558  over  Rocky  Fork  Creek. 

Fed                     State  Local 
0                        30  0 

5 

25 

County:  Callaway 
Route:  BU  54 

Job  No:  5S0927 

Scoping  for  bridge  improvements  on  two  bridges  over  Stinson  Creek.  Project  involves  bridges  H0645  and  1555013 
(maintained  by  City  of  Fulton). 

Fed                     State  Local 
0                       10  0 

10 

0 

County:  Callaway 
Route:  US  54 

Job  No:  5P0959 

Scoping  for  pavement  improvements  on  eastbound  lanes  from  the  crossover  at  Old  Rte.  54  to  the  Audrain  County  line. 

Fed                     State  Local 
0                       10  0 

5 

5 

County:  Callaway 
Route:  US  54 

Job  No:  5P0956 

Scoping  for  pavement  improvements  on  eastbound  lanes  from  0.1  mile  east  of  Rte.  AA/OO  interchange  to  County  Road 
318. 

Fed                     State  Local 
0                         7  0 

2 

5 

County:  Callaway 
Route:  US  54 

Job  No:  5P0958 

Scoping  for  pavement  improvements  on  westbound  lanes  from  Audrain  County  line  to  crossover  at  Old  Rte.  54. 

Fed                     State  Local 
0                        10  0 

5 

5 

County:  Callaway 
Route:  US  54 

Job  No:  5P2156 

Scoping  and  design  for  a  bicycle/pedestrian  bridge  attachment  across  the  Missouri  River  at  the  Cole/Callaway  County 
line.  Includes  bridge  L0550. 

Fed                     State  Local 
0                      150  0 

150 

0 

County:  Callaway 
Route:  54 

Job  No:  5P2161 

Scoping  for  environmental  and  location  study  for  new  AmerenUE  powerplant  access  southwest  of  Fulton. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Callaway 
Route:  US  54 

Job  No:  5P2175 

Scoping  for  pavement  improvements  on  the  westbound  lanes  from  0.4  mile  west  of  Rte.  AA/OO  interchange  in  Holts 
Summit  to  the  Missouri  River  Bridge. 

Fed                     State  Local 
0                        15  0 

5 

10 

County:  Callaway 
Route:  IS  70 

Job  No:  5I0972 

Scoping  for  pavement  improvements  on  the  westbound  lanes  from  the  Rte.  D  overpass,  2.0  miles  west  of  Williamsburg, 
to  Auxvasse  Creek. 

Fed                     State  Local 
0                         4  0 

2 

2 

County:  Cole 
Route:  MO  179 

Job  No:  5S0906 

Scoping  for  consultant  design  of  interchange  south  of  Edgewood  Drive. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Cole 
Route:  MO  179 

Scoping  for  roadway  improvements  from  new  interchange,  between  Edgewood  Drive  and  Rte.  C,  east  to  St.  Mary's 
Job  No:  5S0906B  Hospital. 

Fed                     State  Local 
0                       10  0 

10 

0 

6/23/09 


Section  3  -  19 
District  5 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  pa*  (573)  5:6-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Cole 
Route:  US  50 

Job  No:  5P0965 

Scoping  for  pavement  improvements  on  the  westbound  lanes  from  Truman  Boulevard  to  0.6  mile  west  of  Rte.  D. 

Fed                     State  Local 
0                        50  0 

15 

35 

County:  Cole 
Route:  US  50 

Job  No:  5P0966 

Scoping  for  pavement  improvements  on  the  eastbound  lanes  from  0.6  mile  west  of  Rte.  D  to  Truman  Boulevard. 

Fed                     State  Local 
0                        50  0 

15 

35 

County:  Cole 
Route:  US  50 

Job  No:  5P0969 

Scoping  for  pavement  improvements  on  eastbound  lanes  from  0.1  mile  west  of  Lisletown  Road  to  the  concrete 
pavement  just  west  of  Big  Meadows  Road. 

Fed                     State  Local 
0                        15  0 

5 

10 

County:  Cole 
Route:  US  50 

Scoping  for  an  environmental  impact  statement  and  location  study  from  Missouri  Blvd.  to  Eastland  Drive  in  Jefferson 
Job  No:  5P0820B  City. 

Fed                     State  Local 
0                        20  0 

20 

0 

County:  Cole 
Route:  US  54 

Job  No:  5P2174 

Scoping  for  pavement  improvements  from  the  Missouri  River  Bridge  to  0.25  mile  west  of  Stadium  Blvd.  in  Jefferson  City. 
Includes  ramps  at  Rte.  50/54/63  interchange  (tri-level). 

Fed                     State  Local 
0                        15  0 

5 

10 

County:  Cooper 
Route:  IS  70 

Job  No:  512169 

Scoping  for  pavement  improvements  on  eastbound  lanes  from  1 .2  miles  east  of  the  Lamine  River  to  0.4  miles  west  of 
Rte.  87. 

Fed                     State  Local 
0                        15  0 

10 

5 

County:  Cooper 
Route:  MO  87 

Job  No:  5S2177 

Scoping  for  pavement  improvements  from  1-70  north  to  Main  St.  (old  Rte.  B)  in  Boonville. 

Fed                     State  Local 
0                        15  0 

5 

10 

County:  Gasconade 
Route:  MO  100 

Job  No:  5S2181 

Scoping  for  intersection  improvements  at  Rte.  J,  6.0  miles  west  of  Hermann. 

Fed                     State  Local 
0                        15  0 

5 

10 

County:  Miller 
Route:  MO  17 

Job  No:  5P0928 

Scoping  for  bridge  improvements  over  Saline  Creek,  3.2  miles  north  of  Rte.  52,  near  Tuscumbia.  Project  involves  bridge 
H0119. 

Fed                     State  Local 
0                       200  0 

100 

100 

County:  Miller 
Route:  MO  42 

Job  No:  5P2183 

Scoping  for  safety  improvements  at  the  intersection  of  Rte.  17,  in  Iberia. 

Fed                     State  Local 
0                       10  0 

5 

5 

County:  Moniteau 
Route:  MO  5 

Job  No:  5P2158 

Scoping  for  pavement  improvements  from  Rte.  50  in  Tipton  to  Rte.  52  west  junction,  in  Versailles.  Includes  Rte.  52  from 
Rte.  5  east  junction  to  Rte.  C. 

Fed                     State  Local 
0                       138  0 

70 

68 

6/23/09 


Section  3  -  20 
District  5 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JcRbnon  City.  MO  65102 
PtHJOS  (573)  526-8058  l;a>L  (573)  526-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Morgan                                          Scoping  for  pavement  improvements  from  the  Rte.  52  west  junction  in  Versailles  to  0.2  mile  south  of  Rte.  TT  south 
Route:  MO  5                         JobNo:5P2160  junction. 

Fed                     State  Local 
0                        20  0 

20 

0 

County:  Osage                                            Scoping  for  roadway  improvements  from  Sugar  Creek  to  2.0  miles  south  of  Rte.  B,  near  Meta. 
Route:  MO  133                       JobNo:5P2167                                                                                            Fed                    State  Local 

0                       10  0 

10 

0 

County:  Osage                                            Scoping  for  environmental  work  from  Rte.  50  to  the  existing  four-lane  in  Rolla. 

Route:  US  63                         Job  No:  5P0950                                                                                            Fed                    State  Local 

0                        10  0 

10 

0 

County:  Osage                                            Scoping  for  pavement  improvements  from  0.5  mile  south  of  Rte.  50  to  Rte.  P  in  Freeburg. 

Route:  US  63                         JobNo:5P2157                                                                                            Fed                    State  Local 

0                        10  0 

10 

0 

County:  Pettis                                             Scoping  for  bridge  improvements  over  Flat  Creek,  2.6  miles  south  of  Rte.  50.  Involves  bridge  A2124. 
Route:  RT  U                           JobNo:5S2150                                                                                            Fed                    State  Local 

0                       10  0 

10 

0 

Fed                        State  Local 

o                  1,340                  o                     District  Engineering  Total: 

822 

518 

6/23/09 


Section  3-21 
District  5 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  l;a>L  (573)  5:6-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Franklin 
Route:  MO  100 

Job  No:  6P2204 

Scoping  for  pavement  treatment  from  the  Gasconade  County  line  to  Rte.  KK. 

Fed 
0 

State 
100 

Local 
0 

70 

30 

County:  Franklin 
Route:  MO  100 

Job  No:  6P2206 

Scoping  for  pavement  treatment  from  Rte.  AT  to  I-44  in  Gray  Summit. 

Fed 
0 

State 
45 

Local 
0 

35 

10 

County:  Franklin 
Route:  MO  100 

Job  No:  6S2227 

Scoping  for  intersection  improvements  at  Rte.  MM  in  Gray  Summit. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Franklin 
Route:  MO  185 

Job  No:  6S2193 

Scoping  for  pavement  improvements  from  Rte.  H  to  north  outer  road  I-44. 

Fed 
0 

State 
9 

Local 
0 

5 

4 

County:  Franklin 
Route:  IS  44 

Job  No:  6I2295 

Scoping  from  safety  improvements  at  Rte.  50. 

Fed 
0 

State 
15 

Local 
0 

10 

5 

County:  Franklin 
Route:  IS  44 

Job  No:  61201 1B 

Scoping  to  rebuild  pavement  from  Pin  Oak  Creek  to  Rte.  100  West. 

Fed 
0 

State 
11 

Local 
0 

1 

10 

County:  Franklin 
Route:  MO  47 

Job  No:  6P2286 

Scoping  to  relocate  north  outer  road  and  the  signalization  of  Rte.  47  at  the  I-44  interchange  in  St.  Clair. 

Fed  State 
0  30 

Local 
0 

10 

20 

County:  Franklin 
Route:  RTA 

Job  No:  6S2194 

Scoping  for  pavement  improvements  from  Rte.  100  to  Rte.  47. 

Fed 
0 

State 
27 

Local 
0 

17 

10 

County:  Franklin 
Route:  RT  AT 

Job  No:  6S2205 

Scoping  for  pavement  treatment  from  Rte.  50  to  Rte.  100. 

Fed 
0 

State 
30 

Local 
0 

20 

10 

County:  Franklin 
Route:  RT  T 

Job  No:  6S2228 

Scoping  for  safety  improvements  at  various  locations  on  Rte.  T  and  Rte.  V. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Franklin 
Route:  Var 

Job  No:  6I2298 

Scoping  to  improve  existing  ITS  devices  at  various  locations  in  Franklin  County. 

Fed 
0 

State 
230 

Local 
0 

90 

140 

County:  Jefferson 
Route:  MO  21 

Job  No:  6P2292 

Scoping  to  install  lighting  facilities  at  Rte.  M. 

Fed 
0 

State 
12 

Local 
0 

5 

7 

County:  Jefferson 
Route:  MO  30 

Job  No:  6S2077 

Scoping  to  resurface  pavement  from  Rte.  PP  to  Rte.  B. 

Fed 
0 

State 
265 

Local 
0 

100 

165 

6/23/09 


Section  3  -  22 
District  6 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  l;a>L  (573)  526-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Jefferson 
Route:  US  61 

Job  No:  6S2093 

Scoping  to  rehabilitate  bridge  over  Glaize  Creek  south  of  Rte.  MM. 

Fed 
0 

State 
30 

Local 
0 

10 

20 

County:  Jefferson 
Route:  RT  B 

Job  No:  6S2191 

Scoping  for  roadway  improvements  from  Rte.  30  to  Rte.  21 . 

Fed 
0 

State 
40 

Local 
0 

30 

10 

County:  Jefferson 
Route:  RT  MM 

Scoping  to  widen  Rte.  MM  to  5  lanes,  new  connection  Dulin  Creek  to  Rte.  30/Wild  Cherry  Road  and  turn  lanes  from 
Job  No:  6S2027B  Hillsboro  House  Springs  Road  to  Rte.  30  and  new  connection  at  Raetta/Wild  Cherry  from  Dulin  Creek  to  Rte.  30. 

Fed                     State  Local 
0                       630  0 

450 

180 

County:  Jefferson 
Route:  RT  Z 

Job  No:  3S2009L 

Scoping  for  pavement  and  shoulder  improvements  from  Rte.  61/67  to  Rte.  A. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  St.  Charles 
Route:  364 

Job  No:  6U1028 

Scoping  for  grading,  drainage,  paving  and  bridges  for  Page  Avenue  from  Rte.  N  (Mid  Rivers  Mall  Drive)  to  Rte.  40/61 . 

Fed                     State  Local 
0                       10  0 

10 

0 

County:  St.  Charles 
Route:  364 

Scoping  for  grading,  paving,  lighting,  signals,  one  way  outer  roads  and  bridges  Rte.  94  at  Mid  Rivers  Mall  Dr.  to  .3  mile 
Job  No:  6U1028B  west  of  Central  School  Rd. 

Fed                       State  Local 
1.360                     340  0 

1,700 

0 

County:  St.  Charles 
Route:  364 

Job  No:  6U1028D 

Scoping  for  grading,  drainage,  bridges  and  interchange  for  Page  Avenue  extension  from  Hanley  Road  to  McCluer  Road. 

Fed                     State  Local 
0                        10  0 

10 

0 

County:  St.  Charles 
Route:  US  40 

Job  No:  6P2275 

Scoping  for  pavement  treatment  east  and  west  of  Rte.  DD  (westbound  lanes  only). 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  St.  Charles 
Route:  US  67 

Job  No:  6P2031 

Scoping  for  bridge  maintenance  on  the  Lewis  Bridge  over  the  Missouri  River. 

Fed 
0 

State 
100 

Local 
0 

100 

0 

County:  St.  Charles 
Route:  IS  70 

Job  No:  611751 

Scoping  to  replace  fence  along  1-70  South  Outer  Road  from  Dardenne  Creek  to  west  of  Rte.  C. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  St.  Charles 
Route:  IS  70 

Job  No:  6I2002 

Scoping  to  add  a  westbound  through  lane  from  TR  Hughes  Boulevard  interchange  to  Rte.  K. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  St.  Charles 
Route:  OR  70 

Job  No:  612241 

Scoping  for  pavement  treatment  from  the  Warren  County  line  to  Lake  Saint  Louis  Boulevard. 

Fed  State 
0  180 

Local 
0 

60 

120 

County:  St.  Charles 
Route:  OR  70 

Job  No:  6I2240 

Scoping  for  pavement  treatment  from  Rte.  79  to  Rte.  94. 

Fed 
0 

State 
100 

Local 
0 

50 

50 
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6/2014 

County:  St.  Charles 
Route:  IS  70 

Job  No:  612276 

Scoping  for  pavement  treatment  from  Rte.  K  to  Rte.  C. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  St.  Charles 
Route:  IS  70 

Job  No:  612277 

Scoping  for  pavement  treatment  from  Wentzville  Parkway  to  Lake  St.  Louis  Boulevard. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  St.  Charles 
Route:  MO  79 

Job  No:  6P2201 

Scoping  to  add  left  turn  lanes  at  Rte.  Y  and  Hackmann  Road. 

Fed 
0 

State 
30 

Local 
0 

20 

10 

County:  St.  Charles 
Route:  MO  79 

Job  No:  6P2294 

Scoping  to  add  left  turn  lane  at  Vomund  Road  and  Dyer  Road. 

Fed 
0 

State 
65 

Local 
0 

40 

25 

County:  St.  Charles 
Route:  MO  94 

Job  No:  6S1837 

Scoping  to  improve  signal  facility  to  arterial  ITS  requirements  from  I-70  to  Rte.  40. 

Fed 
0 

State 
190 

Local 
0 

70 

120 

County:  St.  Charles 
Route:  MO  94 

Job  No:  3S2009J 

Scoping  for  pavement  improvements  and  shoulder  widening  from  west  of  Rte.  D  to  Walnut  Springs  Drive. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  St.  Charles 
Route:  MO  94 

Job  No:  3S2009K 

Scoping  for  shoulder  improvements  from  Burlington  Northern  railroad  to  Rte.  H/J  interchange. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  St.  Charles 
Route:  RT  C 

Job  No:  6S2274 

Scoping  to  construct  the  I-70  Reliever  Road  from  Rte  370  to  Rte.  79  from  1 .0  mile  north  of  Salt  River  Road  to  Salt  River 
Road. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  St.  Charles 
Route:  RT  D 

Job  No:  6S2192 

Scoping  for  pavement  improvements  from  Rte.  Z  to  Rte.  94. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  St.  Charles 
Route:  RT  DD 

Job  No:  6S2281 

Scoping  to  widen  pavement  and  add  shoulders  from  0.25  mile  west  of  Rte.  40/61  to  0.35  mile  east  of  Sommers  Road. 

Fed                     State  Local 
0                       23  0 

23 

0 

County:  St.  Charles 
Route:  RT  K 

Job  No:  6Q1846 

Scoping  to  improve  the  existing  ITS  devices  from  I-70  to  I-64. 

Fed 
0 

State 
120 

Local 
0 

60 

60 

County:  St.  Charles 
Route:  RT  K 

Job  No:  6S2137 

Scoping  to  construct  a  soundwall  at  Clear  Creek  Drive. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  St.  Charles 
Route:  RT  N 

Job  No:  6S2101 

Scoping  for  capacity  improvement  of  left  turn  lane  and  shoulders  from  Round  Tower  East  Drive  to  Weiss  Road. 

Fed                     State  Local 
0                        10  0 

10 

0 
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County:  St.  Charles 
Route:  RT  P 

Job  No: 

6S2088 

Scoping  to  replace  culverts  east  and  west  of  Parr  Road  intersection. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  St.  Louis 
Route:  MO  109 

Job  No: 

6S1974 

Scoping  to  rehabilitate  and  widen  bridge  at  Rte.  100. 

Fed 
0 

State 
10 

Local 
0 

5 

5 

County:  St.  Louis 
Route:  MO  109 

Job  No: 

6S2046 

Scoping  for  roundabout  at  Pond  Graver  Loop  Road. 

Fed 
0 

State 
60 

Local 
0 

50 

10 

County:  St.  Louis 
Route:  MO  109 

Job  No: 

6S2198 

Scoping  for  pavement  treatment  from  south  of  Rte.  100  to  the  Meramec  River. 

Fed 
0 

State 
520 

Local 
0 

400 

120 

County:  St.  Louis 
Route:  MO  115 

Job  No: 

6P2264 

Scoping  for  signal  and  lighting  reconstruction  at  Lucas  and  Hunt  Road. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  St.  Louis 
Route:  MO  115 

Job  No: 

6P2265 

Scoping  for  signal  and  lighting  reconstruction  at  Brown  Road. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  St.  Louis 
Route:  MO  141 

Job  No: 

6U0807D 

Scoping  to  relocate  MSD  sewer  facilities  from  north  of  St.  Luke's  Hospital  Drive  to  north  of  Rte.  AB. 

Fed  State 
0  300 

Local 
0 

300 

0 

County:  St.  Louis 
Route:  MO  21 

Job  No: 

6P2296 

Scoping  to  improve  signal  facilities  to  arterial  ITS  on  Rte.  21  from  Rte.  141  to  Rte.  30  and  on  Rte.  231  from  Sappington 
Barracks  Road  to  Becker  Road. 

Fed                     State  Local 
0                       181  0 

1 

180 

County:  St.  Louis 
Route:  MO  231 

Job  No: 

6S2217 

Scoping  for  signal  and  lighting  reconstruction  at  Sappington  Road. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  St.  Louis 
Route:  MO  231 

Job  No: 

6P2266 

Scoping  for  signal  and  lighting  reconstruction  at  Hoffmeister  Avenue. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  St.  Louis 
Route:  MO  231 

Job  No: 

6P2267 

Scoping  for  signal  and  lighting  reconstruction  at  Telegraph  Road/Kingston  Drive. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  St.  Louis 
Route:  MO  231 

Job  No: 

6P2291 

Scoping  to  install  lighting  facilities  at  Fine  Road. 

Fed 
0 

State 
12 

Local 
0 

5 

7 

County:  St.  Louis 
Route:  MO  267 

Job  No: 

6S2268 

Scoping  for  signal  and  lighting  reconstruction  at  Buckley  Road. 

Fed 
0 

State 
10 

Local 
0 

10 

0 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  St.  Louis 
Route:  MO  267 

Job  No:  6S2269 

Scoping  for  signal  and  lighting  reconstruction  at  Reavis  Barracks  Road. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  St.  Louis 
Route:  IS  270 

Job  No:  612090 

Scoping  to  rehabilitate  bridge  over  Conway  Road. 

Fed 
0 

State 
86 

Local 
0 

43 

43 

County:  St.  Louis 
Route:  IS  270 

Job  No:  612231 

Scoping  for  pavement  treatment  at  the  Rte.  H  (Riverview)  interchange. 

Fed 
0 

State 
15 

Local 
0 

5 

10 

County:  St.  Louis 
Route:  IS  270 

Job  No:  6I2233 

Scoping  for  bridge  improvements  at  Rte.  AC. 

Fed 
0 

State 
655 

Local 
0 

165 

490 

County:  St.  Louis 
Route:  IS  270 

Job  No:  6I2245 

Scoping  for  barrier  wall  upgrade  from  Rte.  N  to  Rte.  AC. 

Fed 
0 

State 
30 

Local 
0 

15 

15 

County:  St.  Louis 
Route:  IS  270 

Job  No:  6I2288 

Scoping  for  signing  and  striping  improvements  from  McDonnell  Blvd  to  east  of  Rte.  367. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  St.  Louis 
Route:  MO  30 

Job  No:  6Q1845 

Scoping  to  improve  existing  ITS  devices  from  Rte.  B/NN  to  River  Des  Peres  Blvd. 

Fed 
0 

State 
150 

Local 
0 

60 

90 

County:  St.  Louis 
Route:  MO  30 

Job  No:  6S2219 

Scoping  for  signal  and  lighting  improvement  at  Seibert. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  St.  Louis 
Route:  MO  340 

Job  No:  6Q1847 

Scoping  to  improve  the  existing  ITS  devices  from  Rte.  100  to  Ferguson  Avenue. 

Fed 
0 

State 
125 

Local 
0 

60 

65 

County:  St.  Louis 
Route:  MO  340 

Job  No:  6P2270 

Scoping  to  replace  aged  lighting  facilities  at  Tempo  Road. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  St.  Louis 
Route:  MO  340 

Job  No:  6P2273 

Scoping  for  signal  and  lighting  facility  reconstruction  and  turning  radius  improvements  at  Rte.  JJ  (Ballas  Road). 

Fed                     State  Local 
0                        15  0 

5 

10 

County:  St.  Louis 
Route:  MO  366 

Job  No:  6S2255 

Scoping  for  signal  modifications,  pedestrian  accomodations,  and  sidewalks  from  McKenzie  Road  to  Kenrick  Manor 
Road. 

Fed                     State  Local 
0                        17  0 

10 

7 

County:  St.  Louis 
Route:  US  40 

Job  No:  6P1436 

Scoping  to  construct  a  new  bridge  and  rehabilitate  existing  bridge  to  connect  a  new  outer  roadway  from  1  mile  west  of  to 
1  mile  east  of  Missouri  River. 

Fed                     State  Local 
640                      160  0 

800 

0 
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County:  St.  Louis 
Route:  OR  40 

Job  No:  612199 

Scoping  for  pavement  treatment  from  east  of  Boone's  Crossing  to  east  of  Spirit  Blvd.  in  the  Chesterfield  Valley. 

Fed                     State  Local 
0                      125  0 

40 

85 

County:  St.  Louis 
Route:  IS  44 

Job  No:  6I2026 

Scoping  for  pavement  treatment  east  and  west  of  Antire  Road. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  St.  Louis 
Route:  IS  44 

Job  No:  6I2239 

Scoping  to  rehabilitate  retaining  wall  from  Big  Bend  Blvd.  to  west  of  Elm  Avenue. 

Fed 
0 

State 
30 

Local 
0 

30 

0 

County:  St.  Louis 
Route:  IS  44 

Job  No:  6I2263 

Scoping  to  complete  Access  Justification  Report  (AJR)  to  add  westbound  ramps  to  1-44  at  Rte.  66  State  Park. 

Fed                     State  Local 
0                       25  0 

25 

0 

County:  St.  Louis 
Route:  IS  44 

Job  No:  6I2278 

Scoping  for  pavement  treatment  from  the  Franklin  County  line  to  east  of  Six  Flags  Road. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  St.  Louis 
Route:  IS  44 

Job  No:  6I2285 

Scoping  for  a  traffic/operations  study  at  the  1-270  interchange. 

Fed 
159 

State 
18 

Local 
0 

177 

0 

County:  St.  Louis 
Route:  IS  44 

Job  No:  6I2299 

Scoping  for  pavement  and  shoulder  treatment  to  eliminate  ponding  from  west  of  Central  Ave.  to  east  of  Six  Flags  Rd. 

Fed                     State  Local 
0                        80  0 

80 

0 

County:  St.  Louis 
Route:  IS  55 

Job  No:  612135 

Scoping  for  roadway  improvements  from  Rte.  61  to  south  of  Richardson  Road. 

Fed 
0 

State 
35 

Local 
0 

10 

25 

County:  St.  Louis 
Route:  IS  55 

Job  No:  612218 

Scoping  for  signal  and  lighting  reconstruction  at  Bayless. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  St.  Louis 
Route:  US  61 

Job  No:  6Q1843 

Scoping  to  improve  signal  facilities  to  arterial  ITS  from  Rte.  267  to  Rte.  110. 

Fed 
0 

State 
210 

Local 
0 

90 

120 

County:  St.  Louis 
Route:  US  67 

Job  No:  6S1957 

Scoping  to  resurface  from  I-270  to  Norfolk  Southern  Railroad. 

Fed 
0 

State 
625 

Local 
0 

125 

500 

County:  St.  Louis 
Route:  US  67 

Job  No:  6S2210 

Scoping  for  bridge  improvements  at  Deer  Creek. 

Fed 
0 

State 
29 

Local 
0 

5 

24 

County:  St.  Louis 
Route:  US  67 

Job  No:  6S2215 

Scoping  to  replace  lighting  facilities  at  I-64. 

Fed 
0 

State 
17 

Local 
0 

5 

12 
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County:  St.  Louis 
Route:  IS  70 

Job  No:  612104 

Scoping  to  rehabilitate  (preventive  and  routine  maintenance  including  expansion  devices  and  approach  pavements)  of 
1 1  bridges  at  the  1-170  interchange. 

Fed                     State  Local 
0                       600  0 

25 

575 

County:  St.  Louis 
Route:  IS  70 

Job  No:  6I2238 

Scoping  for  pavement  treatment  on  the  Earth  City  interchange. 

Fed 
0 

State 
80 

Local 
0 

40 

40 

County:  St.  Louis 
Route:  IS  70 

Job  No:  6I2232 

Scoping  for  bridge  improvements  at  I-270  directional  interchanges. 

Fed 
0 

State 
820 

Local 
0 

200 

620 

County:  St.  Louis 
Route:  IS  70 

Job  No:  6I2244 

Scoping  for  guardrail  upgrades  at  1-170  interchange. 

Fed 
0 

State 
6 

Local 
0 

3 

3 

County:  St.  Louis 
Route:  IS  70 

Job  No:  612271 

Scoping  to  replace  aged  lighting  facilities  at  Fee  Fee  Road. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  St.  Louis 
Route:  IS  70 

Job  No:  6I2287 

Scoping  to  add  guardrail,  signing,  barrier  wall  from  Jennings  Station  Road  to  west  of  1-170. 

Fed  State 
0  10 

Local 
0 

10 

0 

County:  St.  Louis 
Route:  RTAB 

Job  No:  6S2211 

Scoping  for  bridge  improvements  at  Hibler  Creek. 

Fed 
0 

State 
37 

Local 
0 

5 

32 

County:  St.  Louis 
Route:  RT  AC 

Job  No:  6S2230 

Scoping  for  pavement  treatment  from  Coldwater  Creek  to  Rte.  67. 

Fed 
0 

State 
60 

Local 
0 

30 

30 

County:  St.  Louis 
Route:  RT  B 

Job  No:  6S2229 

Scoping  for  pavement  treatment  from  Rte.  180  to  Rte.  67. 

Fed 
0 

State 
100 

Local 
0 

50 

50 

County:  St.  Louis 
Route:  RT  D 

Job  No:  6P2297 

Scoping  to  improve  signal  facilities  to  arterial  ITS  on  Rte.  D  from  I-270  to  Skinker  Blvd,  on  Rte. 
Blvd  and  on  Rte.  1 15  from  I-70  to  Goodfellow  Blvd. 

Fed  State 
0  131 

180  from  I-270  to  Skinker 

Local 
0 

1 

130 

County:  St.  Louis 
Route:  RT  N 

Job  No:  6S2179 

Scoping  for  signal  improvement  at  1-270  and  Connolly  Road  at  McCluer  High  Schoo 

Fed 
0 

. 

State 
9 

Local 
0 

5 

4 

County:  St.  Louis  City 
Route:  MO  100 

Job  No:  6P2236 

Scoping  for  pavement  treatment  from  the  St.  Louis  City  limits  to  Spring  Avenue. 

Fed 
0 

State 
35 

Local 
0 

20 

15 

County:  St.  Louis  City 
Route:  MO  100 

Job  No:  6P2280 

Scoping  to  improve  existing  ADA  ramps  from  Broadway  Street  to  McCausland  Avenue. 

Fed  State 
0  12 

Local 
0 

10 

2 
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County:  St.  Louis  City 
Route:  MO  115 

Job  No: 

6P2237 

Scoping  for  pavement  treatment  on  Rte  115  from  the  St.  Louis  City  limits  to  Salisbury  Street  and  Salisbury  Street  from 
Natural  Bridge  Road  to  I-70. 

Fed                     State  Local 
0                        60  0 

30 

30 

County:  St.  Louis  City 
Route:  IS  270 

Job  No: 

6I2272 

Scoping  to  replace  aged  lighting  facilities  from  Riverview  Drive  to  east  of  1-170. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  St.  Louis  City 
Route:  MO  30 

Job  No: 

6P2289 

Scoping  to  replace  existing  signal  and  lighting  facilities  at  Morganford  Road. 

Fed 
0 

State 
20 

Local 
0 

5 

15 

County:  St.  Louis  City 
Route:  MO  30 

Job  No: 

6P2290 

Scoping  to  replace  existing  signal  and  lighting  facilities  at  Arsenal  Avenue. 

Fed 
0 

State 
20 

Local 
0 

5 

15 

County:  St.  Louis  City 
Route:  MO  366 

Job  No: 

6S2234 

Scoping  for  pavement  treatment  from  the  St.  Louis  City  limits  to  Brannon  Avenue. 

Fed 
0 

State 
30 

Local 
0 

15 

15 

County:  St.  Louis  City 
Route:  IS  44 

Job  No: 

6I2089 

Scoping  to  remove  and  replace  existing  bridge  deck  and  roadway  improvements  at  Jamison  Avenue. 

Fed  State 
0  20 

Local 
0 

20 

0 

County:  St.  Louis  City 
Route:  IS  55 

Job  No: 

612125 

Scoping  to  resurface  from  I-44  to  4500  South  Broadway. 

Fed 
0 

State 
60 

Local 
0 

30 

30 

County:  St.  Louis  City 
Route:  IS  55 

Job  No: 

612301 

Scoping  to  construct  new  two  bridges  over  River  Des  Peres  at  grade  and  connecting  Germania  Avenue  with  Carondolet 
Avenue  at  the  on  and  off  ramps  of  I-55. 

Fed                     State  Local 
0                       600  0 

250 

350 

County:  St.  Louis  City 
Route:  IS  55 

Job  No: 

6I2302 

Bridge  painting  on  the  Poplar  Street  bridge.  Project  involves  bridge  A1500. 

Fed 
0 

State 
50 

Local 
0 

50 

0 

County:  St.  Louis  City 
Route:  IS  64 

Job  No: 

6I2020 

Scoping  to  rehabilitate  bridge  deck  from  21st  Street  to  Broadway,  from  Broadway  to  the  Poplar  Street  Bridge  and 
resurface  on  the  I-64  Poplar  Street  Bridge  Approach  from  21st  St.  to  the  Poplar  St.  Bridge. 

Fed                     State  Local 
0                       750  0 

300 

450 

County:  St.  Louis  City 
Route:  IS  64 

Job  No: 

612021 

Scoping  to  repair  the  conventional  deck  from  21st  Street  to  Broadway,  from  Broadway  to  the  Poplar  St.  Bridge  and 
resurface  on  the  I-64  Poplar  St.  Bridge  Approach  from  21st  Street  to  Poplar  St.  Bridge. 

Fed                     State  Local 
0                       750  0 

300 

450 

County:  St.  Louis  City 
Route:  IS  64 

Job  No: 

6I2222 

Scoping  for  bridge  improvements  on  eastbound  I-64  on-ramp  at  22nd  Street. 

Fed 
0 

State 
50 

Local 
0 

10 

40 

6/23/09 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  St.  Louis  City 
Route:  IS  64 

Job  No: 

612223 

Scoping  for  bridge  improvements  on  the  westbound  I-64  on-ramp  at  14th  Street. 

Fed  State 
0  25 

Local 
0 

5 

20 

County:  St.  Louis  City 
Route:  RT  D 

Job  No: 

6S2212 

Scoping  for  safety  and  signal  improvements  at  14th  Street,  Jefferson  Street,  Martin  Luther  King  Drive  and  Pendleton. 

Fed                     State  Local 
0                       22  0 

10 

12 

County:  St.  Louis  City 
Route:  RT  D 

Job  No: 

6S2213 

Scoping  for  safety  and  signal  improvements  at  Hamilton  Avenue  and  Goodfellow  Boulevard. 

Fed  State 
0  22 

Local 
0 

10 

12 

County:  St.  Louis  City 
Route:  RT  D 

Job  No: 

6S2242 

Scoping  for  signal  improvements  at  Skinker  Avenue,  Hodiamont  Avenue  and  Tucker  Boulevard. 

Fed  State 
0  25 

Local 
0 

15 

10 

County:  Various 
Route:  Var 

Job  No: 

6P2131 

Scoping  estimates  for  projects  in  the  district. 

Fed  State 
0  60 

Local 
0 

60 

0 

County:  Various 
Route:  Var 

Job  No: 

6I2279 

Scoping  for  preventive  maintenance  treatment  on  various  interstate  routes  in  District  6. 

Fed  State 
0  5 

Local 
0 

5 

0 

Fed                        State  Local 

2,159               10,851                 o                     District  Engineering  Total: 

7,236 

5,774 

6/23/09 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Barry 
Route:  US  60 

Job  No: 

7P2173 

Scoping  for  westbound  bridge  improvements  over  Arkansas  and  Missouri  Railroad  0.3  mile  east  of  Rte.  37  in  Monett. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Barton 
Route:  US  71 

Job  No: 

7P0797B 

Scoping  for  roadway  improvements  30th  Road  2.6  miles  south  of  Rte.  160. 

Fed 
0 

State 
250 

Local 
0 

250 

0 

County:  Bates 
Route:  US  71 

Job  No: 

7P0659 

Scoping  for  roadway  improvements  3.1  miles  south  of  Rte.  52  (east)  to  1 .0  mile  north  of  routes  A  and  B. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Bates 
Route:  US  71 

Job  No: 

7P0797 

Scoping  to  determine  needed  improvements  for  future  upgrade  from  Cass  County  to  Rte.  71  /Rte.  249  interchange  in 
Jasper  County. 

Fed                     State  Local 
0                       1  0 

1 

0 

County:  Bates 
Route:  US  71 

Job  No: 

7P0797J 

Scoping  for  potential  roadway  improvements  at  Rte.  TT. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Bates 
Route:  US  71 

Job  No: 

7P0797K 

Scoping  for  roadway  improvements  at  routes  AA  and  E. 

Fed 
0 

State 
583 

Local 
0 

583 

0 

County:  Cedar 
Route:  MO  215 

Job  No: 

7S2166 

Scoping  for  bridge  improvement  over  Sac  River  3.3  miles  east  of  Route  39. 

Fed 
0 

State 
3 

Local 
0 

3 

0 

County:  Dade 
Route:  RT  Y 

Job  No: 

7S2167 

Scoping  for  bridge  improvement  over  Stockton  Lake  0.4  mile  east  of  Rte.  H. 

Fed 
0 

State 
3 

Local 
0 

3 

0 

County:  Jasper 
Route:  MO  249 

Job  No: 

7P2158 

Design  for  repair  of  slides  from  1 7th  Street  to  Zora  Street. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Jasper 
Route:  MO  43 

Job  No: 

7S0788 

Scoping  for  roadway  improvements  at  Zora  Street  in  Joplin. 

Fed 
0 

State 
1 

Local 
0 

1 

0 

County:  Jasper 
Route:  IS  44 

Job  No: 

7I0875 

Scoping  for  pavement  improvements  from  0.9  mile  east  of  Rte.  71 /Rte.  249  interchange  to  1 .5  miles  east  of  Rte.  37. 

Fed                     State  Local 
0                        1  0 

1 

0 

County:  Jasper 
Route:  IS  44 

Job  No: 

712181 

Scoping  for  roadway  and  bridge  improvements  from  east  of  Rte.  249  to  Rte.  66. 

Fed 
0 

State 
152 

Local 
0 

10 

142 

County:  Jasper 
Route:  BU  71 

Job  No: 

7P0752 

Scoping  for  roadway  improvements  from  Rte.  171  (MacArthur  Blvd.)  to  10th  Street  in  Webb  City. 

Fed  State 
0  1 

Local 
0 

1 

0 

6/23/09 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Jasper 
Route:  US  71 

Job  No:  7P0825 

Scoping  for  sign  modifications  from  I-44  to  1 .0  mile  south  of  Rte.  H  in  McDonald  County. 

Fed  State 
0  10 

Local 
0 

10 

0 

County:  Jasper 
Route:  Var 

Job  No:  7P0847 

Scoping  for  location  study  for  potential  new  north/south  corridor  on  west  side  of  Joplin  metropolitan  area. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Mcdonald 
Route:  71 

Job  No:  7P0601 

Scoping  for  future  grading,  bridges  and  paving  to  provide  a  freeway  from  Pineville  (Rte.  H)  to  the  Arkansas  State  line. 

Fed                     State  Local 
800                      200  0 

1,000 

0 

County:  Newton 
Route:  IS  44 

Job  No:  710691 

Scoping  for  bridge  improvements  at  Bus.  71  (Range  Line  Road)  in  Joplin. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Newton 
Route:  US  60 

Job  No:  7P2177 

Scoping  for  roadway  improvements  at  Kodiak  Road  in  Neosho. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Newton 
Route:  US  60 

Job  No:  7P2178 

Scoping  for  roadway  improvements  0.4  mile  east  of  Kodiak  Road  in  Neosho. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Newton 
Route:  US  60 

Job  No:  7P2179 

Scoping  for  roadway  improvements  0.3  mile  east  of  Bus.  71  in  Neosho. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Newton 
Route:  MO  86 

Job  No:  7P2162 

Scoping  for  roadway  improvements  at  McCord  Street  in  Neosho. 

Fed 
0 

State 
1 

Local 
0 

1 

0 

County:  St.  Clair 
Route:  MO  13 

Job  No:  7P2149 

Scoping  for  roadway  improvements  at  intersections  with  Rte.  V  and  county  road  SE  250. 

Fed  State 
0  1 

Local 
0 

1 

0 

County:  Various 
Route:  Var 

Job  No:  7P2180 

Scoping  for  striping  improvements  on  various  routes  in  the  Southwest  Missouri  area 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Various 
Route:  Var 

Job  No:  7P0842 

Design  for  SFY  201 1  pavement  improvements  on  major  roadways  in  the  Southwest  Missouri  area. 

Fed  State 
0  4 

Local 
0 

2 

2 

County:  Various 
Route:  Var 

Job  No:  7P0859 

Design  for  SFY  2012  pavement  improvements  on  major  roadways  in  the  Southwest  Missouri  area. 

Fed  State 
0  3 

Local 
0 

1 

2 

County:  Various 
Route:  Var 

Job  No:  7P0878 

On-call  surveying  for  change  in  route  status  and  to  sell  excess  right  of  way  on  various  routes  in  District  7. 

Fed  State 
0  5 

Local 
0 

5 

0 

6/23/09 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Various 
Route:  Var 

Job  No: 

7P2155 

Scoping  for  SFY  2013  pavement  improvements  on  major  roadways  in  the  Southwest  Missouri  area. 

Fed  State 
0  3 

Local 
0 

1 

2 

County:  Various 
Route:  Var 

Job  No: 

7P2160 

Staff  surveying  for  change  in  route  status  and  to  sell  excess  right  of  way  on  various  routes  in  the  Southwest  Missouri 
area. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Various 
Route:  Var 

Job  No: 

7P2175 

Scoping  for  SFY  2014  pavement  improvements  on  major  roadways  in  the  Southwest  Missouri  area. 

Fed  State 
0  5 

Local 
0 

1 

4 

County:  Various 
Route:  Var 

Job  No: 

7S2172 

Scoping  for  pavement  improvements  on  minor  routes  in  the  Southwest  Missouri  area. 

Fed  State 
0  5 

Local 
0 

1 

4 

County:  Various 
Route:  Var 

Job  No: 

7P2171 

Scoping  for  safety  improvements  at  various  locations  in  the  Southwest  Missouri  area. 

Fed  State 
0  2 

Local 
0 

1 

1 

County:  Vernon 
Route:  US  54 

Job  No: 

7P2174 

Scoping  for  signal  improvements  at  Rtes.  W/BB  in  Nevada. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Vernon 
Route:  US  71 

Job  No: 

7P0797E 

Scoping  for  roadway  improvements  at  Rte.  DD. 

Fed 
0 

State 
513 

Local 
0 

513 

0 

County:  Vernon 
Route:  US  71 

Job  No: 

7P0797F 

Scoping  for  roadway  improvements  at  Rte.  E. 

Fed 
0 

State 
501 

Local 
0 

501 

0 

County:  Vernon 
Route:  US  71 

Job  No: 

7P0797G 

Scoping  for  roadway  improvements  at  Rte.  M. 

Fed 
0 

State 
509 

Local 
0 

509 

0 

County:  Vernon 
Route:  US  71 

Job  No: 

7P0797H 

Scoping  for  roadway  improvements  at  Rte.  D. 

Fed 
0 

State 
501 

Local 
0 

501 

0 

County:  Vernon 
Route:  US  71 

Job  No: 

7P0797I 

Scoping  for  potential  roadway  improvements  at  Rte.  TT. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Vernon 
Route:  BU  71 

Job  No: 

7P2176 

Scoping  for  signal  improvements  at  Walnut  Street  in  Nevada. 

Fed 
0 

State 
2 

Local 
0 

2 

0 

County:  Vernon 
Route:  US  71 

Job  No: 

7P0797L 

Scoping  for  roadway  improvements  at  County  Road  290  1 .3  miles  north  of  Rte.  IV 

Fed 
0 

State 
5 

Local 
0 

5 

0 

Fed                        State  Local 

District  Engineering  Total: 

3,944 

157 
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800 


3,301 


District  Engineering  Total: 


STATE  FISCAL  YEAR 

PROJECT  BUDGETING 

(ENGINEERING) 

7/2009- 

7/2010- 

6/2010 

6/2014 

3,944 

157 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Christian 
Route:  US  60 

Job  No:  8P2221 

Scoping  for  pedestrian  improvements/ADA  accommodations  at  Washington  Avenue  in  downtown  Billings. 

Fed  State 
0  10 

Local 
0 

10 

0 

County:  Dallas 
Route:  MO  73 

Job  No:  8S2169 

Scoping  for  bridge  improvements  over  Coatney  Branch  north  of  Buffalo. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Dallas 
Route:  RT  F 

Job  No:  8S2170 

Scoping  for  bridge  improvements  over  Greasy  Creek  south  of  Buffalo. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Greene 
Route:  MO  13 

Job  No:  8P2214 

Scoping  to  provide  safety  enhancements  from  Pinewood  Drive  6.9  miles  north  of  Springfield  to  490th  County  Road  2.8 
miles  south  of  Bolivar. 

Fed                     State  Local 
0                        10  0 

10 

0 

County:  Greene 
Route:  US  60 

Job  No:  8P0683 

Scoping  for  roadway  improvements  and  develop  plans  for  corridor  preservation  from  Farm  Road  247  to  east  of 
Rogersville. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Laclede 
Route:  MO  32 

Job  No:  8P2162 

Scoping  for  bridge  improvements  over  the  Gasconade  River. 

Fed 
0 

State 
15 

Local 
0 

15 

0 

County:  Laclede 
Route:  MO  32 

Job  No:  8P2163 

Scoping  for  bridge  improvements  over  Osage  Branch. 

Fed 
0 

State 
15 

Local 
0 

15 

0 

County:  Laclede 
Route:  IS  44 

Job  No:  812167 

Scoping  for  westbound  bridge  improvements  over  Gasconade  River. 

Fed 
0 

State 
20 

Local 
0 

20 

0 

County:  Laclede 
Route:  IS  44 

Job  No:  812159 

Scoping  to  improve  interchange  efficiency  and  operations  and  to  provide  pedestrian  accommodations  at  the  Rte.  5 
interchange  in  Lebanon. 

Fed                     State  Local 
0                       10  0 

10 

0 

County:  Laclede 
Route:  MO  5 

Job  No:  8P0854 

Scoping  to  improve  system  efficiency,  intersection  operations  and  safety  in  Lebanon 

Fed 
0 

. 

State 
3 

Local 
0 

3 

0 

County:  Ozark 
Route:  US  160 

Job  No:  8P2207 

Scoping  to  rehabilitate  bridge  over  the  North  Fork  of  the  White  River. 

Fed 
0 

State 
30 

Local 
0 

10 

20 

County:  Ozark 
Route:  MO  95 

Job  No:  8S2171 

Scoping  for  bridge  improvements  over  Pond  Fork  south  of  Rte.  D. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

6/23/09 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Polk 
Route:  MO  215 

Job  No:  8S2197 

Scoping  for  slide  repair  on  Bridge  A2082  over  the  Turkey  Creek  arm  of  Lake  Stockton. 

Fed  State 
0  25 

Local 
0 

25 

0 

County:  Taney 
Route:  US  160 

Job  No:  8P0813 

Scoping  for  safety  and  capacity  needs  from  Rte.  F  to  Rte.  76  in  Forsyth. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Webster 
Route:  MO  38 

Job  No:  8S2174 

Scoping  for  bridge  improvements  over  Greer  Creek  east  of  Marshfield. 

Fed 
0 

State 
15 

Local 
0 

15 

0 

County:  Webster 
Route:  MO  38 

Job  No:  8S2168 

Scoping  for  bridge  improvements  over  Fork  Osage  Branch  east  of  Marshfield. 

Fed 
0 

State 
15 

Local 
0 

15 

0 

County:  Webster 
Route:  US  60 

Job  No:  8P2213 

Scoping  to  signalize  the  intersection  at  West  Clinton  Avenue. 

Fed 
0 

State 
20 

Local 
0 

20 

0 

County:  Webster 
Route:  RTA 

Job  No:  8S2220 

Scoping  for  pavement  improvements  and  pedestrian  accommodations  on  Route  A  in  downtown  Marshfield. 

Fed                     State  Local 
0                        10  0 

10 

0 

Fed                       State  Local 
0                         223  0 

District  Engineering  Total: 

203 

20 

6/23/09 
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STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Christian 
Route:  MO  14 

Job  No: 

8P2219 

Scoping  to  improve  the  Route  160  (Massey  Boulevard)  and  Mount  Vernon  Street  intersection  in  Nixa. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Christian 
Route:  US  65 

Job  No: 

8P0605 

Scoping  to  improve  system  efficiency  and  capacity  from  Valley  Water  Mill  Road  in  Springfield  to  Rte.  F  in  Ozark. 

Fed                     State  Local 
0                        15  0 

5 

10 

County:  Christian 
Route:  US  65 

Job  No: 

8P2156 

Scoping  for  northbound  bridge  improvement  over  Farmer's  Branch  1.5  miles  north  of  Rte.  J. 

Fed  State 
0  15 

Local 
0 

15 

0 

County:  Christian 
Route:  US  65 

Job  No: 

8P2161 

Scoping  for  northbound  bridge  improvement  over  Finley  River  in  Ozark. 

Fed  State 
0  10 

Local 
0 

10 

0 

County:  Greene 
Route:  US  160 

Job  No: 

8P0601 

Scoping  to  improve  capacity  and  safety  from  Rte.  123  in  Willard  to  I-44  in  Springfield. 

Fed  State 
0  3 

Local 
0 

3 

0 

County:  Greene 
Route:  US  60 

Job  No: 

8P0792 

Scoping  to  improve  interchange  safety  and  capacity  at  James  River  Freeway  and  Rte.  160  (Campbell  Avenue)  in 
Springfield. 

Fed                     State  Local 
0                        75  0 

75 

0 

County:  Greene 
Route:  US  60 

Scoping  for  corridor  preservation  for  Rtes.  60/J/NN  interchange  with  corresponding  outer  roads  from  west  of  Highland 
Job  No:  8P0683D  Springs  Road  to  east  of  Farm  Road  213. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Greene 
Route:  US  60 

Job  No: 

8P0683E 

Scoping  for  corridor  preservation  for  interchange  at  Rte.  125  and  outer  roads  from  west  of  FR  213  to  FR  247. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Greene 
Route:  US  60 

Job  No: 

8P2154 

Scoping  to  improve  safety  and  capacity  at  Oakwood  Avenue/Farm  Road  93  intersection  in  Republic. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Greene 
Route:  US  65 

Job  No: 

8P0850 

Scoping  to  improve  interchange  capacity  at  Rte.  65  /  Bus.  65  (Chestnut  Expressway). 

Fed  State 
0  270 

Local 
0 

270 

0 

County:  Greene 
Route:  US  65 

Job  No: 

8P2158 

Scoping  for  northbound  bridge  improvement  over  Lake  Springfield  0.6  mile  south  of  Rte.  60. 

Fed  State 
0  15 

Local 
0 

15 

0 

County:  Greene 
Route:  BU  65 

Job  No: 

8P2196 

Scoping  for  a  railroad  crossing  grade  separation  at  Chestnut  Expressway  and  the  BNSF  railway  0.2  mile  west  of  Route 
65. 

Fed                     State  Local 
0                       20  0 

20 

0 

6/23/09 


Section  3-37 
District  8 


(TMA) 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JcRbnon  City.  MO  65102 
PtHJOS  (573)  526-8058  pa*  (573)  526-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Greene 
Route:  US  65 

Job  No: 

8P0605F 

Scoping  to  construct  sound  abatement  at  various  locations  from  I-44  to  Route  60. 

Fed                     State  Local 
0                        30  0 

25 

5 

County:  Greene 
Route:  MO  744 

Job  No: 

8S0790 

Scoping  for  intersection  improvements  at  Kearney  and  National  in  Springfield. 

Fed                     State  Local 
0                         5  0 

5 

0 

County:  Greene 
Route:  Var 

Job  No: 

8P2175 

Scoping  to  install  guardrail  and  replace  nonstandard  guardrail  in  the  Ozarks  Transportation  Organization  area. 

Fed                     State  Local 
0                         2  0 

2 

0 

County:  Greene 
Route:  RT  YY 

Job  No: 

8P2217 

Scoping  for  preventive  maintenance  on  various  bridges  in  the  Ozarks  Transportation  Organization  area. 

Fed                     State  Local 
0                        15  0 

15 

0 

County:  Greene 
Route:  ZZ  AND  MM 

Job  No: 

8S0836 

Scoping  to  extend  Rte.  ZZ  (Wilson's  Creek  Boulevard)  from  Rte  M  (Republic  Road)  to  Rte.  MM  and  eliminate  at-grade 
railroad  crossing  in  Republic. 

Fed                     State  Local 
0                       2  0 

2 

0 

Fed                        State  Local 

o                  497                  o                     District  Engineering  Total: 

482 

15 

6/23/09 


Section  3-38 
District  8 


(TMA) 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  pa*  (573)  5:6-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Carter 
Route:  RT  M 

Job  No:  9S2187 

Scoping  for  roadway  improvements  from  County  Rd  M-127  to  Rte.  60. 

Fed 
0 

State 
5 

Local 
0 

5 

0 

County:  Dent 
Route:  MO  32 

Job  No:  9P0542 

Scoping  for  roadway  improvements  on  Rte.  32  from  Rte.  P  to  Rte.  72  South. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Dent 
Route:  MO  32 

Job  No:  9P0543 

Scoping  for  roadway  improvements  on  Rte.  32  from  Rte.  AC  in  Dent  County  to  Rte.  DD  in  Iron  County. 

Fed  State 
0  5 

Local 
0 

5 

0 

County:  Howell 
Route:  MO  142 

Job  No:  9S2162 

Scoping  for  roadway  and  safety  improvements  1 .5  miles  east  of  Route  E. 

Fed 
0 

State 
25 

Local 
0 

25 

0 

County:  Iron 
Route:  MO  21 

Job  No:  9P0590 

Scoping  for  roadway  improvements  from  Rte.  49  South  to  Rte.  49  North. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Iron 
Route:  MO  49 

Job  No:  9P0591 

Scoping  for  bridge  improvements  from  Rte.  K  to  Rte.  143. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Iron 
Route:  RT  N 

Job  No:  9S0593 

Scoping  for  roadway  improvements  from  Rte.  21  North  to  Rte.  21  South. 

Fed 
0 

State 
15 

Local 
0 

15 

0 

County:  Oregon 
Route:  MO  142 

Job  No:  9S0544 

Scoping  for  roadway  improvements  from  Rte.  Y  to  Rte.  P. 

Fed 
0 

State 
15 

Local 
0 

15 

0 

County:  Phelps 
Route:  IS  44 

Job  No:  9I0576 

Scoping  for  rehabilitation  of  EB  lanes  on  I-44  from  east  of  Rte.  63  in  Rolla  to  Rte.  68  in  St.  James. 

Fed  State 
0  50 

Local 
0 

50 

0 

County:  Phelps 
Route:  IS  44 

Job  No:  912167 

Scoping  for  pavement  improvments  on  I-44  WBL  from  Rte.  D  to  Rte.  J. 

Fed 
0 

State 
32 

Local 
0 

1 

31 

County:  Phelps 
Route:  IS  44 

Job  No:  912183 

Scoping  for  major  pavement  rehabilitation/reconstruction  on  eastbound  lanes  from  Sugartree  Road  interchange  to 
Business  Loop  44  (Rolla). 

Fed                     State  Local 
0                      100  0 

100 

0 

County:  Phelps 
Route:  US  63 

Job  No:  9P2146 

Scoping  for  capacity  improvements  on  Rte.  63  from  Maries  County  line  to  Route  CC  (southside  of  Rolla). 

Fed  State 
0  50 

Local 
0 

50 

0 

County:  Phelps 
Route:  MO  8 

Job  No:  9P2183 

Scoping  for  roadway  improvements  from  Rte.  68  to  the  Dry  Fk  Creek  Bridge. 

Fed 
0 

State 
60 

Local 
0 

60 

0 

6/23/09 


Section  3-39 
District  9 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  l;a>L  (573)  5:6-8(152 


STATE  FISCAL  YEAR 

PROJECT  BUDGETING 

(ENGINEERING) 

7/2009- 

7/2010- 

6/2010 

6/2014 

County:  Pulaski 
Route:  OR  OUTER  RD 

Job  No:  9I0585 

Outer  road  extension  improvements  in  northwest  quadrant  of  Rte.  H  and  I-44. 

Fed 
0 

State 
40 

Local 
0 

40 

0 

County:  Pulaski 
Route:  RT  Y 

Job  No:  9S0588 

Scoping  for  roadway  improvements  from  the  end  of  state  maintenance  to  I-44. 

Fed 
0 

State 
20 

Local 
0 

20 

0 

County:  Reynolds 
Route:  MO  21 

Job  No:  9P0582 

Scoping  for  roadway  safety  and  capacity  improvements  from  Rte.  106  to  Rte.  60 

Fed 
0 

State 
30 

Local 
0 

30 

0 

County:  Ripley 
Route:  MO  142 

Job  No:  9S0583 

Scoping  for  bridge  capacity  improvements  from  Rte.  E  to  Rte.  V. 

Fed 
0 

State 
30 

Local 
0 

30 

0 

County:  Ripley 
Route:  US  160 

Job  No:  9P2186 

Scoping  for  roadway  improvements  from  Rte.  21  north  to  Rte.  67. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Texas 
Route:  MO  17 

Job  No:  9P0581 

Scoping  for  roadway  safety  and  capacity  improvements  from  Rte.  AW  to  Rte.  63. 

Fed 
0 

State 
40 

Local 
0 

40 

0 

County:  Texas 
Route:  US  63 

Job  No:  9P2161 

Scoping  for  roadway  capacity  improvements  on  Route  63  from  Route  U  to  Route  60. 

Fed  State 

Local 

35 

0 

0 

35 

0 

County:  Washington 
Route:  MO  185 

Job  No:  9S0549 

Scoping  for  roadway  improvements  from  Rte.  T  to  Rte.  8. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Washington 
Route:  MO  8 

Job  No:  9P2188 

Scoping  for  intersection  improvements  at  Rte.  8  and  Rte.  21  in  Potosi. 

Fed 
0 

State 
15 

Local 
0 

15 

0 

Fed                       State  Local 
0                         617  0 

District  Engineering  Total: 

586 

31 

6/23/09 


Section  3  -  40 
District  9 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JeHraon  City.  MO  65102 
Miuik  (573)  526-8058  l;a>L  (573)  526-8(152 


STATE  FISCAL  YEAR 

PROJECT  BUDGETING 

(ENGINEERING) 

7/2009- 

7/2010- 

6/2010 

6/2014 

County:  Bollinger 
Route:  MO  34 

Job  No:  0P0874 

Scoping  for  new  and  existing  alignment  from  1  mile  east  of  Rte.  ZZ  to  Marble  Hil 

Fed 
0 

city  limits. 

State 
20 

Local 
0 

10 

10 

County:  Bollinger 
Route:  MO  34 

Job  No:  0P2196 

Scoping  for  pavement  improvements  from  Rte.  51  in  Marble  Hill  to  Rte.  72/34  intersection. 

Fed  State 

Local 

10 

10 

0 

20 

0 

County:  Butler 
Route:  PP 

Job  No:  0S0919 

Scoping  to  rebuild  5-way  intersection,  improve  sight  distance  and  reduce  20  degree  curve  1 .5  miles  west  of  Poplar  Bluff 
at  Co.  Road  441  (Township  Line  Road) 

10 

0 

Fed 

State 

Local 

0 

10 

0 

County:  Butler 
Route:  RT  PP 

Job  No:  0S2191 

Scoping  for  bridge  widening  Pike  Creek. 

Fed 
0 

State 
20 

Local 
0 

10 

10 

County:  Cape  Girardeau 

Scoping  for  widening  and  stabilized  shoulders  on  Rte.  25  from  Rte.  61  in  Jackson  to  Rte.  74  in  Dutchtown 

10 

0 

Route:  MO  25 

Job  No:  0S0921 

Fed 
0 

State 
10 

Local 
0 

County:  Cape  Girardeau 
Route:  IS  55 

Job  No:  012192 

Scoping  for  bridge  widening  Bloomfield  Road. 

Fed 
0 

State 
20 

Local 
0 

10 

10 

County:  Cape  Girardeau 
Route:  IS  55 

Job  No:  012197 

Scoping  for  operational  improvements  to  I-55.  East  Main  Street  interchange  to  Rte.  K/M  in  Scott  City. 

Fed  State 

Local 

50 

0 

0 

50 

0 

County:  Mississippi 
Route:  US  60 

Job  No:  0S0923 

Scoping  for  widening  existing  pavement  with  shoulders  at  Mississippi  River  Bridge  to  Rte.  I-57,  62,  60,  interchange  at 
Charleston. 

10 

0 

Fed 

State 

Local 

0 

10 

0 

County:  Perry 
Route:  MO  51 

Job  No:  0P2157 

Scoping  for  rehabilitation  of  bridge  L0135  over  Mississippi  River  near  Chester. 

Fed 
0 

State 
10 

Local 
0 

10 

0 

County:  Perry 
Route:  MO  51 

Job  No:  0P2194 

Scoping  for  pavement  rehabilitation  from  Perryville  to  McBride. 

Fed 
0 

State 
20 

Local 
0 

10 

10 

County:  Perry 
Route:  RT  B 

Job  No:  0S2193 

Scoping  for  pavement  rehabilitation  from  I-55  to  Perryville. 

Fed 
0 

State 
20 

Local 
0 

10 

10 

County:  Scott 
Route:  IS  55 

Job  No:  0I0956 

Scoping  for  interchange  improvements  at  Rte.  I-55  south  of  Scott  City. 

Fed 
0 

State 
300 

Local 
0 

300 

0 

County:  Ste.  Genevieve 
Route:  MO  32 

Job  No:  0P2195 

Scoping  for  intersection  improvements  at  Rte.  O. 

Fed 
0 

State 
20 

Local 
0 

10 

10 

6/23/09 


Section  3-41 
District  10 


Dollars  In  Thousands 


MqDOT 


2010  -  2014  Scoping  and  Design  Projects 


Transportation  Planning 

22l7SI.Mai>sBlvd. 
P.O.  Bra  270 
JcRbnon  City.  MO  65102 
PtHJOS  (573)  526-8058  l;a>L  (573)  526-8(152 


STATE  FISCAL  YEAR 
PROJECT  BUDGETING 
(ENGINEERING) 

7/2009- 
6/2010 

7/2010- 
6/2014 

County:  Stoddard                                        Scoping  for  resurfacing  existing  pavement  and  widening  for  turn  lanes  where  needed  from  the  north  urban  limits  of 
Route:  MO  25                      Job  No:  0P0941    Bernie  to  Rte.  53  in  Holcomb. 

Fed                     State  Local 
0                        10  0 

10 

0 

Fed                        State  Local 

o                  540                  o                     District  Engineering  Total: 

470 

70 

6/23/09 


Section  3  -  42 
District  10 


Dollars  In  Thousands 


Transportation  Planning 

221 7  SI.  Marys  Blvd. 

2010  -  2014  Scoping  and  Design  Projects 

JcHbisnn  City,  M(J(S5II12 
PtHJOS  (5  J  J)  526-8058  pax  (573)  526-8(152 

STATE  FISCAL  YEAR  PROJECT  BUDGETING  (ENGINEERING) 


DISTRICT 

Fed 

State 

Local 

7/2009- 
6/2010 

7/2010- 
6/2014 

District  1 

0 

830 

0 

60 

770 

District  2 

0 

275 

0 

150 

125 

District  3 

0 

450 

0 

385 

65 

District  4  Rural 

0 

392 

0 

272 

120 

District  4  Urban 

0 

1,023 

0 

784 

239 

District  5 

0 

1,340 

0 

822 

518 

District  6 

2,159 

10,851 

0 

7,236 

5,774 

District  7 

800 

3,301 

0 

3,944 

157 

District  8  Rural 

0 

223 

0 

203 

20 

District  8  Urban 

0 

497 

0 

482 

15 

District  9 

0 

617 

0 

586 

31 

District  10 

0 

540 

0 

470 

70 

Summary 

2,959 

20,339 

0 

15,394 

7,904 

Section  3  -  43 


Dollars  In  Thousands 


Harrison 


Caldwell 


•  District  Off  ice 


District  1     MoDOT's  Northwest  District 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Preventative  Maint 


Andrew 
IS  229 
111033 

12.11  MPO:  Y 

Statewide  Interstate  And  Major  Bridge 

Award 
Date: 


Resurface  pavement  from  the  1-29  interchange  north  of  St.  Joseph  to  Rte.  371  interchange. 

ROADS 


Winter  10 


AC-State: 
Anticipated  Fed  Cat:  I/M 


5,161     State:     980  Local: 


0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


406 
0 

5,735 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Preventative  Maint 


Andrew 
IS  29 
2I2162C 

56.84  MPO:  Y 

Statewide  Interstate  And  Major  Bridge 

Award 
Date: 


On-call  preventive  maintenance  and  pavement  repair  from  Rte.  K  to  Rte.  92  in  Platte 
County.  Includes  1-229  in  Andrew  and  Buchanan  counties. 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


423 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

395 


County:  Andrew 
Route:      US  59 
Job  No.:  1B0801R 
Length:  0.10 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  59  over  1-29  and  Bus.  Rte.  71  over  1-29.  Funded  by  GARVEE. 
Project  involves  twin  bridges  A0726.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


AC-State:        1,894     State:  82 
Winter  10        Anticipated  Fed  Cat:  Bridge 


Fedgraft  FES 
Ove£sigitU  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


348 
0 

2,367 


2,367 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Rehab  And  Reconst 


Atchison 
US  136 
1P0980 

12.29  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Widen  lanes,  resurface  pavement,  and  improve  shoulders  from  Rte.  M  to  Rte.  71  near 
Burlington  Junction. 

ROADS 


Fall  10 


AC-State:        2,570     State:  9i 
Anticipated  Fed  Cat:  S.T.P. 


164  Locar:,71! 


I  h 

URE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


75 
0 
0 


247 
0 

3,212 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Rehab  And  Reconst 


Atchison 
US  136 
1P1047 

0.10  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Replace  bridge  over  Little  Tarkio  Creek,  0.4  mile  east  of  Rte.  M  near  Tarkio.  Project 
involves  bridge  J0838. 


2012 


Fed:  1,246 
Anticipated  Fed  Cat:  Bridge 


State: 


629  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


40 
0 
0 


100 

27 
0 


150 
0 

1,558 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 1  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Rehab  And  Reconst 


Atchison 
US  136 
1P2161 

0.60  MPO:  N 

Statewide  Interstate  And  Major  Bridge 

Award 
Date: 


Painting,  redeck  and  bridge  repairs  of  Missouri  River  bridge  at  Brownville,  NE.  (ARRA 
Funds  providing  $9  million,  $5,654  million  funded  by  other  sources)  *Economic  Recovery 
Project* 


Fed:  9. 


Summer  09      Anticipated  Fed  Cat:  S.T.P. 


,000     State:     1,041     Eocal:  5,654 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,041 
0 

14,654 


14,654 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Systems  Operations 


Atchison 
IS  29 
112155 

0.43  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Grading,  drainage,  paving  and  structure  work  for  Welcome  Center  along  southbound  lane 
0.9  mile  south  of  Rte.  136,  near  Rockport.  Funding  by  statewide  enhancement  and 
operations  funds. 


2011 


AC-State:       3,658    State:     1,500    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Federal 
Oversight 


Engineering: 
RW: 
Construction: 
FFOS: 
Payments: 


581 
0 

4,572 


4,439 
0 


County:  Atchison 
Route:      IS  29 
Job  No.:  2I2162B 
Length:  62.92 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


On-call  preventive  maintenance  and  pavement  repair  from  the  Iowa  state  line  to  Rte.  K  in 
Andrew  County. 


MPO:  N 

Major  Bridge 

Award 
Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


423  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

395 


County:  Buchanan 
Route:      US  169 
Job  No.:  1P1021 
Length:  1.10 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Resurface  pavement  and  improve  shoulders  from  1-29  north  exit  to  Loop  29  (Belt  Hwy.)  in 
St.  Joseph. 

ROADS 


MPO:  Y 


Award 
Date: 


AC-State: 

Winter  10        Anticipated  Fed  Cat:  N.H.S. 


965    State:  327^ 


FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


86 
0 

1,206 


County:  Buchanan 
Route:      US  169 
Job  No.:  1S0977 
Length:  1.12 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  driving  lanes  and  shoulders  from  Loop  29  (Pear  St.)  to  Rte.  FF  in  St.  Joseph 


St.  Joseph. 

ROADS 


MPO:  Y 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


521    State:     180    Local:  0 

Bkltil  I  1  I  R 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


50 
0 

651 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  2  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Buchanan 
Route:     IS  29 
Job  No.:  112181 
Length:  8.86 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  to  extend  pavement  life  1.5  miles  south  of  Rte.  O,  near  Faucett,  to 
Platte  Co. 


MPO:  Y 
Major  Bridge 

Award 
Date: 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


2,202     State:     441    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


194 
0 

2,447 


County:  Buchanan 
Route:      US  36 
Job  No.:  1P2183 
Length:  0.07 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Remove  existing  surface  and  place  a  new  surface  on  bridge  over  9th  Street,  0.5  miles  east 
of  the  Missouri  River,  in  St.  Joseph.  Project  involves  bridge  L0320. 


MPO:  Y 


Award 
Date: 


AC-State:  120    State:      42   Local:  0 

Winter  10        Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


12 
0 
150 


County:  Buchanan 
Route:      MO  45 
Job  No.:  1P2171 
Length:  1.73 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  driving  lanes  and  shoulders  from  Rte.  59,  near  Rushville,  to  Platte  County. 


MPO:  N 


Award 
Date: 


2012 


AC-State:         441    State:      162    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 

0 
0 


41 
0 

551 


County:  Buchanan 
Route:      US  59 
Job  No.:  1P1013 
Length:  3.42 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Resurface  pavement  and  improve  shoulders  from  Rte.  45  to  0.3  mile  east  of  Kansas  State 
line  near  Atchison,  Kansas. 

ROADS 


MPO:  N 


Award 
Date: 


AC-State:        1,444     State:     5fT^  ^ 'j^- E  " 


2012 


Anticipated  Fed  Cat:  N.H.S. 


UTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 
0 


137 
0 

1,805 


County:  Buchanan 
Route:      US  59 
Job  No.:  1P2188 
Length:  1.31 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Thin  lift  overlay  on  roadway  and  shoulders  from  Rte.  K  to  Karnes  Road,  in  St.  Joseph. 


»t.  Joseph. 

ROADS 


MPO:  Y 


Award 
Date: 


Spring  10 


AC-State: 


Anticipated  Fed  Cat:  S.T.P. 


434    State:      161    Local:  0 

H  KKifl  1  I  R 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


53 
0 

542 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  3  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Buchanan 
Route:      MO  759 
Job  No.:  1P2186 
Length:  2.12 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  roadway  and  shoulders  w/  pavement  repair.  *Economic  Recovery  Project* 


MPO:  Y 


Award 
Date: 


Fall  09 


Fed:  1,800 
Anticipated  Fed  Cat:  S.T.P. 


—Ready  Go! 

in         Ctnt..  no*     t  „„„ i .  n 


State: 


178'  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


178 
0 

1,800 


1,800 
0 


County:  Buchanan 
Route:      RT  AC 
Job  No.:  1S2154 
Length:  2.41 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  roadway  and  shoulders  (3  3/4")  *Major  Route*  *Economic  Recovery  Project* 

ROADS 

ReadytoGo! 

186^  Local:  0 

I  '•  I  \  K  i  r  I  I  I  K 

FUTURE 


MPO:  Y 


Award 
Date: 


Summer  09 


Fed:  2,000 
Anticipated  Fed  Cat:  S.T.P. 


State: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


186 
0 

2,000 


2,000 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Buchanan 

St.  Joseph  Regional  Port 
1W0001 

0.00  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Truck  staging  area  along  stockyard  expressway,  intersection  improvements.  *Economic 
Recovery  Project* 


Fed:  1,092 
Let  by  Others  Anticipated  Fed  Cat:  S.T.P. 


ReadytoGo! 


State: 


208  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


208 
0 

1,092 


1,092 
0 


County:  Caldwell 
Route:      MO  13 
Job  No.:  1S2149 
Length:  0.08 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  deck  over  Rte.  36  in  Hamilton.  Project  involves  bridge  A0010. 


MPO:  N 


Award 
Date: 


Fall  10 


Fed:       555  State: 
Anticipated  Fed  Cat:  Bridge 


204  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


11 

0 
0 


54 
0 

694 


County:  Caldwell 
Route:      US  36 
Job  No.:  1P1034 
Length:  10.74 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  eastbound  driving  lanes  and  shoulders  from  east  of  Dekalb  County  to  west  of 
Rte.  P,  near  Hamilton. 

ROADS 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


1,476     State:     501   Local:  0 

B  I  \  K I M  1  I  \\ 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


132 
0 

1,845 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  4  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Caldwell 
Route:      RT  A 
Job  No.:  1B0801H 
Length:  0.09 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  A  over  Dead  Oak  Creek,  Rte.  116  over  North  Mud  Creek  and 
Rte.  N  over  Mud  Creek.  Funded  by  GARVEE.  Project  involves  bridges  A17 
N0536.  Part  of  the  Safe  and  Sound  program. 


A  1  dfitt 


MPO:  N 


Award 
Date: 


AC-State: 


Summer  09      Anticipated  Fed  Cat:  Bridge 


648  State: 


SAFES 

SDJND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


188 
0 

810 


810 
0 


County:  Caldwell 
Route:      RT  A 
Job  No.:  1S2147 
Length:  0.10 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  deck  over  Shoal  Creek  4.1  miles  north  of  Rte.  F  near  Braymer.  Project 
involves  bridge  A1784. 


MPO:  N 


Award 
Date: 


Fall  10 


Fed:       540  State: 
Anticipated  Fed  Cat:  Bridge 


225  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


27 
0 
0 


63 
0 

675 


County:  Caldwell 
Route:      RT  U 
Job  No.:  1B0801Q 
Length:  0.14 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehab  on  Rte.  U  over  Otter  Creek,  Rte.  HH  over  Plum  Creek  in  Caldwell  County, 
on  Rte.  V  over  1-35  and  Rte.  K  over  Castile  Creek  in  Clinton  County.  Funded  1>.>^^ 
Project  involves  bridges  N0735,  R0526,  R0226,  and  N0736.  Part  of  the  Safe  afd! 
program. 

MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


1,264  State: 


FedSraA  FES 
OvegsigTitU  H  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


224 
0 

1,580 


1,534 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Clinton 
RT  A 
1S1007 
0.10 

Safety 


Geometric  improvements  at  Rte.  T  near  Turney. 


Sec  Cat:  Safety 


MPO:  N 


Award 
Date: 


Fed:       172  State: 
Summer  10      Anticipated  Fed  Cat:  Safety 


41  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


17 
0 

191 


County:  Daviess 
Route:      IS  35 
Job  No.:  2I2162E 
Length:  38.75 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


On-call  preventive  maintenance  and  pavement  repair  from  Rte.  6  in  Daviess  County  to  Rte. 
92  in  Clay  County. 


MPO:  N 

Major  Bridge 

Award 
Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


423  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

395 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  5  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Daviess 
Route:      MO  6 
Job  No.:  1P1037 
Length:  7.77 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Resurface  pavement  and  improve  shoulders  from  Rte.  69  near  Winston  to  east  of  Rte.  CC 
near  Gallatin. 

ROADS 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  S.T.P. 


1,861  State: 


671   Local:  0 

['•  U  1. 1  r  I  1  I  k 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


206 
0 

2,326 


County:  Daviess 
Route:      MO  6 
Job  No.:  1S2164 
Length:  26.06 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


Install  centerline  rumble  stripes  from  1-35  in  Daviess  County  to  Trenton  in  Grundy 
County. 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:  135 
Anticipated  Fed  Cat:  Safety 


State: 


27  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


12 
0 
150 


County:  Daviess 
Route:      US  69 
Job  No.:  1S1038 
Length:  4.31 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  pavement  and  improve  shoulders  from  1-35  to  Rte.  6  near  Winston. 

BETTEr 
ROADS 


MPO:  N 

Award 
Date: 


Winter  10 


AC-State:         720  State: 
Anticipated  Fed  Cat:  S.T.P. 


'1 

SrieR 


260  Local: 

FUTURI 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


80 
0 

900 


County:  Daviess 
Route:      RT  DD 
Job  No.:  1L1000E 
Length:  9.80 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Thin  lift  overlay  from  Rte.  69  to  Rte.  6,  near  Gallatin. 


MPO:  N 


Award 
Date: 


Fed:       0  State: 
Summer  09      Anticipated  Fed  Cat:  State 


484 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


33 
0 

451 


County:  Daviess 
Route:     RT  HH 
Job  No.:  1B0801N 
Length:  0.12 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  HH  over  Marrowbone  Creek,  on  Rte.  V  over  Muddy  Creek, 
on  Rte.  T  over  Sampson  Creek,  and  on  Rte.  Z  over  drainage  ditch.  Funded  by  GARVEE, 
Project  involves  bridges  R0378,  P0830,  N0262  and  R0073.  Part  of  the  Safe  ai  1 
program. 


MPO:  N 

Award 
Date: 


2011 


AC-State: 
Anticipated  Fed  Cat:  Bridge 


1,806     State:  li 


V.I ,  A IV  V  1. 

ISouarf^ 


2* 


SAFES 

S  □  U  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


329 
0 

2,258 


2,192 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  6  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Dekalb 
Route:      MO  33 
Job  No.:  1B0801L 
Length:  0.05 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  33  over  West  Fork  Lost  Creek  and  Branch  of  Lost  Creek. 
Funded  by  GARVEE.  Project  involves  bridges  A0286  and  A0284.  Part  of  th^-^ 
Sound  program. 


MPO:  N 


Award 
Date: 


AC-State: 


2,768    State:  1,2 


Fall  09 


Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


519 
0 

3,460 


3,460 
0 


County:  Dekalb 
Route:      US  36 
Job  No.:  1B0801S 
Length:  0.07 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  improvements  on  Rte.  36  over  Castile  Creek  and  Grindstone  Creek.  Funded  by 
GARVEE.  Project  involves  bridges  A1591  and  A1594.  Part  of  the  Safe  and  ! 
program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


989    State:  605 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


353 
0 

1,236 


1,200 
0 


County:  Dekalb 
Route:      RT  F 
Job  No.:  1B0801P 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  F  over  Crooked  Creek  in  Dekalb  County  and  Rte.  169  over 
Old  Channel  Island  Creek  in  Gentry  County.  Funded  by  GARVEE.  Project 
bridges  N0870  and  F0327.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


850    State:  37( 


SAFES 

S  □  U  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


157 
0 

1,062 


1,031 
0 


County:  Dekalb 
Route:      RT  J 
Job  No.:  1B0801M 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  J  over  abandoned  railroad.  Funded  by  GARVEE.  Project 
involves  bridge  T0659.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Spring  10 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


326    State:  13( 


SAFES 

S  □  U  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


48 
0 

408 


408 
0 


County:  Gentry 
Route:  US  136 
Job  No.:  1P1015 
Length:  7.54 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Resurface  pavement  and  improve  shoulders  from  north  city  limits  of  Stanberry  to  east  of 
Rte.  169  near  Albany. 

ROADS 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  S.T.P. 


1,482  State: 


508   Local:  0 

kkll.iH  I  I  k 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


137 
0 

1,853 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  7  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Gentry 
Route:  US  136 
Job  No.:  1P1016 
Length:  8.00 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Resurface  pavement  and  improve  shoulders  from  west  of  Rte.  C  near  Albany  to  Harrison 
County. 

ROADS 


MPO:  N 


Award 
Date: 


2011 


AC-State: 
Anticipated  Fed  Cat:  S.T.P. 


1,479     State:     559   Local:  0 

EiRICiH  IE  K 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


57 
0 
0 


132 
0 

1,849 


County:  Gentry 
Route:      MO  85 
Job  No.:  1B0801O 
Length:  0.01 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  85  at  Thompson  bridge.  Funded  by  GARVEE.  Project 
involves  bridge  H0223.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 
Anticipated  Fed  Cat:  Bridge 


162  State: 


70 


S  A  F 

E  S 

SOU 

N  D 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


29 
0 

202 


196 
0 


County:  Harrison 
Route:      MO  13 
Job  No.:  1S1027 
Length:  0.10 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  deck  over  1-35,  3.3  miles  south  of  Rte.  136  near  Bethany.  Project  involves 
bridge  A1918. 


MPO:  N 


Award 
Date: 


AC-State:         434    State:      181    Local:  0 
Winter  10        Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


72 
0 

543 


County:  Harrison 
Route:      US  136 
Job  No.:  1P0640 
Length:  0.10 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  deck  over  White  Oak  Creek  1  mile  east  of  Rte.  D  near  New  Hampton. 
Project  involves  bridge  F157R. 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:       338  State: 
Anticipated  Fed  Cat:  Bridge 


140  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


55 
0 

423 


County:  Harrison 
Route:     MO  146 
Job  No.:  1L1000D 
Length:  18.00 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Thin  lift  overlay  from  Rte.  136  to  Grundy  County. 


MPO:  N 


Award 
Date: 


Fed:        0  State: 
Summer  09      Anticipated  Fed  Cat:  State 


909  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


60 
0 

849 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  8  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Preventative  Maint 


Harrison 
IS  35 
2I2162D 

49.20  MPO:  N 

Statewide  Interstate  And  Major  Bridge 

Award 
Date: 


On-call  preventive  maintenance  and  pavement  repair  from  the  Iowa  state  line  to  Rte.  6  in 
Daviess  County. 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


423 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28  0 
0  0 
395  0 


County:  Harrison 
Route:  RT  MM 
Job  No.:  1B0801I 
Length:  0.10 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  MM  over  Sugar  Creek  and  Fox  Creek  and  Rte.  AA  over  Big 
Creek.  Funded  by  GARVEE.  Project  involves  bridges  N0925,  N0270  and  ROf111-1*- 
the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


828  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


152  0 
0  0 
1,035  0 


1,035 
0 


County:  Holt 
Route:     MO  113 
Job  No.:  1S0609 
Length:  0.54 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  deck  over  North  Fork  Highly  Creek  and  South  Fork  Highly  Creek,  2  miles 
south  of  Rte.  C  near  Maitland.  1S0610  incorporated  into  this  project.  Project  involves 
bridges  S0430  and  S0431. 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:       334  State: 
Anticipated  Fed  Cat:  Bridge 


148  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


64  0 
0  0 
418  0 


County:  Holt 
Route:     MO  113 
Job  No.:  1S0611 
Length:  0.50 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  deck  over  Rolling  Branch  0.5  mile  south  of  Nodaway  County  near 
Maitland.  Project  involves  bridge  S0433. 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:       163  State: 
Anticipated  Fed  Cat:  Bridge 


90  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


49  0 
0  0 
204  0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Holt 

US  159 
1P0777 

2.00  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Replace  bridge  over  the  Missouri  River  at  Rulo,  Nebraska.  Nebraska  is  lead  state,  and  will 
be  awarded  by  the  Nebraska  Department  of  Roads.  Cost  reflects  MoDOT  share  of  the 
project.  Project  involves  bridge  L0097.  Project  funded  by  FHWA  FY  2009  Highway 
Bridge  Program. 


Fed:  13,295 
Let  by  Others  Anticipated  Fed  Cat:  Bridge 


State:      3,343  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


605  1,036 
19  0 
0  14,978 


0  14,542 
0  0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  9  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Preventative  Maint 


Holt 
IS  29 
112162 

6.95  MPO:  N 

Statewide  Interstate  And  Major  Bridge 

Award 
Date: 


Pavement  treatment  from  Rte.  W  to  Rte.  59  intersection  at  Craig. 


BETTER 
ROADS 


2011 


AC-State: 
Anticipated  Fed  Cat:  I/M 


1,935     State:     378  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 

0 
0 


153 
0 

2,150 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Preventative  Maint 


Holt 
IS  29 
112163 

8.28  MPO:  N 

Statewide  Interstate  And  Major  Bridge 

Award 
Date: 


Pavement  treatment  from  Rte.  59  interchange  to  Rte.  118  at  Mound  City. 


BETTER 
ROADS 


2011 


AC-State: 
Anticipated  Fed  Cat:  I/M 


2,243     State:     435  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 
0 
0 


176 
0 

2,492 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Rehab  And  Reconst 


Nodaway 
US  136 
1P0979 

8.06  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Widen  lanes,  resurface  pavement,  and  improve  shoulders  from  Rte.  J  in  Nodaway  County 
to  Rte.  169  in  Stanberry. 


p  t-  i  i  l  rv 
ROADS 


Fall  09 


AC- State:        2,357     State:     853  Lo- 
Anticipated  Fed  Cat:  S.T.P.  FUTUR! 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


264 
0 

2,946 


County:  Nodaway 
Route:     US  136 
Job  No.:  1P2187B 
Length:  1.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  on  driving  lanes  from  the  Rte.  46  intersection  to  the  102  River  bridge 
in  Maryville. 

ROADS 


MPO:  N 


Award 
Date: 


Spring  10 


AC-State: 
Anticipated  Fed  Cat:  S.T.P. 


116    State:      42  Local: 


ru  i  uni 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


13 
0 
145 


County:  Nodaway 
Route:     US  71 
Job  No.:  1P2187 
Length:  7.48 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  on  northbound  driving  lanes  from  Business  Rte.  71  (south)  to  north  of 
Rte.  A,  near  Maryville. 

ROADS 


MPO:  N 


Award 
Date: 


Fed: 


0  State: 


447 


Spring  10 


Anticipated  Fed  Cat:  State 


Local:  0 

P.KKiH  1  [V, 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


32 
0 

415 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  10  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Nodaway 
Route:      RT  A 
Job  No.:  1B0801K 
Length:  0.06 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  A  over  Elkhorn  Creek  and  on  Rte.  W  over  Long  Branch. 
Funded  by  GARVEE.  Project  involves  bridge  L0196  and  N0039.  Part  of  the 
Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


836  State: 


SAFES 

SDJND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


153 
0 

1,045 


1,015 
0 


County:  Nodaway 
Route:      RT  PP 
Job  No.:  1B0801J 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  the  Maupin  bridge  and  over  Huff  Creek  on  Rte.  PP.  Funded  by 
GARVEE.  Project  involves  bridges  R0082  and  R0081.  Part  of  the  Safe  and  Sf 
program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


671  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


123 
0 

839 


839 
0 


County:  Various 
Route:  Various 
Job  No.:  1L1100 
Length:  0.00 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Thin  lift  overlay  on  rural  roadways  in  Northwest  Missouri. 


MPO:  N 


Award 
Date: 


2011 


Fed:      0  State: 
Anticipated  Fed  Cat:  State 


1,141 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


15 
0 
0 


75 
0 

1,051 


County:  Various 
Route:  Various 
Job  No.:  1L1200 
Length:  0.00 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Thin  lift  overlay  on  various  routes  in  Northwest  Missouri. 


MPO:  N 


Award 
Date: 


2012 


Fed:      0  State: 
Anticipated  Fed  Cat:  State 


1,172 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 
0 
0 


78 
0 

1,082 


County:  Various 
Route:  Various 
Job  No.:  1P1053 
Length:  0.00 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


On-call  workzone  enforcement  on  various  routes  in  northwest  Missouri. 


MPO:  Y 


Award 
Date: 


N/A 


Fed:         0  State: 
Anticipated  Fed  Cat:  State 


12  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1 

0 
11 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4 -11  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009-      7/2010-      7/2011-      7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 

County:    Various                          Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  District  1.  Funded  by 

„           ...                               MoDOT  operations. 
Route:      Various  r 

Job  No.:  1P1979 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Safety                                                                                          Fed:         0   State:           52     Local:  0 
Sec  Cat:   Safety                              Date'''          Spring  10         Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

4              0             0             0  0 
0             0             0             0  0 
48              0              0              0  0 

48              0              0              0  0 
0              0              0              0  0 

County:    Various                          On-call  guardcable  and  guardrail  repair  contract  on  various  major  routes  in  District  1. 
Route:  Various 
Job  No.:  1P2184 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Safety                                                                                          Fed:       270      State:         53     Local:  0 
Sec  Cat:   Safety                              Date"'          Spring 10         Anticipated  Fed  Cat:  Safety 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

23              0             0             0  0 
0             0             0             0  0 
300             0             0             0  0 

0             0             0             0  0 
0              0              0              0  0 

County:    Various                          Pavement  treatment  to  extend  pavement  life  on  various  major  routes  in  Northwest 

„           ...  Missouri. 
Route:  Various 

Job  No.:  1P2189 

Length:    0.00                                 MPO:  N 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:       0  State:         530      Local:  0 
Sec  Cat:  Preventative  Maint            Date-           Summer  10      Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

3            12              0             0  0 
0             0             0             0  0 
0           515              0              0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    Various                          Pavement  treatment  to  extend  pavement  life  on  various  major  routes  in  Northwest 

„    ,       ...  Missouri. 
Route:  Various 

Job  No.:  1P2196 

Length:    0.00                                 MPO:  N 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:       0  State:         546      Local:  0 
Sec  Cat:  Preventative  Maint            r^te           2012               Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

1              3             12              0  0 
0              0              0              0  0 
0             0          530             0  0 

0             0             0             0  0 
0              0              0              0  0 

County:    Worth                            Resurface  pavement  and  improve  shoulders  from  Iowa  state  line  to  Rte.  46,  at  Grant  City. 
Route:     US  169 
Job  No.:  1P2170 

Length:    5.86                                 MPO:  N 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:        1,072     State:     390   Local:  0 
Sec  Cat:  Thin  Lift  Overlay               Date^          Spring  10         Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

122              0              0              0  0 
0              0              0              0  0 
1,340              0              0              0  0 

0              0              0              0  0 
0              0              0              0  0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  12  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
feffuison  City.  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

28,513 

26,149 

0 

0 

0 

Total  R/W 

19 

27 

0 

0 

0 

Total  Construction 

53,496 

39,762 

7,973 

0 

0 

Paybacks 

0 

0 

0 

0 

0 

Sub-Total 

53,515 

39,789 

7,973 

0 

0 

AC-State                 Fed                State  Local 

Total  Engineering 

5,953 

3,943 

612 

0 

0 

45,733                  30,940              29,458  5,654 

Grand  Total 

59,468 

43,732 

8,585 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 13  District  1 


Dollars  in  Thousands 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Buchanan 
Route:      US  59 
Job  No.:  1P1056 

Payment  to  KDOT  for  bridge  repairs  over  the  Missouri  River  at  Atchison,  Kansas.  KDOT 
performed  bridge  repairs  in  2007.  Estimate  represents  MoDOT  share  of  costs, 
reimbursement  in  2012.  Project  involves  bridge  K0697. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.26 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:         300      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

300 

0 

0 

County:  Buchanan 
Route:      US  59 
Job  No.:  1P2174 

Reimbursement  to  KDOT  for  bridge  repairs  on  bridge  over  the  Missouri  River  at  Atchison, 
Kansas.  KDOT  performed  bridge  repairs  in  2008.  Estimate  represents  MoDOT  share  of 
costs  and  reimbursement  in  2012.  Project  involves  bridge  K0697. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.25 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       68     State:         17     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date^          N,/A                Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

0 

85 

0 

0 

County:  Holt 
Route:     US  159 
Job  No.:  1P2175 
Length:  0.21 

Reimbursement  to  the  Nebraska  Dept  of  Roads  (NDOR)  for  bridge  repairs  on  the  bridge 
over  the  Missouri  River  at  Rulo,  Nebraska.  The  NDOR  will  perform  the  repairs  in  2009. 
Estimate  represents  MoDOT's  cost,  with  reimbursement  in  2010.  Project  involves  bridge 
L0097. 

MPO:  N 

Engineering: 
R/W: 
Construction: 

9 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       103      State:        35    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date'''          N,/A                Anticipated  Fed  Cat:  Bridge 

Payments: 

129 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  5B0800O 

Payback  for  Safe  and  Sound  bridges  for  District  1.  Funding  for  right  of  way  in  2009  from 
contractor. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:     27,018       State:      6,754      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date^                               Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

8,443 

8,443 

8,443 

8,443 

FFOS 
TotalR/W 
Total  Construction: 


Paybacks: 

129 

8,443 

8,828 

8,443 

8,443 

Sub-Total: 

129 

8,443 

8,828 

8,443 

8,443 

AC-State 

Fed 

State 

Local 

Total  Engineering: 

9 

0 

0 

0 

0 

0 

27,189 

7,106 

0 

Grand  Total: 

138 

8,443 

8,828 

8,443 

8,443 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  14  District  1 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
feffuison  City.  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 

No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Paybacks  or  projects  in  the  Amendment  3  Funding  Category. 

Incidentals  include  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

28,513 

26,149 

0 

0 

0 

Total  R/W 

19 

27 

0 

0 

0 

Total  Construction 

53,496 

39,762 

7,973 

0 

0 

Paybacks 

129 

8,443 

8,828 

8,443 

8,443 

Statewide  Totals 

Sub-Total 

53,644 

48,232 

16,801 

8,443 

8,443 

AC-State               Fed              State  Local 

Total  Engineering 

5,962 

3,943 

612 

0 

0 

45,733                58,129            36,564  5,654 

Grand  Total 

59,606 

52,175 

17,413 

8,443 

8,443 

Project  Count:  64 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 1 


Dollars  in  Thousands 


District  2       MoDOT's  North  Central  District 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Adair 

Route:     US  63 

Job  No.:  2P0483I 

Length:  0.00 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Relieve  congestion  and  improve  safety  east  of  Kirksville  from  .25  miles  south  of  Rte.  6  to  2 
miles  south  of  Rte.  6.  Major  project  made  possible  by  Amendment  3  and  City  of  Kirksville. 
Amendment  3  new  major  project. 


MPO:  N 


Award 
Date: 


AC-State:     7,801  State:  2,805  Local:  1,760 
Summer  10      Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


235 
1,720 
0 


660 
0 

9,751 


500 
0 


1,260 
0 


County:  Carroll 
Route:      US  24 
Job  No.:  2P0779 
Length:  30.71 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  pavement  and  improve  shoulders  from  Carrollton  to  De  Witt. 


BETTER 
ROADS 


MPO:  N 


Award 
Date: 


I 


Fall  10 


AC-State:        2,544  State: 
Anticipated  Fed  Cat:  S.T.P. 


913    Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


45 
0 
0 


232 
0 

3,180 


County:  Carroll 
Route:      US  24 
Job  No.:  2P2167 
Length:  0.20 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Systems  Operations 


Intersection  improvements  at  Show  Me  Ethanol  1.0  mile  east  of  Carrollton.  Cost  share 
project.  Initial  funding  by  Show  Me  Ethanol.  Payback  with  2P2167B. 


MPO:  N 


Award 
Date: 


Spring  10 


AC-State:  0  State: 

Anticipated  Fed  Cat:  S.T.P. 


47  Local: 


363 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


47 
0 

363 


363 
0 


County:  Grundy 
Route:     MO  146 
Job  No.:  2L1000B 
Length:  9.74 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Resurface  pavement  to  provide  smoother  pavement  from  the  Harrison  county  line  to  Rte.  6 


MPO:  N 


Award 
Date: 


Fed:        0  State: 
Summer  09      Anticipated  Fed  Cat:  State 


655  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


51 

0 

604 


County:  Grundy 
Route:     US  65 
Job  No.:  2P0777 
Length:  14.51 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  pavement  and  improve  shoulders  from  Rte.  6  to  Rte.  190. 


BETTER 
ROADS 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


4,627    State:     1,640    Local:  0 

BRIGHTER 
FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


483 
0 

5,784 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 1  District  2 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Howard 
Route:      MO  240 
Job  No.:  2P0724 
Length:  0.46 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridges  over  Bonne  Femme  Creek  and  construct  left-turn  lane  at  Rte.  124/240 
intersection  near  Fayette.  Project  involves  bridges  J0950  and  J0902. 


MPO:  N 


Award 
Date: 


2011 


Fed:      2,027       State:       729     Local:  0 
Anticipated  Fed  Cat:  Bridge 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


40 
0 
0 


182 
0 

2,534 


County:  Howard 
Route:      MO  5 
Job  No.:  2P0428 
Length:  0.26 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Remove  bridge  K0744  over  KATY  Trail  0.6  mile  north  of  Rte.  40  in  New  Franklin.  Project 
funded  by  FHWA  FY  2009  Highway  Bridge  Program. 


MPO:  N 


Award 
Date: 


Fall  09 


Fed:       922  State: 
Anticipated  Fed  Cat:  Bridge 


344  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


113 
0 

1,153 


1,153 
0 


County:  Howard 
Route:      RT  P 
Job  No.:  2P2165 
Length:  0.20 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridges  on  Rte.  124  over  Hungry  Mother  Creek,  Rte.  P  over  Salt  Creek,  and 
Rte.  DD  over  Bonne  Femme  Creek  in  Howard  County.  Project  involves  bridges  A1254, 
N0965,  and  R0354. 


MPO:  N 


Award 
Date: 


Fall  09 


Fed:      0  State: 
Anticipated  Fed  Cat:  State 


1,094 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


94 
0 

1,000 


County:  Linn 
Route:      MO  5 
Job  No.:  2L1000C 
Length:  7.52 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Resurface  pavement  to  provide  smoother  pavement  from  Rte.  36  to  Rte.  E. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:         317    State:      114    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


35 
0 

396 


County:  Macon 
Route:     MO  156 
Job  No.:  2B0801E 
Length:  0.06 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  156  over  Bear  Creek.  Funded  by  GARVEE.  Project  involves 
bridge  R0408.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


574    State:  24! 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


104 
0 

718 


718 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  2  District  2 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Macon 
Route:      US  36 
Job  No.:  2P0772 
Length:  8.49 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Resurface  pavement  and  improve  shoulders  on  westbound  lanes  from  Kellogg  Street  in 
Macon  to  Shelby  County  line. 

ROADS 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


1,838     State:     662    Local:  0 

B  K I  u  I 1 1 1  R 
FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


202 
0 

2,298 


County:  Mercer 
Route:      US  65 
Job  No.:  2P0780 
Length:  32.95 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  pavement  and  improve  shoulders  from  Iowa  State  line  to  Rte.  6. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:  6,122 
Anticipated  Fed  Cat:  S.T.P. 


BETTER 
ROADS 


State:    2,177    Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


646 
0 

7,653 


County:  Putnam 
Route:      RT  EE 
Job  No.:  2B0801H 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  EE  over  West  Locust  Creek.  Funded  by  GARVEE.  Project 
involves  bridge  N0860.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


268    State:  IK 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


49 
0 

335 


335 
0 


County:  Randolph 
Route:     US  24 
Job  No.:  2P0779B 
Length:  9.67 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  and  improve  shoulders  from  2.1  miles  east  of  Huntsville  to  Rte.  J  J. 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State:         777  State: 
Anticipated  Fed  Cat:  S.T.P. 


ROADS 
FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


87 
0 

971 


County:  Randolph 
Route:     US  24 
Job  No.:  2P0779C 
Length:  2.99 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  pavement  and  improve  shoulders  from  just  east  of  Rte.  J  J  to  1.0  mile  east  of  Rte. 

BETTER 
ROADS 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  S.T.P. 


620  State: 


227    Local:  0 

BKK.il  HER 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


72 
0 

775 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  3  District  2 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Randolph 

US  24 
2P0779D 

1.38  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Construct  left  turn  lane  and  provide  signal  improvements  from  0.3  miles  east  of  Rte.  JJ  to 
Business  Rte.  63.  Cost  Share  project  with  the  City  of  Moberly. 


AC-State:        382    State:     89  Local:  462 
Winter  10        Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


89 
0 

844 


0  0 
0  0 
0  0 


844 
0 


County:  Saline 
Route:     MO  127 
Job  No.:  2B0801F 
Length:  0.02 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  127  over  KCS  railroad.  Funded  by  GARVEE.  Project 
involves  bridge  L0392.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State:         847    State:  37( 
Anticipated  Fed  Cat:  Bridge 


S  A  F 

E  S 

SOU 

N  D 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


157  0 
0  0 
1,059  0 


1,028 
0 


County:  Saline 
Route:      IS  70 
Job  No.:  212152 
Length:  14.51 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Rehab  And  Reconst 


Replace  pavement  under  overpasses  at  Rtes.  YY,  K/EE,  and  127.  Resurface  eastbound  and 
westbound  lanes  including  shoulders  from  Lafayette  County  line  to  the  Blackwater  River. 


MPO:  N 
Major  Bridge 

Award 
Date: 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


10,571     State:    1,175    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


204  795 
0  0 
0  10,746 


County:  Saline 
Route:      RT  AC 
Job  No.:  2B0801I 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  AC  over  Pierre  Fleche  Creek.  Funded  by  GARVEE.  Project 
involves  bridge  N0662.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:         268    State:  IK 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


49 
0 

335 


335 
0 


County:  Saline 
Route:     RT  VV 
Job  No.:  2B0801G 
Length:  0.02 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  W  over  Brushy  Creek.  Funded  by  GARVEE.  Project 
involves  bridge  N0432.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State:         375    State:  16( 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


65 
0 

469 


455 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  4  District  2 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Sullivan 
Route:      RT  E 
Job  No.:  2S0792 

Bridge  improvements  over  Medicine  Creek  drainage  ditch  0.5  mile  east  of  Rte.  139.  Project 
involves  bridge  T0485. 

Engineering: 
R/W: 

5 
0 

46 
0 

0 
0 

0 
0 

0 
0 

Length:  0.20 

MPO:  N 

Construction: 

0 

661 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       529      State:        183      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          2011                Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  212163 

On-call  preventive  maintenance  and  pavement  repair  on  various  statewide  interstate  routes 
for  SFY  2011. 

Engineering: 
R/W: 

1 

0 

516 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  N 

Construction: 

0 

7,725 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:        8,242        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          2011                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  212164 

On-call  preventive  maintenance  and  pavement  repair  on  various  statewide  interstate  routes 
for  SFY  2012. 

Engineering: 
R/W: 

1 

0 

1 

0 

516 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

7,957 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:        8,475        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

^™rd         2012               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Resurface  pavement  in  the  north  central  Missouri  area. 

Engineering: 

4 

75 

0 

0 

0 

Route:  Various 
Job  No.:  2L1100 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

1,030 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State:         1,109        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

Date"1          fall  10             Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

On-call  workzone  enforcement  at  various  locations  in  District  2. 

Engineering: 

3 

0 

0 

0 

0 

Route:  Various 
Job  No.:  2P0789 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

30 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:         0   State:           33     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date"1          2010               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  5  District  2 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 
Route:  Various 
Job  No.:  2P1979 

Milling  rumble  strips  in  the  edgelines  of  various  major  routes  in  various  counties  in  District 
2.  Funded  by  Open  Container  Funds. 

Engineering: 
R/W: 

34 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  N 

Construction: 

428 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       385      State:         77    Local:  0 

FFOS: 

428 

0 

0 

0 

0 

Sec  Cat:  Safety 

Award 

Date-            Summer  09      Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

On-call  guardrail  repair  at  various  locations  throughout  District  2. 

Engineering: 

4 

0 

0 

0 

0 

Route:  Various 
Job  No.:  2P2170 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

50 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:         0   State:           54     Local:  0 

FFOS: 

0 

o 

o 

o 

o 

Sec  Cat:  Routine  Maintenance 

Date"1          Fall  09             Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

FFOS 

4,176 

1,483 

0 

500 

1,260 

Total  R/W 

1,720 

0 

0 

0 

0 

Total  Construction 

23,737 

26,409 

18,703 

0 

0 

Paybacks 

0 

0 

0 

0 

0 

Sub-Total 

25,457 

26,409 

18,703 

0 

0 

AC-State                   Fed                 State  Local 

Total  Engineering 

2,496 

2,138 

1,311 

0 

0 

37,931                   3,863               32,135  2,585 

Grand  Total 

27,953 

28,547 

20,014 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  6  District  2 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Adair 
Route:      US  63 
Job  No.:  2P0485Z 

This  project  represents  the  payback  for  2P0485,  adding  lanes  for  a  dual  divided  highway 
from  1.0  mile  south  of  Rte.  KK  in  Adair  County  to  Rte.  DD  in  Macon. 

Engineering: 

n 
u 

n 
u 

o 
u 

u 

n 
u 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs  (Statewide)                                 Fed:       0  State:         172      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Award          *t/a                  a  <-  ■  ■    +  jt-jo  +   cj-  * 
Date-                                 Anticipated  Fed  Cat:  State 

Payments: 

172 

0 

0 

0 

0 

County:  Carroll 
Route:      US  24 

Payback  to  Show  Me  Ethanol  for  the  acceleration  of  cost  share  project  2P2167  to  FY10  to 
add  turn  lanes  at  ethanol  plant  entrance.  Cost  Share  program  to  payback  in  SFY12. 

Engineering: 

0 

0 

0 

0 

0 

Job  No.:  2P2167B 

R/W: 

0 

0 

0 

0 

0 

Length:  0.20 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          178       Local:  0 

FFOS: 

0 

0 

178 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

178 

0 

0 

County:  Livingston 
Route:      US  65 
Job  No.:  2P2146B 

MoDOT  Econ  Dev/Cost  Share  project  with  the  City  of  Chillicothe.  This  project  represents 
a  payback  for  2P2146  for  signals  and  geometric  revisions  at  County  Rd  228.  This  project 
was  awarded  in  SFY  08  and  the  Cost  Share  program  to  payback  in  SFY  11. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.10 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       174      State:         19    Local:  0 

FFOS: 

0 

193 

0 

0 

0 

Sec  Cat:  Safety 

Date-                                 Anticipated  Fed  Cat:  Safety 

Payments: 

0 

193 

0 

0 

0 

County:  Randolph 
Route:     US  24 
Job  No.:  2P0779Z 

Payment  from  the  Cost  Share  program  for  the  advancement  of  2P0779D  to  the  City  of 
Moberly. 

Engineering: 
R/W: 

0 
u 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  1.38 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:         428      Local:  0 

FFOS: 

0 

0 

428 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

428 

0 

0 

County:  Saline 

Payback  from  the  Cost  Share  program  for  the  acceleration  of  2P2169  to  Saline  County. 

Engineering: 

0 

0 

0 

0 

0 

Route:      US  65 
Job  No.:  2P2169Z 

R/W: 

0 

0 

0 

0 

0 

Length:  0.20 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:        0  State:          140       Local:  0 

FFOS: 

0 

0 

140 

0 

0 

Sec  Cat:  Safety 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

140 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  7  District  2 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

Z217SL  t*MJ*  nlviL 
PjOl  Bo*  210 
Jettison  Cii>.  MO 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Engineering: 

0 

0 

0 

0 

0 

R/W: 

0 

0 

0 

0 

0 

Construction: 

0 

0 

0 

0 

0 

FFOS: 

0 

0 

0 

0 

0 

Payments: 

0 

3,915 

3,915 

3,915 

3,915 

County: 

Various 

Route: 

Various 

Job  No.: 

5B0800P 

Length: 

0.00 

Fund  Cat 

Taking  Care  Of  System 

Sec  Cat: 

Rehab  And  Reconst 

Payback  for  Safe  and  Sound  bridges  for  District  2. 


MPO:  N 


Award 
Date: 


N/A 


Fed:  12,528 
Anticipated  Fed  Cat:  Bridge 


State:      3,132  Local: 


FFOS 
ToialR/W 
Total  Construction: 
Paybacks 


Sub-Total 


AC-State 
0 


Fed 
12,702 


State 
4,069 


Local 
0 


Total  Engineering 
Grand  Total 


0 


0 
0 
172 


193 

 6" 

o 

4,108 


746 

 o" 

0 

4,661 


172 


4,108 


4,661 


0 
172 


0 

4,108 


0 

4,661 


0 
5" 
0 

3,915 


3,915 


0 

3,915 


0 
0 
0 

3,915 


3,915 


0 

3,915 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  8  District  2 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  Si.  Mjivs  IIKmL 

PjQl  BflK  27  Q 
feffisisan  City.  MO  65102. 
Fbooe<S73>52S-S<WS  Fax  i57J)  526-?3>52 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 

No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Paybacks  or  projects  in  the  Amendment  3  Funding  Category. 

Incidentals  include  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

4,176 

1,676 

746 

500 

1,260 

Total  R/W 

1,720 

0 

0 

0 

0 

Total  Construction 

23,737 

26,409 

18,703 

0 

0 

Paybacks 

172 

4,108 

4,661 

3,915 

3,915 

Statewide  Totals 

Sub-Total 

25,629 

30,517 

23,364 

3,915 

3,915 

AC-State               Fed              State  Local 

Total  Engineering 

2,496 

2,138 

1,311 

0 

0 

37,931                16,565            36,204  2,585 

Grand  Total 

28,125 

32,655 

24,675 

3,915 

3,915 

Project  Count:  33 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 1 


Dollars  in  Thousands 


District  3       MoDOT's  Northeast  District 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Clark 
Route:      RT  C 
Job  No.:  3B0801I 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  C  over  BNSF  railroad  and  Rte.  NN  over  Fox  River.  Funded 
by  GARVEE.  Project  involves  bridges  R0232  and  P0548.  Part  of  the  Safe  and  Sound 
program. 


MPO:  N 


Award 
Date: 


AC-State:         851    State:  37( 


Spring  10         Anticipated  Fed  Cat:  Bridge 


S  A  F  E  & 

S  D  U  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


157 
0 

1,064 


1,064 
0 


County:  Lincoln 

Route:     US  61 

Job  No.:  3P0749 

Length:  0.65 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Construct  interchange  at  South  Lincoln  Dr.  in  Troy.  Amendment  3  new  major  project. 


MPO:  N 

Award 
Date: 


2013 


AC-State:       5,662    State:    7,193    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


133 
0 
0 


103 
0 
0 


130 
4,961 
0 


450 
0 

7,078 


County:  Lincoln 
Route:      US  61 
Job  No.:  3P2147 
Length:  9.52 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatment  on  northbound  lanes  from  1.5  miles  north  of  Rte.  Z  south  to  0.2  mile 
south  of  Rte.  K  and  Rte.  V. 


MPO:  N 


Award 
Date: 


2013 


AC-State:        1,933     State:     660   Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 

0 
0 


161 

0 

2,416 


County:  Lincoln 
Route:  MO  79 
Job  No.:  3P0459 
Length:  0.13 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  over  Lost  Creek  at  south  city  limits  of  Elsberry.  Project  involves  bridge 
K0334. 


MPO:  N 


Award 
Date: 


2011 


Fed:       720      State:        305      Local:  0 
Anticipated  Fed  Cat:  Bridge 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


31 
4 
0 


90 
0 

900 


County:  Lincoln 
Route:  MO  79 
Job  No.:  3P0460 
Length:  0.16 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  over  Sandy  Creek  1.0  mile  north  of  Rte.  Y.  Project  involves  bridge  K0340. 


MPO:  N 

Award 
Date: 


2011 


Fed:      1,682       State:       712     Local:  0 
Anticipated  Fed  Cat:  Bridge 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


76 
0 
0 


216 
0 

2,102 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 1  District  3 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Lincoln 
Route:      RT  W 
Job  No.:  3B0801K 
Length:  0.11 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehab,  bridge  on  Rte.  W  over  Bryants  Cr.  in  Lincoln  Co.,  Rte.  WW  over  Mud  Cr.  in  Pike 
Co..  Rte.  J  over  Ely  Cr.  and  Rte.  E  over  Malaruni  Cr.  in  Ralls  Co.  Funded  *■- ;  r'Am 
Project  involves  bridges  R0437,  A0502,  R0503,  and  K0443.  Part  of  the  Safe  Si 
program. 

MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


1,210  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


224 
0 

1,512 


1,468 
0 


County:  Marion 
Route:     MO  168 
Job  No.:  3S0781 
Length:  0.28 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  over  North  River  1.4  miles  west  of  Rte.  C.  Project  involves  bridge  K0073. 


MPO:  N 


Award 
Date: 


2012 


Fed:  1,796 
Anticipated  Fed  Cat:  Bridge 


State: 


792  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


40 
0 
0 


47 
12 
0 


244 
0 

2,245 


County:  Marion 
Route:      US  24 
Job  No.:  3B0801M 
Length:  0.05 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge  on  Rte.  24  over  North  River  and  Bus.  Rte.  61  over  Rte.  24.  Funded  by 
GARVEE.  Project  involves  bridges  A1444  and  A0555.  Part  of  the  Safe  and  ! 
program. 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


2,255     State:  9: 


SAFES 

s  □  y  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


414 

0 

2,819 


2,819 
0 


County:  Marion 
Route:      US  24 
Job  No.:  3P2158 
Length:  0.20 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridges  over  North  Fabius  River  0.9  mile  north  of  Rte.  6  (near  Taylor). 
*Economic  Recovery  Project* 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:  2,550 
Anticipated  Fed  Cat:  S.T.P. 


ReadytoGo! 

*-„(-,->.  inn*     t  n 


State: 


300  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


300 
0 

2,550 


2,550 
0 


County:  Marion 
Route:      US  36 
Job  No.:  3P0791 
Length:  4.44 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  and  rehabilitate  shoulders  on  eastbound  lanes  from  0.4  mile  west  of 
Bus.  36  West  junction  to  Old  Hwy.  36. 

ROADS 


MPO:  N 

Award 
Date: 


Fall  10 


AC-State:         613  State: 
Anticipated  Fed  Cat:  N.H.S. 


217    Local:  0 

BRIGIi  1  LR 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 

0 
0 


54 
0 

766 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  2  District  3 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Marion 
Route:     RT  CC 
Job  No.:  3B0801L 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge  on  Rte.  CC  over  South  Fork  North  River  in  Marion  County  and  Rte.  T 
over  Salt  River  in  Shelby  County.  Funded  by  GARVEE.  Project  involves  bridges  N0752 
and  R0464.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


1,215  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


223 
0 

1,519 


1,475 
0 


County:  Monroe 
Route:      US  24 
Job  No.:  3P0784 
Length:  11.49 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatments  from  0.2  mile  west  of  Rte.  154  east  to  0.5  mile  east  of  Rte.  HH  (3 
disconnected  sections). 

ROADS 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State: 
Anticipated  Fed  Cat:  S.T.P. 


2,146     State:     746   Local:  0 


FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


15 
0 
0 


194 
0 

2,683 


County:  Monroe 
Route:      RT  A 
Job  No.:  3B0801G 
Length:  0.15 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge  on  Rte.  A  over  Mid  Fork  Salt  River,  Rte.  D  over  Long  Branch  Creek  in 
Monroe  County  and  Rte.  E  over  Youngs  Creek  in  Aurdrain  County.  Funded  by  GARVEE 
Project  involves  bridges  R0468,  T0916,  and  R0478.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


1,879  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


344 
0 

2,349 


2,281 
0 


County:  Montgomery 
Route:      MO  19 
Job  No.:  3P2192 
Length:  8.79 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Resurfacing  from  near  Rte.  B  (just  north  of  Montgomery  City)  to  1.7  miles  south  of  Rte.  I- 
70.  *Economic  Recovery  Project* 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:  2,775 
Anticipated  Fed  Cat:  S.T.P. 


^=  Ready,  oGo! 


State: 


215  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


215 
0 

2,775 


2,775 
0 


County:  Pike 
Route:      US  61 
Job  No.:  3P0771 
Length:  13.14 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatments  from  0.8  mile  south  of  Rte.  UU  south  to  0.2  mile  north  of  Rte.  OO  (5 
disconnected  sections). 

ROADS 


MPO:  N 


Award 
Date: 


AC-State:      2,936  State: 


Fall  09 


Anticipated  Fed  Cat:  N.H.S. 


1,008    Local:  0 

tiRIGH  I  ER 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


274 
0 

3,670 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  3  District  3 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Pike 
Route:      US  61 
Job  No.:  3P0776 
Length:  7.81 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  surface  treatment  and  rehabilitate  shoulders  on  northbound  and  southbound 
lanes  from  0.7  mile  south  of  Rte.  161  south  to  0.6  mile  north  of  Rte.  OO  (3  disconnected 
sections). 


MPO:  N 


Award 
Date: 


AC-State: 


Summer  09      Anticipated  Fed  Cat:  N.H.S. 


912  State: 


306    Local:  0 

BRIGIi  1  LR 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


78 
0 

1,140 


County:  Pike 
Route:      US  61 
Job  No.:  3P0777 
Length:  11.92 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatments  on  NB  and  SB  lanes  from  0.5  mile  south  of  Rte.  19  in  Ralls  County 
south  to  0.7  mile  south  of  Rte.  UU  in  Pike  County  (3  disconnected  sections). 


MPO:  N 


Award 
Date: 


2013 


AC-State:        1,346     State:     462    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


114 

0 

1,682 


County:  Pike 
Route:      MO  79 
Job  No.:  3P2171C 
Length:  0.07 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Rehabilitate  bridge  on  Rte.  79  over  Sugar  Creek  0.1  mile  south  of  Rte.  B  in  Pike  County 
and  on  Rte.  151  over  Elk  Fork  Salt  River  1.7  miles  south  of  Rte.  24  in  Monroe  County. 
Project  involves  bridges  A4057  and  A3252. 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


178 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


21 

0 
157 


County:  Ralls 
Route:      US  61 
Job  No.:  3P0778B 
Length:  29.38 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  on  various  sections  of  Rte.  61  in  Ralls  and  Pike  counties  and  Rte.  54  in 
Audrain  County  (6  disconnected  sections). 


MPO:  N 


Award 
Date: 


2014 


AC-State:        2,047     State:     688   Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


164 
0 

2,559 


County:  Scotland 
Route:      BU  136 
Job  No.:  3B0801H 
Length:  0.02 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge  on  Bus.  Rte.  136  over  abandoned  KCS  railroad.  Funded  by  GARVEE. 
Project  involves  bridge  L0130.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2012 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


192  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


42 
0 

240 


226 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  4  District  3 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Scotland 
Route:      RT  D 
Job  No.:  3B0801J 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge  on  Rte.  D  over  North  Fork  Mid  Fabius  River.  Funded  by  GARVEE. 
Project  involves  bridge  N0465.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Spring  10 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


234  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


43 
0 

292 


292 
0 


County:  Shelby 
Route:      US  36 
Job  No.:  3P0792 
Length:  27.36 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatments  on  eastbound  lanes  from  0.3  mile  east  of  Macon  Co.  line  east  to  0.7 
mile  west  of  Bus.  36  West  junction  at  Monroe  City  (4  disconnected  sections).  Project 
includes  0.3  mile  section  of  westbound  lanes  near  Salt  River.  Project  also  includes  bridge 
A3742 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:      6,615    State:    2,231    Local:  0 
Anticipated  Fed  Cat:  N.H.S.  FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


577 
0 

8,269 


County:  Various 
Route:  Various 
Job  No.:  3P1979 
Length:  0.00 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


Milling  rumble  strips  in  the  edgelines  of  various  major  routes  in  various  counties  in  District 
3.  Funded  by  Open  Container  Funds. 


MPO:  N 


Award 
Date: 


Fed:       431  State: 
Summer  09      Anticipated  Fed  Cat:  Safety 


86  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


38 
0 

479 


479 
0 


County:  Various 
Route:  Various 
Job  No.:  3P2179 
Length:  0.00 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


On-call  work  zone  law  enforcement  at  various  locations  in  northeast  Missouri. 


MPO:  N 


Award 
Date: 


2010 


Fed:         0  State: 
Anticipated  Fed  Cat:  State 


11  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1 

0 
10 


County:  Various 
Route:  Various 
Job  No.:  3P2180 
Length:  0.00 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Preventive  maintenance  of  various  bridges  in  northeast  Missouri. 


MPO:  N 


Award 
Date: 


2011 


Fed:      0  State: 
Anticipated  Fed  Cat:  State 


1,129 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


15 
0 
0 


84 
0 

1,030 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  5  District  3 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigcncy  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Warren 
Route:      MO  47 
Job  No.:  3P0513 

Replace  bridge  over  Tuque  Creek  1.3  miles  south  of  Rte.  94  north  junction.  This  project 
involves  bridge  K0093. 

Engineering: 
R/W: 

35 
0 

126 
0 

0 
0 

0 

0 

0 
0 

Length:  0.18 

MPO:  N 

Construction: 

0 

1,369 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      1,095       State:       435     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          2011                Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

0 

0 

0 

0 

County:  Warren 
Route:      MO  47 
Job  No.:  3P2167 

Bridge  replacement  over  Lake  Creek  0.1  mile  south  of  Rte.  94  south  junction.  Project 
involves  bridge  K0094. 

Engineering: 

5 
0 

5 
0 

5 
0 

87 
0 

153 
0 

Length:  0.16 

MPO:  N 

Construction: 

0 

0 

0 

0 

1,532 

Fund  Cat:  Taking  Care  Of  System 

Fed:      1,226       State:       561     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          2014               Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

0 

0 

0 

0 

County:  Warren 
Route:      IS  70 
Job  No.:  312149 
Length:  15.20 

Pavement  treatments  on  westbound  lanes  from  the  St.  Charles  County  line  to  1.0  mile  east 
of  Rte.  F.  (3  disconnected  sections) 

ROADS 

MPO:  N 

Engineering: 
R/W' 
Construction: 

20 
0 
0 

330 
0 

4,803 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:       4,323  State: 

830   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1         Falll°            Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Warren 
Route:     IS  70 
Job  No.:  312175 

Pavement  treatments  on  eastbound  lanes  from  0.5  mile  west  of  Rte.  47  to  the  St.  Charles 
County  line. 

Engineering: 
R/W: 

1 
1 

U 

i 
i 

0 

JJ  1 

0 

n 
u 

0 

n 
u 

0 

Length:  10.36 

MPO:  N 

Construction: 

0 

0 

3,959 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:       3,563  State: 

729    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

2012               Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Warren 

Rehabilitate  bridge  over  Koch's  Creek  0.4  mile  west  of  Rte.  N  and  over  Charrette  Creek  0.4 

Engineering: 

55 

0 

0 

0 

0 

Route:     MO  94 

mile  west  of  Rte.  47.  Project  involves  bridges  A3206  and  A3123. 

Job  No.:  3P2171 

R/W: 

0 

0 

0 

0 

0 

Length:  0.12 

MPO:  N 

Construction: 

493 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:  548 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1         Winter  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  6  District  3 


Dollars  in  Thousands 


\  \ 

x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

1117  Si.  Mji>*  lilviL 

P.O.  Bos  210 
Jettison  Cii>.  MO 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Engineering: 

68 

0 

0 

0 

0 

R/W: 

0 

0 

0 

0 

0 

Construction: 

554 

0 

0 

0 

0 

FFOS: 

554 

0 

0 

0 

0 

Payments: 

0 

0 

0 

0 

0 

County: 

Warren 

Route: 

RTB 

Job  No.: 

3S2172 

Length: 

0.63 

Fund  Cat 

Taking  Care  Of  System 

Sec  Cat: 

Rehab  And  Reconst 

Intersection  and  outer  road  improvements  0.2  mile  south  of  1-70.  *Economic  Recovery 
Project* 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:  554 
Anticipated  Fed  Cat:  S.T.P. 


^ Ready >, Go/ 


State 


68  Local: 


FFOS 

10,533 

5,224 

226 

0 

0 

Total  R/W 

4 

12 

4,961 

0 

0 

Total  Construction 

24,272 

19,033 

6,444 

11,176 

4,091 

Paybacks 

0 

0 

0 

0 

0 

Sub-Total 

24,276 

19,045 

11,405 

11,176 

4,091 

AC-State 

Fed 

State 

Local 

Total  Engineering 

2,633 

2,049 

772 

818 

317 

39,932 

12,829 

23,821 

0 

Grand  Total 

26,909 

21,094 

12,177 

11,994 

4,408 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  7  District  3 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Lincoln 
Route:      RT  C 
Job  No.:  3S2195 

Payment  for  historic  lighting  from  Elm  Tree  Rd  in  Moscow  Mills  to  west  ramps  of  Rte.  61 
interchange.  Total  ARRA  tunds  are  $79,900.  City  of  Moscow  Mills  is  project  sponsor. 
*Economic  Recovery  Project* 

Engineering: 
R/W: 

n 
U 

0 

n 
u 

0 

n 
u 

0 

n 
u 

0 

n 
u 

0 

Length:  0.37 

MP0  N  —Ready: % Go/ 

ng  Needs                                                Fed:        80     State:          0  Local:  0 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emergi 

FFOS: 

80 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

80 

0 

0 

0 

0 

County:  Marion 
Route:      US  24 

Rehabilitate  bridge  on  Quincy  Bayview  Bridge.  Cost  represents  Missouri's  share.  Illinois 
will  award  in  SFY  2009.  Payback  in  SFY  2010.  Project  involves  bridge  A4274. 

Engineering: 

i 

n 
u 

o 
u 

o 

n 
u 

Job  No.:  3P0752 

R/W: 

0 

0 

0 

0 

0 

Length:  0.85 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:        1,779        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

1,778 

0 

0 

0 

0 

County:  Various 
Route:  Various 

Payback  for  on-call  contract  for  guardrail  and  guardcable  repair  at  various  locations  in 
northeast  Missouri,  transferring  funds  to  operating  budget. 

Engineering: 

23 

0 

0 

0 

0 

Job  No.:  3P2191 

R/W: 

n 
U 

u 

u 

u 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       297      State:         56    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date^                               Anticipated  Fed  Cat:  Safety 

Payments: 

330 

0 

0 

0 

0 

County:  Various 

Payback  for  Safe  and  Sound  bridges  for  District  3. 

Engineering: 

n 
u 

n 
u 

0 

u 

0 

u 

n 
u 

Route:  Various 
Job  No.:  5B0800Q 

R/W: 

U 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:     15,411       State:      3,853      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date^          ^A                Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

4,816 

4,816 

4,816 

4,816 

County:  Warren 
Route:      MO  47 

This  project  represents  a  payback  to  the  City  of  Warrenton  for  3P0748  to  occur  in  SFY 
2011.  Cost  share  project  with  the  city  of  Warrenton. 

Engineering: 

0 

0 

0 

0 

0 

Job  No.:  3P0748Z 

R/W: 

0 

0 

0 

0 

0 

Length:  0.35 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:         104      Local:  0 

FFOS: 

0 

104 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

104 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  8  District  3 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

Z217SL  t*MJ*  nlviL 
PjOl  Bo*  210 
Jettison  Cii>.  MO 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010- 
6/2011 


7/2011- 
6/2012 


7/2012- 
6/2013 


7/2013- 
6/2014 


FFOS 

80 

104 

0 

0 

0 

Total  R/W 
Total  Construction 
Paybacks 

0 
0 

2,188 

0 
0 

4,920 

0 
0 

4,816 

0 
0 

4,816 

0 
0 

4,816 

Sub-Total 

2,188 

4,920 

4,816 

4,816 

4,816 

AC-State 
0 

Fed 
15,788 

State 
5,792 

Local 
0 

Total  Engineering 
Grand  Total 

24 
2,212 

0 

4,920 

0 

4,816 

0 

4,816 

0 

4,816 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  9  District  3 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
feffuison  City.  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 

No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Paybacks  or  projects  in  the  Amendment  3  Funding  Category. 

Incidentals  include  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

10,613 

5,328 

226 

0 

0 

Total  R/W 

4 

12 

4,961 

0 

0 

Total  Construction 

24,272 

19,033 

6,444 

11,176 

4,091 

Paybacks 

2,188 

4,920 

4,816 

4,816 

4,816 

Statewide  Totals 

Sub-Total 

26,464 

23,965 

16,221 

15,992 

8,907 

AC-State               Fed              State  Local 

Total  Engineering 

2,657 

2,049 

772 

818 

317 

39,932               28,617           29,613  0 

Grand  Total 

29,121 

26,014 

16,993 

16,810 

9,224 

Project  Count:  36 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 1 


Dollars  in  Thousands 


,  Lafayette 
Jackson       |  J 



m         r  1  ~~ 

Lee's;  Summit 

i 

Johnson 

Cass  i 


District  4      MoDOTs  Kansas  City  Area 


(Note:  The  Following  MoDOT  projects  are  located  outside  of  the  Kansas  City  metropolitan  planning  area  boundary) 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Clay 
Route:      MO  10 
Job  No.:  4B0801J 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  10  over  Rte.  69  in  Clay  County  and  over  Fishing  River  in  Ray 
County.  Funded  by  GARVEE.  Project  involves  bridges  L0535  and  G0950.  Part  of  the  Sal 
and  Sound  program. 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


950  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


174 
0 

1,187 


1,187 
0 


County:  Clay 
Route:      US  169 
Job  No.:  4P2265 
Length:  2.02 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


ADA  Sidewalk  improvements  from  Rte.  92  to  Rte.  KK.  *Economic  Recovery  Project* 


MPO:  N 


Award 
Date: 


Summer  09 


Fed:  1,500 
Anticipated  Fed  Cat:  S.T.P. 


\i\         Ct.t„.         no*    t  1.  n 


State: 


228  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


228 
0 

1,500 


1,500 
0 


County:  Clay 
Route:      IS  35 
Job  No.:  411382 
Length:  8.08 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatments  and  bridge  rehabilitation  from  Clinton  County  line  to  Fishing  River. 
(Alternate  pavement  treatment  project.)  Project  involves  bridges  A1329,  A1331,  A1367, 
A1332,A1333. 


MPO:  N 
Major  Bridge 

Award 
Date: 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  I/M 


W    '  ^ 
21,166     State:    2,351    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,723 
0 

21,794 


County:  Clay 
Route:      MO  92 
Job  No.:  4B0801M 
Length:  0.07 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  92  over  First  Creek  in  Clay  County  and  Rte.  B  over  Platte 
River  in  Platte  County.  Funded  by  GARVEE.  Project  involves  bridges  J0923  and  X0401. 
Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


1,445     State:  62 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


266 
0 

1,806 


1,753 
0 


County:  Henry 
Route:      MO  7 
Job  No.:  4B0801H 
Length:  0.30 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  7  over  Deer  Creek,  Fields  Creek  overflow,  Fields  Creek,  Big 
Creek  overflow,  and  Big  River.  Funded  by  GARVEE.  Project  involves  bridg  s  A1663, 
A3698,  A3699,  A3832  and  A3702.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


AC-State:       5,130    State:  2,22 


Summer  09      Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


944 
0 

6,412 


6,412 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 1  District  4 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009-  7/2010-  7/2011-  7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 


County:  Henry 
Route:      RT  C 
Job  No.:  4B0801K 
Length:  0.10 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  C  over  Barker  Creek  and  Rte.  Z  over  Big  Otter  Creek. 
Funded  by  GARVEE.  Project  involves  bridges  A3881  and  A3695.  Part  of  thp-S^ 
Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


1,583     State:  6i 


SAFES 

SDJND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


289 
0 

1,979 


1,921 
0 


County:  Henry 
Route:      RT  K 
Job  No.:  4B0801L 
Length:  0.22 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  K  over  South  Grand  River,  Rte.  N  over  Big  Cr.,  Rte.  O  over 
Honey  Cr.  in  Henry  County  and  Rte.  B  over  Big  Cr.  in  Johnson  County.  Funded  by 
GARVEE.  Project  involves  bridges  K0792,  P0795,  A0287  and  N0963.  Part  ofthej 
Sound  program. 

MPO:  N 


Award 
Date: 


2011 


Anticipated  Fed  Cat:  Bridge 


AC-State:       3,309    State:  l,4<^j£Sfll 

SAFES 


SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


613 
0 

4,136 


4,016 
0 


County:  Johnson 

Route:  13 

Job  No.:  4P1138E 

Length:  0.10 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Construction  of  drainage  structures  for  connection  of  Route  50  interchange  to  Veteran's 
Road.  Amendment  3  new  major  project. 


MPO:  N 


Award 
Date: 


AC-State:         356    State:      153    Local:  0 
Summer  09      Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


64 
0 

445 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Johnson 
13 

4P1138F 
0.00 

Amendment  3 


Grading  and  paving  for  connection  from  Rte.  50  interchange  to  Veteran's  Road. 
Amendment  3  new  major  project. 


Sec  Cat:  System  Expansion 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:         535    State:      232    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


98 
0 

669 


County:  Johnson 
Route:      MO  13 
Job  No.:  4P2184 
Length:  1.78 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  improvements  from  Bus.  50  to  Rte.  DD  in  the  City  of  Warrensburg. 


MPO:  N 


Award 
Date: 


2011 


AC-State:         449    State:      155    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


38 
0 

561 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  2  District  4 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Johnson 
Route:      US  50 
Job  No.:  4P1969 
Length:  0.10 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


Intersection  improvements  at  the  intersections  of  Rtes.  W  and  Z,  Rte.  131,  and  County 
Road  1601. 


MPO:  N 


Award 
Date: 


2011 


Fed:       789  State: 
Anticipated  Fed  Cat:  Safety 


214  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


20 
0 
0 


106 

0 

877 


0  0 
0  0 
0  0 


County:  Johnson 
Route:      US  50 
Job  No.:  4P1973 
Length:  24.18 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Resurfacing  and  shoulder  treatments  on  the  westbound  lanes  from  Jackson  County  line  to 
Rte.  HH. 

ROADS 


MPO:  N 


Award 
Date: 


Spring  10 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


3,553    State:     1,323    Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


435 
0 

4,441 


0  0 
0  0 
0  0 


County:  Johnson 
Route:      MO  13 
Job  No.:  4P1138 
Length:  0.00 
Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Two-lane  roadway  relocation  east  of  Warrensburg  from  north  of  Rte.  V/OO  intersections 
to  north  of  Rte.  50  and  Rte.  HH  intersections.  Amendment  3  new  major  project. 


MPO:  N 


Award 
Date: 


2013 


AC-State:      13,716    State:    6,130    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


50 
0 
0 


50 
0 
0 


50  809 
1,742  0 
0  17,145 


County:  Lafayette 
Route:      MO  13 
Job  No.:  4B0801N 
Length:  0.21 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  13  over  Davis  Creek,  on  Rte.  24  over  Big  Sni-A-Bar  Creek 
and  Little  Sni-A-Bar  Creek,  and  Rte.  O  over  KCS  Railroad.  Funded  by  GAB 
involves  bridges  G0818,  L0597,  L0610,  and  A0660.  Part  of  the  Safe  and  Souitl  ] 


MPO:  N 


Award 
Date: 


Spring  10 


AC-State: 
Anticipated  Fed  Cat:  Bridge 


/ 

3,006    State:  1,3( 


SAFES 

S  □  U  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


553 
0 

3,757 


3,757 
0 


County:  Lafayette 
Route:      MO  13 
Job  No.:  4P2172 
Length:  5.43 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  improvements  from  Rte.  24  to  the  limits  of  the  City  of  Lexington. 


MPO:  N 


Award 
Date: 


2011 


AC-State:  125    State:      43   Local:  0 

Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


11 

0 

156 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  3  District  4 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Lafayette 

Pavement  improvements  from  the  limits  of  the  City  of  Lexington  to  1.3  miles  east  of  Rte.  E. 

Engineering: 

1 

19 

0 

0 

0 

Route:      MO  13 
Job  No.:  4P2172B 

R/W: 

U 

0 

0 

0 

0 

Length:  5.43 

MPO:  N 

Construction: 

0 

267 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          287       Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          2011                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Lafayette 

Bridge  Repair  over  1-70.  Project  involves  bridge  A4599. 

Engineering: 

36 

0 

0 

0 

0 

Route:     MO  13 
Job  No.:  4P2258 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

217 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          253       Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1         Winter  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Platte 
Route:      MO  45 
Job  No.:  4P2148 

Replace  bridge  and  approach  over  the  BNSF  Railroad  near  Iatan.  Project  involves  bridge 
K0698.  Cost  share  project  with  Kansas  City  Power  &  Light.  MoDOT's  portion  of  the 
project  is  a  total  of  $2,281,862  for  4P2148  and  4P2148B. 

Engineering: 
R/W: 

697 
25 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.65 

MPO:  N 

Construction: 

3,957 

0 

0 

0 

0 

Fund  CatMajor  Projects  &  Emerging  Needs                                                Fed:      0  State:       697     Local:  3,982 

FFOS: 

3,982 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date            Fall  09             Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

0 

0 

0 

0 

County:  Ray 

Pavement  improvements  from  just  east  of  Route  C  to  Route  13. 

Engineering: 

5 

75 

0 

0 

0 

Route:      MO  10 
Job  No.:  4P2173 

R/W: 

U 

0 

0 

0 

0 

Length:  7.50 

MPO:  N 

Construction: 

0 

906 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         725    State:      261    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          2011                Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

County:  Ray 

Pavement  improvements  from  Rte.  O  near  Orrick  to  Rte.  10  just  west  of  Richmond. 

Engineering: 

10 

10 

147 

0 

0 

Route:      MO  210 
Job  No.:  4P2284 

R/W: 

0 

0 

0 

0 

0 

Length:  7.00 

MPO:  N 

Construction: 

0 

0 

1,699 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,359     State:     507   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

P™rd          2012               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  4  District  4 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 

Guardcable  and  guardrail  repair  at  various  locations  in  rural  District  4. 

Engineering: 

39 

0 

0 

0 

0 

Route:  Various 
Job  No.:  4P1909 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

449 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       404      State:  84 

Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

Dat^          Winter  10        Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Guardcable  and  guardrail  repair  at  various  locations  in  rural  District  4. 

Engineering: 

1 

40 

0 

0 

0 

Route:  Various 
Job  No.:  4P1910 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

484 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       436      State:  89 

Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

2011               Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  4P1979 

Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  rural  District  4.  Funded 
by  MoDOT  operations. 

Engineering: 
R/W: 

14 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  N 

Construction: 

185 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:        0  State:  199 

Local: 

0 

FFOS: 

185 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date-            Spring  10         Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Guardcable  and  guardrail  repair  in  rural  District  4. 

Engineering: 

1 

2 

40 

0 

0 

Route:  Various 
Job  No.:  4P1994 

R/W: 

U 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

522 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       470      State:  95 

Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

^™rd         2012               Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Guardcable  and  guardrail  repair  in  rural  District  4. 

Engineering: 

1 

1 

1 

41 

0 

Route:  Various 
Job  No.:  4P2238 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

561 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       505      State:  100 

Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

^™rd         2013               Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  5  District  4 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  Si.  Mjivs  IIKmL 

PjQl  BflK  27  Q 
feffisisan  City.  MO  65102. 
Fbooe<S73>52S-S<WS  Fax  i57J)  526-?3>52 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 

On-call  workzone  enforcement  in  the  rural  District  4  area. 

Engineering: 

1 

0 

0 

0 

0 

Route:  Various 
Job  No.:  4P2270 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

6 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:         0  State: 

7   Local:  0 

FFOS: 

0 

o 

o 

o 

o 

Sec  Cat:  Safety 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

FFOS 

17,023 

7,690 

0 

0 

0 

Total  R/W 

25 

0 

1,742 

0 

0 

Total  Construction 

45,019 

11,172 

2,221 

17,706 

0 

Paybacks 

0 

0 

0 

0 

0 

Sub-Total 

45,044 

11,172 

3,963 

17,706 

0 

AC-State                  Fed                 State  Local 

Total  Engineering 

5,104 

1,520 

238 

850 

0 

57,407                 4,104             20,104  3,982 

Grand  Total 

50,148 

12,692 

4,201 

18,556 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  6  District  4 


Dollars  in  Thousands 


PAYMENT  PROJECTS 


District  4      MoDOTs  Kansas  City  Area 


(Note:  The  Following  MoDOT  projects  are  located  outside  of  the  Kansas  City  metropolitan  planning  area  boundary) 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H*jne<57J>52S-S<WS  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Platte 

Payback  from  the  Cost  Share  program  to  KCPL  for  acceleration  of  4P2148  and  4P2148B. 

Engineering: 

0 

0 

0 

0 

0 

Route:      MO  45 
Job  No.:  4P2148Z 

R/W: 

0 

0 

0 

0 

0 

Length:  36.92 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  CatMajor  Projects  &  Emerging  Needs                                                   Fed:       0  State:         2,221        Local:  0 

FFOS: 

0 

2,221 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

2,221 

0 

0 

0 

County:  Platte 
Route:      MO  92 
Job  No.:  4P1972 

Payment  to  the  City  of  Platte  City  for  geometric  improvements  at  the  intersections  of 
Marshall  and  Hampton  Roads.  Cost  share  project  with  Platte  City.  MoDOT  will  pay  50% 
up  to  a  maximum  of  $385,100. 

Engineering: 
R/W: 

81 

8 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.18 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:         419      Local:  0 

FFOS: 

328 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

330 

0 

0 

0 

0 

County:  Platte 

Payment  to  KDOT  for  bridge  repairs.  Project  involves  bridge  K0941. 

Engineering: 

0 

0 

0 

0 

0 

Route:      MO  92 
Job  No.:  4P2015 

R/W: 

0 

0 

0 

0 

0 

Length:  0.60 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:         814      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

814 

0 

0 

County:  Platte 
Route:      RT  N 
Job  No.:  4S1951 

Payment  to  the  City  of  Platte  City  for  roadway  improvements  from  Rte.  92  to  the  southern 
city  limits  of  Platte  City.  Cost  share  project  with  Platte  City.  MoDOT  will  pay  50%  up  to  a 
maximum  of  $775,000. 

Engineering: 
R/W: 

123 
25 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  1.19 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:         773      Local:  0 

FFOS: 

650 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

625 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  5B0800R 

Payback  for  Safe  and  Sound  bridges  for  rural  District  4.  Funding  for  right  of  way  in  2009 
from  contractor. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:     24,058       State:      6,014      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          N'A                Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

7,518 

7,518 

7,518 

7,518 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  7  District  4 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

Z217SL  t*MJ*  nlviL 
PjOl  Bo*  210 
J^ffnisan  triiv.  MO  6S  BH>2 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010- 
6/2011 


7/2011- 
6/2012 


7/2012- 
6/2013 


7/2013- 
6/2014 


FFOS 

978 

2,221 

0 

0 

0 

Total  R/W 

33 

0 

0 

0 

0 

Total  Construction 

0 

0 

0 

0 

0 

Paybacks 

955 

9,739 

8,332 

7,518 

7,518 

Sub-Total 

988 

9,739 

8,332 

7,518 

7,518 

AC-State 

Fed 

State 

Local 

Total  Engineering 

204 

0 

0 

0 

0 

0 

24,058 

10,241 

0 

Grand  Total 

1,192 

9,739 

8,332 

7,518 

7,518 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  8  District  4 


Dollars  in  Thousands 


MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2211  SI  Marys.  BI«L 
P.O,  Sm  270 
Jefteisun  City,  M(J  65102 
PhmnHST,!!  52>5-¥JkS*  Fax <S73> S2«4»52 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

District  4 

FFOS 

18,001 

9,911 

0 

0 

0 

Total  R/W 

58 

0 

1,742 

0 

0 

Total  Construction 

45,019 

11,172 

2,221 

17,706 

0 

Paybacks 

955 

9,739 

8,332 

7,518 

7,518 

Sub-Total 

46,032 

20,911 

12,295 

25,224 

7,518 

Fed                    State  Local 

Total  Engineering 

5,308 

1,520 

238 

850 

0 

85,569               30,345  3,982 

Grand  Total 

51,340 

22,431 

12,533 

26,074 

7,518 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 1  District  4 


Dollars  in  Thousands 


District  4      MoDOT's  Kansas  City  Area 


Mid-America  Regional  Council 

(Note:  The  Following  MoDOT projects  are  located  inside  of  the  Kansas  City  metropolitan  planning  area  boundary) 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Cass 
Route:      MO  7 
Job  No.:  4B0801I 
Length:  0.01 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  7  north  of  227th  Street  in  Cass  County,  Rte.  69  over  Branch 
Williams  Creek  in  Clay  County,  and  Rte.  M  over  Honey  Creek  in  Henry  County.  Funded 
by  GARVEE.  Project  involves  bridges,  G0986,  J0331,  S0880.  Part  of  the  Saf  and 
program. 

MPO:  Y 


Award 
Date: 


2013 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


1,282  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1  224 
0  0 
0  1,603 


1,467 
0 


County:  Cass 
Route:      US  71 
Job  No.:  4P1958 
Length:  9.43 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  and  shoulder  treatments  from  north  of  283rd  Street  to  Rte.  A  and  B. 

BETTER 
ROADS 


MPO:  Y 


Award 
Date: 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


W  1 

5,770    State:    2,038    Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


595 
0 

7,213 


0  0 
0  0 
0  0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Cass 
US  71 
4P1989 

0.30  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Conversion  to  Interstate  standards  at  various  locations  in  Cass  County. 


2013 


AC-State:      10,436     State:    2,610    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


30 
0 
0 


30 
0 
0 


150  1,028 
0  0 
0  11,808 


County:  Cass 
Route:      RT  W 
Job  No.:  4B0802E 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  W  over  Grand  River,  on  Rte.  Z  over  Clear  Creek  and  Rte.  O 
over  Owens  Creek.  Funded  by  GARVEE.  Project  involves  bridges  N0837,  N  485,  and 
Y0875. 


MPO:  Y 


Award 
Date: 


2012 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


833    State:  35: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


143 
0 

1,041 


981 
0 


County:  Clay 
Route:      MO  1 
Job  No.:  4P2266 
Length:  2.62 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


ADA  Sidewalk  improvements  from  Vivion  Road  to  72nd  Street.  *Economic  Recovery 
Project* 


MPO:  Y 


Award 
Date: 


Summer  09 


Fed:  1,500 
Anticipated  Fed  Cat:  S.T.P. 


^ Ready ;  Go! 


State: 


228  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


228 
0 

1,500 


1,500 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  9  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigcncy  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Clay 

Median  protection  from  1-29  to  the  City  of  Smithville. 

Engineering: 

50 

193 

0 

0 

0 

Route:     US  169 
Job  No.:  4P2026 

R/W: 

0 

0 

0 

0 

0 

Length:  12.26 

MPO:  Y 

Construction: 

0 

2,152 

0 

0 

0 

Fund  Cat:  Safety 

Fed:      1,937       State:       458  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

^™'d          2011                Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Clay 

Roadway  improvements  from  1-29  to  Englewood  Road  in  the  city  of  Kansas  City. 

Engineering: 

f>1 

Dj 

n 
u 

n 
u 

n 
u 

n 
u 

Route:     US  169 
Job  No.:  4P2253 

R/W: 

0 

0 

0 

0 

0 

Length:  0.62 

MPO:  Y 

Construction: 

767 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         614    State:      216  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          Summer  09      Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

County:  Clay 
Route:     US  169 

Paving,  median  drainage,  and  metal  wall  rehabilitation  along  northbound  lanes  from  north 
of  Downtown  Airport  to  south  of  Rte.  9  interchange  in  the  City  of  North  Kansas  City. 

Engineering: 

304 

163 

1,300 

0 

0 

Job  No.:  4U1314B 

R/W: 

14 

0 

0 

0 

0 

Length:  1.00 

MPO:  Y 

Construction: 

0 

0 

17,719 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:      15,589     State:    3,911  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

^™rd         2012               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Clay 
Route:     US  169 
Job  No.:  4U1314C 

Test  project  to  determine  the  feasibility  of  a  proposed  grouting  solution  to  rehabilitate 
metal  bin  wall  along  northbound  lanes  from  north  of  downtown  airport  to  south  of  Rte.  9 
interchange. 

Engineering: 
R/W: 

10 
U 

10 

0 

34 
0 

0 
0 

0 
0 

Length:  0.99 

MPO:  Y 

Construction: 

0 

0 

364 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          418  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          2012               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Clay 
Route:      MO  269 
Job  No.:  4U1303E 

Bridge  repairs  on  the  Chouteau  Bridge.  Funding  from  unobligated  Federal  Earmark 
balance. 

Engineering: 
R/W: 

138 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.08 

MPO:  Y 

Construction: 

1,938 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:       1,550     State:     526  Local: 

0 

FFOS: 

1,938 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"'         Winter  10        Anticipated  Fed  Cat:  Earmark 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4 -10  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Clay 

Pavement  treatments  from  Rte.  69  to  Rte.  9  in  the  City  of  Kansas  City. 

Engineering: 

1 

1 

1 

59 

0 

Route:      MO  283 
Job  No.:  4S1928 

R/W: 

0 

0 

0 

0 

0 

Length:  2.19 

MPO:  Y 

Construction: 

0 

0 

0 

742 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:  804 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Thin  Lift  Overlay 

Date"1          2013               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Clay 
Route:      MO  291 
Job  No.:  4P1953 
Length:  3.50 

Pavement  treatments  from  Rte.  33  to  Rte.  210  in  the  City  of  Liberty. 
MPO:  Y 

BETTER 
ROADS 

Engineering: 
R/W: 
Construction: 

97 
0 

997 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        798  State: 

296    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          fall  09             Anticipated  Fed  Cat:  N.H.S. 

FUTURE 

Payments: 

0 

0 

0 

0 

0 

County:  Clay 

Pavement  improvements  from  1-435  to  Orchard  Avenue  in  the  City  of  Kansas  City. 

Engineering: 

256 

0 

0 

0 

0 

Route:      MO  291 
Job  No.:  4P1954 
Length:  6.46 

MPO:  Y 

DDI  I  c  r\ 
ROADS 

rm 

R/W: 
Construction: 

0 

3,001 

0 
0 

0 
0 

0 
0 

0 
0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        2,401  State: 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1         Fall  09            Anticipated  Fed  Cat:  N.H.S. 

FUTURE 

Payments: 

0 

0 

0 

0 

0 

County:  Clay 

Repair  slides  at  two  locations  between  southbound  Pleasant  Valley  Road  and  1-435. 

Engineering: 

60 

0 

0 

0 

0 

Route:      IS  35 
Job  No.:  412270 

R/W: 

0 

0 

0 

0 

0 

Length:  1.10 

MPO:  Y 

Construction: 

476 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        428  State: 

108    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date™1         Winter  10        Anticipated  Fed  Cat:  I/M 

Payments: 

0 

0 

0 

0 

0 

County:  Clay 
Route:      US  69 
Job  No.:  4P1963 
Length:  6.60 

Pavement  treatments  from  1-35  to  the  Fishing  River. 

MPO:  Y 

ROADS 

Engineering: 
R/W: 
Construction: 

181 
0 

1,841 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 

AC-State:        1,473  State: 
Date™1         Fall  09            Anticipated  Fed  Cat:  S.T.P. 

549   Local:  0 

IJKK.  iM  1  1  k 

FUTURE 

FFOS: 
Payments: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4 -11  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Rehab  And  Reconst 


Clay 
MO  9 
4S1921 

0.40  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Rehabilitate  Heart  of  America  bridge  structure  over  the  Missouri  River,  including  addition 
of  a  bicycle  &  pedestrian  facility.  (Balance  of  project  being  funded  by  other  sources;  total 
project  costs  are  $7.1  million)  *Economic  Recovery  Project* 


Fed: 


Winter  10 


6,719 

Anticipated  Fed  Cat:  S.T.P. 


^ Ready  Go! 


State: 


926'  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


497  0 
0  0 
7,148  0 


6,607 
0 


County:  Jackson 
Route:     MO  150 
Job  No.:  4B0802G 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  150  over  East  Branch  Big  Creek  and  Rte.  7  over  Big  Rock 
Creek.  Funded  by  GARVEE.  Project  involves  bridges  A2262  and  A244 
and  Sound  program. 

MPO:  Y 


Award 
Date: 


2011 


AC-State:         909    State:  39( 
Anticipated  Fed  Cat:  Bridge 


irt  of  the 

USfal 

S  A  F 

E  S 

s  □  u 

N  D 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1  162 
0  0 
0  1,136 


1,103 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Jackson 
MO  150 
4U1130D 
3.43 

Amendment  3 


Widen  from  two  lanes  to  four  lanes  from  Horridge  Road  to  Rte.  291.  *Economic  Recovery 
Project* 


Sec  Cat:  System  Expansion 


MPO:  Y 


Award 
Date: 


^Ready^Go! 

Fed:     17,226       State:      1,206     Local:  0 


Summer  09      Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,206  0 
0  0 
17,226  0 


17,226 
0 


County:  Jackson 
Route:  MO  291 
Job  No.:  4P1956 
Length:  4.81 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  improvements  from  Rte.  210  to  south  of  Rte.  78  in  the  cities  of  Sugar  Creek  and 
Independence. 

ROADS 


MPO:  Y 


Award 
Date: 


Winter  10 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


1,503     State:  531 


FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


155  0 
0  0 
1,879  0 


County:  Jackson 
Route:      IS  35 
Job  No.:  412012 
Length:  0.12 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


Bridge  maintenance  and  rehabilitation  over  23rd  Street  Trafficway.  Project  involves  bridge 
L0232. 


MPO:  Y 
Major  Bridge 

Award 
Date: 


2011 


AC-State: 
Anticipated  Fed  Cat:  I/M 


16,594     State:    1,844    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


575  1,205 
0  0 
0  16,658 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  12  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H*jne<57J>52S-S<WS  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Jackson 
Route:      MO  350 
Job  No.:  4S2195 

Median  protection  from  1-470  to  approximately  1.5  miles  west  near  the  cities  of  Raytown 
and  Lee's  Summit. 

Engineering: 
R/W: 

15 
0 

36 
0 

0 
0 

0 

0 

0 
0 

Length:  1.50 

MPO:  Y 

Construction: 

0 

319 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       287      State:         83     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Urban  Safety 

^™'d          2011                Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 
Route:      US  40 
Job  No.:  4S1965 
Length:  4.21 

Pavement  and  shoulder  treatments  from  31st  Street  to  Harvard  Avenue  in  the  City  of 
Kansas  City. 

ROADS 

MPO:  Y 

Engineering: 
R/W" 
Construction: 

120 
0 

1,281 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,025  State: 

376   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Datard         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

FUTURE 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 
Route:      US  40 
Job  No.:  4S2029 

Intersection  and  roadway  improvements  to  Rte.  40  and  Rtes.  AA/BB  in  the  City  of  Grain 
Valley.  MoDOT's  maximum  cost  share  contribution  is  $8,209,174.  The  City  of  Grain  Valley 

Engineering: 

77 

886 

0 

0 

0 

is  responsible  for  50%  of  the  total  project  costs  and  all  costs  in  excess  of  $16,418,348. 

R/W' 

1,319 

0 

0 

0 

0 

Length:  0.10 

MPO:  Y 

Construction: 

0 

13,365 

0 

0 

0 

Fund  Cat:  Major  Projects*  Emerging  Needs                                                   AC-State:     8,598  State:  2,282  Local:  4,767 

FFOS: 

4,000 

8,976 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date^         Summer  10      Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 
Route:      IS  435 
Job  No.:  4I1121B 

Interchange  revisions  at  Front  Street  in  the  City  of  Kansas  City.  $1.2  million  funded  by  the 
City  of  Kansas  City 

Engineering: 
R/W: 

5 
U 

554 
0 

0 
0 

0 
0 

0 
0 

Length:  0.94 

MPO:  Y 

Construction: 

0 

8,210 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:     7,010   State:   559  Local:  1,200 

FFOS: 

667 

533 

0 

0 

0 

Sec  Cat:  System  Expansion 

2011               Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 

Utility  relocation  at  Rte.  40/1-435.  Let  in  combination  with  411597. 

Engineering: 

125 

0 

0 

0 

0 

Route:      IS  435 
Job  No.:  4I1597B 

R/W: 

0 

0 

0 

0 

0 

Length:  3.40 

MPO:  Y 

Construction: 

600 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:        480  State: 

245    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          Winter  10        Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 13  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigcncy  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Jackson 
Route:      IS  435 
Job  No.:  411964 
Length:  1.74 

Resurfacing  from  Rte.  78  to  Rte.  24  in  the  City  of  Kansas  City. 

MPO:  Y 

BETTER 
ROADS 

Engineering: 
R/W" 
Construction: 

224 
0 

2,562 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:       2,306  State: 

480   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

DaT"1         Winter  10        Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 

Guardcable  upgrades  at  various  locations  in  or  near  the  City  of  Kansas  City. 

Engineering: 

5 

101 

0 

0 

0 

Route:      IS  435 
Job  No.:  412189 

R/W" 

ft 

u 

ft 

u 

ft 

ft 

u 

ft 

u 

Length:  84.00 

MPO:  Y 

Construction: 

0 

1,146 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      1,031       State:       221     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

2011                Anticipated  Fed  Cat:  Safety 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 

Intelligent  Transportation  System  (ITS)  expansion  on  1-435  in  Jackson  and  Clay  counties. 

Engineering: 

131 

0 

ft 
U 

ft 

u 

0 

Route:      IS  435 
Job  No.:  4Q1768B 

R/W: 

ft 
u 

u 

ft 

ft 

u 

ft 

u 

Length:  35.59 

MPO:  Y 

Construction: 

1,892 

0 

0 

0 

0 

Fund  Cat:Major  Projects  &  Emerging  Needs                                                AC-State:        1,514  State: 

509    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          Fal109             Anticipated  Fed  Cat:  N.H.S. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 
Route:      IS  435 

Intelligent  Transportation  System  (ITS)  expansion  of  ramp  meters  along  1-435  from  State 
Line  Road  to  Manchester/103rd  Street. 

Engineering: 

17 

0 

0 

0 

0 

Job  No.:  4Q1769B 

R/W: 

ft 

u 

ft 
U 

ft 

n 
U 

ft 
U 

Length:  19.62 

MPO:  Y 

Construction: 

235 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:         188  State: 

64  Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          Summer  09      Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 
Route:      IS  470 
Job  No.:  4Q1769C 

Intelligent  Transportation  System  (ITS)  expansion  of  dynamic  message  sign  boards  and 
cameras  along  1-470  from  Raytown  Road  to  Rte.  40  and  along  Rte.  50  from  1-470  to  3rd 
Street. 

Engineering: 
R/W: 

68 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  12.11 

MPO:  Y 

Construction: 

969 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:        775  State: 

262    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          Winter  10        Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  14  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H*jne<57J>52S-S<WS  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Jackson 
Route:     OR  50 
Job  No.:  4P1855 

Pavement  treatment  for  the  south  outer  roads  on  eastbound  Rte.  50  in  the  City  of  Lee's 
Summit. 

Engineering: 
R/W: 

29 
0 

0 
0 

U 
0 

U 
0 

0 
0 

Length:  2.33 

MPO:  Y 

Construction: 

322 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:          258    State:      93   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

Date"1          Fall  09             Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 
Route:      US  50 

Intersection  improvements  at  Harris  Road,  Buckner  Tarsney  Road,  Hutt/Lone  Jack,  Lee's 
Summit  Road,  Rte.  F,  and  Sam  Moore  Road  near  Lee's  Summit. 

Engineering: 

10 

170 

0 

0 

0 

Job  No.:  4P1959 

R/W: 

0 

0 

0 

0 

0 

Length:  1.93 

MPO:  Y 

Construction: 

0 

1,434 

0 

0 

0 

Fund  Cat:  Safety 

Fed:      1,291       State:       323     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date"1          2011                Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 

Median  protection  from  2nd  Street  to  Chipman  Road  in  the  City  of  Lee's  Summit. 

Engineering: 

1  c 
13 

■40 

n 
u 

n 
u 

n 
u 

Route:      US  50 
Job  No.:  4P2025 

R/W: 

0 

0 

0 

0 

0 

Length:  0.50 

MPO:  Y 

Construction: 

0 

383 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       345      State:         99    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

2011                Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 
Route:      US  50 

Complete  diamond  interchange  at  Bynum  Rd.  (Balance  of  project  being  funded  by  other 
sources;  total  project  costs  are  $7.4  million)  ^Economic  Recovery  Project* 

Engineering: 

510 

0 

0 

0 

0 

Job  No.:  4P2211 

R/W: 

0 

0 

0 

0 

0 

Length:  0.10 

mpo  y                              Ready toOo! 

ng  Needs                                                Fed:      7,419       State:       510     Local:  0 

Construction: 

7,419 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emergi 

FFOS: 

7,420 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Jackson 
Route:      MO  7 
Job  No.:  4S1842 
Length:  6.19 

Resurfacing  and  shoulder  treatments  from  Rte.  24  to  Pink  Hill  Road  in  the  City  of 
Independence. 

ROADS 

MPO:  Y 

Engineering: 
R/W: 
Construction: 

187 
0 

3,183 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 

AC-State:       2,546     State:     824   Local:  0 
Date"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

FFOS: 
Payments: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  15  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Jackson 
Route:      MO  7 
Job  No.:  4S1962 
Length:  3.74 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Construction  of  shoulders  and  turn  lanes  from  Colbern  Road  to  Rte.  50  near  the  City  of 
Lake  Lotowana. 


MPO:  Y 


Award 
Date: 


AC-State:       2,636    State:     1,083    Local:  0 
Winter  10        Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


424 
0 

3,295 


County:  Jackson 

Route:     IS  70 

Job  No.:  411597 

Length:  5.44 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Construct  new  half  diamond  interchange  at  Route  40/1-435,  replace  Blue  Ridge  Cut-off 
bridge  over  1-70,  add  lanes  to  1-70  and  modify  some  ramps.  (Balance  of  project  being 
funded  by  other  sources;  total  project  costs  are  $32  million)  *Economic  Recovery  Project* 


MPO:  Y 


Award 
Date: 


Fed: 


—ReadytoGo! 

31,925       State:      5,73?     Local:  0 


Winter  10 


Anticipated  Fed  Cat:  S.T.P. 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


5,449 
3,260 
28,955 


27,316 
0 


County:  Jackson 
Route:     IS  70 
Job  No.:  411790 
Length:  0.82 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  eastbound  bridges  from  Troost  to  Rte.  40.  *Economic  Recovery  Project* 


MPO:  Y 


Award 
Date: 


Winter  10 


Fed:  10,169 
Anticipated  Fed  Cat:  S.T.P. 


zReadyutGo! 

State:      1,545     Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,234 
0 

10,483 


10,483 
0 


County:  Jackson 
Route:     IS  70 
Job  No.:  4I1790B 
Length:  7.92 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  westbound  bridges  from  Troost  to  eastern  junction  of  Rte.  40  in  cities  of 
Kansas  City  and  Independence. 


MPO:  Y 


Award 
Date: 


2011 


AC-State: 
Anticipated  Fed  Cat:  I/M 


9,179    State:     1,020    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


425 
0 
0 


1,009 
0 

8,765 


County:  Jackson 

Route:      IS  70 

Job  No.:  412228 

Length:  0.77 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


North  outer  road  relocation  590'  to  north  from  Jefferson  Court  to  west  of  Sunny  Lane 
Drive  in  Grain  Valley.  Amendment  3  new  major  project. 


MPO:  Y 


Award 
Date: 


2011 


AC-State:       2,150    State:     1,664    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 
0 
0 


199 
917 

2,688 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  16  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


7/2009- 
6/2010 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Rehab  And  Reconst 


Jackson 
IS  70 
412259 

29.17  MPO:  Y 

Statewide  Interstate  And  Major  Bridge 

Award 
Date: 


Pavement  and  shoulder  treatments  from  1-670  to  1-435  within  the  limits  of  Kansas  City. 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


8,578    State:     1,833    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 

0 
0 


127 
0 
0 


743 
0 

9,531 


County:  Jackson 
Route:      OR  71 
Job  No.:  4B0802D 
Length:  0.01 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  71  in  Grandview  City.  Funded  by  GARVEE.  Project  involves 
bridge  H0595.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


2013 


AC-State:         469    State:  20( 
Anticipated  Fed  Cat:  Bridge 


/U^d 

S  A  F 

E  S 

SOU 

N  D 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


80 
0 

586 


536 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Jackson 
US  71 
4P2027 
31.47 
Safety 


Median  protection  at  various  locations  from  63rd  Street  in  Kansas  City  to  Rte.  7  in 
Harrisonville. 


Sec  Cat:  Safety 


MPO:  Y 


Award 
Date: 


2011 


Fed:      3,201       State:       656     Local:  0 
Anticipated  Fed  Cat:  Safety 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


40 
0 
0 


260 
0 

3,557 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Systems  Operations 


Jackson 
US  71 
4Q1769D 

18.83  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Intelligent  Transportation  System  (ITS)  expansion  from  1-70  to  Rte.  7. 


AC-State:         938    State:      317    Local:  0 
Spring  10         Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


82 
0 

1,173 


County:  Jackson 
Route:      US  71 
Job  No.:  4S1936 
Length:  3.61 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Pavement  treatments  from  Swope  Parkway  to  75th  Street  in  the  City  of  Kansas  City. 


MPO:  Y 


Award 
Date: 


AC-State:         588  State: 
Winter  10        Anticipated  Fed  Cat:  N.H.S. 


isas  City. 

BETTER 
ROADS 


214    Local:  0 

[JKKil  HER 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


67 
0 

735 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 17  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Jackson 

Route:      CST  BLUE  RIDGE  BLVD 
Job  No.:  4B0802H 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Blue  Ridge  Blvd.  over  Rte.  350.  Funded  by  GARVEE.  Project 
involves  bridge  L0126.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


2012 


AC-State:        1,300     State:  55 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


223 
0 

1,625 


1,532 
0 


County:  Jackson 
Route:      RT  FF 
Job  No.:  4S1868 
Length:  9.88 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Thin  pavement  treatment  from  Rte.  7  near  Independence  to  the  Lafayette  County  line. 


MPO:  Y 


Award 
Date: 


AC-State:         485    State:      174    Local:  0 
Winter  10        Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


53 
0 

606 


County:  Jackson 
Route:      RT  H 
Job  No.:  4S1870 
Length:  8.61 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Thin  pavement  treatment  from  Rte.  24  to  1-70  between  the  cities  of  Levasy  and  Oak  Grove. 


MPO:  Y 


Award 
Date: 


Fed:      0  State: 
Winter  10        Anticipated  Fed  Cat:  State 


1,214 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


108 
0 

1,106 


County:  Jackson 
Route:      RT  W 
Job  No.:  4B0802F 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  W  over  Union  Pacific  railroad.  Funded  by  GARVEE.  Project 
involves  twin  bridges  A2350.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


AC-State:        1,074     State:  4( 
Winter  10        Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


198 
0 

1,343 


1,343 
0 


County:  Jackson 
Route:      RT  W 
Job  No.:  4P2272 
Length:  0.09 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Bridge  improvements  over  Blue  river.  Project  involves  bridge  A0235. 


MPO:  Y 


Award 
Date: 


AC-State:        1,600     State:     774   Local:  0 
Winter  10        Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


374 
0 

2,000 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  18  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Systems  Operations 


Platte 
IS  29 
4Q1767B 

26.60  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


ITS  expansion  at  various  locations  on  1-29  and  1-35  and  1-435  in  Kansas  City. 


AC-State:        1,680     State:     579    Local:  0 
Summer  09      Anticipated  Fed  Cat:  N.H.S. 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


159 
0 

2,100 


County:  Platte 
Route:      MO  45 
Job  No.:  4P1927 
Length:  1.63 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Pavement  and  shoulder  treatments  from  Rte.  K  to  1-435  near  the  City  of  Parkville. 


BETTER 
ROADS 


MPO:  Y 


Award 
Date: 


1 


Winter  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


675 


Loc 


ifciiim 

FUTURE 


Engineering: 
RW: 
Construction: 
FFOS: 
Payments: 


52 
0 

623 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Platte 
MO  45 
4U1108B 
2.68 

Amendment  3 


Safety  and  capacity  improvements  from  Rte.  K  to  Rte.  9  in  the  City  of  Parkville  and  Platte 
County.  MARC  Suballocated  FY  2011-2012  funds.    Amendment  3  new  major  project. 


Sec  Cat:  System  Expansion 


MPO:  Y 


Award 
Date: 


Spring  10 


AC-State:      24,017    State:    6,004    Local:  0 
Anticipated  Fed  Cat:  Earmark 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


2,337 
0 

27,684 


2,910 
0 


County:  Platte 
Route:     IS  635 
Job  No.:  412014 
Length:  0.00 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


Paint  and  rehabilitate  bridge  over  Union  Pacific  Railroad  and  Missouri  River.  KDOT  to 
reimburse  50%  of  costs.  Project  involves  bridge  A1800. 


MPO:  Y 

Major  Bridge 

Award 
Date: 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


2,333    State:    661  Local:  1,609 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


98 
0 
0 


154 

0 
0 


409 
0 

3,942 


1,609 
0 


County:  Platte 
Route:  IS  635 
Job  No.:  412271 
Length:  0.30 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


Rehabilitate  bridge  over  Union  Pacific  Railroad  and  Missouri  River.  KDOT  to  reimburse 
50%  of  costs.  Involves  bridge  A1800.  Project  relates  to  412014. 


MPO:  Y 

Major  Bridge 

Award 
Date: 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


1,391    State:    207  Local:  878 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


197 
0 

2,269 


878 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 19  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Platte 
MO  9 
4S1780 

0.90  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Interchange  improvements,  build  ramps  and  roundabout  from  SB  Rte.  9  to  Briarcliff. 
Briarcliff  TDD's  portion  is  $3,518,000.  MARC  Suballocated  ARRA  funding  is  capped  at 
$2,500,000.  *Economic  Recovery  Project* 


Fed: 


^ReadytoGo! 

7,780     State:     440    Local:  3,518 


Summer  09      Anticipated  Fed  Cat:  S.T.P. 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


2,202 
0 

9,536 


9,536 
0 


County:  Platte 
Route:      MO  9 
Job  No.:  4U1192 
Length:  0.11 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  over  White  Aloe  Branch  0.2  mile  south  of  Rte.  FF.  Suballocated  MARC 
ARRA  providing  $105,000  and  $599,000  provided  by  other  sources.  Project  is  a  cost 
participation  with  the  city  of  Parkville.  Project  involves  bridge  F0151.  *Economic  Recovery 
Project* 

MPO:  Y 


Fed: 


563     StzJ^^~$$YM\:  ^2?" 


Award 
Date: 


Winter  10 


Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


83 
0 

704 


504 
0 


County:  Various 
Route:  Various 
Job  No.:  2I2161F 
Length:  0.00 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


On-call  interstate  asphalt  repair  at  various  locations  in  District  4. 


MPO:  Y 

Major  Bridge 

Award 
Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


427  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


32 
0 

395 


County:  Various 
Route:  Various 
Job  No.:  2I2162F 
Length:  0.00 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


On-call  interstate  asphalt  repair  at  various  locations  in  District  4. 


MPO:  Y 

Major  Bridge 

Award 
Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


423 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

395 


County:  Various 
Route:  Various 
Job  No.:  2I2162G 
Length:  0.00 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


On-call  interstate  concrete  pavement  repair  at  various  locations  in  District  4. 


MPO:  Y 

Major  Bridge 

Award 
Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


423  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

395 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  20  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 

Pavement  repair  on  major  routes  at  various  locations  in  the  urban  area. 

Engineering: 

35 

0 

0 

0 

0 

Route:  Various 
Job  No.:  411854 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

500 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         400    State:      135  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Dat3rd          Spring  10         Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Guardcable  and  guardrail  repair  at  various  locations  in  the  urban  District  4  area. 

Engineering: 

115 

0 

0 

0 

0 

Route:  Various 
Job  No.:  4P1913 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

1,298 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      1,168       State:       245  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

Dat"^         Winter  10        Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Guardcable  and  guardrail  repair  at  various  locations  in  the  urban  District  4  area. 

Engineering: 

1 

123 

0 

0 

0 

Route:  Various 
Job  No.:  4P1914 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

1,458 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      1,312       State:       270  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

Date"1         2011               Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  4P1979B 

Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  urban  District  4.  Funded 
by  MoDOT  operations. 

Engineering: 
R/W: 

29 
U 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  Y 

Construction: 

412 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:        0  State:          441  Local: 

0 

FFOS: 

412 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date^         Spring  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Guardcable  and  guardrail  repair  at  various  locations  in  the  urban  District  4  area. 

Engineering: 

1 

1 

133 

0 

0 

Route:  Various 
Job  No.:  4P1995 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

1,627 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      1,464       State:       298  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

^™rd          2012               Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4-21  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County: 

Various 

Guardcable  and  guardrail  repair  at  various  locations  in  the  urban  District  4  area. 

Engineering: 

1 

1 

10 

133 

0 

Route: 
Job  No.: 

Various 
4P2240 

R/W: 

U 

0 

0 

0 

0 

Length: 

0.00 

MPO:  Y 

Construction: 

0 

0 

0 

1,805 

0 

Fund  Cat 

Taking  Care  Of  System 

Fed:      1,624       State:       326  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat: 

Routine  Maintenance 

^™'d         2013               Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County: 

Various 

Pavement  repair  at  various  locations  in  the  urban  District  4  area. 

Engineering: 

1 

44 

0 

0 

0 

Route: 
Job  No.: 

Various 
4P2241 

R/W: 

0 

0 

0 

0 

0 

Length: 

0.00 

MPO:  Y 

Construction: 

0 

515 

0 

0 

0 

Fund  Cat 

Taking  Care  Of  System 

AC-State:         412    State:      148  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat: 

Routine  Maintenance 

2011               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County: 

Various 

On-call  workzone  enforcement  in  the  District  4  urban  area. 

Engineering: 

1 

0 

0 

0 

0 

Route: 
Job  No.: 

Various 
4P2271 

R/W: 

0 

0 

0 

0 

0 

Length: 

0.00 

MPO:  Y 

Construction: 

180 

0 

0 

0 

0 

Fund  Cat 

Safety 

AC-State:          144    State:      37  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat: 

Safety 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County: 

Various 

Pavement  repair  on  major  routes  at  various  locations  in  the  urban  District  4  area. 

Engineering: 

69 

0 

0 

0 

0 

Route: 
Job  No.: 

Various 
4P2273 

R/W: 

U 

0 

0 

0 

0 

Length: 

0.00 

MPO:  Y 

Construction: 

500 

0 

0 

0 

0 

Fund  Cat 

Taking  Care  Of  System 

AC-State:         400    State:      169  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat: 

Preventative  Maint 

p™rd          Spring  10         Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County: 

Various 

Pavement  treatments  on  various  routes  in  the  urban  area. 

Engineering: 

216 

0 

0 

0 

0 

Route: 
Job  No.: 

Various 
4P2283 

R/W: 

0 

0 

0 

0 

0 

Length: 

0.00 

MPO:  Y 

Construction: 

3,000 

0 

0 

0 

0 

Fund  Cat 

Taking  Care  Of  System 

AC-State:        2,400     State:     816  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat: 

Low  Type  Resurfacing 

Dat3rd         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  22  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 
Route:  Various 
Job  No.:  4Q1769 

SFY  2010  ITS  operations  at  various  locations  in  Jackson,  Cass,  Clay,  and  Platte  counties. 
$2,248  million  funded  by  KDOT. 

Engineering: 
R/W: 

321 

n 
u 

0 

n 
U 

0 
u 

0 

n 
u 

0 

n 
U 

Length:  0.00 

MPO:  Y 

Construction: 

4,659 

0 

0 

0 

0 

Fund  Cat:Major  Projects  &  Emerging  Needs                                                AC-State:     2,411    State:   321  Local:  2,248 

FFOS: 

2,248 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1         N/A                Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  4Q1946 

Motorist  Assist  operations  and  staff  in  District  4.  These  funds  will  be  transferred  to  the 
District  Operations  budget. 

Engineering: 
R/W: 

0 

n 
U 

0 

n 
U 

0 
u 

0 
u 

0 

n 
U 

Length:  0.00 

MPO:  Y 

Construction: 

1,448 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:      0  State:  1,448 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          2010               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  4Q1947 

Motorist  Assist  operations  and  staff  in  District  4.  These  funds  will  be  transferred  to  the 
District  Operations  budget. 

Engineering: 
R/W' 

0 
U 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

1,746 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:      0  State:  1,746 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          2011                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  4Q1948 

SFY  2011  ITS  operations  at  various  locations  in  Jackson,  Clay,  and  Platte  counties.  S2.361 
million  funded  by  KDOT. 

Engineering: 
R/W: 

0 

n 
U 

1 
U 

0 

0 

n 
U 

0 
u 

Length:  0.00 

MPO:  Y 

Construction: 

0 

7,229 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:      4,868  State: 

1  Local:  2,361 

FFOS: 

0 

2,361 

0 

0 

0 

Sec  Cat:  Systems  Operations 

2011                Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  4Q1992 

Motorist  Assist  operations  and  staff  in  District  4.  These  funds  will  be  transferred  to  the 
District  Operations  budget. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

2,026 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:      0  State:  2,026 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          2012               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  23  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 
Route:  Various 
Job  No.:  4Q1993 

SFY  2012  ITS  operations  at  various  locations  in  Jackson,  Clay,  and  Platte  Counties.  $1,554 
million  funded  by  KDOT. 

Engineering: 
R/W: 

0 

n 
u 

0 

n 
U 

1 
u 

0 

n 
u 

0 

n 
U 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

3,931 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:      2,377  State: 

1  Local:  1,554 

FFOS: 

0 

0 

1,554 

0 

0 

Sec  Cat:  Systems  Operations 

^M          2012               Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  4Q2239 

Motorist  Assist  operations  and  staff  in  District  4.  These  funds  will  be  transferred  to  the 
District  Operations  budget. 

Engineering: 
R/W" 

0 

n 
U 

0 
u 

0 

0 
u 

0 
u 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

1,737 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:      0  State:  1,737 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          2013               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  4Q2242 

SFY  2013  ITS  operations  at  various  locations  in  Jackson,  Platte,  and  Clay  Counties.  $1,659 
million  funded  by  KDOT. 

Engineering: 
R/W: 

n 

U 

n 
U 

n 
u 

U 

n 
u 

1 
1 

u 

n 
u 

U 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

4,316 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:      2,657  State: 

1  Local:  1,659 

FFOS: 

0 

0 

0 

1,659 

0 

Sec  Cat:  Systems  Operations 

^M         2013               Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 

Motorist  assist  operations  and  staff  in  District  4  for  SFY  2014.  These  funds  will  be 
transferred  to  the  District  Operations  budget. 

Engineering: 

0 

0 

0 

0 

112 

Job  No.:  4Q2268 

R/W' 

U 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

1,844 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:      0  State:  1,956 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  4Q2269 

SFY  2014  ITS  operations  at  various  locations  in  Jackson,  Platte,  Clay  and  Cass  Counties. 
$1,710  million  funded  from  KDOT. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

278 
0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

4,558 

Fund  CatMajor  Projects  &  Emerging  Needs                                                AC-State:     2,848   State:   278  Local:  1,710 

FFOS: 

0 

0 

0 

0 

1,710 

Sec  Cat:  Systems  Operations 

A^rd          2014               Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  24  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
feffuison  City.  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

94,110 

12,973 

6,554 

3,662 

1,710 

Total  R/W 

4,593 

917 

0 

0 

0 

Total  Construction 

165,974 

70,761 

44,075 

22,597 

6,402 

Paybacks 

0 

0 

0 

0 

0 

Sub-Total 

170,567 

71,678 

44,075 

22,597 

6,402 

AC-State                  Fed                 State  Local 

Total  Engineering 

20,277 

5,485 

3,346 

1,525 

390 

162,215                96,961              65,636  21,530 

Grand  Total 

190,844 

77,163 

47,421 

24,122 

6,792 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  25  District  4 


TMA 


Dollars  in  Thousands 


PAYMENT  PROJECTS 


District  4      MoDOTs  Kansas  City  Area 


Mid-America  Regional  Council 

(Note:  The  Following  MoDOT projects  are  located  inside  of  the  Kansas  City  metropolitan  planning  area  boundary) 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Clay 
Route:      MO  269 
Job  No.:  4P1601 

Improvement  of  the  existing  corridor  from  1-35  to  Rte.  210.  This  project  represents 
payment  to  the  City  of  Kansas  City  to  assume  ownership  and  to  make  improvements  to  this 
route.  Amendment  3  new  major  project. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  1.76 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Amendment  3 

Fed:      0  State:  20,000 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

20,000 

0 

0 

0 

County:  Clay 
Route:      MO  283 
Job  No.:  4P2282 

Payment  to  the  City  of  Kansas  City  for  improvements  to  the  North  Oak  Corridor. 
SAFETEA-LU  earmark  $400,000. 

Engineering: 
R/W" 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  2.23 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:          320  State: 

80  Local:  0 

FFOS: 

400 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date^          N,/A                Anticipated  Fed  Cat:  Earmark 

Payments: 

400 

0 

0 

0 

0 

County:  Clay 
Route:      IS  35 
Job  No.:  411690 

Payment  to  the  City  of  Liberty  to  construct  Flintlock  Rd.  Connection  over  1-35  at  Hughes 
Rd.  and  Liberty  Dr.  to  76th  Street.  Non-state  project  with  funds  for  plan  completion,  RW 
acquisition  &  CN  cost.  Two  SAFETEA-LU  earmarks  up  to  $19.2  million. 

Engineering: 
R/W: 

25 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  1.09 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat: Major  Projects  &  Emerging  Needs                                                AC-State:      13,824  State: 

3,481    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date^         ^A               Anticipated  Fed  Cat:  Earmark 

Federal 
Oversight 

Payments: 

17,280 

0 

0 

0 

0 

County:  Jackson 

Payment  to  City  of  Raytown  for  access  management  study  from  1-435  to  1-470. 

Engineering: 

61 

0 

0 

0 

0 

Route:      MO  350 
Job  No.:  4P2250 

R/W: 

U 

0 

0 

0 

0 

Length:  2.54 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:        640  State: 

221    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date^                               Anticipated  Fed  Cat:  Earmark 

Payments: 

800 

0 

0 

0 

0 

County:  Jackson 
Route:      MO  7 
Job  No.:  4S1752 

Improve  intersection  at  Colbern  Road.  Let  by  the  City  of  Blue  Springs.  These  funds 
represent  MoDOT's  share  of  the  project  and  is  the  remainder  of  funds  not  expended  in 
project  4P1479. 

Engineering: 
R/W: 

48 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.51 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:  669 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

621 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  26  District  4 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Jackson 

Route:     CST  TROOST  AVE 

Job  No.:  400048 

Replace  bridge  over  Brush  Creek.  To  be  awarded  by  Kansas  City.  State  ARRA  funds- 
S5M,  MARC  ARRA  funds-S8M,  Kansas  City  funds-$12.206M.  Total  cost-S25.206M,  cost 

Engineering: 

0 

0 

0 

0 

0 

show  reflects  MoDOT  and  MARC's  share.  *Economic  Recovery  Project* 

R/W: 

n 
u 

n 
u 

n 
u 

n 
u 

n 
u 

Length:  0.14 

MPO:  Y 

Fed:       13,000         State:        0  Local:  0 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

FFOS: 

13,000 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

^ard  N/A 
Date: 

Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

13,000 

0 

0 

0 

0 

County:  Jackson 
Route:  Various 
Job  No.:  4Q1941 

Payment  to  the  Mid-America  Regional  Council  (MARC)  for  SmartPort  ITS  in  Jackson 
County.  SAFETEA-LU  federal  project  authorized  at  $4  million.  MoDOT's  contribution 

Engineering: 

0 

0 

0 

0 

0 

toward  this  project  is  capped  at  the  obligation  limitation  of  the  federal  funds. 

R/W: 

n 
U 

u 

U 

u 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs 

Fed:       0  State:  2,100 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

^7rd  N/A 
Date: 

Anticipated  Fed  Cat:  State 

Payments: 

2,100 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  5B0800S 

Payback  for  Safe  and  Sound  bridges  for  urban  District  4.  Funding  for  right  of  way  in  2009 
from  contractor. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:     9,738      State:      2,434      Local:  0 

FFOS: 

0 

o 

o 

o 

o 

Sec  Cat:  Rehab  And  Reconst 

^ard  N/A 
Date: 

Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

3,043 

3,043 

3,043 

3,043 

FFOS 

13,400 

0 

0 

0 

0 

Total  R/W 

0 

0 

0 

0 

0 

Total  Construction 

0 

0 

0 

0 

0 

Paybacks 

34,201 

23,043 

3,043 

3,043 

3,043 

Sub-Total 

34,201 

23,043 

3,043 

3,043 

3,043 

AC-State 

Fed                State  Local 

Total  Engineering 

134 

0 

0 

0 

0 

14,784 

22,738             28,985  0 

Grand  Total 

34,335 

23,043 

3,043 

3,043 

3,043 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  27  District  4 


TMA 


Dollars  in  Thousands 


MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


Transportation  Planning 

22tl  Sl  \Earj-s  111*. I 
P.O.  JJmc  270 
feEfLisun  Ciiv,  \in  6S102 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010- 
6/2011 


7/2011- 
6/2012 


7/2012- 
6/2013 


7/2013- 
6/2014 


District  4 
TMA 


FFOS 

107,510 

12,973 

6,554 

3,662 

1,710 

Total  R/W 
Total  Construction 
Paybacks 

4,593 
165,974 
34,201 

917 
70,761 
23,043 

0 

44,075 
3,043 

0 

22,597 
3,043 

0 

6,402 
3,043 

Sub-Total 

204,768 

94,721 

47,118 

25,640 

9,445 

Fed 
296,698 

State 
94,621 

Local 
21,530 

Total  Engineering 
Grand  Total 

20,411 
225,179 

5,485 
100,206 

3,346 
50,464 

1,525 
27,165 

390 
9,835 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 1  District  4 


Dollars  in  Thousands 


District  5       MoDOTs  Central  District 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Benton 
Route:  MO  52 
Job  No.:  5P0922 
Length:  11.20 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  and  shoulder  improvements  from  Rte.  65  to  Rte.  W. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:        2,194     State:     749   Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


191 
10 

2,742 


County:  Benton 

Route:     US  65 

Job  No.:  5P0892 

Length:  3.90 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Grading,  drainage,  paving  and  right  of  way  acquisition  from  south  of  Rte.  52  (Cole  Camp 
Junction)  to  0.3  mile  north  of  Lincoln.    Amendment  3  new  major  project. 


MPO:  N 


Award 
Date: 


Spring  10 


AC-State:       4,571    State:     1,723    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


395 
185 
5,714 


County:  Benton 

Route:     US  65 

Job  No.:  5P0892B 

Length:  9.40 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Grading,  bridge,  drainage,  paving  and  right  of  way  acquisition  from  0.6  mile  south  of 
Lincoln  near  Rte.  H  to  Warsaw.    Amendment  3  new  major  project. 


MPO:  N 


Award 
Date: 


Spring  10 


AC-State:      15,893    State:    3,974    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,213 
0 

18,654 


County:  Benton 

Route:     US  65 

Job  No.:  5P0892C 

Length:  1.94 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Grading,  drainage,  paving  and  right  of  way  acquisition  from  0.3  mile  north  of  Lincoln  to 
0.6  mile  south  of  Lincoln  near  Rte.  H.  Amendment  3  new  major  project. 


MPO:  N 


Award 
Date: 


AC-State:       4,198    State:     1,427    Local:  0 
Summer  09      Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


377 
0 

5,248 


County:  Benton 
Route:     US  65 
Job  No.:  5P0892D 
Length:  14.00 
Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Demolition  of  various  structures  from  south  of  the  Rte.  52  (Cole  Camp  Jet.)  to  Warsaw. 
Project  does  not  include  demolition  within  the  City  of  Lincoln.  Amendment  3  new  major 
project. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


98  State: 


37  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


13 
0 
122 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 1  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Benton 
Route:      US  65 
Job  No.:  5P0904 
Length:  0.20 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


Bridge  painting  over  Osage  River  south  of  Warsaw.  Project  involves  bridge  A3021. 


MPO:  N 

Major  Bridge 

Award 
Date: 


2012 


AC-State:         660    State:      228    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


61 
0 

825 


County:  Benton 
Route:      US  65 
Job  No.:  5P0960 
Length:  9.38 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  improvements  from  0.25  mile  south  of  Rte.  MM  to  the  Hickory  County  line. 

BETTER 
ROADS 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


W  1 

2,954    State:     1,028    Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


40 
0 
0 


249 
0 

3,693 


County:  Benton 
Route:      MO  7 
Job  No.:  5P0903 
Length:  1.00 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


Bridge  painting  over  Truman  Lake.  Project  involves  bridge  A3464. 


MPO:  N 

Major  Bridge 

Award 
Date: 


2012 


AC-State:        1,794     State:     603  Local: 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


150 
0 

2,243 


County:  Benton 
Route:      MO  7 
Job  No.:  5P0918 
Length:  0.40 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


Bridge  painting  over  Truman  Lake.  Project  involves  bridge  A3465. 


MPO:  N 

Major  Bridge 

Award 
Date: 


2012 


AC-State:        986    State:     336    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


87 
0 

1,233 


County:  Boone 
Route:     MO  124 
Job  No.:  5B0801J 
Length:  0.08 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  124  over  Perche  Creek  and  Rte.  NN  over  Perche  Creek. 
Funded  by  GARVEE.  Project  involves  bridges  L0200  and  R0023.  Part  of  th 
Sound  program. 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


837  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


154 
0 

1,046 


1,046 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  2  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Boone 
Route:      US  40 
Job  No.:  5B0801I 
Length:  0.06 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  40  over  1-70.  Funded  by  GARVEE.  Project  involves  bridge 
A0172.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


AC-State: 


Winter  10        Anticipated  Fed  Cat:  Bridge 


756  State: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


139 
0 

945 


945 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Boone 
US  63 
5P0806 
0.20 
Safety 


Build  a  railroad  bridge  over  Rte.  63  north  of  Rte.  B  in  Columbia.  *Economic  Recovery 
Project* 


Sec  Cat:  Safety 


MPO:  Y 


Award 
Date: 


Fed:  8,000 
Let  by  Others  Anticipated  Fed  Cat:  S.T.P. 


ReadytoGoi 


State: 


467  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


467 
0 

8,000 


8,000 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Boone 
US  63 
5P2149 
24.60 
Safety 


Install  cable  median  barrier  on  two  disconnected  sections  from  1-70  in  Boone  County  to 
Rte.  54  in  Callaway  County.  To  be  paid  for  with  Section  154  (Open  Container  Transfer) 
funding. 


Sec  Cat:  Safety 


MPO:  Y 


Award 
Date: 


Winter  10 


Fed:  2,908 
Anticipated  Fed  Cat:  Safety 


State: 


555  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


232 
0 

3,231 


3,231 
0 


County:  Boone 
Route:      IS  70 
Job  No.:  5I2164B 
Length:  4.74 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatment  on  the  westbound  lanes  from  the  Callaway  County  line  to  1.0  mile  east 
of  Lake  of  the  Woods  interchange. 


MPO:  Y 

Major  Bridge 

Award 
Date: 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


592    State:      132  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


64 
0 

658 


County:  Boone 
Route:     MO  740 
Job  No.:  5P2170 
Length:  5.30 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Pavement  improvements  on  westbound  and  eastbound  lanes  from  Broadway  to  Rte.  63. 
*Economic  Recovery  Project* 

ROADS 


MPO:  Y 


Award 
Date: 


Fed: 


3,821 


Summer  09      Anticipated  Fed  Cat:  S.T.P. 


^  Ready  ^  Go! 

21        State:        9<  Local:  0 

BKKiH  1 1  K 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


99 
0 

3,821 


3,821 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  3  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 

Route: 

Job  No.: 
Length: 
Fund  Cat: 


Boone 

CRD  SORRELS 
OVERPASS  DR 
5B0801H 
0.03 

Taking  Care  Of  System 


Bridge  rehabilitation  on  Sorrels  Overpass  Drive  over  1-70.  Funded  by  GARVEE.  Project 
involves  bridge  A0491.  Part  of  the  Safe  and  Sound  program. 


Sec  Cat:  Rehab  And  Reconst 


MPO:  Y 


Award 
Date: 


2013 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


351  State: 


SAFES 

SDJND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


57 
0 

439 


402 
0 


County:  Callaway 
Route:      IS  70 
Job  No.:  2I2162J 
Length:  42.44 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


On-call  preventive  maintenance  and  pavement  repair  from  Rte.  YY  (Williamsburg  exit)  to 
Rte.  T  in  Foristell. 


MPO:  Y 

Major  Bridge 

Award 
Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


423 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

395 


County:  Callaway 
Route:     IS  70 
Job  No.:  5I2168B 
Length:  11.70 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Rehab  And  Reconst 


Pavement  improvements  on  westbound  lanes  from  0.3  miles  east  of  Rte.  54  to  Boone 
County  line. 


MPO:  N 
Major  Bridge 

Award 
Date: 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


1,383     State:     306  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


150 
0 

1,537 


County:  Callaway 
Route:     MO  94 
Job  No.:  5B0801M 
Length:  0.05 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  94  over  Auxvasse  Creek.  Funded  by  GARVEE.  Project 
involves  Bridge  A0989.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


688    State:  29f 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


122 
0 

860 


835 
0 


County:  Callaway 
Route:      RT  A 
Job  No.:  5B0801L 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  Z  over  1-70.  Funded  by  GARVEE.  Project  involves  bridge 
A0025.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


494    State:  21: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


90 
0 

617 


617 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  4  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Callaway 
Route:      RT  OO 
Job  No.:  5S2171 

Length:    0.84  MPO:  Y 

Fund  Cat:  Major  Projects  &  Emerging  Needs 

Award 
Date: 


Widen  to  3-lane  to  add  capacity  and  improve  safety  in  Holts  Summit.  *Economic  Recovery 
Project* 


Sec  Cat:  System  Expansion 


Winter  10 


Fed:       826  State 
Anticipated  Fed  Cat:  S.T.P. 


~  Ready  ^  Go! 


159  *  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


92 
67 
826 


893 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Camden 
MO  5 
5P0592F 
9.24 

Amendment  3 


Paving  for  shared-four  lane  pavement  on  relocation  from  1.1  miles  south  of  new  Rte.  54  / 
Rte.  5  interchange  to  0.8  mile  south  of  Laclede  County  line.  Relates  to  8P0902  and 
5P0592A.  Amendment  3  new  major  project. 


Sec  Cat:  System  Expansion 


MPO:  N 


Award 
Date: 


AC-State:      11,019    State:    3,710    Local:  0 
Summer  09      Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


955 
0 

13,774 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Preventative  Maint 


Camden 
MO  5 
5P0905 

0.43  MPO:  N 

Statewide  Interstate  And  Major  Bridge 

Award 
Date: 


Rehabilitate  bridge  for  structural  repairs,  railing  repair  and  painting  of  bridge  over  Lake 
of  the  Ozarks  (Hurricane  Deck).  Project  involves  bridge  K0961. 


2012 


AC-State:        1,790     State:     633    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


30 
0 
0 


155 
0 

2,237 


County:  Camden 
Route:      MO  5 
Job  No.:  5P0914 
Length:  8.80 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Pavement  treatment  from  Rte.7,  just  south  of  Camdenton,  to  0.7  mile  south  of  Laclede  Co. 
including  Rte.  P.  Project  to  be  completed  for  relinquishment  of  existing  routes  to  Camden 


County. 


MPO:  N 


Award 
Date: 


ROADS 


Fall  10 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


645  State: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


55 
0 

806 


MO  5 


County:  Camden 
Route 
Job  No.: 
Length: 
Fund  Cat: 


Widen  to  three  lanes  through  Sunrise  Beach.  *Economic  Recovery  Project* 


5P2159 

0.90  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Sec  Cat:  System  Expansion 


Summer  09 


Fed:  838 
Anticipated  Fed  Cat:  S.T.P. 


^ Ready  •  Go! 


State 


66  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


66 
0 

838 


838 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  5  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Camden 
Route:     US  54 
Job  No.:  5P0347G 

Grading,  bridges  and  drainage  for  four-lane  pavement  and  interchanges  on  relocation  from 
Nichols  Road  to  Rte.  KK  and  paving  from  Grand  Glaize  to  1.3  miles  west  of  Rte.  KK. 

Engineering: 

1,340 

0 

0 

0 

0 

Relates  to  5P0347A.  Amendment  3  new  major  project. 

R/W: 

0 

0 

0 

0 

0 

Length:  0.58 

MPO:  N 

Construction: 

22,028 

0 

0 

0 

0 

Fund  Cat:  Amendment  3 

AC-State:      18,694     State:    4,674    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          Fall  09             Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

County:  Camden 

Intersection  improvements  at  Rte.  V  and  Lake  Road  54-68. 

Engineering: 

46 

80 

0 

0 

0 

Route:      US  54 
Job  No.:  5P0932 

R/W: 

125 

0 

0 

0 

0 

Length:  0.34 

MPO:  N 

Construction: 

0 

1,057 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       951      State:        357      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date^         Summer  10      Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Camden 

Shoreline  stabilization  0.2  miles  north  of  Rte.  D  at  the  Lake  of  the  Ozarks  in  Ha  Ha  Tonka 

Engineering: 
R/W: 

7 

0 
0 

0 
0 

0 
0 

0 
0 

Route:      RT  D 
Job  No.:  5P0347H 

State  Park.  This  project  provides  compensation  for  shoreline  impacts  at  the  Lake  of  the 
Ozarks  and  jurisdictional  pond  impacts  associated  with  5P0347A,  B,  E  and  G. 

0 

Length:  0.50 

MPO:  N 

Construction: 

71 

0 

0 

0 

0 

Fund  Cat:  Amendment  3 

AC-State:          57   State:      21   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          Fall  09             Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Camden 

Route:      CRD  KNOB  HOLLOW 

Job  No.:  0P0931G 

Modify  low  water  crossing  over  the  Little  Niangua  River  at  Bannister  Ford,  northwest  of 
Route  N,  near  Macks  Creek.  For  stream  mitigation  of  Rte.  67  corridor  in  Madison,  Wayne, 
and  Butler  Counties.  Funded  by  District  10.  Amendment  3  new  major  project. 

Engineering: 
R/W: 

28 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  2.00 

MPO:  N 

Construction: 

332 

0 

0 

0 

0 

Fund  Cat:  Amendment  3 

AC-State:          266    State:      94  Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Cole 
Route:      US  50 
Job  No.:  5P0819 

Geometric  improvements  at  Rte.  179  interchange  in  Jefferson  City.  *Economic  Recovery 
Project* 

Engineering: 
R/W: 

456 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.30 

MPO  Y  ^ReadyuGa! 

;ing  Needs                                                   Fed:      6,500       State:       456^  Local:  0 

Construction: 

6,500 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerj 

FFOS: 

6,500 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  6  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Cole 
Route:      RT  B 
Job  No.:  5S0902 
Length:  0.21 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


Structural  repairs,  deck  repairs  and  painting  for  bridge  over  Osage  River.  Project  involves 
bridge  K0656. 


MPO:  N 

Major  Bridge 

Award 
Date: 


2012 


Fed:       445  State: 
Anticipated  Fed  Cat:  Bridge 


172  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


59 
0 

556 


County:  Cole 
Route:      RT  T 
Job  No.:  5B0801K 
Length:  0.01 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  T  over  Grays  Creek  in  Cole  County,  Rte.  M  over  Burris 
Bridge  in  Miller  County,  and  Rte.  J  over  Brushy  Creek  in  Morgan  County.  Funded  by 
GARVEE.  Project  involves  bridges  A0774,  N0799,  and  R0364.  Part  of  the  S J 
program. 

MPO:  Y 


Award 
Date: 


2013 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


1,159  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


203 
0 

1,449 


1,326 
0 


County:  Cooper 
Route:      IS  70 
Job  No.:  2I2162H 
Length:  61.75 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


On-call  preventive  maintenance  and  pavement  repair  from  Rte.  F  near  Oak  Grove  to  Rte. 
K  in  Cooper  County. 


MPO:  Y 

Major  Bridge 

Award 
Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


423  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

395 


County:  Cooper 
Route:      IS  70 
Job  No.:  2I2162I 
Length:  71.41 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


On-call  preventive  maintenance  and  pavement  repair  from  Rte.  K  to  Rte.  YY 
(Williamsburg  exit)  in  Callaway  County. 


MPO:  Y 

Major  Bridge 

Award 
Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


423 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

395 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Miller 
US  54 
5P0648D 
1.05 

Amendment  3 


Capacity  improvements  to  add  bridges  and  pave  four  lanes  on  Osage  Beach  Expressway 
from  the  Osage  River  Bridge  to  just  east  of  Bus.  54.  Relates  to  5P0648C.  Amendment  3 
new  major  project. 


Sec  Cat:  System  Expansion 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:       4,298    State:     1,453    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


379 
0 

5,372 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  7  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009-  7/2010-  7/2011-  7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 


County:  Miller 
Route:      US  54 
Job  No.:  5P0962 
Length:  8.05 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  improvements  on  the  eastbound  lanes  from  Bus.  54  near  Eldon  east  to  the  Cole 
County  line. 

ROADS 


MPO:  N 


Award 
Date: 


Fall  10 


Anticipated  Fed  Cat:  N.H.S 


AC-State:       2,859    State:     1,000    Local:  0 

IJ  KK.if  111  k 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


40 
0 
0 


245 
0 

3,574 


County:  Moniteau 
Route:      US  50 
Job  No.:  5P0912 
Length:  12.84 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Pavement  improvements  from  Rte.  87  in  California  to  Kaylor  Bridge  Road  at  St.  Martins 
including  Rte.  PP.  Project  to  be  completed  for  relinquishment  of  existing  route  to  City  of 
California,  Moniteau  and  Cole  counties. 


MPO:  Y 


Award 
Date: 


Summer  10 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


W  1  ^ 

1,434     State:     489   Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 

0 
0 


121 

0 

1,792 


County:  Moniteau 
Route:      US  50 
Job  No.:  5P0961 
Length:  8.62 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  improvements  from  the  east  city  limit  of  Tipton  to  the  concrete  pavement  section 
1.0  mile  west  of  Syracuse. 

ROADS 


MPO:  N 


Award 
Date: 


! 


Fall  10 


AC-State:       3,162  State: 
Anticipated  Fed  Cat:  N.H.S. 


1,110 


*  0 


IGRTEP 
FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


51 

0 
0 


268 
0 

3,953 


County:  Morgan 
Route:      US  50 
Job  No.:  5P0916 
Length:  15.30 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Pavement  improvements  from  1.0  mile  west  of  Syracuse  to  0.8  mile  east  of  Rte.  TT. 
Includes  pavement  improvements  to  the  concrete  section  west  of  Syracuse. 

ROADS 

AC-State:       5,764    State:    2,004    Local:  0 


MPO:  N 

Award 
Date: 


Fall  10 


Anticipated  Fed  Cat:  N.H.S. 


u  i  uni 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


78 
0 
0 


485 
0 

7,205 


County:  Morgan 
Route:      MO  52 
Job  No.:  5P0925 
Length:  15.77 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  and  shoulder  improvements  from  Rte.  W  in  Benton  County  to  Rte.  C  junction, 
2.0  mile  east  of  Versailles. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:       3,422    State:     1,153    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


297 
0 

4,278 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  8  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Morgan 
Route:      RT  D 
Job  No.:  5B0801N 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  D  over  Richland  Creek.  Funded  by  GARVEE.  Project 
involves  bridge  A1866.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Spring  10 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


367  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


68 
0 

459 


459 
0 


0  0 
0  0 
0  0 


County:  Osage 

Route:     US  50 

Job  No.:  5P0951B 

Length:  6.63 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Grading,  bridges,  paving  and  right  of  way  acquisition  for  four-lane  roadway  from  Rte.  63 
junction  to  County  Road  604  west  of  Linn.    Amendment  3  new  major  project. 


MPO:  N 


Award 
Date: 


2013 


AC-State:      30,922    State:    12,727    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


650 
0 
0 


650 
4,996 
0 


469  2,175 
0  0 
0  34,709 


County:  Pettis 
Route:      US  65 
Job  No.:  5B0801O 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation,  on  Rte.  65  over  Heaths  Creek  and  Cedar  Creek.  Project  funded  by 
GARVEE.  Project  involves  bridges  A2294  &  A0812  (twin  bridges)  and  A081fr  »"*""!'■ 
Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:        2,156     State:  9; 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


397 
0 

2,695 


2,695 
0 


County:  Pettis 
Route:      US  65 
Job  No.:  5P0967 
Length:  10.40 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  improvements  on  southbound  lanes  from  Rte.  B  in  Sedalia  to  Rte.  52  north 
junction. 

ROADS 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State:        1,890     State:     659  Lo- 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


25 
0 
0 


162 
0 

2,362 


County:  Pettis 
Route:      US  65 
Job  No.:  5P0968 
Length:  8.86 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  improvements  on  the  northbound  lanes  from  the  Rte.  52  north  junction  at  the 
Benton  County  line  to  Rte.  B  in  Sedalia. 

ROADS 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


1,116  State: 


384   Local:  0 

r.  I  \  K I M  1  I  k 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


98 
0 

1,395 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  9  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Pettis 

Intersection  improvements  at  Winchester  Road  in  Sedalia.  *Economic  Recovery  Project* 

Engineering: 

32 

0 

0 

0 

0 

Route:      RT  Y 
Job  No.:  5S2178 

R/W: 

0 

0 

0 

0 

0 

Length:  0.30 

mpo  n  ^=ReadytoGo! 

Fed:       400      State:        32  ^Local:  0 

Construction: 

400 

0 

0 

0 

0 

Fund  Cat:  Safety 

FFOS: 

400 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date"1          Fall  09             Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Annual  resurfacing  of  various  minor  routes  across  the  district  in  the  Central  Missouri 
Area. 

Engineering: 

1 

1 

43 

0 

0 

Route:  Various 
Job  No.:  5L1200 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

5,305 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State:         5,350        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

Date"1          2012               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Annual  resurfacing  of  various  minor  routes  across  the  district  in  the  Central  Missouri  area. 

Engineering: 

1 

1 

1 

43 

0 

Route:  Various 
Job  No.:  5L1300 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

5,464 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State:         5,510        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

2013               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Annual  resurfacing  of  various  minor  routes  across  the  district  in  the  Central  Missouri  area. 

Engineering: 

1 

1 

1 

1 

43 

Route:  Various 
Job  No.:  5L1400 

R/W: 

u 

0 

0 

U 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

0 

5,628 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State:         5,675        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

Date"1          2014               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

On-call  work  zone  enforcement  at  various  locations  in  District  5. 

Engineering: 

0 

0 

0 

0 

0 

Route:  Various 
Job  No.:  500010 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

10 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:         0   State:           10     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date"1          2010               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  10  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 
Route:  Various 
Job  No.:  5P1979 
Length:  0.00 

Milling  and  rumble  strips  in  the  edgelines  of  various  major  routes  in  various  counties  in 
District  5.  Funded  by  Open  Container  Funds. 

ROADS 

MPO:  N 

Engineering: 
R/W: 
Construction: 

30 
0 

365 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Safety 
Sec  Cat:  Safety 

Fed:       328      State:         67    Local:  0 

BRIG II  ILK 

Date            Summer  09      Anticipated  Fed  Cat:  Safety 

FFOS: 
Payments: 

365 
0 

0 
0 

0 
0 

0 
0 

0 
0 

County:  Various 
Route:  Various 
Job  No.:  5P1979B 

Milling  and  rumble  strips  in  the  edgelines  of  various  major  routes  within  the  urban 
boundaries  of  the  metropolitan  planning  organizations  in  District  5.  Includes  portions  of 
Cole,  Callaway  and  Boone  Counties.  Funded  by  Open  Container  Funds. 

Engineering: 
R/W: 

17 

n 
u 

0 

n 
U 

0 

n 
U 

0 

n 
U 

0 

n 
U 

Length:  93.64 

MPO:  Y 

Construction: 

104 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:        94     State:          27     Local:  0 

FFOS: 

104 

0 

0 

0 

0 

Sec  Cat:  Safety 

Aw  3rd 

Date-            Winter  10        Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  5Q0974 

Installation  of  Closed  Circuit  TV  along  1-70, 1-29  and  1-35.  Funded  by  MoDOT  Central 
Office  Traffic  Operations. 

Engineering: 
R/W: 

60 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  Y 

Construction: 

1,257 

0 

0 

0 

0 

Fund  Cat:  Safety 

AC-State:        1,006     State:     311    Local:  0 

FFOS: 

1,257 

o 

o 

o 

o 

Sec  Cat:  Safety 

Date"1         Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

FFOS 

31,171 

835 

0 

1,728 

0 

Total  R/W 

387 

4,996 

0 

0 

0 

Total  Construction 

110,634 

26,697 

14,594 

42,061 

5,628 

Paybacks 

0 

0 

0 

0 

0 

Sub-Total 

111,021 

31,693 

14,594 

42,061 

5,628 

AC-State                   Fed                 State  Local 

Total  Engineering 

8,641 

2,577 

1,242 

2,479 

43 

130,475                25,111              64,393  0 

Grand  Total 

119,662 

34,270 

15,836 

44,540 

5,671 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4 -11  Districts 


Dollars  in  Thousands 


PAYMENT  PROJECTS 


District  5       MoDOTs  Central  District 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Boone 
Route:      US  63 
Job  No.:  5P0907Z 

Payment  to  City  of  Columbia  for  construction  of  the  interchange  at  Gans  Road  from  the 
Cost  Share  Program.  Refund  to  City  of  Columbia  for  advancement  of  5P0907. 

Engineering: 

0 

0 

0 

0 

0 

R/W: 

ft 

u 

ft 

U 

ft 

U 

ft 

U 

ft 

u 

Length:  0.58 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:         971      Local:  0 

FFOS: 

0 

971 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

971 

0 

0 

0 

County:  Boone 
Route:      MO  763 
Job  No.:  5U0675D 

Payment  to  City  of  Columbia  for  capacity  improvements  from  Big  Bear  Boulevard  to  north 
of  Brown  School  Road  in  Columbia.  Refund  to  City  of  Columbia  for  advancement  of 
5U0675. 

Engineering: 
R/W: 

0 
o 

0 
0 

0 
0 

0 
U 

0 
0 

Length:  3.49 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   Fed:       0  State:         1,252        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

1,252 

0 

0 

0 

County:  Boone 
Route:      RT  TT 
Job  No.:  5S0917 

Payment  to  the  City  of  Columbia  for  capacity  improvements  from  Rollins  Road  to 
Brookview  Terrace.  Project  to  be  let  by  the  City  of  Columbia.  SAFETEA-LU  earmark  of 
$3.5  million. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  1.16 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:       3,200     State:     800   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Regional 

Date"1                             Anticipated  Fed  Cat:  Earmark 

Payments: 

4,000 

0 

0 

0 

0 

County:  Camden 
Route:      US  54 
Job  No.:  5P2184 

Payment  for  construction  of  sidewalks  on  Rte.  54  in  City  of  Osage  Beach.  Total  ARRA 
funds  are  $260,900.  City  of  Osage  Beach  is  project  sponsor.  *Economic  Recovery  Project  - 
Enhancement* 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  7.70 

mpo  n  —ReadytfiGo! 

ng  Needs                                                Fed:       261      State:         0  "Local:  0 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emergi 

FFOS: 

261 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

261 

0 

0 

0 

0 

County:  Various 

Payback  for  Safe  and  Sound  bridges  for  District  5. 

Engineering: 

0 

0 

0 

0 

0 

Route:  Various 
Job  No.:  5B0800T 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:     17,158       State:      4,290      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1                               Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

5,362 

5,362 

5,362 

5,362 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  12  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

Z217SL  t*MJ*  nlviL 
PjOl  Bo*  210 
Jettison  Cii>.  MO 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010- 
6/2011 


7/2011- 
6/2012 


7/2012- 
6/2013 


7/2013- 
6/2014 


FFOS 

261 

971 

0 

0 

0 

Total  R/W 
Total  Construction 
Paybacks 

0 
0 

4,261 

0 
0 

7,585 

0 
0 

5,362 

0 
0 

5,362 

0 
0 

5,362 

Sub-Total 

4,261 

7,585 

5,362 

5,362 

5,362 

AC-State 
3,200 

Fed 
17,419 

State 
7,313 

Local 
0 

Total  Engineering 
Grand  Total 

0 

4,261 

0 

7,585 

0 

5,362 

0 

5,362 

0 

5,362 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 13  District  5 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
feffuison  City.  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 

No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Paybacks  or  projects  in  the  Amendment  3  Funding  Category. 

Incidentals  include  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

31,432 

1,806 

0 

1,728 

0 

Total  R/W 

387 

4,996 

0 

0 

0 

Total  Construction 

110,634 

26,697 

14,594 

42,061 

5,628 

Paybacks 

4,261 

7,585 

5,362 

5,362 

5,362 

Statewide  Totals 

Sub-Total 

115,282 

39,278 

19,956 

47,423 

10,990 

AC-State               Fed              State  Local 

Total  Engineering 

8,641 

2,577 

1,242 

2,479 

43 

133,675               42,530            71,706  0 

Grand  Total 

123,923 

41,855 

21,198 

49,902 

11,033 

Project  Count:  58 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 1 


Dollars  in  Thousands 


Franklin 


•  District  Office 


District  6       MoDOTs  St.  Louis  Area  District 


East- West  Gateway  Council  of  Governments 

(Note:  The  projects  listed  in  District  6  are  the  MoDOT  projects  that  are  part  of  the  East-West  Gateway  Council  of  Governments 

Transportation  Improvement  Program.) 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Franklin 
Route:     MO  100 
Job  No.:  6P2140 
Length:  2.06 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  from  west  of  Rte.  KK  to  west  of  West  5th  Street  and  east  of  Rte.  A  to 
Washington  Heights  Drive. 


MPO:  Y 


Award 
Date: 


Fall  10 


AC-State:         510  State: 
Anticipated  Fed  Cat:  S.T.P. 


ROADS 


179    Local:  0 

BKIGH  ]  LR 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


47 
0 

637 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Safety 


Franklin 
MO  185 
6S2118 

0.19  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Relocate  South  Outer  Road,  construct  turn  lanes  and  widening  from  1-44  to  Springfield 
Road.  Cost  Share  project  with  the  Village  of  Oak  Grove.  Maximum  cost  share  funds 
$1,256,406. 


AC-State:       622    State:     101    Local:  586 
Summer  10      Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


20 
0 
0 


81 
0 

1,208 


1,173 
0 


County:  Franklin 
Route:      IS  44 
Job  No.:  6B0801E 
Length:  0.05 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  1-44  over  Rte.  O  Pin  Oak  Creek.  Funded  by  GARVEE.  Project 
involves  bridges  L0866  (East)  and  L0866  (West)  -  Twin  Bridges.  Part  of  the  |f 
Sound  program. 


MPO:  Y 


Award 
Date: 


AC-State: 


Winter  10        Anticipated  Fed  Cat:  Bridge 


1,144     State:  45 


Federafl  FES 
OvefsigitJ  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


210 
0 

1,430 


1,430 
0 


County:  Franklin 
Route:      IS  44 
Job  No.:  611690 
Length:  0.60 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  westbound  bridge  and  rehabilitate  eastbound  bridge  2  miles  east  of  Rte.  185  at 
Winsel  Creek.  Project  involves  bridges  F314  and  L547. 


MPO:  Y 


Award 
Date: 


Fall  09 


Fed:      2,210  State: 
Anticipated  Fed  Cat:  Bridge 


783  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


230 
0 

2,763 


County:  Franklin 
Route:      IS  44 
Job  No.:  612011 
Length:  5.07 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Rehab  And  Reconst 


Rebuild  pavement  from  Viaduct  Street  to  Route  100  West.  *Economic  Recovery  Project* 


very  Proiecr- 

ROADS 


MPO:  Y 

Major  Bridge 

Award 
Date: 


Summer  09      Anticipated  Fed  Cat:  S.T.P 


—Ready  <3 of 

Fed:     25,500       State:      l,81f     Local:  0 



Federal 


Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,811 
0 

25,500 


25,500 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 1  District  6  TMA 


Dollars  in  Thousands 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Franklin 
Route:      IS  44 
Job  No.:  6I2011C 

Noise  abatement  associated  with  the  full-depth  pavement  replacement  on  e/w  bound  lanes 
from  west  of  Viaduct  Street  in  Pacific  to  Rte.  O/Pin  Oak  Creek.  *Economic  Recovery 
Project* 

Engineering: 
R/W: 

39 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  7.78 

MP0  Y  —ReadvtoGo! 

Construction: 

500 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   Fed:       500      State:         39    Local:  0 

FFOS: 

500 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1         Fall  09            Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Franklin 
Route:      IS  44 
Job  No.:  6I2017B 
Length:  1.83 

Improve  roadway  surface  from  Rte.  50  to  Rte.  O/Pin  Oak  Creek. 

MPO:  Y 

BETTER 
ROADS 

Engineering: 
R/W" 
Construction: 

5 
0 
0 

39 
0 

434 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:         391  State: 

87  Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          fall  10             Anticipated  Fed  Cat:  I/M 

FUTURE 

Payments: 

0 

0 

0 

0 

0 

County:  Franklin 

Widen  and  redeck  bridge  at  Rte.  185  in  Sullivan.  Project  involves  bridge  A2048R. 

Engineering: 

125 

ZM 

ft 

u 

0 

Route:     IS  44 
Job  No.:  612084 

R/W: 

0 

0 

0 

0 

0 

Length:  0.80 

MPO:  Y 

Construction: 

0 

3,619 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:       2,895  State: 

1,100    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date^         Summer  10      Anticipated  Fed  Cat:  N.H.S. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Franklin 

Relocate  outer  road  from  0.2  mile  east  of  Rte.  AF  to  0.2  mile  east  of  Acid  Mine  Road.  Cost 

Engineering: 

7^ 

zuo 

u 

n 
u 

Route:     OR  44 

share  with  the  City  of  Sullivan.  Maximum  cost  share  funds  $2,476,000. 

Job  No.:  6S2000 

R/W: 

A 

u 

u 

n 
U 

u 

Length:  0.70 

MPO:  Y 

Construction: 

0 

0 

3,196 

0 

0 

Fund  CatMajor  Projects  &  Emerging  Needs                                                AC-State:      159  State:   2,856  Local:  3,037 

FFOS: 

2,500 

0 

3,013 

0 

0 

Sec  Cat:  System  Expansion 

^™            2012               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Franklin 
Route:      IS  44 

Installation  of  MoDOT  furnished  video  equipment  along  1-44  in  St.  Louis  TMA  area. 
Funded  by  MoDOT  Central  Office  Traffic  Operations. 

Engineering: 

23 

0 

0 

0 

0 

Job  No.:  9Q2165B 

R/W: 

0 

0 

0 

0 

0 

Length:  66.33 

MPO:  Y 

Construction: 

255 

0 

0 

0 

0 

Fund  Cat:  Safety 

AC-State:          204  State: 

74  Local:  0 

FFOS: 

255 

0 

0 

0 

0 

Sec  Cat:  Safety 

Award         Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  2  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009-  7/2010-  7/2011-  7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 


County:  Franklin 
Route:      MO  47 
Job  No.:  6P2138 
Length:  1.45 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  from  south  of  Rte.  100  to  the  Missouri  River  Bridge. 


BETTER 
ROADS 


MPO:  Y 


Award 
Date: 


Fall  10 


AC-State: 


Anticipated  Fed  Cat:  S.T.P. 


1,058     State:     363   Local:  0 

EJRIGH  TER 
FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


93 
0 

1,323 


County:  Franklin 
Route:      MO  47 
Job  No.:  6P2139 
Length:  6.73 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  from  Rte.  50  to  south  of  Steutermann  Road. 


MPO:  Y 


Award 
Date: 


Winter  10 


AC-State: 
Anticipated  Fed  Cat:  S.T.P. 


BETTER 
ROADS 

W  {  w 

2,230     State:     758   Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


201 
0 

2,787 


County:  Franklin 
Route:      US  50 
Job  No.:  6P1948 
Length:  2.35 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatment  from  0.5  mile  east  of  Rte.  UU  to  Rte.  47  South  in  Union. 


BETTER 
ROADS 


MPO:  Y 


Award 
Date: 


2011 


AC- State:        1,055     State:     402  Loc 
Anticipated  Fed  Cat:  N.H.S.  FUTURI 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


40 
0 
0 


98 
0 

1,319 


County:  Franklin 
Route:      US  50 
Job  No.:  6P2141 
Length:  3.09 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  from  Denmark  Road  to  1-44. 


MPO:  Y 


Award 
Date: 


Fall  10 


AC-State:         276    State:  1 
Anticipated  Fed  Cat:  N.H.S.  FUTURE 


BETTER 
ROADS 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

345 


County:  Franklin 
Route:      RT  AT 
Job  No.:  6B0801F 
Length:  0.00 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  AT  over  Pin  Oak  Creek.  Funded  by  GARVEE.  Project 
involves  bridge  H0205.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


2013 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


469  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


82 
0 

586 


536 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  3  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Franklin 
Route:      RT  N 
Job  No.:  6L1000 
Length:  8.08 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Resurface  from  Rte.  O  to  Rte.  30. 


MPO:  Y 


Award 
Date: 


Winter  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


634 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


45 
0 

589 


County:  Jefferson 
Route:      MO  110 
Job  No.:  6S1905 
Length:  0.32 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  3  bridges  on  Rte.  110  at  Rte.  67,  Rte.  E  at  Joachim  Creek  and  Rte.  W  at  Big 
River.  Project  includes  bridges  A2401,  A2593,  and  A2895. 


MPO:  Y 


Award 
Date: 


Fall  09 


AC-State:        2,753     State:     959   Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


271 
0 

3,441 


County:  Jefferson 
Route:     MO  141 
Job  No.:  6B0801I 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  141  over  Rte.  21.  Funded  by  GARVEE.  Project  involves 
bridge  A2672.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


Fall  10 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


633    State:  271 


SAFES 

s  □  y  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


112 

0 

791 


768 
0 


County:  Jefferson 
Route:      MO  30 
Job  No.:  6S1908 
Length:  0.10 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  deck  and  resurface  on  eastbound  and  westbound  lanes  over  Saline  Creek. 
Project  involves  bridge  A2380. 


MPO:  Y 


Award 
Date: 


2013 


AC-State:        1,091     State:     399   Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 

0 
0 


10 

0 
0 


10 

0 
0 


96 
0 

1,364 


County:  Jefferson 
Route:      MO  30 
Job  No.:  6S1910 
Length:  0.10 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  (westbound  lanes)  over  Heads  Creek.  Project  involves  bridge  A3045. 


MPO:  Y 


Award 
Date: 


Fall  09 


AC-State:         857    State:      298    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


84 
0 

1,071 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  4  District  6  TMA 


Dollars  in  Thousands 


\  \ 

x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Jefferson 
Route:      IS  55 
Job  No.:  6B0801H 
Length:  0.06 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  1-55  over  Sunshine  Drive.  Funded  by  GARVEE.  Project  involves 
bridge  A0504.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


AC-State:        1,860     State:  80 
Winter  10        Anticipated  Fed  Cat:  Bridge 


Fedgraft  FES 
OvefsigitU  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


343 
0 

2,325 


2,325 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Jefferson 
IS  55 
6I1010B 

4.51  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Add  lanes  and  widen/replace  two  bridges  between  north  of  Rte.  M  and  north  of  Rte.  Z. 
*Economic  Recovery  Project* 


Winter  10 


Fed:  17,040 
Anticipated  Fed  Cat:  S.T.P. 


= Ready ;  ( Go/ 

State:      1,40?     Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,404 
0 

17,040 


16,631 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Jefferson 
IS  55 
6I1010D 

0.68  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Interchange  improvements  at  Rte.  M.  Project  will  be  funded  with  earmark  MO006  of 
$4,479,646.02  and  Motor  Carrier  Grant  with  MoDOT's  portion  being  50%  of  $590,000  or 
$295,000. 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  I/M 


3,470     State:     800  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


414 
0 

3,856 


3,144 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Jefferson 
IS  55 
6I1010H 
0.66 

Amendment  3 


Construct  loop  ramp  from  Rte.  M  to  NB  1-55  and  off  ramp  from  1-55  to  EB  Rte.  M  and 
construct  new  weigh  station,  from  Rte.  M  to  NB  1-55  and  off  ramp  at  Rte.  M  interchange. 
Major  project  made  possible  by  Amendment  3. 


Sec  Cat:  System  Expansion 


MPO:  Y 


Award 
Date: 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


7,759    State:    3,976    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


200 
0 
0 


200 
3,114 
0 


682 
0 

7,539 


County:  Jefferson 
Route:      IS  55 
Job  No.:  6Q2038 
Length:  7.18 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Systems  Operations 


ITS  device  installations  1-55  from  Rte.  M  to  Rte.  67  and  add  DMS  on  1-44, 1-70  and  1-64  at 
various  locations. 


MPO:  Y 


Award 
Date: 


2012 


AC-State:       2,801    State:     1,276    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


150 
0 
0 


150 
0 
0 


276 
0 

3,501 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  5  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Jefferson 
Route:     US  61 
Job  No.:  6S2166 
Length:  6.12 

Pavement  treatment  from  Rte.  Z  to  Rte.  A. 

PL  1  1  Ct\ 

ROADS 

MPO:  Y 

Engineering: 
R/W: 
Construction: 

122 
0 

1,154 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 

AC-State:        923    State:     353    Local:  0 

BRIGHTI 

Date            Winter  10        Anticipated  Fed  Cat:  S.T.P. 

FFOS: 
Payments: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

County:  Jefferson 
Route:      SP  61 
Job  No.:  6S2262 

Relocate  Scenic  Drive  to  provide  two  lanes  in  each  direction  and  widen  McNutt  Street  (Rte. 
61  Spur)  between  Rte.  61/67  and  1-55.  Cost  share  project  with  the  City  of  Herculaneum. 
Maximum  cost  share  funds  $4  million. 

Engineering: 
R/W: 

200 
2,000 

200 
0 

546 
0 

0 
0 

0 
0 

Length:  0.55 

MPO:  Y 

Construction: 

0 

0 

6,710 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   AC-State:     2,385  State:  2,946  Local:  4,325 

FFOS: 

2,000 

0 

6,325 

0 

0 

Sec  Cat:  System  Expansion 

^™            2012               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Jefferson 

Add  left-turn  lanes  at  Pioneer/Highland  Baptist  Church  Road. 

Engineering: 

42 

0 

0 

0 

0 

Route:      RT  A 
Job  No.:  6S2095 

R/W: 

0 

0 

0 

0 

0 

Length:  0.20 

MPO:  Y 

Construction: 

357 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       321      State:         78    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Urban  Safety 

Date"1          Fall  09             Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Jefferson 
Route:      RT  A 
Job  No.:  6S2121 

Resurfacing  and  upgrade  shoulders  from  Rte.  21  to  Collins  Avenue  and  turn  lane 
improvements  at  Frontier  Road. 

Engineering: 
R/W: 

320 
U 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  9.19 

MPO:  Y 

Construction: 

4,375 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:       3,500    State:     1,195    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          fall  09             Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Jefferson 

Resurface  from  Rte.  30  to  Rte.  21. 

Engineering: 

58 

0 

0 

0 

0 

Route:      RT  B 
Job  No.:  6L1100B 

R/W: 

0 

0 

0 

0 

0 

Length:  11.24 

MPO:  Y 

Construction: 

632 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          690       Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

Date™1         Winter  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  6  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009-      7/2010-      7/2011-      7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 

County:   Jefferson                         Resurface  from  Rte.  B  to  the  end  of  state  maintenance. 
Route:      RT  EE 
Job  No.:  6L1000B 

Length:    1.88                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:       0  State:         161      Local:  0 
Sec  Cat:  Low  Type  Resurfacing       n^te^          Winter  10        Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

15              0             0             0  0 
0              0              0              0  0 
146             0             0             0  0 

0              0              0              0  0 
0              0              0              0  0 

County:   Jefferson                         Intersection  improvements  at  Rte.  M  and  Caitlin  Drive,  Rte.  141  at  Old  Missouri  State 

„                . .                             Road  and  Rte.  30  at  Main  Drive/Redwood  Drive. 
Route:      RT  M 

Job  No.:  6S2249 

Length:    0.32                                 MPO:  Y 

Fund  Cat:  Safety                                                                                          Fed:       184      State:         39    Local:  0 
Sec  Cat:  Urban  Safety                     Date^          fall  09             Anticipated  Fed  Cat:  Safety 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

18             0             0             0  0 
0             0             0             0  0 
205             0             0             0  0 

0             0             0             0  0 
0              0              0              0  0 

County:   Jefferson                         Pavement  treatment  on  Rte.  MM  from  Geerdes  Road  to  Rte.  30  and  Rte.  W  from  Rte.  30  to 
Route:     RT  MM                          0.4  mile  north  of  Rte.  30. 

Job  No.:  6S2167 

Length:    1.23                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:        291    State:     1Jp  | 'l/^if  fn^ 
Sec  Cat:  Preventative  Maint             Date^          Fall  10             Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

10             29              0              0  0 
0              0             0             0  0 
0          364             0             0  0 

0             0             0             0  0 
0              0              0              0  0 

County:   Jefferson                         Resurface  from  Rte.  A  to  Rte.  110. 
Route:     RT  P 
Job  No.:  6L1000C 

Length:    8.66                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:       0  State:         703      Local:  0 
Sec  Cat:  Low  Type  Resurfacing        TMe-            2011                Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

5             48              0              0  0 
0              0              0              0  0 
0           650             0             0  0 

0             0             0             0  0 
0              0              0              0  0 

County:   Jefferson                         Replace  box  culverts  and  pipes  at  various  locations  from  north  of  Rte.  110  to  south  of  Rte. 
Route:     RT  P  A' 
Job  No.:  6S1904 

Length:    8.63                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:        834    State:     285    Local:  0 
Sec  Cat:  Rehab  And  Reconst            Date^          Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

76              0              0              0  0 
0              0              0              0  0 
1,043             0             0             0  0 

0              0             0             0  0 
0             0             0             0  0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  7  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Jefferson 
Route:      RT  TT 
Job  No.:  6S2086 
Length:  6.68 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  culverts  from  south  of  Rte.  61  intersection  to  5.4  miles  south  of  Rte.  AA,  and 
culvert  replacement  on  Rte.  AA. 


MPO:  Y 


Award 
Date: 


2012 


Fed:       486  State: 
Anticipated  Fed  Cat:  Bridge 


192  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


11 

7 
0 


47 
0 

608 


County:  Jefferson 
Route:      RT  V 
Job  No.:  6L1000D 
Length:  8.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Resurface  from  Rte.  JJ  to  Rte.  E. 


MPO:  Y 


Award 
Date: 


Winter  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


630 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


45 
0 

585 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Systems  Operations 


Jefferson 
Various 
6P2261 

0.00  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Provide  traffic  signal  interconnect  and  networking  system  on  Rte.  21  at  Rte.  B  and  Rte.  A, 
Rte.  61/67  from  Rte.  61  to  Meyer  Road  and  Rte.  Z  from  1-55  to  Rte.  61/67.  Maximum 
CMAQ  funds  -  $858,200. 


Fall  09 


Fed:       700  State: 
Anticipated  Fed  Cat:  C.M.A.Q. 


255  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


80 
0 

875 


700 
0 


County:  Jefferson 
Route:      RT  W 
Job  No.:  6S2207 
Length:  7.65 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Right  of  way  acquisition  for  resurfacing  and  shoulder  upgrades  on  Rte.  W  from  0.4  mile 
north  of  Rte.  30  to  Rte.  FF/109  and  on  Rte.  109  from  Rte.  W  and  Rte.  FF  to  north  of 
Legends  Parkway,  realign  curve  at  LaFarge  Rd  and  add  a  southbound  left  turn-lane  at 
Twin  Rivers  Rd. 

MPO:  Y 

AC-State:  0  State:       932     Local:  0 


Award 
Date: 


Future 


Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


150 
725 
0 


57 
0 
0 


County:  Jefferson 
Route:     RT  WW 
Job  No.:  6S1964 
Length:  1.21 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridges  over  Ditch  Creek  and  Maupin  Creek  (two  disconnected  sections).  Project 
involves  bridges  R0415  and  R0416. 


MPO:  Y 


Award 
Date: 


Winter  10 


Fed:  1,147 
Anticipated  Fed  Cat:  Bridge 


State: 


445  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


158 
0 

1,434 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  8  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Jefferson 
Route:      RT  Y 
Job  No.:  6B0801G 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  Y  over  Dry  Creek  and  Rte.  V  over  Joachim  Creek.  Funded  by 
GARVEE.  Project  involves  bridges  A2569  and  A2274.  Part  of  the  Safe  and  S 
program. 


MPO:  Y 


Award 
Date: 


AC-State:         786  State: 
Spring  10         Anticipated  Fed  Cat:  Bridge 


S  A  F  E  & 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


144 
0 

983 


983 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


St.  Charles 
364 

6U1028C 

3.90  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Right  of  way  acquisition  for  grading,  drainage,  paving,  bridges  and  interchange  for  Page 
Avenue  extension  from  McCluer  Road  to  0.4  mile  west  of  Rte.  94  at  Rte.  N.  Project  involves 
new  bridges. 


Future 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


0  State: 


520  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


20 
500 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


St.  Charles 
364 

6U1028P 
0.30 

Amendment  3 


Extend  Page  Ave.  from  Rte.  94  (0.3  mile  west  of  Harvester)  to  0.6  mile  east  of  Central 
School  Rd.  at  Woodstream.  $245,000  '08  Appropriation.  *Economic  Recovery  project* 


Sec  Cat:  System  Expansion 


MPO:  Y 


Award 
Date: 


Summer  09 


Fed:  19,000 
Anticipated  Fed  Cat:  S.T.P. 


zReadytoGol 

State:      1,545     Local:  0 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,545 
0 

19,000 


19,000 
0 


County:    St.  Charles 
Route:  364 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Extend  Page  Ave.  from  0.6  mile  east  of  Central  School  Road  at  Woodstream  to  0.3  mile 
west  of  Central  School  Road.  *Economic  Recovery  Project* 


6U1028Q 

0.90  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Summer  09 


Fed:  24,000 
Anticipated  Fed  Cat:  S.T.P. 


s  Ready:  < Go! 

State:      1,713     Local:  0 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,713 
0 

24,000 


24,000 
0 


County:    St.  Charles 
Route:     MO  370 
Job  No.:  6P1943 
Length:  0.44 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridges  0.3  mile  east  of  1-70  over  the  Norfolk  and  Western  Railroad.  Project 
involves  bridges  A5095,  A5096,  and  A5097. 


MPO:  Y 


Award 
Date: 


AC-State: 


Summer  10      Anticipated  Fed  Cat:  S.T.P. 


1,192     State:     442  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


40 
0 
0 


104 

0 

1,490 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  9  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Charles 
Route:      MO  370 
Job  No.:  6P1944 

Rehabilitate  eastbound  and  westbound  bridges  over  the  Missouri  River.  Project  involves 
eastbound  and  westbound  bridge  A4557. 

Engineering: 
R/W: 

20 
0 

45 
0 

0 
0 

0 

0 

0 
0 

Length:  0.13 

MPO:  Y 

Construction: 

0 

595 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         476  State: 

184    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Summer  10      Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Charles 
Route:     US  67 
Job  No.:  6P2126 
Length:  7.17 

Pavement  treatment  from  Cinder  Road  to  south  of  the  Missouri  River  Bridge  and  Rte.  370 
from  1-70  to  Elm  Point  Industrial  Drive. 

ROADS 

MPO:  Y 

Engineering: 
R/W" 
Construction: 

10 
0 
0 

172 
0 

1,825 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,460  State: 

547   Local:  0 

FUTURE 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

P™rd         2011               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Charles 
Route:      IS  70 
Job  No.:  611886 

Rehabilitate  4  bridge  decks  from  Rte.  K  to  0.3  mile  east  of  Rte.  79.  Project  involves  bridges 
L0710,  L0481,  A4294  and  L0711. 

Engineering: 
R/W' 

202 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  3.15 

MPO:  Y 

Construction: 

2,646 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      2,117       State:       731     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date^         Winter  10        Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Charles 
Route:     IS  70 
Job  No.:  611945 

Rehabilitate  bridges  at  the  Rte.  370  interchange.  Project  involves  bridges  A5091,  A5092 
and  A5093. 

Engineering: 
R/W' 

173 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.58 

MPO:  Y 

Construction: 

1,932 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,739  State: 

366   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

DaT"1         Winter  10        Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Charles 
Route:      IS  70 
Job  No.:  612083 

Resurfacing  ramps  and  outer  roads  at  Fifth  St.,  Zumbehl  Rd.,  Cave  Springs  Blvd.,  and  Mid 
Rivers  Mall  Drive  interchanges. 

Engineering: 
R/W: 

583 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.85 

MPO:  Y 

Construction: 

6,309 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:      5,047  State: 

1,845    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          Fal109            Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 10  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Preventative  Maint 


St.  Charles 
IS  70 
612120 

6.14  MPO:  Y 

Statewide  Interstate  And  Major  Bridge 

Award 
Date: 


Pavement  treatment  from  west  of  Rte.  C  to  west  of  Rte.  94. 


BETTER 
ROADS 


Spring  10 


AC-State: 
Anticipated  Fed  Cat:  I/M 


1,722     State:     327  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


136 
0 

1,913 


County:    St.  Charles 
Route:      IS  70 
Job  No.:  612159 
Length:  4.85 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  from  Rte.  C  to  Zumbehl  Road.  Bridges  are  at  Rte.  C,  Cave  Springs, 
and  Zumbehl  Road.  Project  involves  bridges  A3852,  A4040,  and  A4266. 


MPO:  Y 


Award 
Date: 


Fed: 


446  State: 


160  Local: 


Winter  10 


Anticipated  Fed  Cat:  Bridge 


Engineering: 
RW: 
Construction: 
FFOS: 
Payments: 


48 
0 

558 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Systems  Operations 


St.  Charles 
MO  94 
6P2260 

4.40  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Provide  traffic  signal  interconnect  and  networking  system  Rte.  94  from  5th  Street  to 
Kingshighway,  1-70  to  Rte.  364  and  Jungs  Station  Road  to  Rte.  D.  Maximum  CMAQ  funds 
-  $1,514,000. 


Fall  09 


Fed:      1,514  State: 
Anticipated  Fed  Cat:  C.M.A.Q. 


590  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


163 
0 

1,941 


1,514 
0 


County:    St.  Charles 
Route:      MO  94 
Job  No.:  6Q2036 
Length:  11.33 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Systems  Operations 


Provide  ITS  devices  from  1-64  to  north  of  1-70. 


MPO:  Y 


Award 
Date: 


Fall  09 


AC-State:         465  State: 
Anticipated  Fed  Cat:  S.T.P. 


206  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


90 
0 

581 


County:    St.  Charles 
Route:      RT  B 
Job  No.:  6B0801J 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  B  over  Dardenne  Creek.  Funded  by  GARVEE.  Project 
involves  bridge  A0873.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


623  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


110 

0 

779 


756 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4 -11  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Charles 
Route:      RT  N 

Widen  and  realign  Rte.  N  to  raise  out  of  the  flood  plain  from  0.15  mile  west  of  Eagle  Hill 
Lane  to  0.15  mile  east  of  Eagle  Hill  Lane.  Cost  share  project  with  City  of  Cottleville. 

Engineering: 

5 

138 

0 

0 

0 

Job  No.:  6S1952 

R/W: 

0 

0 

0 

0 

0 

Length:  0.30 

MPO:  Y 

Construction: 

0 

1,998 

0 

0 

0 

Fund  CatMajor  Projects  &  Emerging  Needs                                                AC-State:      1,508    State:    143  Local:  490 

FFOS: 

0 

1,940 

0 

0 

0 

Sec  Cat:  Safety 

Award          _ ,  -  \^--l_^T-^^^e^rrn 
p                2011                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Charles 

Widen  and  realign  Rte.  N  from  Meadowlake  Drive  to  Dardenne  Farms  Drive. 

Engineering: 

25 

69 

n 
U 

ft 

u 

0 

Route:      RT  N 
Job  No.:  6S1988 

R/W: 

Ton 

U 

ft 
U 

U 

Length:  0.40 

MPO:  Y 

Construction: 

0 

885 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       796      State:        383      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Award          - , ,                 *  ^-  ■  ^jT-j/^icii-^ 
tj  te.            2011                Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      MO  100 

ITS  operation  and  expansion  on  Rte.  100  from  Rte.  109  to  McKnight  Road  and  Rte.  M  to 
South  Point  Road  and  Rte.  50  from  Rte.  44  to  Rte.  47  East. 

Engineering: 

1 

20 

150 

100 

268 

Job  No.:  6Q2246 

R/W: 

U 

0 

0 

0 

0 

Length:  26.98 

MPO:  Y 

Construction: 

0 

0 

0 

0 

3,568 

Fund  Cat:  Taking  Care  Of  System 

AC-State:       2,854    State:     1,253    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date^                               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      MO  100 
Job  No.:  6S1718 

Right  of  way  for  resurfacing  and  pavement  improvements  from  Rte.  61  (Lindbergh  Blvd.) 
to  Big  Bend  Blvd. 

Engineering: 
R/W: 

50 
735 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  4.86 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:           0  State:       785     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          Future            Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      MO  100 
Job  No.:  6S2085 
Length:  5.91 

Resurfacing  and  pavement  improvements  from  Rte.  141  to  Westglen  Farms  Drive. 

BETTER 
ROADS 

MPO:  Y 

Engineering: 
R/W: 
Construction: 

50 
500 
0 

20 
0 
0 

711 
0 

10,766 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 

AC-State:       8,613    State:    3,434    Local:  0 
^™rd          2012               Anticipated  Fed  Cat:  N.H.S. 

FFOS: 
Payments: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 12  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009-      7/2010-      7/2011-      7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 

County:    St.  Louis                         Pavement  treatment  from  west  of  Mason  Road  to  Rte.  JJ. 
Route:      MO  100 
Job  No.:  6S2154 

Length:    2.12                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:        1,396     State:     514   Local:  0 
Sec  Cat:  Rehab  And  Reconst            D^tsr           Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

165              0              0              0  0 
0              0              0              0  0 
1,745              0              0              0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    St.  Louis                         Improve  signal  and  lighting  at  New  Ballwin  Road. 
Route:      MO  100 
Job  No.:  6S2183 

Length:    0.10                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:         175    State:      66  Local:  0 
Sec  Cat:  Systems  Operations           Date'1''         Spring  10        Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

22              0              0              0  0 
0              0              0              0  0 
219              0              0              0  0 

215              0              0              0  0 
0              0              0              0  0 

County:    St.  Louis                         Replace  bridge  south  of  Woods  Road.  Project  involves  bridge  Z0773. 
Route:      MO  109 
Job  No.:  6S1975 

Length:    0.12                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:      519     State:        195     Local:  0 
Sec  Cat:  Rehab  And  Reconst           Date'1''         Winter  10        Anticipated  Fed  Cat:  Bridge 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

65              0              0              0  0 
0              0              0              0  0 
649             0             0             0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    St.  Louis                         Provide  traffic  signal  interconnect  and  networking  system  from  Gravois  Bluffs  Road  to 

r.    <       *,mA,                           Arnold  Church  Road.  Maximum  CMAQ  funds  -  $452,000. 
Route:      MO  141 

Job  No.:  6P2259 

Length:    5.85                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:      452      State:        255     Local:  0 
Sec  Cat:  Systems  Operations           Date^         fall  09            Anticipated  Fed  Cat:  C.M.A.Q. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

49              0              0              0  0 
0             0             0             0  0 
658             0             0             0  0 

452             0             0             0  0 
0              0              0              0  0 

County:    St.  Louis                         Provide  ITS  devices  from  north  of  1-64  to  Rte.  61/67.  CMAQ  funds  -  $35,000. 
Route:      MO  141 
Job  No.:  6Q2037 

Length:    18.85                                MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:        782    State:     267    Local:  0 
Sec  Cat:  Systems  Operations           Date^         fall  09            Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

72              0              0              0  0 
0              0              0              0  0 
977             0             0             0  0 

35              0              0              0  0 
0              0              0              0  0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 13  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis 
Route:      MO  141 

Relocate/construct  Rte.  141  from  Rte.  40  to  Rte.  340,  (Olive  Blvd).  In  cooperation  with  St. 
Louis  County,  construct  Rte.  141  from  Rte.  340  (Olive  Blvd)  to  Rte.  364  (Page  Ave.)  $3M 
County,  S2.88M  SAFETEA-LU  and  $245K  '08  earmarks.  *Economic  Recovery  Project* 

Engineering: 

7,417 

0 

0 

0 

0 

Job  No.:  6U0807 

R/W: 

0 

0 

0 

0 

0 

Length:  2.71 

^P0  Y  —ReadvroGo! 

Fed:     53,791       State:      7,417     Local:  0 

Construction: 

53,791 

0 

0 

0 

0 

Fund  Cat:  Amendment  3 

FFOS: 

52,517 

0 

0 

0 

0 

Sec  Cat:  System  Expans 

ion 

3aterd         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Grading  for  utility  relocations  at  Rte.  340.  *Economic  Recovery  Project* 

Engineering: 

28 

0 

0 

0 

0 

Route:      MO  141 
Job  No.:  6U0807E 

R/W" 

0 

0 

0 

0 

0 

Length:  0.50 

mpo:  y  —ReadvtfiGo! 

Construction: 

412 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   Fed:       330      State:        110      Local:  0 

FFOS: 

412 

0 

0 

0 

0 

Sec  Cat:  System  Expansion             Date^         Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      IS  170 

Sandblasting,  repainting  steel  girders  and  8  bridges  from  Nyflot  to  Scudder  Road.  Project 
involves  bridges  A2908,  A2926,  A2927,  A2984,  A2985,  A2991,  A2992,  A2994. 

Engineering: 

35 

Z4  1 

U 

0 

Job  No.:  611924 

R/W' 

0 

0 

0 

0 

0 

Length:  2.36 

MPO:  Y 

Construction: 

0 

2,579 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        2,063  State: 

798   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint             ftT            2011                Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      IS  170 

Rehabilitate  10  bridges  from  Nyflot  to  Scudder  Road.  Project  involves  bridges  A2908, 
A2926,  A2927,  A2984,  A2985,  A2986,  A2987,  A2991,  A2992,  and  A2994. 

Engineering: 

66 

327 

0 

0 

0 

Job  No.:  611954 

R/W' 

0 

0 

0 

0 

0 

Length:  2.35 

MPO:  Y 

Construction: 

0 

3,164 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:     2,531      State:       1,026      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst            Date^         2011                Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Bridge  improvements  at  the  Delmar  Boulevard  overpass. 

Engineering: 

160 

230 

0 

0 

0 

Route:      IS  170 
Job  No.:  612251 

R/W: 

0 

0 

0 

0 

0 

Length:  0.30 

MPO:  Y 

Construction: 

0 

2,774 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        2,219  State: 

945   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst            Dt              2011                Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 14  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:    St.  Louis 
Route:      MO  180 
Job  No.:  6S2214 
Length:  0.30 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Systems  Operations 


Signal  and  lighting  reconstruction  at  Pennridge  Drive,  Hanley  Road,  McKibbon  Road. 


MPO:  Y 


Award 
Date: 


AC-State:         434    State:      168    Local:  0 
Spring  10         Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


59 
0 

543 


532 
0 


County:    St.  Louis 
Route:      MO  21 
Job  No.:  6P2257 
Length: 
Fund  Cat: 

Sec  Cat:  Systems  Operations 


Provide  traffic  signal  interconnect  and  networking  system  on  Rte.  21  from  Baptist  Church 
Road  to  Rte.  141,  Rte.  61  from  1-55  to  Mehl  Avenue  and  Rte.  50  from  Rte.  61/67  to 
Barracksview  Road.  Maximum  CMAQ  funds  -  $972,000. 


10.29  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Fall  09 


Fed:       747  State: 
Anticipated  Fed  Cat:  C.M.A.Q. 


265  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


78 
0 

934 


747 
0 


County:    St.  Louis 
Route:      MO  267 
Job  No.:  6S2105 
Length:  0.53 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatment  from  St.  Louis  City  limits  to  Bayless  Avenue. 


MPO:  Y 


Award 
Date: 


Winter  10 


AC-State: 
Anticipated  Fed  Cat:  S.T.P. 


554    State:      207  Local: 


Engineering: 
RW: 
Construction: 
FFOS: 
Payments: 


68 
0 

693 


County:    St.  Louis 
Route:      OR  270 
Job  No.:  6B0801K 
Length:  0.02 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  south  outer  road  1-270  over  Coldwater  Creek.  Funded  by 
GARVEE.  Project  involves  bridge  A0210.  Part  of  the  Safe  and  Sound  progri 


MPO:  Y 


Award 
Date: 


2012 


AC-State:         353  State: 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
RW: 
Construction: 
FFOS: 
Payments: 


60 
0 

441 


416 
0 


County:    St.  Louis 
Route:      IS  270 
Job  No.:  6I1830B 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Replace  bridge  and  rebuild  interchange  at  Dorsett  Road.  Cost-share  project:  St.  Louis  Co. 
$5.1  million,  Dept.  of  Econ.  Dev.-  $7  million,  City  of  Maryland  Heights-  $6.1  million, 
MoDOT  Econ.  Dev.-  $7.88  million  and  SAFETEA-LU  below  the  line  earmark-  $1.44 
million  MO093. 


0.40  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Summer  09 


AC-State:      7,127    State:    961  Local:  7,128 
Anticipated  Fed  Cat:  Earmark 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


961 
0 

14,255 


12,128 
0 


2,127 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 15  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


County: 
Route: 
Job  No.: 

St.  Louis 
IS  270 

Rehabilitate  bridges  at  the  1-64  directional  interchange.  Project  involves  bridges  A4581, 
A4580,  A4650,  A465 1 ,  A4652,  A4653,  A4654,  and  A4657. 

Engineering: 

342 

0 

0 

0 

0 

611885 

R/W: 

0 

0 

0 

0 

0 

Length: 

0.39 

MPO:  Y 

Construction: 

4,377 

0 

0 

0 

0 

Fund  Cat 

Taking  Care  Of  System 

Fed:     3,502      State:       1,217      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat: 

Rehab  And  Reconst 

Date^         Winter  10        Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County: 

St.  Louis 

Replace  bridge  at  1-270  and  Rte.  N  interchange.  Project  involves  bridge  L0745. 

Engineering: 

20 

100 

150 

971 

0 

Route: 
Job  No.: 

IS  270 
611896 

R/W: 

0 

0 

0 

0 

0 

Length: 

0.11 

MPO:  Y 

Construction: 

0 

0 

0 

12,606 

0 

Fund  Cat 

Taking  Care  Of  System 

Fed:     11,078       State:      2,769      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat: 

Rehab  And  Reconst 

Date"1          2013               Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County: 
Route: 
Job  No.: 

St.  Louis 
IS  270 
611965 

Rehabilitate  bridge  decks  over  Rott  Road  and  1-44.  Project  involves  bridges  A1026  and 
A1006. 

Engineering: 
R/W: 

292 
0 

0 

o 

0 

o 

0 

o 

0 

o 

Length: 

0.48 

MPO:  Y 

Construction: 

3,377 

0 

0 

0 

0 

Fund  Cat 

Taking  Care  Of  System 

AC-State:       2,702  State: 

967  Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat: 

Rehab  And  Reconst 

Date"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County: 

St.  Louis 

Rehabilitate  bridge  over  Marine  Avenue.  Project  involves  bridge  A1487. 

Engineering: 

85 

0 

0 

0 

0 

Route: 
Job  No.: 

IS  270 
611978 

R/W: 

0 

o 

o 

o 

o 

Length: 

0.10 

MPO:  Y 

Construction: 

1,167 

0 

0 

0 

0 

Fund  Cat 

Taking  Care  Of  System 

AC-State:         934  State: 

318    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat: 

Rehab  And  Reconst 

Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County: 
Route: 
Job  No.: 
Length: 

St.  Louis 
IS  270 
612010 
4.60 

Pavement  treatment  from  north  of  1-44  to  Clayton  Road. 

MPO:  Y 

ROADS 

Engineering: 
R/W: 
Construction: 

145 
0 

1,746 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat 

Statewide  Interstate  And  Major  Bridge                                          AC-State:        1,571  State: 

320   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat: 

Preventative  Maint 

Date"1         Winter  10        Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


7/2009- 
6/2010 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 16  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H*jne<57J>52S-S<WS  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis 
Route:      IS  270 
Job  No.:  6I2010B 
Length:  8.41 

Pavement  treatment  from  Clayton  Road  to  1-70. 

MPO:  Y 

R  FTTFR 
D  C  1  1  u  r\ 

n  \J  AA  U  j 

Engineering: 
R/W: 
Construction: 

75 
0 
0 

488 
0 

5,068 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:      4,561  State: 

1,070    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

2011               Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Pavement  treatment  at  1-270  and  1-70  ramps. 

Engineering: 

5 

37 

0 

0 

0 

Route:      IS  270 
Job  No.:  612082 

R/W: 

0 

0 

0 

0 

0 

Length:  0.49 

MPO:  Y 

Construction: 

0 

410 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         369  State: 

83   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          2011                Anticipated  Fed  Cat:  I/M 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      OR  270 
Job  No.:  612096 

Improve  traffic  control  at  on-ramp  intersections  on  north  outer  roads  at  West  Florissant 
Road,  New  Halls  Ferry  Road,  Florissant  Road,  Graham  Road  and  Bellefontaine  Road. 

Engineering: 

63 

0 

0 

0 

0 

R/W: 

0 

0 

0 

0 

0 

Length:  0.44 

MPO:  Y 

Construction: 

646 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       581      State:        128      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Urban  Safety 

Date-            Spring 10         Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Pavement  treatment  on  1-270  from  east  of  1-170  to  west  of  1-170  and  west  of  Lilac  to  east  of 

Engineering: 
R/W: 
Construction: 

c 

77 

0 

710 

n 

u 
0 
0 

0 

u 
0 
0 

n 
u 

0 

0 

Route:      IS  270 
Job  No.:  612130 
Length:  1.87 

Bellefontaine  Road  and  1-70  from  west  of  Union  to  east  of  Kingshighway 

MPO:  Y 

ROADS 

0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:        639  State: 
Sec  Cat:  Preventative  Maint             Date^          2011                Anticipated  Fed  Cat:  I/M 

CI  ITI  ID C 

FFOS: 
Payments: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

County:    St.  Louis 
Route:      IS  270 

Add  a  right  turn  lane  at  the  intersection  of  northbound  1-270  and  eastbound  Rte.  180. 
Maximum  CMAQ  funding  -  $253,600. 

Engineering: 

36 

0 

0 

0 

0 

Job  No.:  612252 

R/W: 

0 

0 

0 

0 

0 

Length:  0.50 

MPO:  Y 

Construction: 

385 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   Fed:       254      State:        167      Local:  0 

FFOS: 

254 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1         Summer  09      Anticipated  Fed  Cat:  C.M.A.Q. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 17  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis 

Safety  improvement  at  Clayton  Road. 

Engineering: 

19 

0 

0 

0 

0 

Route:      OR  270 
Job  No.:  6S2182 

R/W: 

0 

0 

0 

0 

0 

Length:  0.10 

MPO:  Y 

Construction: 

61 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:          49  State: 

31    Local:  0 

FFOS: 

60 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

p^ard         Spring  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      MO  30 
Job  No.:  6S2054 

Add  left  turn  lane  for  dual  westbound  lanes  on  Rte.  30,  add  left  turn  lane  for  dual 
northbound  lanes  on  Rte.  21,  and  add  right  turn  lane  on  eastbound  Rte.  30.  Maximum 

Engineering: 

132 

0 

0 

0 

0 

CMAQ  funds  -  $2.52  million. 

R/W: 

0 

0 

0 

0 

0 

Length:  0.22 

MPO:  Y 

Construction: 

1,637 

0 

0 

0 

0 

Fund  Cat:Major  Projects  &  Emerging  Needs                                                   Fed:      1,310       State:       459     Local:  0 

FFOS: 

1,310 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date            Fall  09            Anticipated  Fed  Cat:  C.M.A.Q. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Resurfacing  between  Rte.  340  and  Lindbergh  Boulevard  on  Old  Olive  Street  Road. 

Engineering: 

168 

0 

0 

0 

0 

Route:      OR  340 
Job  No.:  6S1983 

R/W: 

10 

0 

0 

0 

0 

Length:  0.09 

MPO:  Y 

Construction: 

1,390 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:       1,112  State: 

456   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

DaT™1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Replace  lighting  facilities  at  Rte.  67. 

Engineering: 

27 

0 

0 

0 

0 

Route:      MO  340 
Job  No.:  6S2176 

R/W' 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

390 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         312  State: 

105    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

DaT"1          Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      MO  364 
Job  No.:  6U1045B 

Grading,  paving  and  bridges  from  Bennington  Road  to  1-270.  Add  lanes  and  reconstruct 
westbound  Rte.  D  ramps  at  1-270.  Project  involves  new  bridges.  Amendment  3  new  major 
project. 

Engineering: 
R/W: 

1,501 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.48 

MPO:  Y 

Construction: 

22,644 

0 

0 

0 

0 

Fund  Cat:  Amendment  3 

AC-State:      19,316  State: 

4,829    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 18  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H*jne<57J>52S-S<WS  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis 
Route:      MO  367 
Job  No.:  6P2164 
Length:  3.05 

Pavement  treatment  from  0.25  mile  south  of  1-270  to  the  St.  Louis  City  limits. 

BETTER 
ROADS 

MPO:  Y 

Engineering: 
R/W: 
Construction: 

117 
0 

1,079 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 

AC-State:         863  State: 
Dat™1          Winter  10        Anticipated  Fed  Cat:  S.T.P. 

333    Local:  0 

BKICjm  1  LK 

FUTURE 

FFOS: 
Payments: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

County:    St.  Louis 
Route:      US  40 
Job  No.:  6P1884 

Replace  bridge  at  Rte.  40  westbound  on-ramp  from  Chesterfield  Airport  Road.  Project 
involves  bridge  A2168. 

Engineering: 
R/W: 

136 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.12 

MPO:  Y 

Construction: 

620 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       496      State:        260      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date^          Winter  10        Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Rehabilitate  bridge  at  Rte.  340.  Project  involves  bridge  A1681. 

Engineering: 

52 

0 

0 

0 

0 

Route:      US  40 
Job  No.:  6P1900 

R/W: 

0 

0 

0 

0 

0 

Length:  0.09 

MPO:  Y 

Construction: 

681 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        545  State: 

188    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

DaT"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      US  40 
Job  No.:  6P1901 

Rehabilitate  bridge  at  the  Spirit  of  St.  Louis  Boulevard  overpass.  Project  involves  bridge 
A2169. 

Engineering: 
R/W' 

82 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.10 

MPO:  Y 

Construction: 

917 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         734  State: 

265    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

DaT"1          Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Rehabilitate  westbound  bridge  over  Missouri  River.  Project  involves  bridge  J1000R. 

Engineering: 

169 

0 

0 

0 

0 

Route:      US  40 
Job  No.:  6P1977 

R/W: 

0 

0 

0 

0 

0 

Length:  0.22 

MPO:  Y 

Construction: 

1,662 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      1,330       State:       501     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date^         Spring  10        Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 19  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis 
Route:      US  40 
Job  No.:  6Q2038C 

ITS  operations,  staff  and  equipment  at  the  Transportation  Management  Center  (TMC) 
building. 

Engineering: 
R/W: 

1 

n 
u 

0 

n 
U 

0 
u 

0 

n 
u 

0 

ft 

u 

Length:  0.21 

MPO:  Y 

Construction: 

850 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          851  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

ITS  operations  at  the  Transportation  Management  Center  (TMC)  building. 

Engineering: 

1 

0 

0 

0 

0 

Route:      US  40 
Job  No.:  6Q2038D 

R/W: 

n 
U 

ft 
U 

u 

n 
U 

ft 
U 

Length:  0.21 

MPO:  Y 

Construction: 

1,400 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,120     State:     281  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1         N/A               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Purchase  of  ITS  equipment  for  6Q2036,  6Q2037  and  6Q2037H. 

Engineering: 

1 

0 

0 

0 

0 

Route:      US  40 
Job  No.:  6Q2038F 

R/W: 

n 
U 

ft 
U 

u 

ft 
U 

ft 
U 

Length:  0.21 

MPO:  Y 

Construction: 

750 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         600    State:      151  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

A™rd         2010               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      US  40 
Job  No.:  6Q2039C 

ITS  operations,  staff  and  equipment  at  the  Transportation  Management  Center  (TMC) 
building 

Engineering: 
R/W: 

0 

n 
U 

1 

ft 
U 

0 
u 

0 

ft 
U 

0 

ft 
U 

Length:  0.21 

MPO:  Y 

Construction: 

0 

901 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          902  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

ITS  operations  at  the  Transportation  Management  Center  (TMC)  building. 

Engineering: 

0 

1 

0 

0 

0 

Route:      US  40 
Job  No.:  6Q2039D 

R/W: 

0 

0 

0 

0 

0 

Length:  0.21 

MPO:  Y 

Construction: 

0 

1,473 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,178     State:     296  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

A™rd         2011               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  20  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis 

ITS  system  upgrades  at  the  Transportation  Management  Center  (TMC)  building. 

Engineering: 

0 

1 

0 

0 

0 

Route:      US  40 
Job  No.:  6Q2039F 

R/W: 

n 
u 

n 
U 

u 

n 
u 

n 
u 

Length:  0.21 

MPO:  Y 

Construction: 

0 

788 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         630    State:      159  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

^™'d         2011               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      US  40 
Job  No.:  6Q2246C 

ITS  operations,  staff  and  equipment  at  the  Transportation  Management  Center  (TMC) 
building. 

Engineering: 
R/W: 

0 

n 
U 

0 
n 

U 

1 

0 

ft 
U 

0 

ft 
U 

Length:  0.21 

MPO:  Y 

Construction: 

0 

0 

928 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          929  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          2012               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

ITS  operations  at  the  Transportation  Management  Center  (TMC)  building. 

Engineering: 

0 

0 

1 

0 

0 

Route:      US  40 
Job  No.:  6Q2246D 

R/W: 

n 
U 

U 

U 

ft 
U 

ft 
U 

Length:  0.21 

MPO:  Y 

Construction: 

0 

0 

1,517 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,214     State:     304  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

^™rd         2012               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

ITS  system  upgrades  at  the  Transportation  Management  Center  (TMC)  building. 

Engineering: 

0 

0 

1 

0 

0 

Route:      US  40 
Job  No.:  6Q2246F 

R/W: 

U 

0 

0 

0 

0 

Length:  0.21 

MPO:  Y 

Construction: 

0 

0 

812 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         650    State:      163  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

^™rd         2012               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Pavement  treatment  from  east  of  Williams  Creek  to  the  commuter  parking  lot  entrance. 

Engineering: 

68 

0 

0 

0 

0 

Route:     OR  44 
Job  No.:  611967 

R/W: 

0 

0 

0 

0 

0 

Length:  0.85 

MPO:  Y 

Construction: 

553 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         442    State:      179  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

DaT™1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  21  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigcncy  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis 
Route:      IS  44 
Job  No.:  612009 
Length:  13.62 

Restripe  existing  roadway  back  to  4  lanes  in  each  direction  and  resurface  pavement  from 
the  Meramec  River  to  1-55. 

ROADS 

MPO:  Y 

Engineering: 
R/W" 
Construction: 

583 
0 

7,689 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:      6,920  State: 

1,352    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1         Fal109            Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:     IS  44 
Job  No.:  612168 

Bridge  rehabilitation  from  Mraz  overpass  to  Rte.  141.  Project  included  bridges  A3638, 
A3856,  A0775,  and  A3998. 

Engineering: 
R/W: 

199 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  2.42 

MPO:  Y 

Construction: 

1,734 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      1,387       State:       546     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date^         Winter  10        Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Expand  existing  park  and  ride  facility  at  Rte.  141.  Maximum  CMAQ  funds  $160,000. 

Engineering: 

18 

0 

0 

0 

0 

Route:     OR  44 
Job  No.:  612253 

R/W' 

0 

0 

0 

0 

0 

Length:  0.09 

MPO:  Y 

Construction: 

227 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       160      State:        85    Local:  0 

FFOS: 

160 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1         Summer  09      Anticipated  Fed  Cat:  C.M.A.Q. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

ITS  operation  and  expansion  from  Allenton  Road/Six  Flags  exit  to  Rte.  50. 

Engineering: 

20 

150 

100 

268 

0 

Route:     IS  44 
Job  No.:  6Q2039 

R/W: 

0 

0 

0 

0 

0 

Length:  14.43 

MPO:  Y 

Construction: 

0 

0 

0 

3,464 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:       2,771  State: 

1,231    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

^M          2013               Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:     US  61 
Job  No.:  6S2165 
Length:  2.78 

Pavement  treatment  from  Rte.  21  to  Mehl. 

MPO:  Y 

ROADS 

Engineering: 
R/W: 
Construction: 

121 
0 

1,134 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 

AC-State:        907  State: 
Dat3rd         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

348    Local:  0 

lilvK.iM  1  1  K 

FUTURE 

FFOS: 
Payments: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  22  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis 

Replace  lighting  facilities  at  Clayton  Road.  Funding  from  District  Operating  budget. 

Engineering: 

n 
u 

n 
u 

n 
u 

n 
u 

Route:     US  61 
Job  No.:  6S2216 

R/W: 

0 

0 

0 

0 

0 

Length:  0.10 

MPO:  Y 

Construction: 

265 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:          212  State: 

88  Local:  0 

FFOS: 

260 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Dat^         Spring  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      US  67 

ADA  Sidewalk  improvements  on  Rte.  67  from  1-270  to  Old  St.  Charles  Rd.;  and  on  Rte.  AC 
from  Rte.  67  (Lindbergh)  to  1-270.  *Economic  Recovery  Project* 

Engineering: 

229 

0 

0 

0 

0 

Job  No.:  6P2283 

R/W: 

0 

0 

0 

0 

0 

Length:  7.54 

mpo:  y  ^^Reai 

Construction: 

2,000 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:      2,000       State:  2 

29     Local:  0 

FFOS: 

2,000 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date            Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:      US  67 
Job  No.:  6P2300 

Signal  and  lighting  facilities  at  the  intersection  with  Schuetz  and  Baur  Rd.  Funding  from 
District  Operating  budget. 

Engineering: 
R/W: 

30 

n 
U 

0 
u 

0 

0 

ft 

u 

0 
u 

Length:  0.04 

MPO:  Y 

Construction: 

214 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:          171  State: 

73   Local:  0 

FFOS: 

210 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Dat3"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Provide  ITS  devices  from  Rte.  267  to  the  Missouri  River. 

Engineering: 

110 

0 

0 

0 

0 

Route:      US  67 
Job  No.:  6Q2037H 

R/W' 

0 

0 

0 

0 

0 

Length:  37.01 

MPO:  Y 

Construction: 

1,234 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        987  State: 

357    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1         fall  09            Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Rehabilitate  bridge  at  Earth  City  Expressway.  Project  involves  bridge  A3207. 

Engineering: 

30 

65 

76 

0 

0 

Route:      IS  70 
Job  No.:  612004 

R/W: 

0 

0 

0 

0 

0 

Length:  0.10 

MPO:  Y 

Construction: 

0 

0 

1,099 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:      879     State:        391      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          2012               Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  23  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H*jne<57J>52S-S<WS  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis 
Route:     IS  70 
Job  No.:  612005 

Rehabilitate  bridge  on  the  westbound  Blanchette  bridge  over  the  Missouri  River.  Project 
involves  bridge  L0561. 

Engineering: 
R/W' 

400 
0 

400 
0 

4,628 
0 

0 
0 

0 
0 

Length:  0.34 

MPO:  Y 

Construction: 

0 

0 

65,358 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:    56,628      State:     14,158      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          2012               Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:     IS  70 
Job  No.:  612024 
Length:  2.61 

Pavement  treatment  from  1-270  to  Fee  Fee  Road. 

MPO:  Y 

BETTER 
ROADS 

Engineering: 
R/W" 
Construction: 

10  / 
0 

1,706 

n 
u 

0 

0 

n 
u 

0 

0 

n 
0 
0 

n 
u 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:        1,535  State: 

338   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

DaT"1         Winter  10        Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 
Route:     IS  70 

Restripe  roadway  to  provide  3  lanes  each  direction  from  1-270  to  1-170.  Project  is  to 
restripe  back  to  the  3  lanes  after  1-64  construction  is  complete. 

Engineering: 

213 

0 

0 

0 

0 

Job  No.:  6I2106B 

R/W: 

0 

0 

0 

0 

0 

Length:  6.22 

MPO:  Y 

Construction: 

1,645 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,480  State: 

378  Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

Date"1         Winter  10        Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Resurfacing  and  roadway  improvements  from  1-270  to  Rte.  141. 

Engineering: 

212 

0 

0 

0 

0 

Route:      RT  AB 
Job  No.:  6S2081 

R/W: 

1  A 
1U 

0 

0 

0 

0 

Length:  3.22 

MPO:  Y 

Construction: 

1,774 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,419  State: 

577   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

DaT"1          Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Bridge  improvements  over  Caulks  Creek.  Project  involves  bridge  Z0787. 

Engineering: 

40 

86 

0 

0 

0 

Route:     RT  CC 
Job  No.:  6S1980 

R/W: 

0 

0 

0 

0 

0 

Length:  0.10 

MPO:  Y 

Construction: 

0 

956 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        765  State: 

317    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

^™rd         2011               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  24  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis 

Resurfacing  from  Rte.  115  (Natural  Bridge  Road)  to  Rte.  180  (St.  Charles  Rock  Road). 

Engineering: 

99 

0 

0 

0 

0 

Route:      RT  EE 
Job  No.:  6S1973 

R/W: 

0 

0 

0 

0 

0 

Length:  1.37 

MPO:  Y 

Construction: 

1,083 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         866  State: 

316    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Dat3rd          Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis 

Pavement  treatment  and  curb  repair  from  Conway  Road  to  Rte.  100. 

Engineering: 

15 

189 

0 

0 

0 

Route:     RT  JJ 
Job  No.:  6S1859 

R/W: 

0 

0 

0 

0 

0 

Length:  2.26 

MPO:  Y 

Construction: 

0 

2,688 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        2,150  State: 

742    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

^™rd         2011               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 
Route:      MO  30 
Job  No.:  6P2282 

Complete  signal  and  lighting  facility  reconstruction  with  new  ADA  facilities  at  Nebraska 
Avenue. 

Engineering: 
R/W' 

31 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.10 

MPO:  Y 

Construction: 

300 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       270      State:         61     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Urban  Safety 

Dat^         Spring  10        Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 

Replace  bridge  over  Arsenal  Street.  Project  involves  bridge  A2304. 

Engineering: 

276 

0 

0 

0 

0 

Route:     IS  44 
Job  No.:  611968 

R/W' 

0 

0 

0 

0 

0 

Length:  0.12 

MPO:  Y 

Construction: 

2,624 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      2,099       State:       801     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          Fal109            Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 
Route:     IS  55 
Job  No.:  6I1541C 

Replace  bridges  at  Delor  Street  and  Holly  Hills  Road  over  1-55.  Project  involves  bridges 
A1081R  and  A1078R. 

Engineering: 
R/W: 

390 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.20 

MPO:  Y 

Construction: 

3,053 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:      2,442  State: 

1,001    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          Spring  10         Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  25  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:    St.  Louis  City 
Route:      IS  55 
Job  No.:  612080 
Length:  1.63 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Roadway  improvements  from  south  of  the  Poplar  Street  Bridge  to  the  I-44/I-55 
interchange. 

ROADS 


MPO:  Y 


Award 
Date: 


AC-State: 


Winter  10        Anticipated  Fed  Cat:  I/M 


1,032     State:     244  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


129 
0 

1,147 


0  0 
0  0 
0  0 


County:    St.  Louis  City 
Route:      IS  64 
Job  No.:  610985 
Length:  3.52 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  lighting  on  double  deck  structure  and  Poplar  Street  Bridge  from  east  of 
Kingshighway  to  Poplar  Street  Bridge.  Project  involves  bridges  A15017,  A15172  and 
A15231. 


MPO:  Y 


Award 
Date: 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


9,560    State:     1,848    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


50 
0 
0 


50  686 
0  0 
0  10,622 


County:    St.  Louis  City 
Route:     IS  64 
Job  No.:   610985 J 
Length:  0.22 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Seismic  retrofit  and  replace  drainage  system  from  west  of  1 1th  Street  to  west  of  7th  Street. 
Project  involves  bridge  A15017. 


MPO:  Y 


Award 
Date: 


Fall  09 


AC-State:      10,425     State:    2,046    Local:  0 
Anticipated  Fed  Cat:  I/M 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


888 
0 

11,583 


County:    St.  Louis  City 
Route:     IS  64 
Job  No.:  6I0985M 
Length:  0.16 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Seismic  retrofit  work  next  to  General  Services  Administration  federal  building  between 
11th  Street  and  14th  Street.  Project  involves  bridge  A15017. 


MPO:  Y 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  I/M 


4,342     State:     864  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


381 
0 

4,825 


County:    St.  Louis  City 
Route:      IS  64 
Job  No.:  6I0985O 
Length:  0.23 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Seismic  retrofit,  replace  drainage  system  and  bridge  maintenance  from  20th  Street  to  21st 
Street.  Includes  retrofit  at  Ramp  O.  Project  involves  bridges  A15017  and  A15231. 


MPO:  Y 


Award 
Date: 


AC-State: 

Summer  10      Anticipated  Fed  Cat:  I/M 


6,437    State:     1,288    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


50 
0 
0 


523 
0 

7,152 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  26  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis  City 
Route:     IS  64 
Job  No.:  6I0985P 

Bridge  maintenance  from  7th  Street  to  21st  Street.  3  disconnected  sections  -  7th  Street  to 
14th  Street,  16th  Street  to  18th  Street  and  20th  Street  to  21st  Street. 

Engineering: 

618 

0 

0 

0 

0 

R/W" 

0 

0 

0 

0 

0 

Length:  1.22 

MPO:  Y 

Construction: 

8,568 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:      7,711  State: 

1,475    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

DaT"1         Winter  10        Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 
Route:     IS  64 
Job  No.:  611248 

Add  ramps  and  auxiliary  lanes  at  Tower  Grove  Ave  and  replace  Newstead  Ave,  Tower 
Grove  Ave  and  Taylor  Ave  bridges  from  Kingshighway  Blvd  to  Boyle  Ave.  Cost  share 
project  with  Washington  University  Medical  Center.  $4  million  in  2012  and  2013. 

Engineering: 
R/W" 

50 
0 

50 
0 

50 
21 

982 
0 

0 
0 

Length:  0.10 

MPO:  Y 

Construction: 

0 

0 

0 

16,213 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:     9,691    State:   247  Local:  7,428 

FFOS: 

0 

0 

20 

14,837 

0 

Sec  Cat:  System  Expansion 

^M          2013               Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 

Replace  bridge  at  Jefferson  Avenue.  Project  involves  bridge  A0839R. 

Engineering: 

50 

521 

0 

0 

0 

Route:     IS  64 
Job  No.:  611897 

R/W" 

0 

0 

0 

0 

0 

Length:  0.47 

MPO:  Y 

Construction: 

0 

7,687 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:     6,150      State:      2,108      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          Falll°            Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 
Route:     IS  64 
Job  No.:  612022 

Bridge  deck  repair  and  resurface  the  westbound  1-64  off-ramp  at  9th  Street.  Project 
involves  bridge  A1516. 

Engineering: 
R/W" 

209 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.75 

MPO:  Y 

Construction: 

2,676 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      2,141       State:       744     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          Fal109            Anticipated  Fed  Cat:  Bridge 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 
Route:     IS  70 
Job  No.:  610984 

Construct  new  Mississippi  River  Bridge  over  Mississippi  River.  Project  let  by  MoDOT  with 
$213  million  in  funding  from  IDOT,  a  SAFETEA-LU  earmark  of  $75  million  for  Missouri 
and  a  GARVEE  loan. 

Engineering: 
R/W: 

16,946 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.10 

MPO:  Y 

Construction: 

190,563 

0 

0 

0 

0 

Fund  Cat:Major  Projects  &  Emerging  Needs                                                   AC-State:    13,557  State:  3,389  Local:  190,563 

FFOS: 

190,563 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date^         Fa" "            Anticipated  Fed  Cat:  Earmark 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  27  District  6  TMA 


Dollars  in  Thousands 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis  City 
Route:     IS  70 
Job  No.:  6I0984B 

Construct  new  Mississippi  River  Bridge  from  North  Broadway  to  the  Missouri  approach  of 
the  Mississippi  River.  Project  let  by  MoDOT  with  $213  million  in  funding  from  IDOT,  a 
SAFETEA-LU  earmark  of  $75  million  for  Missouri  and  a  GARVEE  loan. 

Engineering: 
R/W" 

1,374 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  1.44 

MPO:  Y 

Construction: 

17,435 

0 

0 

0 

0 

Fund  Cat: Major  Projects  &  Emerging  Needs                                                AC-State:      15,047  State: 

3,762    Local:  0 

FFOS: 

17,435 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date^         Fa" "            Anticipated  Fed  Cat:  Earmark 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 
Route:     IS  70 
Job  No.:  6I0984C 

Construct  new  Mississippi  River  Bridge  from  the  Mississippi  River  to  Rte.  3  in  Illinois 
(Illinois  approach).  Project  let  by  MoDOT  with  $213  million  in  funding  from  IDOT,  a 
SAFETEA-LU  earmark  of  $75  million  for  Missouri  and  a  GARVEE  loan. 

Engineering: 
R/W" 

0 

n 
u 

0 

n 
u 

0 

n 
0 

n 
u 

0 

Length:  0.10 

MPO:  Y 

Construction: 

59,902 

0 

0 

0 

0 

Fund  Cat:Major  Projects  &  Emerging  Needs                                                AC-State:    33,767  State:  916  Local:  29,799 

FFOS: 

59,902 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Dat"^         Winter  10        Anticipated  Fed  Cat:  Earmark 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 
Route:     IS  70 

Bridge  improvements  on  Poplar  Street  Bridge.  Project  involves  bridge  A15007.  Cost 
participation  project  with  IDOT. 

Engineering: 

50 

276 

0 

0 

0 

Job  No.:  611996 

R/W: 

0 

0 

0 

0 

0 

Length:  0.77 

MPO:  Y 

Construction: 

0 

3,390 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:      1,744   State:    326  Local:  1,646 

FFOS: 

0 

1,646 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

2011                Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 
Route:     OR  70 
Job  No.:  612092 

Pavement  improvements  from  I-44/I-55  to  Washington  Avenue.  *Economic  Recovery 
Project* 

Engineering: 
R/W" 

0 

n 
u 

0 

n 
u 

0 

n 
u 

0 

n 
u 

0 

Length:  0.57 

MPO:  Y  !7/?Pc3 

Construction: 

5,000 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      5,000       State:  4 

81     Local:  0 

FFOS: 

5,000 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Award         Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 
Route:      IS  70 

Construction  of  connections  from  the  new  Mississippi  River  Bridge  to  1-70  west  and  to  St. 
Louis  City  at  Cass  Avenue.  Project  funded  with  a  GARVEE  loan. 

Engineering: 

800 

2,940 

0 

0 

0 

Job  No.:  6U1086 

R/W: 

0 

0 

0 

0 

0 

Length:  0.52 

MPO:  Y 

Construction: 

0 

46,158 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:      44,908  State: 

4,990    Local:  0 

FFOS: 

0 

44,814 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1         2011               Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  28  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Louis  City 
Route:     IS  70 
Job  No.:  6U1086C 

New  bridge  over  1-70  at  Cass  Avenue  and  pavement,  drainage,  signals,  and  lighting  at 
Broadway  and  Cass  Avenue  intersection.  Involves  bridge  A6426.  Project  funded  with  a 
GARVEE  loan. 

Engineering: 
R/W" 

75 
0 

469 
0 

0 
0 

0 

0 

0 
0 

Length:  0.52 

MPO:  Y 

Construction: 

0 

6,979 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:      6,281  State: 

1,242  Local: 

0 

FFOS: 

0 

6,776 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1         Falll°            Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 
Route:     IS  70 
Job  No.:  6U1086D 

Demolition  contract  for  the  Mississippi  River  Bridge  projects  from  the  new  MRB  to  1-70 
west  and  to  St.  Louis  City  at  Cass  Avenue.  Funding  from  a  GARVEE  loan. 

Engineering: 
R/W: 

168 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.52 

MPO:  Y 

Construction: 

1,726 

0 

0 

0 

0 

Fund  Cat: Major  Projects  &  Emerging  Needs                                                AC-State:        1,553  State: 

341  Local: 

0 

FFOS: 

1,726 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

DaT"1          Spring  10         Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 

Rehabilitate  bridge  at  Adelaide  Avenue.  Project  involves  bridge  A7165. 

Engineering: 

761 

0 

0 

0 

0 

Route:      RT  H 
Job  No.:  6S1972 

R/W: 

0 

0 

0 

0 

0 

Length:  0.10 

MPO:  Y 

Construction: 

10,813 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:     8,650      State:      2,924  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date^          Summer  09      Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

0 

0 

0 

0 

County:    St.  Louis  City 

Municipal  dock  improvements.  *Economic  Recovery  Project* 

Engineering: 

57 

0 

0 

0 

0 

Route:     St.  Louis  Regional  Port 
Job  No.:  6W0001 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

mpo:  y  ^^Reai 

/ 

Construction: 

343 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       343      State:  5 

1  'Local: 

0 

FFOS: 

343 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

DaT"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

On-call  interstate  concrete  pavement  repair  at  various  locations  in  St.  Louis  metro  area. 

Engineering: 

28 

0 

0 

0 

0 

Route:  Various 
Job  No.:  2I2162K 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

395 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:  423 

Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date^         Spring  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  29  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 
Route:  Various 
Job  No.:  2I2162L 

On-call  interstate  asphalt  pavement  repair  at  various  locations  in  Franklin  and  Jefferson 
Counties. 

Engineering: 
R/W: 

28 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  Y 

Construction: 

395 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:         423      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date'''          Spring  10         Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  2I2162M 

On-call  interstate  asphalt  pavement  repair  at  various  locations  in  St.  Charles  and  St.  Louis 
Counties  and  St.  Louis  City. 

Engineering: 
R/W: 

28 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  Y 

Construction: 

395 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:         423      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date-            Spring 10         Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Asphalt  shoulder  repair  on  various  major  routes  in  District  6. 

Engineering: 

31 

0 

0 

0 

0 

Route:  Various 
Job  No.:  6I2123B 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

304 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:          243    State:      92   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1         sPril,g  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  612171 

Bridge  maintenance  at  various  locations  in  St.  Louis  County,  St.  Louis  City  and  Jefferson 
County. 

Engineering: 
R/W: 

115 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  Y 

Construction: 

1,020 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         816    State:      319    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

Roadway  improvements  on  various  routes  in  District  6. 

Engineering: 

50 

72 

0 

0 

0 

Route:  Various 
Job  No.:  6L1100 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

925 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State:         1,047        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

Date"1          2011                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  30  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009-      7/2010-      7/2011-      7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 

County:    Various                          Milling  rumble  strips  in  the  edgeline  on  various  major  routes  in  District  6.  Funded  by 

...                               MoDOT  Operations. 
Route:      Various  r 

Job  No.:  6P1979 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Safety                                                                                          Fed:        0  State:          439       Local:  0 
Sec  Cat:  Safety                            n^hr           Spring  10        Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

29              0              0              0  0 
0              0              0              0  0 
410              0              0              0  0 

410              0              0              0  0 
0              0              0              0  0 

County:    Various                          Bridge  improvements  on  various  routes  in  the  St.  Louis  area. 
Route:  Various 
Job  No.:  6P2040 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:      24,224    State:    6,056    Local:  0 
Sec  Cat:  Rehab  And  Reconst            Date^          2011                Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

1         1,892              0             0  0 
0             0             0             0  0 
0       28,387              0              0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    Various                          Pavement  treatments  on  various  routes  in  the  St.  Louis  area. 
Route:  Various 
Job  No.:  6P2041 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:      4,202    State:    1,403    Local:  0 
Sec  Cat:  Rehab  And  Reconst           Dte-           2011               Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

1           351               0              0  0 
0              0              0              0  0 
0         5,253              0              0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    Various                          Bridge,  pavement  and  traffic  systems  preservation  and  operational  improvements  on 

„    ,       ...                               various  routes  in  the  St.  Louis  area. 
Route:  Various 

Job  No.:  6P2044 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:       2,256     State:     753   Local:  0 
Sec  Cat:   Preventative  Maint             Dat^          N/A                Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

0           189             0             0  0 
0              0             0             0  0 
0        2,820             0             0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    Various                           Signal  optimizations  in  St.  Louis,  St.  Charles  and  Jefferson  Counties. 

.                                Maximum  CMAQ  funds  -  $279,000. 
Route:  Various 

Job  No.:  6P2256 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:        11     State:          3  Local:  0 
Sec  Cat:  Systems  Operations           DaT"'                             Anticipated  Fed  Cat:  C.M.A.Q. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

0              0              0              0  0 
0              0              0              0  0 
14              0              0              0  0 

11               0              0              0  0 
0              0              0              0  0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4 -31  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 
Route:  Various 
Job  No.:  6P2258 

Provide  traffic  signal  interconnect  and  networking  system  Rte.  67  from  Rte.  94  to  Rte.  367, 
Rte.  AC  from  Hazelwood  Central  to  Rte.  67  and  Rte.  367  from  1-270  to  Jennings  Station 

Engineering: 

157 

0 

0 

0 

0 

Road.  Maximum  CMAQ  funds  -  $1.7  million. 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

2,139 

0 

0 

0 

0 

Fund  CatMajor  Projects  &  Emerging  Needs                                                Fed:      1,679       State:       617  Local: 

0 

FFOS: 

1,680 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date'''          Fall  09             Anticipated  Fed  Cat:  C.M.A.Q. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

On  call  work  zone  enforcement  on  various  routes. 

Engineering: 

1 

0 

0 

0 

0 

Route:  Various 
Job  No.:  6P2293 

R/W: 

n 
U 

u 

u 

ft 

u 

Length:  0.00 

MPO:  Y 

Construction: 

20 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:        18     State:          3  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Urban  Safety 

Date^                             Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

ITS  maintenance  and  operations  at  various  locations. 

Engineering: 

0 

0 

0 

1 

0 

Route:  Various 
Job  No.:  6Q2037E 

R/W: 

n 
U 

u 

u 

ft 
U 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

983 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         786    State:      198  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date^                               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  6Q2038B 

Motorists  Assist  operations  and  staff  in  District  6.  These  funds  will  be  transferred  to  the 
District  Operations  budget. 

Engineering: 
R/W: 

0 

n 
U 

0 

n 
U 

0 

0 

A 
U 

0 
u 

Length:  0.00 

MPO:  Y 

Construction: 

2,000 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State:         2,000  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

ITS  maintenance  and  operations  at  various  locations  in  District  6. 

Engineering: 

1 

0 

0 

0 

0 

Route:  Various 
Job  No.:  6Q2038E 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

900 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         720    State:      181  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  32  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 
Route:  Various 
Job  No.:  6Q2039B 

Motorist  Assist  operations  and  staff  in  District  6.  These  funds  will  be  transferred  to  the 
District  Operations  budget. 

Engineering: 
R/W: 

0 

n 
u 

0 

n 
U 

0 
u 

0 
u 

0 

n 
U 

Length:  0.00 

MPO:  Y 

Construction: 

0 

2,101 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State:         2,101  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

ITS  maintenance  and  operations  at  various  locations. 

Engineering: 

0 

1 

0 

0 

0 

Route:  Various 
Job  No.:  6Q2039E 

R/W: 

n 
U 

U 

u 

U 

Length:  0.00 

MPO:  Y 

Construction: 

0 

948 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         758    State:      191  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

A™d         2011               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  6Q2246B 

Motorists  Assist  operations  and  staff  in  District  6.  These  funds  will  be  transferred  to  the 
District  Operations  budget. 

Engineering: 
R/W: 

0 

n 
U 

0 
U 

0 

0 
u 

0 
U 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

2,164 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State:         2,164  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

A  warH 

Date            N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

ITS  maintenance  and  operations  at  various  locations. 

Engineering: 

0 

0 

1 

0 

0 

Route:  Various 
Job  No.:  6Q2246E 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

976 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         781    State:      196  Local: 

0 

FFOS: 

0 

o 

o 

o 

o 

Sec  Cat:  Systems  Operations 

Date"1         N/A               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

FFOS 

448,844 

60,000 

9,774 

15,373 

0 

Total  R/W 

7,187 

3,114 

21 

0 

0 

Total  Construction 

602,689 

151,573 

116,237 

35,216 

3,568 

Paybacks 

0 

0 

0 

0 

0 

Sub-Total 

609,876 

154,687 

116,258 

35,216 

3,568 

AC-State                 Fed                  State  Local 

Total  Engineering 

56,239 

11,936 

8,383 

2,500 

268 

344,765               260,297             148,867  245,002 

Grand  Total 

666,115 

166,623 

124,641 

37,716 

3,836 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  33  District  6  TMA 


Dollars  in  Thousands 


PAYMENT  R 


1ECTS 


•  District  Office 


District  6 


MoDOT's  St.  Louis  Area  District 


East- West  Gateway  Council  of  Governments 

(Note:  The  projects  listed  in  District  6  are  the  MoDOT  projects  that  are  part  of  the  East-West  Gateway  Council  of  Governments 

Transportation  Improvement  Program.) 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Franklin 
IS  44 
6I0735Z 
2.18 

Amendment  3 


Payment  to  the  City  of  Pacific  from  the  Cost  Share  program  for  the  acceleration  of 
6I0735D  interchange  improvements  and  Osage  Street  capacity  improvements. 


Sec  Cat:  System  Expansion 


MPO:  Y 


Award 
Date: 


N/A 


Fed:       0  State: 
Anticipated  Fed  Cat:  State 


552  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


552 
552 


County:  Franklin 
Route:      OR  44 
Job  No.:  612066 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Add  restrooms  to  the  Shaw  Nature  Reserve  in  Gray  Summit.  Non-state  SAFETEA-LU 
earmark  -  $360,000  for  preliminary  engineering  and  construction.  MoDOT  funding  the 
federal  portion  of  the  earmark  per  agreement  with  East-West  Gateway. 


0.00  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


N/A 


AC-State:  308     State:       0  Local:  0 

Anticipated  Fed  Cat:  Earmark 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


0 

308 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Jefferson 
MO  141 
6P2209 
0.10 

Safety 


Replace  traffic  signal,  lighting,  turn  lanes  and  sidewalks  at  Astra  Way.  Project  will  be  let 
by  City  of  Arnold  (STP-5403(614)  STP  funds  of  $743,037).  MoDOT  maximum 
contribution  is  $150,000.  Payback  is  in  SFY  2010. 


Sec  Cat:  Safety 


MPO:  Y 


Award 
Date: 


N/A 


Fed:       804  State: 
Anticipated  Fed  Cat:  Safety 


89  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


743 
893 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


St.  Charles 
364 

6U1028O 

12.60  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Payback  for  the  right  of  way  revolving  fund  loan  for  Page  Avenue  Phase  2  and  3  (Rte.  40  @ 
Rte.  N  to  Rte.  94  to  Jungs  Station  Road).  Total  amount  of  the  payback  is  $15  million.  The 
last  payback  is  in  2012. 


N/A 


Fed:      0  State: 
Anticipated  Fed  Cat:  State 


9,412 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


0 

3,137 


0 

3,137 


0 

3,138 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


St.  Charles 
364 

6U1028Z 

2.60  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Payback  in  amount  of  $8,835  million  in  July  2015  or  when  project  is  awarded.  Right  of 
Way  forward  funded  by  the  City  of  O'Fallon.  100%  construction  cost  paid  by  the  City  of 
O'Fallon. 


Fed:         0  State: 


0  Local: 


N/A 


Anticipated  Fed  Cat:  State 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  34  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Charles 
Route:      IS  70 
Job  No.:  611734 

Capacity  improvements  at  Fifth  Street.  MoDOT  Economic  Development/Cost  Share 
project.  MoDOT's  share  is  $300,000.  Project  will  be  administered  by  the  City  of  St. 

Engineering: 

Zl 

n 
u 

n 
u 

u 

n 
u 

Charles. 

R/W: 

0 

0 

0 

0 

0 

Length:  0.10 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   AC-State:          240    State:      81  Local: 

0 

FFOS: 

300 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

300 

0 

0 

0 

0 

County:    St.  Louis 
Route:      IS  170 

Interchange  improvements  and  sidewalks  at  Scudder  Road.  Non-state  SAFETEA-LU 
earmark  -  $1.44  million  for  preliminary  engineering. 

Engineering: 

n 
u 

n 
u 

n 
u 

n 

n 
u 

Job  No.:  612068 

R/W: 

0 

0 

0 

0 

0 

Length:  0.28 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:         134    State:      34  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date^          N,A                Anticipated  Fed  Cat:  Earmark 

Payments: 

168 

0 

0 

0 

0 

County:    St.  Louis 
Route:      US  40 

Payback  for  the  acceleration  of  6P2147.  From  cost  share  program  to  county  for  MTFC 
loan.  Up  to  a  maximum  of  $1,392,659  in  2011. 

Engineering: 

n 
u 

n 
u 

n 
u 

n 

n 
u 

Job  No.:  6P2147Z 

R/W: 

0 

0 

0 

0 

0 

Length:  0.10 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:      0  State:        1,393  Local: 

0 

FFOS: 

0 

1,393 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date            N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

1,393 

0 

0 

0 

County:    St.  Louis 
Route:  64 

Payback  for  project  610978  (e/o  1-270  to  w/o  Sarah).  District  6  will  be  paying  $13.5  million 
per  year  from  2011  to  2025. 

Engineering: 

n 
u 

n 
u 

u 

n 
u 

n 
u 

Job  No.:  6I0978Z 

R/W: 

U 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:      0  State:       54,000  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

13,500 

13,500 

13,500 

13,500 

County:    St.  Louis 
Route:     RT  CC 

Replace  bridge  over  Bonhomme  Creek  at  Long  Road.  Project  involves  bridge  Z0786R. 
$1.4  million  for  payment  to  St.  Louis  County. 

Engineering: 

0 

0 

0 

0 

0 

Job  No.:  6S1806 

R/W: 

0 

0 

0 

0 

0 

Length:  0.13 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State:         1,400  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

1,400 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  35  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


St.  Louis 

CST  HANLEY  RD 
600009 

1.94  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Widen  and  replace  ramp  and  sidewalks  from  1-64  to  Laclede  Station  Road.  Non-state 
SAFETEA-LU  earmark  -  S7.2  million  for  preliminary  engineering  in  2007  and  right  of  way 
in  2008.  St.  Louis  County  is  project  sponsor. 


N/A 


AC-State:         4,800      State:      0  Local:  0 
Anticipated  Fed  Cat:  Earmark 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


0 

4,800 


County:    St.  Louis  City 
Route:      IS  270 
Job  No.:  612014 
Length:  0.53 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Bridge  improvements  on  the  Chain  of  Rocks  Bridge.  Cost  shown  is  MoDOT's  share.  Let  by 
IDOT.  Project  involves  bridge  A0890. 


MPO:  Y 


Award 
Date: 


N/A 


Fed:       0  State: 
Anticipated  Fed  Cat:  State 


4,376 


Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


125 
0 
0 


273 
0 
0 


0 

3,978 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


St.  Louis  City 
IS  44 
6I2069B 


Add  left-turn  lane,  improve  intersection  and  replace  ramps  at  Kingshighway  and  Shaw 
Avenue.  Non-state  SAFETEA-LU  earmark  -  $860,000  for  engineering  and  construction. 
MoDOT  funding  the  federal  portion  of  the  earmark  per  agreement  with  East-West 
Gateway. 


0.22  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Sec  Cat:  System  Expansion 


N/A 


AC-State:  702  State: 

Anticipated  Fed  Cat:  Earmark 


0  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


0 

702 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


St.  Louis  City 
IS  70 
6I0984Z 

0.52  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


GARVEE  Payback  for  610984  and  6U1086  to  construct  new  Mississippi  River  Bridge. 


N/A 


Fed:      0  State: 
Anticipated  Fed  Cat:  State 


35,200 


Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


0 

8,800 


0 

:,800 


0 

8,800 


0 

8,800 


County:    St.  Louis  City 
Route:      MO  799 
Job  No.:  612019 
Length:  0.35 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Payment  to  IDOT  for  deck  seal  on  the  Martin  Luther  King  Bridge.  Cost  shown  is 
MoDOT's  50%  share.  Let  by  IDOT.  Project  involves  bridge  A4856. 


MPO:  Y 


Award 
Date: 


N/A 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


306 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


0 

306 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  36  District  6  TMA 


Dollars  in  Thousands 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 

Route: 

Job  No.: 
Length: 
Fund  Cat: 


St.  Louis  City 

CST  LOUGHBOROUGH 

AVE 

600014 

0.04 

Taking  Care  Of  System 


Widen  bridge  from  Loughborough  Drive  to  1-55  interchange.  Initial  payment  of  $136,000 
to  occur  in  SFY  2007  and  final  payment  in  SFY  2010.  MoDOT's  total  contribution  is 
$714,000.  St.  Louis  City  is  the  project  sponsor. 


Sec  Cat:  Rehab  And  Reconst 


MPO:  Y 


Award 
Date: 


N/A 


AC-State: 


Anticipated  Fed  Cat:  S.T.P. 


578  State: 


0  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


0 

578 


County:    St.  Louis  City 
Route:      CST  S  GRAND  AVE 
Job  No.:  600012 
Length:  0.41 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge,  pedestrian  facility  and  transit  improvements  over  Mill  Creek  from 
Chouteau  Avenue  to  1-64.  Non-state  SAFETEA-LU  earmark,  $2.52  million  in  2008. 
MoDOT  funding  federal  portion  of  earmark  per  agreement  with  East-West  Gateway.  Let 
by  St.  Louis  City. 

MPO:  Y 


Award 
Date: 


N/A 


AC-State:         2,520      State:      0  Local:  0 
Anticipated  Fed  Cat:  Earmark 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


0 

2,520 


County:    St.  Louis  City 
Route:      CST  S  GRAND  AVE 
Job  No.:  6O0012B 
Length:  0.41 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge,  pedestrian  facility  and  transit  improvements  over  Mill  Creek  from 
Chouteau  Avenue  to  1-64.  Non-state  SAFETEA-LU,  $13.5  million  above  the  line  in  2008. 
MoDOT  funding  federal  portion  of  earmark  per  East-West  Gateway  agreement.  Let  by  St. 
Louis  City. 

MPO:  Y 


Award 
Date: 


N/A 


AC-State:         13,500      State:     0  Local:  0 
Anticipated  Fed  Cat:  Earmark 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


13,500 
13,500 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


St.  Louis  City 
CST  SHAW  BLVD 
612069 


Sidewalks,  streetscape  improvements,  and  lighting  on  Shaw  Boulevard  from  Kingshighway 
to  Tower  Grove  and  south  to  Magnolia.  Non-state  SAFETEA-LU  earmark  -  $2,610,400. 
MoDOT  is  funding  the  federal  portion  of  the  earmark  per  agreement  with  East- West 
Gateway  Coordinating 


0.57  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Sec  Cat:  System  Expansion 


N/A 


AC-State:  1,656      State:      0  Local:  0 

Anticipated  Fed  Cat:  Earmark 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


0 

1,656 


County:    St.  Louis  City 
Route:      CST  TUCKER  BLVD 
Job  No.:  600013 
Length:  0.48 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


New  structures,  pavement  and  roadway  improvements  between  O'Fallon  St.  and 
Washington  Ave.  (In  cooperation  with  St.  Louis  City  and  the  Mississippi  River  Bridge 
Team).  To  be  awarded  by  St.  Louis  City.  S2.6M  for  RW  SAFETEA-LU  earmark. 
*Economic  Recovery  Project* 

MPO:  Y 

AC-State:  18,4"6! 

Award 
Date: 


N/A 


Anticipated  Fed  Cat:  Earmark 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


17,000 
18,840 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  37  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

1117  Si.  Mji>*  lilviL 

P.O.  Bos  210 
Jettison  Cii>.  MO 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010- 
6/2011 


7/2011- 
6/2012 


7/2012- 
6/2013 


7/2013- 
6/2014 


County: 

Various 

Route: 

Various 

Job  No.: 

5B0800U 

Length: 

0.00 

Fund  Cat 

Taking  Care  Of  System 

Sec  Cat: 

Rehab  And  Reconst 

Payback  for  Safe  and  Sound  bridges  for  District  6. 


MPO:  Y 


Award 
Date: 


N/A 


Fed:  4,784 
Anticipated  Fed  Cat:  Bridge 


State:      1,196  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


0 

1,495 


0 

1,495 


0 

1,495 


0 

1,495 


FFOS 
TotafR/W 
Total  Construction: 
Paybacks 


Sub-Total 


AC-State 
42,901 


Fed 
5,588 


State 
108,416 


Local 
0 


Total  Engineering 
Grand  Total 


31,543 
0 
0 

48,802 


1,393 

 "6" 

o 

32,303 


552 

 o" 

0 

27,791 


0 
5" 
0 

23,795 


48,802       32,303       27,791  23,795 


146 
48,948 


273 
32,576 


0 

27,791 


0 

23,795 


0 
0 
0 

23,795 


23,795 


0 

23,795 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  38  District  6  TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
feffuison  City.  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 

No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Paybacks  or  projects  in  the  Amendment  3  Funding  Category. 

Incidentals  include  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

480,387 

61,393 

10,326 

15,373 

0 

Total  R/W 

7,187 

3,114 

21 

0 

0 

Total  Construction 

602,689 

151,573 

116,237 

35,216 

3,568 

Paybacks 

48,802 

32,303 

27,791 

23,795 

23,795 

Statewide  Totals 

Sub-Total 

658,678 

186,990 

144,049 

59,011 

27,363 

AC-State             Fed              State  Local 

Total  Engineering 

56,385 

12,209 

8,383 

2,500 

268 

387,666            265,885           257,283  245,002 

Grand  Total 

715,063 

199,199 

152,432 

61,511 

27,631 

Project  Count:  185 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 1 


Dollars  in  Thousands 


Bates 


St  Clair 


Joplin 


Vernon 


Barton 


Jaspa 


Cedar 


Newton 


Dade 


McDonald 


Barry 


i  District  Office 


District  7       MoDOT's  Southwest  District 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Barry 
Route:      MO  37 
Job  No.:  7P0859B 
Length:  32.54 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  from  south  of  Rte.  60  to  the  Arkansas  state  line. 


MPO:  N 


Award 
Date: 


2012 


AC-State:       5,887    State:    2,118    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


20 
0 
0 


81 
0 
0 


545 
0 

7,359 


County:  Barry 
Route:      MO  39 
Job  No.:  7S0808 
Length:  0.20 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge  over  Table  Rock  Lake  0.4  mile  south  of  Rte.  YY.  Project  involves 
bridge  A0260. 


MPO:  N 

Major  Bridge 

Award 
Date: 


2012 


Fed:      1,982  State: 
Anticipated  Fed  Cat:  Bridge 


659  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


161 
0 

2,478 


County:  Barton 
Route:     MO  126 
Job  No.:  7B0801S 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  126  over  north  Fork  Spring  River.  Funded  by  GARVEE. 
Project  involves  bridge  A0730.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


434    State:  18f 


SAFES 

s  □  y  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


76 
0 

542 


526 
0 


County:  Barton 
Route:      US  71 
Job  No.:  7B0801K 
Length:  0.07 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  71  over  BNSF  and  MNA  Railroads.  Funded  by  GARVEE. 
Project  involves  bridges  A2701  &  A0685.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


AC-State:       2,347    State:  1,00 


Summer  10      Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


419 
0 

2,934 


2,849 
0 


County:  Barton 
Route:      US  71 
Job  No.:  7P0824H 
Length:  14.20 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  of  southbound  lanes  from  2.7  miles  south  of  Rte.  126  to 
Rte.  96. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


BETTER 
ROADS 


4,220    State:     1,520    Local:  0 

BUICiFTI  [  R 


FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


465 
0 

5,275 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 1  District  7 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Bates 
Route:      US  71 
Job  No.:  7B0801H 
Length:  0.13 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  71  over  Miami  Creek  and  over  Rte.  52  Funded  by  GARVEE. 
Project  involves  bridges  A1106  and  A1995.  Part  of  the  Safe  and  Sound  progr 


MPO:  N 


Award 
Date: 


AC-State: 


3,665    State:  1,5: 


Summer  10      Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


653 
0 

4,581 


4,448 
0 


County:  Bates 
Route:      US  71 
Job  No.:  7P0824C 
Length:  31.64 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  of  southbound  and  northbound  lanes  from  Rtes.  A  and  B 
in  Bates  County  to  2  miles  north  of  Rtes.  V  and  C  in  Barton  County. 

ROADS 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


9,435    State:    3,315    Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


956 
0 

11,794 


County:  Bates 
Route:      RT  N 
Job  No.:  7B0801R 
Length:  0.02 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  N  over  Double  Branch  Creek.  Project  funded  by  GARVEE. 
Project  involves  bridge  R0205.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


371    State:  15« 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


65 
0 

464 


450 
0 


County:  Dade 
Route:     MO  245 
Job  No.:  7S0789 
Length:  0.60 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge  over  Stockton  Lake  0.1  mile  south  of  Cedar  County  line.  Project 
involves  bridge  A2084.  Project  funded  by  FHWA  FY  2009  Highway  Bridge  Program. 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:     4,240  State: 
Anticipated  Fed  Cat:  Bridge 


1,987  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


927 
0 

5,300 


5,300 
0 


County:  Dade 
Route:      RT  U 
Job  No.:  7B0801M 
Length:  0.05 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte  U  over  Big  Sac  River.  Project  funded  by  GARVEE.  Project 
involves  bridge  R0491.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


526    State:  22! 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


97 
0 

657 


657 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  2  District  7 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Jasper 
Route:     MO  171 
Job  No.:  7B0801N 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte  171  over  MNA  Railroad.  Project  funded  by  GARVEE. 
Project  involves  bridge  L0290.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


2011 


AC-State:        1,471     State:  6' 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SDJND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


275 
0 

1,839 


1,785 
0 


County:  Jasper 
Route:      MO  66 
Job  No.:  7P0842C 
Length:  0.89 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  from  Geneva  Avenue  to  Duquesne  Road  in  Joplin. 

BETTER 
ROADS 


MPO:  Y 


Award 
Date: 


Fall  10 


AC-State: 


Anticipated  Fed  Cat:  S.T.P. 


410    State:      153  Local: 


FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 
0 
0 


40 
0 

513 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Jasper 
MO  66 
7S0594 

1.58  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Capacity  improvements  from  Duquesne  Road  to  Rte.  249.  Project  involves  bridge  J0427.  $8 
million  in  funds  from  Section  1702  and  1934  of  SAFETEA-LU. 


Fall  09 


AC-State:       7,239    State:    2,790    Local:  0 
Anticipated  Fed  Cat:  Earmark 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


980 
0 

9,049 


8,000 
0 


County:  Jasper 
Route:      US  71 
Job  No.:  7P0824G 
Length:  13.07 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  of  northbound  lanes  from  1.8  miles  north  of  Rte.  160  to  0.6 
mile  south  of  Rte.  K  in  Jasper  County. 

ROADS 

AC-State:       3,739    State:     1,348    Local:  0 

Award 
Date: 


MPO:  N 


Fall  09 


Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


413 
0 

4,674 


County:  Jasper 
Route:      US  71 
Job  No.:  7P0824I 
Length:  7.58 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  of  southbound  and  northbound  lanes  from  Rte.  96  to  0.3 
mile  south  of  1-44. 

ROADS 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


2,531     State:     912    Local:  0 

r»  K I C.  i  M  1 1  k 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


279 
0 

3,164 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  3  District  7 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009-  7/2010-  7/2011-  7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 


County:  Jasper 
Route:      US  71 
Job  No.:  7P0842F 
Length:  19.43 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  of  northbound  lanes  from  0.3  mile  south  of  Rte.  H  and  Rte. 
K  to  0.2  mile  north  of  1-44. 

ROADS 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State:       5,594  State: 
Anticipated  Fed  Cat:  N.H.S. 


2,026    Local:  0 

BkICiI  i  1 1 1 \ 
FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


90 
0 
0 


538 
0 

6,992 


County:  Jasper 
Route:      RT  BB 
Job  No.:  7B0801O 
Length:  0.02 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  BB  over  Deer  Creek.  Project  funded  by  GARVEE.  Project 
involves  bridge  A1885.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


AC-State:         250    State:  10! 
Spring  10         Anticipated  Fed  Cat:  Bridge 


/U^d 

S  A  F 

E  S 

SOU 

N  D 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


46 
0 

312 


312 
0 


County:  Lawrence 
Route:      US  60 
Job  No.:  7B0801P 
Length:  0.06 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  60  over  Spring  River.  Funded  by  GARVEE.  Project  involves 
bridge  A0871.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State:         869    State:  37: 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


154 

0 

1,086 


1,054 
0 


County:  McDonald 
Route:      RT  B 
Job  No.:  7B0801Q 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  B  over  Buffalo  Creek.  Funded  by  GARVEE.  Project  involves 
bridge  X0567.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2012 


AC-State:         415    State:  17( 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


70 
0 

519 


489 
0 


County:  Newton 
Route:  MO  43 
Job  No.:  7S0858 
Length:  1.67 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  from  Rte.  FF  (32nd  Street)  to  0.5  mile  south  of  1-44  in 
Joplin. 

ROADS 


MPO:  Y 


Award 
Date: 


Fall  09 


AC-State:         762  State: 
Anticipated  Fed  Cat:  S.T.P. 


270    Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


79 
0 

953 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  4  District  7 


Dollars  in  Thousands 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Newton 
Route:      IS  44 
Job  No.:  2I2162N 
Length:  59.88 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


On-call  preventive  maintenance  and  pavement  repair  from  the  Oklahoma  state  line  to 
Greene  County. 


MPO:  Y 

Major  Bridge 

Award 
Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


423  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

395 


County:  Newton 
Route:     IS  44 
Job  No.:  710873 
Length:  3.95 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


Resurface  from  Bus.  71  (Range  Line  Road)  to  0.9  mile  east  of  Rte.  71/Rte.  249  interchange. 

BETTER 
ROADS 


MPO:  Y 

Major  Bridge 

Award 
Date: 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  I/M 


2,321     State:     477  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


219 
0 

2,579 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Newton 
IS  44 
9Q2165D 
9.80 

Safety 


Installation  of  MoDOT  furnished  video  equipment  along  1-44  in  Newton  County.  Funded 
by  MoDOT  Central  Office  and  District  7  Traffic  Operations. 


Sec  Cat:  Safety 


MPO:  Y 


Award 
Date: 


AC-State:         370    State:      127    Local:  0 
Summer  09      Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


34 
0 

463 


463 
0 


County:  Newton 
Route:      US  60 
Job  No.:  7P0866 
Length:  2.93 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  from  east  of  Rte.  E  to  0.7  mile  west  of  Rtes.  M  and  W. 

BETTER 
ROADS 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:         365    State:  1 
Anticipated  Fed  Cat:  S.T.P.  FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


42 
0 

456 


County:  Newton 
Route:      US  71 
Job  No.:  7P0842D 
Length:  8.22 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  on  disconnected  sections  from  Rte.  60  to  Rte.  59. 


BETTER 
ROADS 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


586    State:      226    Local:  0 

BKKjI  I  1  I  R 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


16 
0 
0 


64 
0 

732 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  5  District  7 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:    St.  Clair 
Route:      MO  13 
Job  No.:  7P0824D 
Length:  12.64 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  of  southbound  and  northbound  lanes  from  4.4  miles  north 
of  Rtes.  A  and  C  to  0.4  mile  south  of  Rte.  82. 

ROADS 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


1,746     State:     610   Local:  0 

BRICjH  IE  K 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


173 
0 

2,183 


County:    St.  Clair 
Route:      MO  13 
Job  No.:  7P0824F 
Length:  12.45 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  of  northbound  lanes  from  0.4  mile  south  of  Rte.  82  to  2 
miles  south  of  Rte.  UU. 

ROADS 


MPO:  N 


Award 
Date: 


Fall  09 


Anticipated  Fed  Cat:  N.H.S 


AC-State:        1,736     State:     626   Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


192 
0 

2,170 


County:    St.  Clair 
Route:      MO  13 
Job  No.:  7P0842E 
Length:  20.92 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Pavement  treatment  on  disconnected  sections  of  northbound  and  southbound  lanes  from 
4.3  miles  north  of  Rte.  A  and  Rte.  C  to  4.4  miles  south  of  Rte.  V. 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State:         681  State: 
Anticipated  Fed  Cat:  N.H.S. 


pci  i  t_  rv 
ROADS 

JTvl 

251    Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


74 
0 

851 


County:    St.  Clair 
Route:      MO  13 
Job  No.:  7P2163 
Length:  0.50 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge  over  Osage  River/Truman  Lake  0.2  mile  south  of  Rte.  B.  Project 
involves  bridge  A3648.  Project  funded  by  FHWA  FY  2009  Highway  Bridge  Program. 


MPO:  N 


Award 
Date: 


Fall  09 


Fed:     5,458  State: 
Anticipated  Fed  Cat:  Bridge 


1,364  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,022 
0 

5,800 


5,800 
0 


County:    St.  Clair 
Route:      RT  B 
Job  No.:  7B0801G 
Length:  0.13 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  over  Monegaw  Creek  and  Little  Monegaw  Creek.  Funded  by 
GARVEE.  Project  involves  bridges  A3643  and  A3642.  Part  of  the  Safe  and  S, 
program. 


MPO:  N 


Award 
Date: 


AC-State: 


Summer  09      Anticipated  Fed  Cat:  Bridge 


1,430     State:  65 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


263 
0 

1,787 


1,787 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  6  District  7 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009-  7/2010-  7/2011-  7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 


County:  Various 

Route:     US  71 

Job  No.:  7P2157 

Length:  0.00 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Begin  conversion  of  Rte.  71  to  1-49  at  various  locations  in  the  Southwest  Missouri  area. 


MPO:  Y 


Award 
Date: 


AC-State:     61,163    State:    15,291    Local:  0 
Summer  10      Anticipated  Fed  Cat:  N.H.S. 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


3,512  4,557 
0  0 
0  68,385 


County:  Various 
Route:  Various 
Job  No.:  7P1979 
Length:  0.00 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  District  7.  Funded  by 
MoDOT  operations. 


MPO:  Y 


Award 
Date: 


Fed:        0  State: 
Spring  10         Anticipated  Fed  Cat:  State 


268  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


33 
0 

235 


235 
0 


County:  Various 
Route:  Various 
Job  No.:  7P2169 
Length:  0.00 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Routine  Maintenance 


On-call  repair  for  guardcable  and  guardrail  in  the  Southwest  Missouri  area.  Project  relates 
to  7M0015  and  7M0016. 


MPO:  Y 


Award 
Date: 


2010 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


401 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1 

0 

400 


County:  Various 
Route:  Various 
Job  No.:  7P2170 
Length:  0.00 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


On-call  workzone  enforcement  in  the  Southwest  Missouri  area. 


MPO:  Y 


Award 
Date: 


2010 


Fed:         0  State: 
Anticipated  Fed  Cat:  State 


11  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1 

0 
10 


County:  Vernon 
Route:      US  54 
Job  No.:  7P0842B 
Length:  16.05 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  from  the  Kansas  state  line  to  Rte.  71. 


MPO:  N 


Award 
Date: 


BETTER 
ROADS 


AC-State:       4,223    State:     1,529    Local:  0 

BRICiFTl  [  R 


Fall  10 


Anticipated  Fed  Cat:  N.H.S. 


FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


64 
0 
0 


409 
0 

5,279 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  7  District  7 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009-  7/2010-  7/2011-  7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 


County:  Vernon 
Route:      US  71 
Job  No.:  7B0801I 
Length:  0.05 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  71  over  MNA  Railroad.  Funded  by  GARVEE.  Project 
involves  bridge  A1342.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


AC-State: 


Summer  10      Anticipated  Fed  Cat:  Bridge 


1,726     State:  7^ 


S  A  F  E  & 

SDJND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


308 
0 

2,158 


2,095 
0 


County:  Vernon 
Route:      US  71 
Job  No.:  7B0801J 
Length:  0.12 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  71  over  Little  Osage  River.  Funded  by  GARVEE.  Project 
involves  bridges  F0285,  F0284,  and  F0283.  Part  of  the  Safe  and  Sound  progra 


MPO:  N 


Award 
Date: 


AC-State: 


Summer  10      Anticipated  Fed  Cat:  Bridge 


2,022     State:  8( 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


360 
0 

2,528 


2,454 
0 


County:  Vernon 
Route:      US  71 
Job  No.:  7P0824E 
Length:  14.55 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  disconnected  sections  of  southbound  lanes  from  4.2  miles  north  of  Rte.  V  in 
Barton  County  to  2.8  miles  north  of  Rte.  126. 

ROADS 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:       4,144    State:  1,45. 
Anticipated  Fed  Cat:  N.H.S. 


r 

(53    Local:  0 


IGRTEF 
FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


417 
0 

5,180 


County:  Vernon 
Route:      US  71 
Job  No.:  7P0863 
Length:  0.55 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Routine  Maintenance 


Replace  barriers  south  of  Highland  Avenue  in  Nevada. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:         450    State:      226    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


114 

0 

562 


County:  Vernon 
Route:      RT  DD 
Job  No.:  7B0801L 
Length:  0.16 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  DD  over  Clear  Creek,  Rte.  F  over  Little  Drywood  Creek,  and 
Rte.  H  over  Marmaton  River.  Funded  by  GARVEE.  Project  involves  bridgesjHQib 
R0229,  and  A1829.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


1,536  State: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


283 
0 

1,920 


1,920 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  8  District  7 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
Jeffurian  tTiiv.  MO  65  !H>2 
Fbooe<S73>52S-S<I$S  Fax  i57J)  526-?3>52 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

24,474 

15,661 

489 

0 

0 

Total  R/W 

0 

0 

0 

0 

0 

Total  Construction 

65,318 

98,884 

10,356 

0 

0 

Paybacks 

0 

0 

0 

0 

0 

Sub-Total 

65,318 

98,884 

10,356 

0 

0 

AC-State                   Fed                 State  Local 

Total  Engineering 

10,793 

8,075 

776 

0 

0 

134,664                11,680             47,858  0 

Grand  Total 

76,111 

106,959 

11,132 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  9  District  7 


Dollars  in  Thousands 


PAYMENT  PROJECTS 


Joplin 


Bates 

St  Clair 

Vernon 

Cedar  ^ 

Barton 

Dade 

Jasper 

• 

■• 

Newton 

Barry 

i  District  Office 


District  7       MoDOT's  Southwest  District 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Barry 
Route:      US  60 
Job  No.:  7P0588B 

Reimbursement  of  $1,121  million  in  FY10  to  the  City  of  Monett  for  previously  awarded 
project  7P0588. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.55 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   Fed:       0  State:         1,121        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Regional 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

1,121 

0 

0 

0 

0 

County:  Barry 
Route:      US  60 
Job  No.:  7P0769 

Reimbursement  of  $4.65  million  in  SFY  201 1  to  the  City  of  Monett  for  previously  awarded 
cost-share  project. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  2.00 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   Fed:       0  State:         4,650        Local:  0 

FFOS: 

0 

4,650 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date            N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

4,650 

0 

0 

0 

County:  Jasper 

Payback  to  the  City  of  Joplin  from  the  Cost  Share  program  for  the  acceleration  of  7S0770. 

Engineering: 

n 
U 

n 
u 

n 
u 

n 
u 

n 
u 

Route:     RT  FF 
Job  No.:  7S0770Z 

R/W: 

U 

0 

0 

0 

0 

Length:  0.08 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:         995      Local:  0 

FFOS: 

995 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

995 

0 

0 

0 

0 

County:  Lawrence 
Route:      MO  39 

Payback  from  the  cost  share  program  to  the  City  of  Aurora  ($82,510)  and  District  7 
($36,490)  for  the  acceleration  of  7P0852. 

Engineering: 

0 

0 

0 

0 

0 

Job  No.:  7P0852Z 

R/W: 

U 

0 

0 

0 

0 

Length:  0.22 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:         119      Local:  0 

FFOS: 

0 

0 

119 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

119 

0 

0 

County:  Newton 
Route:     MO  43 
Job  No.:  7S2148Z 

Payback  for  intersection  improvements  at  Douglas  Fir  Road.  Cost-share  project  with 
Joplin  Special  Road  District  (JSRD).  JSRD  funding  acceleration  of  project,  with  MoDOT 
reimbursement  of  50  percent  of  project  costs  up  to  a  maximum  of  $297,000  in  SFY  2012. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.20 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:         297      Local:  0 

FFOS: 

0 

0 

297 

0 

0 

Sec  Cat:  Safety 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

297 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 10  District  7 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  t*MJ*  nlviL 
PjOl  Bo*  210 
Jettison  Cii>.  MO  65102 
fVme<S73>52S-?Q5S  Fa*  <57J>  52&-8*>52 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Engineering: 

0 

0 

0 

0 

0 

R/W: 

0 

0 

0 

0 

0 

Construction: 

0 

0 

0 

0 

0 

FFOS: 

0 

0 

0 

0 

0 

Payments: 

0 

5,083 

5,083 

5,083 

5,083 

County: 

Various 

Route: 

Various 

Job  No.: 

5B0800V 

Length: 

0.00 

Fund  Cat 

Taking  Care  Of  System 

Sec  Cat: 

Rehab  And  Reconst 

Payback  for  Safe  and  Sound  bridges  for  District  7. 


MPO:  Y 


Award 
Date: 


N/A 


Fed:  16,266 
Anticipated  Fed  Cat:  Bridge 


State:      4,066      Local:  0 


FFOS 
ToiaiR/W 


Total  Construction 

0 

0 

0 

0 

0 

Paybacks 

2,116 

9,733 

5,499 

5,083 

5,083 

Sub-Total 

2,116 

9,733 

5,499 

5,083 

5,083 

AC-State 

Fed 

State 

Local 

Total  Engineering 

0 

0 

0 

0 

0 

0 

16,266 

11,248 

0 

Grand  Total 

2,116 

9,733 

5,499 

5,083 

5,083 

995 
........ 


4,650 
 6" 


416 
....... 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4 -11  District  7 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
feffuison  City.  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 

No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Paybacks  or  projects  in  the  Amendment  3  Funding  Category. 

Incidentals  include  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

25,469 

20,311 

905 

0 

0 

Total  R/W 

0 

0 

0 

0 

0 

Total  Construction 

65,318 

98,884 

10,356 

0 

0 

Paybacks 

2,116 

9,733 

5,499 

5,083 

5,083 

Statewide  Totals 

Sub-Total 

67,434 

108,617 

15,855 

5,083 

5,083 

AC-State               Fed              State  Local 

Total  Engineering 

10,793 

8,075 

776 

0 

0 

134,664               27,946            59,106  0 

Grand  Total 

78,227 

116,692 

16,631 

5,083 

5,083 

Project  Count:  46 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 1 


Dollars  in  Thousands 


Hickory 


Polk 


Dallas 


Ladede 


Greene 

•  Springfield 


Webster 


Wright 


•  District  Off  ice 


District  8       MoDOT's  Springfield  Area  District 


(Note:  The  following  MoDOT  projects  are  located  outside  of  the  Springfield  metropolitan  planning  area  boundary.) 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Christian 
Route:      US  65 
Job  No.:  8P0893 
Length:  2.82 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Pavement  improvement  from  Ozarks  Transportation  Organization  boundary  to  Rte.  EE. 
To  be  let  in  combination  with  project  8P0880  from  Rte.  60  to  Rte.  EE. 

ROADS 


MPO:  N 


Award 
Date: 


Spring  10 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


1,336     State:     450   Local:  0 

BRICjH  IE  R 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


116 
0 

1,670 


County:  Dallas 
Route:      US  65 
Job  No.:  8P0894B 
Length:  0.93 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Thin  pavement  treatment  from  Rte.  32  to  end  of  three-lane  pavement  in  Buffalo. 

BETTER 
ROADS 


MPO:  N 


Award 
Date: 


2011 


AC-State: 
Anticipated  Fed  Cat:  N.H.S. 


155  State: 


54  Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


14 
0 

194 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Dallas 
US  65 
8P2215 

1.00  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Add  center  turn  lane  for  1.0  mile  north  of  Route  32.  *Economic  Recovery  Project* 


Winter  10 


Fed:  1,199 
Anticipated  Fed  Cat:  S.T.P. 


ReadytoGo! 


State: 


94  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


93 
1 

1,199 


1,200 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Rehab  And  Reconst 


Greene 
IS  44 
812198 

9.60  MPO:  N 

Statewide  Interstate  And  Major  Bridge 

Award 
Date: 


Pavement  treatment  from  Lawrence  County  to  the  Ozarks  Transportation  Organization 
boundary  near  Rte.  60. 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


4,137     State:     860  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


398 
0 

4,597 


County:  Greene 
Route:     RT  UU 
Job  No.:  8B0801D 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  UU  over  Clear  Creek.  Funded  by  GARVEE.  Project  involves 
bridge  N0471.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:         282  State: 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


52 
0 

353 


353 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 1  District  8 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Laclede 
Route:     IS  44 
Job  No.:  810905 
Length:  11.25 

Resurface  eastbound  and  westbound  lanes  from  east  of  Conway  to  4.0  miles  east  of 
Phillipsburg.  To  be  let  in  combination  with  project  8P0894D. 

ROADS 

MPO:  N 

Engineering: 
R/W" 
Construction: 

510 
0 

7,355 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:      6,619  State: 

1,246    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

DaT"1         Winter  10        Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Laclede 

Pavement  treatment  through  the  urban  limits  of  Lebanon. 

Engineering: 

1 

1 

198 

0 

0 

Route:     IS  44 
Job  No.:  812200 

R/W: 

0 

0 

0 

0 

0 

Length:  4.60 

MPO:  N 

Construction: 

0 

0 

2,293 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:       2,064  State: 

429   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

2012              Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Laclede 
Route:      IS  44 
Job  No.:  812202 

Rehabilitate  pavement  on  the  westbound  lanes  between  the  Gasconade  River  and  Bear 
Creek. 

Engineering: 
R/W: 

1 

0 

1 

0 

82 
0 

0 
0 

0 
0 

Length:  3.69 

MPO:  N 

Construction: 

0 

0 

947 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:         852  State: 

179    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

2012               Anticipated  Fed  Cat:  I/M 

Payments: 

0 

0 

0 

0 

0 

County:  Laclede 

Construct  five  lanes  in  Lebanon.  *Economic  Recovery  Project* 

Engineering: 

n 
u 

n 
u 

n 
u 

n 
u 

Route:     MO  5 
Job  No.:  8P0854C 

R/W: 

0 

0 

0 

0 

0 

Length:  2.26 

MPO:  N                                                                 -    •-  ft£ £J( 

iytoGol 

Construction: 

4,360 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:      4,360       State:  2 

90     Local:  0 

FFOS: 

4,360 

0 

0 

0 

0 

Sec  Cat:  Safety 

DaT"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Laclede 
Route:      MO  5 

Grading  and  paving  for  shared  four-lane  roadway,  turn  lanes  between  Camden  County 
line  and  Lebanon.  To  be  let  in  combination  with  project  5P0592F. 

Engineering: 

698 

0 

0 

0 

0 

Job  No.:  8P0902 

R/W: 

0 

0 

0 

0 

0 

Length:  13.92 

MPO:  N 

Construction: 

10,101 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:       8,081  State: 

2,718    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          Summer  09      Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  2  District  8 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Laclede 
Route:      RT  A 
Job  No.:  8B0801E 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  A  over  1-44.  Funded  by  GARVEE.  Project  involves  bridge 
A0599.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State:         388    State:  16! 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


71 
0 

485 


485 
0 


County:  Laclede 
Route:      RP  IS44E  TO  RTJ 
Job  No.:  8P0894D 
Length:  4.80 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Thin  pavement  treatment  on  the  ramps  at  the  interchanges  with  Rtes.  Y/J,  A/C  and  Dove 
Road.  To  be  let  in  combination  with  project  810905. 


MPO:  N 


Award 
Date: 


AC-State:         465    State:      219    Local:  0 
Winter  10        Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


103 
0 

581 


County:  Polk 
Route:      RT  T 
Job  No.:  8B0801C 
Length:  0.13 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  T  over  Bear  Creek  and  Rte.  123  over  Little  Sac  River.  Funded 
by  GARVEE.  Project  involves  bridges  A2009  and  A2081.  Part  of  the  Safe  a 
program. 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State:        1,854     State:  7< 
Anticipated  Fed  Cat:  Bridge 


SAFES 

s  □  y  N  D 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


334 
0 

2,318 


2,250 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Stone 
MO  13 
8P2188 
5.92 

Amendment  3 


Capacity  and  safety  improvements  from  1.0  mile  south  of  Rte.  76  near  Branson  West  to 
Kimberling  Blvd.  in  Kimberling  City.  Amendment  3  new  major  project. 


Sec  Cat:  System  Expansion 


MPO:  N 


Award 
Date: 


2011 


AC-State:      16,458    State:    6,317    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


709 
2,203 
0 


1,991 
0 

17,872 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Safety 


Taney 
US  65 
8P0798 

0.10  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Replace  interchange  ramps  at  Rte.  248  (Shepherd  of  the  Hills  Expressway/Branson 
Landing  Boulevard).  Cost  share  project  with  the  City  of  Branson. 


Summer  10 


Fed:     479    State:      386    Local:  5,288 
Anticipated  Fed  Cat:  Safety 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


385 
0 

5,767 


5,599 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  3  District  8 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009-  7/2010-  7/2011-  7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 


County:  Taney 
Route:      US  65 
Job  No.:  8P0894C 
Length:  5.90 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Pavement  treatment  at  the  65/160  interchange  and  on  the  ramps  at  the  interchanges  with 
Rtes.  160,  F,  Bee  Creek,  248  and  76. 


MPO:  N 


Award 
Date: 


2011 


AC-State:        1,301     State:     511    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


185 
0 

1,626 


County:  Taney 
Route:      MO  76 
Job  No.:  8P0764 
Length:  0.40 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  bridge  over  the  White  River  and  Missouri  and  North  Arkansas  Railroad  at 
Lake  Taneycomo.  Project  involves  bridge  number  J0705.  To  be  let  in  combination  with 
8P0799. 


MPO:  N 


Award 
Date: 


Fall  09 


Fed:  3,873 
Anticipated  Fed  Cat:  Bridge 


State:      1,305  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


337 
0 

4,841 


County:  Taney 
Route:      MO  76 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Construct  roundabout  and  new  bridge  over  Lake  Taneycomo.  To  be  let  in  combination 
with  8P0764.  *Economic  Recovery  Project*. 


8P0799 

0.21  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Fall  09 


Fed:  10,289 
Anticipated  Fed  Cat:  S.T.P. 


= Ready \  >Go/ 

State:      1,37Z     Local:  0 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,372 
0 

10,289 


10,289 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Taney 
MO  76 
8P2216 

5.53  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Pedestrian  accommodations  on  Rte.  76  in  Branson.  Funded  by  District  8  non-metropolitan 
Transportation  Enhancement  funds. 


AC-State:  180    State:      65  Local:  0 

Winter  10        Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


20 
0 

225 


175 
0 


County:  Taney 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Sidewalk  improvements  from  Roark  Valley  Road  to  Gretna.  *Economic  Recovery  Project' 


MO  76 
8S2149 

2.86  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Summer  09 


Fed:  1,000 
Anticipated  Fed  Cat:  S.T.P. 


ReadytoGo! 


State: 


194^  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


194 
0 

1,000 


1,000 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  4  District  8 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Taney 

Thin  pavement  treatment  from  Bus.  65  in  Hollister  to  end  of  route. 

Engineering: 

22 

0 

0 

0 

0 

Route:      RT  BB 
Job  No.:  8L1000B 

R/W: 

0 

0 

0 

0 

0 

Length:  3.60 

MPO:  N 

Construction: 

242 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          264  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

Date"1         Winter  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Taney 

Thin  pavement  treatment  from  east  of  Rte.  65  to  Rte.  160  near  Walnut  Shade. 

Engineering: 

27 

0 

0 

0 

0 

Route:      RT  F 
Job  No.:  8L1000C 

R/W: 

0 

0 

0 

0 

0 

Length:  3.22 

MPO:  N 

Construction: 

325 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          352  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

Date"1         Winter  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  8P0859 

SFY  2011  on-call  guardrail  and  guard  cable  repair  throughout  non-metropolitan  District  8. 
To  be  let  in  combination  with  8P0858. 

Engineering: 
R/W: 

26 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  N 

Construction: 

325 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          351  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

Date"1         Spring  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

SFY  2010  on-call  work  zone  enforcement  in  non-metropolitan  District  8. 

Engineering: 

1 

0 

0 

0 

0 

Route:  Various 
Job  No.:  8P0910 

R/W: 

U 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

90 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:         0   State:           91  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date"1         Summer  09      Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  8P1979 

Milling  rumble  strips  in  the  edgeline  on  various  major  routes  in  rural  District  8.  Funded  by 
MoDOT  Operations. 

Engineering: 
R/W: 

44 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  N 

Construction: 

632 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:        0  State:          676  Local: 

0 

FFOS: 

632 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date"1         Spring  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  5  District  8 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009-      7/2010-      7/2011-      7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 

County:    Various                           SFY  2012  on-call  work  zone  enforcement  in  non-metropolitan  District  8. 
Route:  Various 
Job  No.:  8P2166 

Length:    0.00                                 MPO:  N 

Fund  Cat:  Safety                                                                                          Fed:         0   State:           14     Local:  0 
Sec  Cat:  Safety                            Ba^         N/A               Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

1110  0 
0              0              0              0  0 
0              0             11               0  0 

0              0              0              0  0 
0              0             0             0  0 

County:    Various                          SFY  2011  on-call  work  zone  enforcement  in  non-metropolitan  District  8. 
Route:  Various 
Job  No.:  8P2173 

Length:    0.00                                 MPO:  N 

Fund  Cat:  Safety                                                                                          Fed:         0   State:           48     Local:  0 
Sec  Cat:  Safety                            Dt             2011               Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

110             0  0 
0             0             0             0  0 
0             46              0              0  0 

0             0             0             0  0 
0              0              0              0  0 

County:   Various                          SFY  2010  installation  of  guardrail  and  replacement  of  nonstandard  guardrail  throughout 

„                .                               non-metropolitan  District  8. 
Route:     Various  r 

Job  No.:  8P2177 

Length:    0.00                                 MPO:  N 

Fund  Cat:  Safety                                                                                          Fed:       275      State:         57    Local:  0 
Sec  Cat:  Safety                            Dt             Winter  10        Anticipated  Fed  Cat:  Safety 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

26              0              0              0  0 
0             0             0             0  0 
306             0             0             0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    Various                           SFY  2011  installation  of  guardrail  and  replacement  of  nonstandard  guardrail  throughout 

„           ...                               non-metropolitan  District  8. 
Route:      Various  r 

Job  No.:  8P2178 

Length:    0.00                                 MPO:  N 

Fund  Cat:  Safety                                                                                          Fed:       283      State:         59    Local:  0 
Sec  Cat:   Safety                              Date"1          2011                Anticipated  Fed  Cat:  Safety 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

1             26              0              0  0 
0              0             0             0  0 
0           315              0              0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    Various                           SFY  2012  installation  of  guardrail  and  replacement  of  nonstandard  guardrail  throughout 

...                               non-metropolitan  District  8. 
Route:  Various 

Job  No.:  8P2179 

Length:    0.00                                 MPO:  N 

Fund  Cat:  Safety                                                                                          Fed:       292      State:         61     Local:  0 
Sec  Cat:   Safety                              Date^          2012               Anticipated  Fed  Cat:  Safety 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

1               1             26              0  0 
0              0              0              0  0 
0              0           325              0  0 

0              0              0              0  0 
0              0              0              0  0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  6  District  8 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 

SFY  2012  on-call  guardrail  and  guard  cable  repair  throughout  non-metropolitan  District  8. 

Engineering: 

1 

26 

0 

0 

0 

Route:  Various 
Job  No.:  8P2187 

R/W: 

U 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

335 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          362  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

Date"1          2011                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  8P2193 

SFY  2010  on-call  asphalt  pavement  repair  on  major  routes  throughout  non-metropolitan 
District  8. 

Engineering: 
R/W: 

6 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  N 

Construction: 

77 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:         0   State:           83  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

Date"1          Fall  09             Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

SFY  2013  on-call  work  zone  enforcement  in  non-metropolitan  District  8. 

Engineering: 

1 

1 

1 

1 

0 

Route:  Various 
Job  No. :  8P2209 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

16 

0 

Fund  Cat:  Safety 

Fed:         14     State:           6  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

^™rd         2013               Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

SFY  2014  on-call  work  zone  enforcement  in  non-metropolitan  District  8. 

Engineering: 

1 
1 

1 
1 

1 
1 

1 
1 

1 

1 

Route:  Various 
Job  No.:  8P2211 

R/W: 

n 
U 

ft 

u 

n 
U 

U 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

0 

17 

Fund  Cat:  Safety 

Fed:         15     State:           7  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date"1         2014               Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 

SFY  2013  operation  and  management  of  Branson  TRIP  and  Ozarks  Traffic  Intelligent 
Transportation  System  throughout  non-metropolitan  District  8. 

Engineering: 

0 

0 

0 

1 

0 

Job  No.:  8Q2180 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

87 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:          70   State:      18  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  7  District  8 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigcncy  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 
Route:  Various 

SFY  2010  operation  and  management  of  Branson  TRIP  and  Ozarks  Traffic  Intelligent 
Transportation  System  throughout  non-metropolitan  District  8. 

Engineering: 

i 

n 
u 

n 
u 

o 

n 
u 

Job  No.:  8Q2181 

R/W: 

u 

n 
u 

u 

u 

n 
u 

Length:  0.00 

MPO:  N 

Construction: 

5 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   AC-State:             4  State:        2  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 

SFY  2011  operation  and  management  of  Branson  TRIP  and  Ozarks  Traffic  Intelligent 
Transportation  System  throughout  non-metropolitan  District  8. 

Engineering: 

n 
u 

1 
1 

n 
u 

n 

n 
u 

Job  No.:  8Q2182 

R/W: 

n 
U 

u 

n 
u 

U 

Length:  0.00 

MPO:  N 

Construction: 

0 

5 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:            4  State:       2  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 

SFY  2012  operation  and  management  of  Branson  TRIP  and  Ozarks  Traffic  Intelligent 
Transportation  System  throughout  non-metropolitan  District  8. 

Engineering: 

0 

0 

l 

0 

0 

Job  No.:  8Q2183 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

85 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:          68   State:      18  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date^          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Webster 

On-call  preventive  maintenance  and  pavement  repair  in  Webster  and  Laclede  Counties. 

Engineering: 

18 

0 

0 

0 

0 

Route:      IS  44 
Job  No.:  2I2162P 

R/W: 

0 

0 

0 

0 

0 

Length:  54.46 

MPO:  N 

Construction: 

253 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:         271  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date^         Spring  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Webster 
Route:     OR  60 
Job  No.:  8P2206 

Thin  pavement  treatment  on  Rte.  60  outer  roads,  Burlington  and  Blue  Bird  Lane,  3  miles 
east  of  Fordland. 

Engineering: 
R/W: 

10 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  2.22 

MPO:  N 

Construction: 

97 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          107  Local: 

0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

Date^         Summer  09      Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  8  District  8 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
feffuison  City.  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Webster 

Thin  pavement  treatment  from  south  of  Rte.  38  in  Marshfield  to  Rte.  FF 

Engineering: 

37 

0 

0 

0 

0 

Route:      RT  A 
Job  No.:  8L1000D 

R/W: 

0 

0 

0 

0 

0 

Length:  8.00 

MPO:  N 

Construction: 

461 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State: 

498      Local:  0 

FFOS: 

0 

o 

o 

o 

o 

Sec  Cat:  Low  Type  Resurfacing 

Date"1         Winter  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

FFOS 

18,494 

7,849 

0 

0 

0 

Total  R/W 

2,204 

0 

0 

0 

0 

Total  Construction 

45,272 

28,478 

8,258 

103 

17 

Paybacks 

0 

0 

0 

0 

0 

Sub-Total 

47,476 

28,478 

8,258 

103 

17 

AC-State                   Fed                 State  Local 

Total  Engineering 

4,797 

2,970 

708 

3 

1 

44,318                  22,079              21,126  5,288 

Grand  Total 

52,273 

31,448 

8,966 

106 

18 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  9  District  8 


Dollars  in  Thousands 


PAYMENT  PROJECTS 


•  Springfield 


District  8       MoDOT's  Springfield  Area  District 


(Note:  The  following  MoDOT  projects  are  located  outside  of  the  Springfield  metropolitan  planning  area  boundary.) 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

Z217SL  t*MJ*  nlviL 
PjOl  Bo*  210 
Jettison  Cii>.  MO 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Engineering: 

0 

0 

0 

0 

0 

R/W: 

0 

0 

0 

0 

0 

Construction: 

0 

0 

0 

0 

0 

FFOS: 

0 

0 

0 

0 

0 

Payments: 

0 

2,947 

2,947 

2,947 

2,947 

County: 

Various 

Route: 

Various 

Job  No.: 

5B0800W 

Length: 

0.00 

Fund  Cat 

Taking  Care  Of  System 

Sec  Cat: 

Rehab  And  Reconst 

Payback  for  Safe  and  Sound  bridges  in  non-metropolitan  District  8. 


MPO:  N 


Award 
Date: 


N/A 


Fed:  9,430 
Anticipated  Fed  Cat:  Bridge 


State:      2,358  Local: 


FFOS 
To"aI~R/W 
Total  Construction: 
Paybacks 


Sub-Total 


AC-State 
0 


Fed 
9,430 


State 
2,358 


Local 
0 


Total  Engineering 
Grand  Total 


 q_ 

6" 
o 

2,947 


0 

"o" 

0 

2,947 


2,947 


2,947 


0 

2,947 


0 

2,947 


0 
5" 
0 

2,947 


2,947 


0 

2,947 


0 
0 
0 

2,947 


2,947 


0 

2,947 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 10  District  8 


Dollars  in  Thousands 


MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


Transportation  Planning 

221  7  S[.  Mart  s  Blvd. 
P  O.  IX«  270 
Jcllbrwrn  rilv,  \U  )  (SSI02 
rlK>tW:  )  526-X05K  (S7.1 )  526-W>5Z 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010- 
6/2011 


7/2011- 
6/2012 


7/2012- 
6/2013 


7/2013- 
6/2014 


District  8 

FFOS 

37,522 

1,824 

0 

0 

0 

TMA 

Total  R/W 

0 

0 

0 

0 

0 

Total  Construction 

64,675 

8,323 

700 

715 

726 

Paybacks 

1,734 

3,320 

334 

334 

334 

Sub-Total 

66,409 

11,643 

1,034 

1,049 

1,060 

Fed 

State 

Local 

Total  Engineering 

4,924 

815 

4 

46 

45 

67,473 

17,556 

2,000 

Grand  Total 

71,333 

12,458 

1,038 

1,095 

1,105 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 1  District  8 


Dollars  in  Thousands 


•   District  Office 

I    I  Metropolitan  Planning  Organization 


District  8       MoDOTs  Springfield  Area  District 


Ozarks  Transportation  Organization 

(Note:  The  following  MoDOT projects  are  located  inside  of  the  Springfield  metropolitan  planning  area  boundary.) 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Greene 
Route:      MO  125 
Job  No.:  8B0802B 
Length:  0.08 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge  on  Rte.  125  over  James  River.  Funded  by  GARVEE.  Project  involves 
bridge  X0710.  Part  of  the  Safe  and  Sound  program. 


MPO:  Y 


Award 
Date: 


AC-State:        1,889     State:  8; 
Winter  10        Anticipated  Fed  Cat:  Bridge 


S  A  F  E  & 

SDJND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


364 
0 

2,361 


2,361 
0 


County:  Greene 
Route:      MO  13 
Job  No.:  8P0881B 
Length:  0.60 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatment  on  Kansas  Expressway  from  Chestnut  to  Mt.  Vernon  in  Springfield. 


MPO:  Y 


Award 
Date: 


2011 


AC-State:  193  State: 

Anticipated  Fed  Cat:  S.T.P. 


77  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 
0 

241 


County:  Greene 
Route:  MO  13 
Job  No.:  8S2157 
Length:  0.46 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  improvement  over  the  BNSF  Railway  Kansas  Avenue  Yards  in  Springfield.  Project 
involves  bridge  A2126. 


MPO:  Y 


Award 
Date: 


2011 


AC-State:       4,478    State:     1,671    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


89 
0 
0 


462 
0 

5,598 


County:  Greene 
Route:      US  160 
Job  No.:  8P0881D 
Length:  2.02 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Thin  pavement  treatment  from  Chestnut  Expressway  to  Sunshine  St.  in  Springfield. 

ROADS 


MPO:  Y 


Award 
Date: 


2011 


AC-State:         475  State: 
Anticipated  Fed  Cat:  S.T.P. 


FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


68 
0 

594 


County:  Greene 
Route:      US  160 
Job  No.:  8S0758 
Length:  1.01 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


Relocate  west  outer  road  and  Weaver  Rd.  intersection  1.0  mile  south  of  Rte.  60  (James 
River  Freeway)  at  Weaver  Road.  Cost-share  with  Greene  County  and  City  of  Springfield. 
Let  by  City  of  Springfield.  Right  of  way  acquired  by  Greene  County  and  City  of 
Springfield. 

MPO:  Y 


Award 
Date: 


Fed:  1,840 
Let  by  Others  Anticipated  Fed  Cat:  Safety 


State: 


347  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


142 
0 

2,045 


2,045 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4 -11  District  8 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Greene 

On-call  preventive  maintenance  and  pavement  repair  in  Greene  County. 

Engineering: 

10 

0 

0 

0 

0 

Route:      IS  44 
Job  No.:  2121620 

R/W' 

0 

0 

0 

0 

0 

Length:  31.08 

MPO:  Y 

Construction: 

142 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:  152 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date'''         Spring  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Greene 
Route:      IS  44 
Job  No.:  810754 
Length:  3.30 

Resurface  all  lanes  from  west  of  Rte.  13  (Kansas  Expressway)  to  Rte.  H  (Glenstone  Ave.)  in 
Springfield.  To  be  let  in  combination  with  projects  8P0881F  and  812172. 

ROADS 

MPO:  Y 

Engineering: 
R  /w- 

Construction: 

133 
0 

1,860 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:        1,674  State: 

319   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

DaT"1         Winter  10        Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Greene 
Route:      IS  44 
Job  No.:  810755 
Length:  2.80 

Resurface  eastbound  and  westbound  lanes  from  Rte  H  (Glenstone  Ave.)  to  east  of  Rte.  65  in 
Springfield.  To  be  let  in  combination  with  project  8P0881E. 

ROADS 

MPO:  Y 

Engineering: 
R/W' 
Construction: 

93 
0 

1,260 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:        1,008  State: 

345   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1         Winter  10        Anticipated  Fed  Cat:  N.H.S. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Greene 
Route:      IS  44 
Job  No.:  812172 

Bridge  improvements  on  interstate  bridges  over  Broadway,  Grant  and  National  streets  in 
Springfield.  Involves  bridges  A0444,  A0445,  A0447.  To  be  let  in  combination  with  projects 
810754  and  8P0881F. 

Engineering: 
R/W: 

133 
0 

0 
0 

0 
0 

0 

0 

0 
0 

Length:  0.20 

MPO:  Y 

Construction: 

1,210 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         968  State: 

375    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1         Winter  10        Anticipated  Fed  Cat:  N.H.S. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Greene 

Pavement  treatment  on  Chestnut  Expressway  from  Kansas  to  Glenstone  in  Springfield. 

Engineering: 

1 

83 

0 

0 

0 

Route:     LP  44 
Job  No.:  8P0881C 

R/W: 

0 

0 

0 

0 

0 

Length:  5.30 

MPO:  Y 

Construction: 

0 

726 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        581  State: 

229    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

2011               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 12  District  8 


TMA 


Dollars  in  Thousands 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009-  7/2010-  7/2011-  7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  Regional 


Greene 
LP  44 
8S2150 

1.76  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Pedestrian  accommodations  on  Bus.  65/Loop  44  (Glenstone  Avenue).  Funded  by 
Transportation  Enhancement  funds  allocated  by  the  Ozarks  Transportation  Organization. 


2011 


AC-State: 
Anticipated  Fed  Cat:  S.T.P. 


169  State: 


71  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


10 

0 
0 


19 
0 

211 


164 

0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Greene 
IS  44 
9Q2165C 
21.76 

Safety 


Installation  of  MoDOT  furnished  video  equipment  along  1-44  in  Greene  County.  This 
project  is  fully  funded  by  the  MoDOT  Central  Office  Traffic  Operations. 


Sec  Cat:  Safety 


MPO:  Y 


Award 
Date: 


AC-State:  238  State: 

Summer  09      Anticipated  Fed  Cat:  S.T.P. 


85  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


25 
0 

298 


298 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Greene 
US  60 
8P0791 
0.47 
Safety 


Interchange  improvements  at  James  River  Freeway  and  National  Avenue  in  Springfield. 
*Economic  Recovery  Project* 


Sec  Cat:  Safety 


MPO:  Y 


Award 
Date: 


Summer  09 


Fed:  8,868 
Anticipated  Fed  Cat:  S.T.P. 


ReadytoGo! 


State:      1,720  Local 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


624 
0 

9,964 


4,994 
0 


County:  Greene 
Route:      US  65 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Grading,  paving  to  add  lanes  for  divided  six-lanes  from  Rte.  D  (Sunshine  Street)  to  Rte.  60 
(James  River  Freeway).  *Economic  Recovery  Project* 


8P0605B 

3.47  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


^=ReadytoGo! 

Fed:     8,600     State:     733    Local:  2,000 


Summer  09      Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


733 
0 

10,600 


4,600 
0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Greene 
US  65 
8P0605D 
2.03 

Amendment  3 


Grading  and  paving  to  add  lanes  for  divided  six-lanes  from  Bus.  65  (Chestnut  Expressway) 
to  Rte.  D  (Sunshine  Street)  in  Springfield.  Amendment  3  will  fund  4.6  million  and  ARRA 
will  fund  6.2  million.  *Economic  Recovery  Project* 


Sec  Cat:  System  Expansion 


MPO:  Y 


Award 
Date: 


^^ReadytoGo! 

Fed:     10,680       State:      l,96f     Local:  0 


Summer  09      Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


905 
0 

11,736 


6,232 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  13  District  8 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Greene 
US  65 
8P0605E 

2.79  MPO:  Y 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Grading,  paving  to  add  lanes  for  divided  six-lanes  from  1-44  to  Bus.  Rte.  65  (Chestnut 
Expressway)  in  Springfield.  *Economic  Recovery  Project* 


Summer  09 


Fed 

Anticipated  Fed  Cat:  S.T.P. 


^  Ready:  oGo! 

12,140        State:       83S    Local:  0 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


838 
0 

12,140 


13,768 
0 


County:  Greene 
Route:      US  65 
Job  No.:  8P0880 
Length:  9.54 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Pavement  improvement  from  Rte.  60  to  the  Ozarks  Transportation  Organization 
boundary.  Let  in  combination  with  project  8P0893  to  provide  smooth  pavement  south  to 
Rte.  EE. 


MPO:  Y 


Award 
Date: 


nuni/j 


Spring  10 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


4,718    State:     1,585    Local:  0 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


406 
0 

5,897 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Greene 
US  65 
8P2218 
2.33 
Safety 


Install  median  guard  cable  from  south  of  Rte.  60  (James  River  Freeway)  in  Springfield  to 
the  Finley  River  bridge  in  Ozark.  To  be  paid  with  Section  154  (Open  Container  Transfer) 
funding. 


Sec  Cat:  Safety 


MPO:  Y 


Award 
Date: 


Winter  10 


Fed:       551  State: 
Anticipated  Fed  Cat:  Safety 


113  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


52 
0 

612 


612 
0 


County:  Greene 
Route:      RT  D 
Job  No.:  8S2195 
Length:  0.07 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Hydrodemolition  and  low  slump  overlay  on  bridges  over  the  BNSF  railway  and  Pearson 
Creek  east  of  Springfield. 


MPO:  Y 


Award 
Date: 


AC-State:         750    State:      304    Local:  0 
Winter  10        Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


117 

0 

937 


County:  Greene 

Route:      RP  IS44E  TO  US65S 

Job  No.:  8P0881E 

Length:  0.60 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatment  on  1-44  exit  ramps  to  southbound  Rte.  65  in  Springfield.  To  be  let  in 
combination  with  project  810755. 


MPO:  Y 


Award 
Date: 


AC-State:  238    State:      93   Local:  0 

Winter  10        Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


34 
0 

297 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  14  District  8 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Greene 

Route:      RP  IS44W  TO  RTHN 

Job  No.:  8P0881F 

Pavement  treatment  on  outer  ramps  at  I-44/Rte.  H  interchange  in  Springfield.  To  be  let  in 
comuinaiion  wnn  projects  oiu      ana  oizi  / z. 

Engineering: 
R/W: 

26 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  1.10 

MPO:  Y 

Construction: 

222 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:          178    State:      70  Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Greene 

SFY  2011  on-call  work  zone  enforcement  in  the  Ozarks  Transportation  Organization  area. 

Engineering: 

1 

1 

0 

0 

0 

Route:  Various 
Job  No.:  8P2164 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

160 

0 

0 

0 

Fund  Cat:  Safety 

Fed:        0  State:          162       Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Greene 

SFY  2012  on-call  work  zone  enforcement  in  the  Ozarks  Transportation  Organization  area. 

Engineering: 

1 
1 

i 
i 

1 
1 

0 

n 
u 

Route:  Various 
Job  No.:  8P2165 

R/W: 

U 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

42 

0 

0 

Fund  Cat:  Safety 

Fed:         0   State:           45     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 

SFY  2011  on-call  guardrail  and  guard  cable  repair  in  the  Ozarks  Transportation 
urgamzaiion  area.  10  ue  ier  in  sr  x  zuiu  in  comuinaiion  wirn  oruojv. 

Engineering: 

17 

0 

0 

0 

0 

Job  No.:  8P0858 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

200 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:          217       Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Routine  Maintenance 

Date^         Spring  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 

SFY  2010  on-call  work  zone  enforcement  in  the  Ozarks  Transportation  Organization  area. 

Engineering: 

1 

0 

0 

0 

0 

Route:  Various 
Job  No.:  8P0909 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

185 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:        0  State:          186       Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Date^         Summer  09      Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 15  District  8 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009-      7/2010-      7/2011-      7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 

County:    Various                          Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  urban  District  8.  Funded 

„           ...                               by  MoDOT  Operations. 
Route:      Various                              J  r 

Job  No.:  8P1979B 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Safety                                                                                          Fed:        0  State:          234       Local:  0 
Sec  Cat:  Safety                            n^hr           Spring  10        Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

16             0             0             0  0 
0              0              0              0  0 
218             0             0             0  0 

218             0             0             0  0 
0              0             0             0  0 

County:    Various                           SFY  2012  on-call  guardrail  repair  in  the  Ozarks  Transportation  Organization  area. 
Route:  Various 
Job  No.:  8P2186 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:       0  State:         224      Local:  0 
Sec  Cat:  Routine  Maintenance         J^is-                               Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

1            17             0             0  0 
0             0             0             0  0 
0           206             0             0  0 

0             0             0             0  0 
0             0             0             0  0 

County:    Various                           SFY  2010  on-call  asphalt  pavement  repair  on  major  routes  in  the  Ozarks  Transportation 

„           ...                               Organization  area. 
Route:      Various  B 

Job  No.:  8P2192 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:       0  State:         219      Local:  0 
Sec  Cat:  Routine  Maintenance         Dat^               "            Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

15             0             0             0  0 
0             0             0             0  0 
204             0             0             0  0 

0             0             0             0  0 
0              0              0              0  0 

County:    Various                          Deck  repairs  on  various  bridges  on  various  bridges  throughout  the  Ozarks  Transportation 

„           ...                               Organization  area. 
Route:      Various  B 

Job  No.:  8P2205 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:      751      State:        262     Local:  0 
Sec  Cat:  Rehab  And  Reconst            Date^          Winter  10        Anticipated  Fed  Cat:  Bridge 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

74              0              0              0  0 
0              0              0              0  0 
939             0             0             0  0 

0             0             0             0  0 
0              0              0              0  0 

County:    Various                           SFY  2013  on-call  work  zone  enforcement  in  the  Ozarks  Transportation  Organization  area. 
Route:  Various 
Job  No.:  8P2208 

Length:    0.00                                 MPO:  Y 

Fund  Cat:  Safety                                                                                    Fed:        34     State:          8  Local:  0 
Sec  Cat:   Safety                              Date^          2013                Anticipated  Fed  Cat:  Safety 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

11110 
0              0             0             0  0 
0              0              0             38  0 

0              0              0              0  0 
0              0              0              0  0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  16  District  8 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigcncy  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Various 

SFY  2014  on-call  work  zone  enforcement  in  the  Ozarks  Transportation  Organization  area. 

Engineering: 

1 

1 

1 

1 

1 

Route:  Various 
Job  No.:  8P2210 

R/W: 

n 
u 

n 
U 

u 

u 

n 
U 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

28 

Fund  Cat:  Safety 

Fed:         0   State:           33     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

Award               ,                     .  .       ,  „  ,  „ 
"              2014               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  8Q0830D 

Installation  of  Phase  I  Intelligent  Transportation  System  on  various  Rtes.  in  the  Springfield 
Area.  10  De  ler  Dy  i^iry  oi  springneiu.  rrojecr  involves  reuerai  lis  projects  iis-ujzy^oui^ 
and  ITS-0429(801). 

Engineering: 
R/W: 

J  1 

n 
U 

n 
u 

U 

n 
u 

n 
u 

u 

n 
u 

U 

Length:  0.00 

MPO:  Y 

Construction: 

831 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         665    State:      223    Local:  0 

FFOS: 

692 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Dat^                  Others  Anticipated  Fed  Cat:  Earmark 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 

SFY  2010  operation  and  management  of  OzarksTraffic  intelligent  transportation  system 
throughout  the  Ozarks  Transportation  Organization  area. 

Engineering: 

1 
1 

n 
U 

n 
u 

n 

n 

U 

Job  No.:  8Q0882 

R/W: 

n 
U 

U 

u 

U 

Length:  0.00 

MPO:  Y 

Construction: 

517 

0 

0 

0 

0 

Fund  Cat:Major  Projects  &  Emerging  Needs                                                   AC-State:         414    State:      104    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 

SFY  2011  operation  and  management  of  OzarksTraffic  intelligent  transportation  system 
throughout  the  Ozarks  Transportation  Organization  area. 

Engineering: 

n 
u 

■4  1 

n 
u 

u 

n 

U 

Job  No.:  8Q0883 

R/W: 

n 
U 

U 

n 
U 

u 

Length:  0.00 

MPO:  Y 

Construction: 

0 

587 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   AC-State:         470    State:      158    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Various 
Route:  Various 

SFY  2012  operations  and  management  of  OzarksTraffic  intelligent  transportation  system 
throughout  the  Ozarks  Transportation  Organization  area. 

Engineering: 

0 

0 

1 

0 

0 

Job  No.:  8Q0913 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

658 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:        526    State:     133    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1          N/A                Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 17  District  8 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    Various                           SFY  2013  operation  and  management  of  Ozarks  Traffic  Intelligent  Transportation  System 

T-.           »r    .                               throughout  the  Ozarks  Transportation  Organization  area. 
Route:      Various                                    B                               r  » 

Engineering: 

n 
u 

n 
u 

n 
u 

AA 

n 
u 

Job  No.:  8Q2185 

R/W: 

n 
u 

n 
u 

n 
u 

n 
u 

n 
u 

Length:    0.00                                 MPO:  Y 

Construction: 

0 

0 

0 

677 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   AC-State:         542    State:      179    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations           Date-''                             Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    Various                           SFY  2014  operations  and  maintenance  of  OzarksTraffic  intelligent  transportation  system 

„           ...                               throughout  the  Ozarks  Transportation  Organization  Area. 
Route:     Various                                  B                             r  » 

Engineering: 

0 

0 

0 

0 

44 

Job  No.:  8Q2212 

R/W: 

0 

0 

0 

0 

0 

Length:    0.00                                 MPO:  Y 

Construction: 

0 

0 

0 

0 

698 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   Fed:       558      State:        184      Local:  0 

FFOS: 

0 

o 

o 

o 

o 

Sec  Cat:  Systems  Operations           Bat^         N,/A               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

FFOS 

35,820 

164 

0 

0 

0 

Total  R/W 

0 

0 

0 

0 

0 

Total  Construction 

64,675 

8,323 

700 

715 

726 

Paybacks 

0 

0 

0 

0 

0 

Sub-Total 

64,675 

8,323 

700 

715 

726 

AC-State                   Fed                 State  Local 

Total  Engineering 

4,923 

722 

4 

46 

45 

20,174                  44,022               14,683  2,000 

Grand  Total 

69,598 

9,045 

704 

761 

771 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  18  District  8 


TMA 


Dollars  in  Thousands 


PAYMENTPROJECTS 


•  District  Office 

I    I  Metropolitan  Planning  Organization 


District  8 


MoDOT's  Springfield  Area  District 


Ozarks  Transportation  Organization 

(Note:  The  following  MoDOT projects  are  located  inside  of  the  Springfield  metropolitan  planning  area  boundary.) 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H*jne<57J>52S-S<WS  Fas  i57J) 


Construction  contigcncy  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Greene 
Route:     MO  13 

Payback  to  the  City  of  Springfield  for  project  8P0841C  at  Rte.  13/Kansas  Expressway  and 
Evergreen  Street.  Relates  to  project  8P0841C.  MoDOT  Cost  Share  Program. 

Engineering: 

n 
u 

n 
u 

n 
u 

u 

n 
u 

Job  No.:  8P0841D 

R/W: 

0 

0 

0 

0 

0 

Length:  0.24 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:  300 

Local:  0 

FFOS: 

300 

0 

0 

0 

0 

Sec  Cat:  Regional 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

300 

0 

0 

0 

0 

County:  Greene 
Route:      MO  744 

Payback  to  Springfield  Underground,  Inc.  for  project  8S0919  from  the  Economic 
Development  program  for  Rte.  744/East  Kearney  Street  widening. 

Engineering: 

0 

0 

0 

0 

0 

Job  No.:  8S0919B 

R/W' 

0 

0 

0 

0 

0 

Length:  0.56 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:      0  State:  1,660 

Local:  0 

FFOS: 

0 

1,660 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date            N/A               Anticipated  Fed  Cat:  State 

Payments: 

0 

1,660 

0 

0 

0 

County:  Greene 
Route:  Various 
Job  No.:  8P0761 

Design  and  construct  a  traffic  management  center  for  the  Springfield  area.  To  be  let  by  the 
City  of  Springfield.  Fed.  No.  ITS-0329(801)  100%  fed.  Fed.  No.  ITS-0429(801)  50%  Fed. 
10%  Springfield,  10%  MoDOT  Operations,  30%  soft  match  from  previous  work. 

Engineering: 
R/W: 

1 
1 

n 
U 

n 
u 

n 
u 

n 
u 

n 
u 

n 

n 
u 

n 
U 

U 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,147  State: 

288   Local:  0 

FFOS: 

1,402 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1         N/A                Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

1,434 

0 

0 

0 

0 

County:  Greene 
Route:  Various 

Phase  II  of  field  device  deployment  of  the  Intelligent  Transportation  System  on  various 
routes  in  the  Springfield  Area.  To  be  let  by  the  City  of  Springfield. 

Engineering: 

0 

93 

0 

0 

0 

Job  No.:  8Q0830B 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        1,061  State: 

358   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1         N/A               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

1,326 

0 

0 

0 

County:  Various 
Route:  Various 
Job  No.:  5B0800X 

Payback  for  Safe  and  Sound  bridges  in  the  Ozarks  Transportation  Organization  area 
(District  8). 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.00 

MPO:  Y 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:      1,069       State:       267     Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"'          N'A                Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

334 

334 

334 

334 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  19  District  8 


TMA 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  t*MJ*  nlviL 
PjOl  Bo*  210 
Jettison  Cii>.  MO  65102 
fVme<S73>52S-?Q5S  Fa*  <57J>  52&-8*>52 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010- 
6/2011 


7/2011- 
6/2012 


7/2012- 
6/2013 


7/2013- 
6/2014 


FFOS 
TotalR/W 
Total  Construction: 
Paybacks 


Sub-Total 


AC-State 
2,208 


Fed 
1,069 


State 
2,873 


Local 
0 


Total  Engineering 
Grand  Total 


1,702 

 5" 

0 

1,734 


1,660 

 "6" 

0 

3,320 


0 

....... 

0 

334 


0 

....... 

0 

334 


0 

...... 

0 

334 


1,734 


3,320 


334 


334 


1 

1,735 


93 
3,413 


0 

334 


0 

334 


334 
0 

334 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  -  20  District  8 


TMA 


Dollars  in  Thousands 


MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


Transportation  Planning 

22tl  Sl  \Earj-s  111*. I 
P.O.  JJmc  270 
feEfLisun  Caiy,  _\IO  65102 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010- 
6/2011 


7/2011- 
6/2012 


7/2012- 
6/2013 


7/2013- 
6/2014 


District  8 
TMA 


Fed 
67,473 


State 
17,556 


Local 
2,000 


FFOS 

37,522 

1,824 

0 

0 

0 

Total  R/W 

0 

0 

0 

0 

0 

Total  Construction 

64,675 

8,323 

700 

715 

726 

Paybacks 

1,734 

3,320 

334 

334 

334 

Sub-Total 

66,409 

11,643 

1,034 

1,049 

1,060 

Total  Engineering 

4,924 

815 

4 

46 

45 

Grand  Total 

71,333 

12,458 

1,038 

1,095 

1,105 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 1  District  8 


Dollars  in  Thousands 


District  9     MoDOT's  South  Central  District 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Carter 
Route:     BU  60 

ADA  sidewalk  improvements  on  Bus.  60  from  Oliver  Street  to  Alexander  Street  in  Van 
Buren,  MO.  *Economic  Recovery  Project-Enhancement* 

Engineering: 

11 

0 

0 

0 

0 

Job  No.:  9S2194 

R/W: 

U 

0 

0 

0 

0 

Length:  0.10 

MPO:  N                                                                 -    ■- ffg  3  ( 

iytoGol 

Construction: 

87 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       87     State:  11 

"Local:  0 

FFOS: 

87 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

DaT"1         Winter  10        Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Crawford 

Provide  safety  improvements  from  Rte.  PP  to  2.5  miles  south  of  Cuba. 

Engineering: 

20 

59 

0 

0 

0 

Route:      MO  19 
Job  No.:  9P0515 

R/W: 

0 

0 

0 

0 

0 

Length:  1.35 

MPO:  N 

Construction: 

0 

590 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       531      State:        138      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

^™rd         2011               Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Crawford 

Resurface  from  1-44  to  Rte.  PP. 

Engineering: 

0 

0 

60 

0 

0 

Route:      MO  19 
Job  No.:  9P2189 

0 

0 

0 

0 

0 

Length:  1.25 

MPO:  N 

Construction: 

0 

0 

613 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:  673 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

^™rd          2012               Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Crawford 
Route:     IS  44 
Job  No.:  912153 
Length:  10.28 

Resurface  eastbound  lanes  from  0.6  mile  west  of  Rte.  H  to  the  Franklin  County  line. 

BETTER 
ROADS 

MPO:  N 

Engineering: 
R/W: 
Construction: 

35 
U 
0 

104 

0 

1,260 

0 
U 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:        1,134  State: 

265   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1         Falll°            Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Howell 

Resurface  from  Rte.  63  South  to  the  Arkansas  State  line. 

Engineering: 

1 

108 

0 

0 

0 

Route:     MO  17 
Job  No.:  9P2158B 

R/W: 

0 

0 

0 

0 

0 

Length:  17.61 

MPO:  N 

Construction: 

0 

1,025 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         820  State: 

314    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

2011               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 1  District  9 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Howell 
Route:      US  60 
Job  No.:  9P2185 
Length:  5.72 

Resurface  from  0.1  mile  east  of  CRD  1550  to  Rte.  NN. 

R  FTT  F  R 
ROADS 

MPO:  N 

Engineering: 
R/W: 
Construction: 

87 
0 

836 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 

Fed:        0  State:          923       Local:  0 

TiRKiHTER 

Date            Summer  09      Anticipated  Fed  Cat:  State 

FFOS: 
Payments: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

County:  Howell 

Resurface  westbound  lanes  from  the  Rte.  60/Bus.  60  Ramp  to  the  Texas  County  line. 

Engineering: 

0 

0 

0 

261 

0 

Route:      US  60 
Job  No.:  9P2192 

R/W: 

0 

0 

0 

0 

0 

Length:  8.92 

MPO:  N 

Construction: 

0 

0 

0 

2,564 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        2,051     State:     774   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Thin  Lift  Overlay 

P™rd          2013               Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

County:  Howell 
Route:      US  63 
Job  No.:  9P0577C 
Length:  5.21 

Resurface  southbound  and  northbound  lanes  from  Rte.  N  to  Rte.  14. 

R  FTT PR 
ROADS 

MPO:  N 

Engineering: 
R/W: 
Construction: 

20 
0 
0 

170 

0 

2,255 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:       1,804     State:     641   Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

P™rd          2011                Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

County:  Howell 
Route:      US  63 
Job  No.:  9P2177 

Capacity  improvements  to  complete  four-lane  undivided  roadway  from  Rte.  160  to  Bus.  63 
South. 

Engineering: 
R/W: 

1 

U 

50 
1,030 

406 
0 

0 
0 

0 
0 

Length:  2.32 

MPO:  N 

Construction: 

0 

0 

6,272 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   AC-State:       5,018    State:    2,741    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

P™rd          2012               Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

County:  Iron 

Resurface  from  Rte.  N  to  Rte.  E. 

Engineering: 

1 

268 

0 

0 

0 

Route:     MO  21 
Job  No.:  9P2158D 

R/W: 

0 

0 

0 

0 

0 

Length:  28.59 

MPO:  N 

Construction: 

0 

2,521 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       0  State:         2,790        Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Thin  Lift  Overlay 

Date"1          2011                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  2  District  9 


Dollars  in  Thousands 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Iron 
Route:      MO  221 
Job  No.:  9B0801G 
Length:  0.00 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  over  Branch  Knob  Creek.  Funded  by  GARVEE.  Project  involves 
bridge  P0457.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


2013 


AC-State:         469    State:  20( 
Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


80 
0 

586 


536 
0 


County:  Iron 
Route:      MO  32 
Job  No.:  9P2158C 
Length:  27.36 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Resurface  from  Rte.  KK  to  Rte.  21. 


MPO:  N 


Award 
Date: 


2011 


AC-State:        1,261     State:     481    Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


165 
0 

1,576 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Iron 
RTM 
9S2193 

0.28  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


ADA  sidewalk  improvements  on  Rte.  M  from  Shepherd  Mountain  Road  to  Burnett  Street 
in  Ironton,  MO.  *Economic  Recovery  Project-Local  Enhancement* 


Fed: 


101 


State: 


ReadytoGo! 

ii  *t  1.  n 


12  Local: 


Winter  10 


Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


12 
0 
101 


101 

0 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Jasper 
IS  44 
9Q2165 
183.29 
Safety 


Installation  of  MoDOT  furnished  video  equipment  along  1-44  from  Oklahoma  State  Line  to 
Franklin  Co.,  excluding  Greene  Co.  Funded  by  MoDOT  Central  Office  Traffic  Operations. 


Sec  Cat:  Safety 


MPO:  N 


Award 
Date: 


Summer  09 


AC-State: 
Anticipated  Fed  Cat:  S.T.P. 


938  State: 


289  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


55 
0 

1,172 


1,172 
0 


County:  Oregon 
Route:      US  63 
Job  No.:  9P2180 
Length:  3.12 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  from  Rte.  19  South  to  the  Arkansas  state  line  (southbound  and  northbound 
lanes). 


MPO:  N 


Award 
Date: 


2012 


AC-State:        1,298     State:     482    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


155 
0 

1,623 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  3  District  9 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009-      7/2010-      7/2011-      7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 

County:    Ozark                            Resurface  from  Rte.  181  (Dora)  to  Rte.  63  (West  Plains).  Pavement  Treatment  utilizing 
Route:     RT  CC                           Forest  Highway  Funds. 

Job  No.:  9S0610 

Length:    21.15                                MPO:  N 

Fund  Cat:  Taking  Care  Of  System                                                              Fed:       0  State:        1,233        Local:  0 
Sec  Cat:  Low  Type  Resurfacing        n^t*-            Fall  09             Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

103              0             0             0  0 
0             0             0             0  0 
1,130              0              0              0  0 

1,130              0              0              0  0 
0              0              0              0  0 

County:    Phelps                            On-call  pavement  repair  from  Rte.  63  in  Phelps  County  to  Rte.  30  in  Franklin  County. 

Route:     IS  44 
Job  No.:  2I2162R 

Length:    52.18                              MPO:  Y 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:         423      Local:  0 
Sec  Cat:  Preventative  Maint             Date^          Spring 10         Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

28              0              0              0  0 
0             0             0             0  0 
395             0             0             0  0 

0             0             0             0  0 
0             0             0             0  0 

County:    Phelps                            Resurface  from  Cedar  Street  to  south  of  Rte.  CC  in  Rolla. 

Route:     US  63 
Job  No.:  9P0597 

Length:    3.05                                 MPO:  N 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:        719    State:     272    Local:  0 
Sec  Cat:  Thin  Lift  Overlay               Date^          Winter  10        Anticipated  Fed  Cat:  N.H.S. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

92              0              0              0  0 
0             0             0             0  0 
899             0             0             0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    Phelps                            Resurface  from  Maries  County  line  to  north  of  1-44. 

Route:     US  63 
Job  No.:  9P2190 

Length:    5.89                                 MPO:  N 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:       2,170     State:     818   Local:  0 
Sec  Cat:  Thin  Lift  Overlay               Dte-            2012               Anticipated  Fed  Cat:  N.H.S. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

0              0           275              0  0 
0              0              0              0  0 
0              0         2,713              0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    Phelps                            Resurface  from  County  Road  5220  to  County  Road  209. 

Route:     MO  72 
Job  No.:  9P0577B 

Length:    9.45                                 MPO:  N 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:        946    State:     356    Local:  0 
Sec  Cat:  Preventative  Maint            Uie           2011               Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

20             99              0              0  0 
0              0              0              0  0 
0        1,183              0             0  0 

0              0             0             0  0 
0             0             0             0  0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  4  District  9 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Phelps 

Resurface  from  1-44  to  Rte.  68  in  St.  James. 

Engineering: 

1 

1 

103 

0 

0 

Route:      MO  8 
Job  No.:  9P2182 

R/W: 

U 

0 

0 

0 

0 

Length:  4.74 

MPO:  N 

Construction: 

0 

0 

969 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         775  State: 

299    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Thin  Lift  Overlay 

^™'d          2012               Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

County:  Phelps 

Resurface  from  Rte.  8  to  Rte.  ZZ. 

Engineering: 

28 

0 

0 

0 

0 

Route:      RT  KK 
Job  No.:  9S2191 

R/W: 

n 
U 

n 
u 

ft 

u 

ft 

u 

Length:  5.58 

MPO:  N 

Construction: 

258 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:        0  State:  286 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Low  Type  Resurfacing 

Date"1         Winter  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Pulaski 

On-call  pavement  repair  from  Laclede  County  to  Rte.  63  in  Phelps  County. 

Engineering: 

28 

0 

0 

0 

0 

Route:      IS  44 
Job  No.:  2I2162Q 

0 

0 

0 

0 

0 

Length:  41.20 

MPO:  N 

Construction: 

395 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:  423 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date™'         Spring  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Pulaski 
Route:     IS  44 
Job  No.:  912149 
Length:  8.20 

Rehabilitate  pavement  on  westbound  lanes  from  1.4  miles  west  of  Rte.  28  to  0.8  mile  east  of 
Rte  17.  (Alternate  pavement  treatment  project.) 

ROADS 

MPO:  N 

Engineering: 
R/W: 
Construction: 

100 
0 
0 

910 
0 

12,910 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:      12,528  State: 

1,392    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1         Falll°            Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Reynolds 
Route:     MO  34 
Job  No.:  9P2147 
Length:  2.62 

Resurfacing  and  safety  improvements  from  Rte.  21  north  to  Rte.  60. 

MPO:  N 

ROADS 

Engineering: 
R/W: 
Construction: 

25 
0 
0 

95 
62 
1,056 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 

AC-State:         845  State: 
Date"1          Fall  10             Anticipated  Fed  Cat:  S.T.P. 

393    Local:  0 

tJKKiH  1  1  K 

FUTURE 

FFOS: 
Payments: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  5  District  9 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Shannon 
Route:      US  60 
Job  No.:  9P0596 
Length:  17.48 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Preventative  Maint 


Partial  resurfacing  and  construct  paved  shoulders  from  Rte.  M  in  Shannon  County  to  Rte. 
C  in  Carter  County. 

ROADS 


MPO:  N 


Award 
Date: 


Winter  10        Anticipated  Fed  Cat:  N.H.S 


AC-State:       1,794     State:     668   Local:  0 

BRIGH  TER 

fiitiirf: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


219 
0 

2,243 


County:  Shannon 
Route:      US  60 
Job  No.:  9P2197 
Length:  29.02 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Resurface  from  Rte.  M  in  Shannon  County  to  Rte.  C  in  Carter  County. 


BETTER 
ROADS 


MPO:  N 


Award 
Date: 


AC-State: 

Winter  10        Anticipated  Fed  Cat:  N.H.S. 


2,734     State:     924  Local:  0 

\  K I  r  II  I 


FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


240 
0 

3,418 


County:  Texas 
Route:      MO  32 
Job  No.:  9P2158E 
Length:  20.60 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Low  Type  Resurfacing 


Resurface  from  Rte.  63  to  Rte.  72. 


MPO:  N 


Award 
Date: 


2011 


Fed:      0  State: 
Anticipated  Fed  Cat:  State 


1,400 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


134 
0 

1,261 


County:  Texas 
Route:      US  60 
Job  No.:  9B0801I 
Length:  0.02 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  over  Beeler  Creek.  Funded  by  GARVEE.  Project  involves  bridge 
A2536.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


398    State:  17: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


73 
0 

498 


498 
0 


County:  Texas 
Route:      US  63 
Job  No.:  9B0801H 
Length:  0.11 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  over  Bender  Creek  and  Arthur  Creek.  Funded  by  GARVEE.  Project 
involves  bridges  A0671  and  A0672.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Winter  10 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


1,699     State:  72 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


313 
0 

2,124 


2,124 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  6  District  9 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009-      7/2010-      7/2011-      7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 

County:    Texas                             Resurface  from  north  of  Houston  from  Rte.  E  to  Rte.  B. 

Route:     US  63 
Job  No.:  9P0577D 

Length:    2.73                                 MPO:  N 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:        299    State:     120    Local:  0 

BRIGHTER 

Sec  Cat:  Preventative  Maint               ^           2011                Anticipated  Fed  Cat:  N.H.S. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

10             35              0              0  0 
0              0              0              0  0 
0           374             0             0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    Texas                             Resurface  from  3.2  miles  north  of  Rte.  RA  to  Rte.  U. 

Route:     US  63 
Job  No.:  9P0577E 

Length:    12.15                              MPO:  N 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:        1,298     State:     473   Local:  0 

If  \\\  Li  1 1  1  t  R 

Sec  Cat:  Preventative  Maint             Date^          2011                Anticipated  Fed  Cat:  N.H.S. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

20           128             0             0  0 
0              0             0             0  0 
0         1,623              0              0  0 

0              0              0              0  0 
0              0              0              0  0 

County:    Various                          Guardrail  protection  of  Dynamic  Message  Signs  on  1-44  from  Oklahoma  state  line  to  St. 
R  ute-     I  44                               Louis  metro  area.  This  is  a  statewide  project  utilizing  Open  Container  Penalty  Funds. 

Job  No.:  912179 

Length:    258.22                              MPO:  N 

Fund  Cat:  Safety                                                                                          Fed:       270      State:         66    Local:  0 
Sec  Cat:   Safety                              Date^          fall  09             Anticipated  Fed  Cat:  Safety 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

36              0              0              0  0 
0              0              0              0  0 
300             0             0             0  0 

300             0             0             0  0 
0             0             0             0  0 

County:    Various                          Milling  rumble  strips  in  the  edgelines  on  various  major  routes  in  District  9.  Funded  by 

„           ...                               MoDOT  Operations. 
Route:      Various  r 

Job  No.:  9P1979 

Length:    0.00                                 MPO:  N 

Fund  Cat:  Safety                                                                                          Fed:         0   State:           63     Local:  0 
Sec  Cat:   Safety                              Date'1''          Spring 10         Anticipated  Fed  Cat:  State 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

5              0              0              0  0 
0              0              0              0  0 
58              0              0              0  0 

58              0              0              0  0 
0              0              0              0  0 

County:    Various                          On  call  guard  cable  and  guard  rail  repair  on  various  routes  and  counties  in  the  South 

...                               Central  District. 
Route:  Various 

Job  No.:  9P2160 

Length:    0.00                                 MPO:  N 

Fund  Cat:  Taking  Care  Of  System                                                              AC-State:        336    State:     123    Local:  0 
Sec  Cat:  Preventative  Maint             Dte-            2011                Anticipated  Fed  Cat:  S.T.P. 

Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 

1             38              0              0  0 
0              0              0              0  0 
0           420              0              0  0 

0              0              0              0  0 
0              0              0              0  0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  7  District  9 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

1117  Si.  Mji>*  lilviL 

P.O.  Bos  210 
Jettison  Cii>.  MO 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Engineering: 

5 

72 

0 

0 

0 

R/W: 

0 

0 

0 

0 

0 

Construction: 

0 

554 

0 

0 

0 

FFOS: 

0 

0 

0 

0 

0 

Payments: 

0 

0 

0 

0 

0 

County: 

Washington 

Route: 

MO  8 

Job  No.: 

9P0577F 

Length: 

5.71 

Fund  Cat 

Taking  Care  Of  System 

Sec  Cat: 

Preventative  Maint 

Shoulder  construction  from  Rte.  AA  to  Potosi  City  limits. 


MPO:  N 


Award 
Date: 


2011 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


443  State: 


BETTER 
ROADS 


188    Local:  0 

BRIGHTER 

fiitiirf: 


FFOS 
To"aI~R/W 
Total  Construction: 
Paybacks 


Sub-Total 


AC-State 
41,777 


Fed 
989 


State 
21,565 


Local 
0 


Total  Engineering 
Grand  Total 


.5,470 

 6" 

13,914 
0 


0 

""{,092 
28,608 
0 


0 


0 

12,190 
0 


13,914       29,700  12,190 


1,598 
15,512 


2,438 
32,138 


1,000 
13,190 


536 
5" 

3,150 
0 


3,150 


341 
3,491 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  8  District  9 


Dollars  in  Thousands 


PAYMENT  PROJECTS 


•  District  Office 


District  9     MoDOT's  South  Central  District 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

Z217SL  t*MJ*  nlviL 
PjOl  Bo*  210 
Jettison  Cii>.  MO 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Engineering: 

0 

0 

0 

0 

0 

R/W: 

0 

0 

0 

0 

0 

Construction: 

0 

0 

0 

0 

0 

FFOS: 

0 

0 

0 

0 

0 

Payments: 

0 

2,094 

2,094 

2,094 

2,094 

County: 

Various 

Route: 

Various 

Job  No.: 

5B0800Y 

Length: 

0.00 

Fund  Cat 

Taking  Care  Of  System 

Sec  Cat: 

Rehab  And  Reconst 

Payback  for  Safe  and  Sound  bridges  for  District  9. 


MPO:  N 


Award 
Date: 


N/A 


Fed:  6,701 
Anticipated  Fed  Cat:  Bridge 


State:      1,675  Local: 


FFOS 
To"aI~R/W 
Total  Construction: 
Paybacks 


Sub-Total 


AC-State 
0 


Fed 
6,701 


State 
1,675 


Local 
0 


Total  Engineering 
Grand  Total 


 _0_ 

 6" 

o 

2,094 


0 

"o" 

0 

2,094 


2,094 


2,094 


0 

2,094 


0 

2,094 


0 
5" 
0 

2,094 


2,094 


0 

2,094 


0 
0 
0 

2,094 


2,094 


0 

2,094 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  -  9  District  9 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
Jeffurian  tTiiv.  MO  65  !H>2 
Fbooe<S73>52S-S<I$S  Fax  i57J)  526-?3>52 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 

No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Paybacks  or  projects  in  the  Amendment  3  Funding  Category. 

Incidentals  include  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

5,470 

0 

0 

536 

0 

Total  R/W 

0 

1,092 

0 

0 

0 

Total  Construction 

13,914 

28,608 

12,190 

3,150 

0 

Paybacks 

0 

2,094 

2,094 

2,094 

2,094 

Statewide  Totals 

Sub-Total 

13,914 

31,794 

14,284 

5,244 

2,094 

AC-State              Fed             State  Local 

Total  Engineering 

1,598 

2,438 

1,000 

341 

0 

41,777               7,690            23,240  0 

Grand  Total 

15,512 

34,232 

15,284 

5,585 

2,094 

Project  Count:  37 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-24-2009  Section  4  - 1 


Dollars  in  Thousands 


District  10       MoDOTs  Southeast  District 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Bollinger 
Route:      MO  34 
Job  No.:  0P0922 

Grading,  paving,  drainage  and  build  bridge  0.6  mile  west  of  Rte.  ZZ  at  Glen  Allen  to  1  mile 
east  of  Rte.  ZZ. 

Engineering: 
R/W: 

75 
0 

75 
946 

208 
0 

0 
0 

0 
0 

Length:  1.63 

MPO:  N 

Construction: 

0 

0 

2,923 

0 

0 

Fund  CatMajor  Projects  &  Emerging  Needs                                                   AC-State:       2,338    State:     1,889    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date-            2012               Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Butler 
Route:      MO  53 
Job  No.:  0P0826 
Length:  19.81 

Resurface  existing  pavement  and  stabilize  shoulders  from  Poplar  Bluff  to  Qulin  and 
Campbell  to  Holcomb. 

ROAD 

MPO:  N 

Engineering: 
R/W: 
Construction: 

285 
0 

3,910 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:       3,128    State:     1,067    Local:  0 

\t  \\\  Li  1 1  1  L  K 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Award          ,-  ..                 A          *  j     j  n  *   c-  t  n 
Date-                                 Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Butler 
Route:     BU  60 
Job  No.:  0S0980 

Signal  installation  and  geometric  improvements.  0.1  mile  east  of  Rtes.  60/67  at  Rte.  W 
intersection. 

Engineering: 
R/W: 

101 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.20 

MPO:  N 

Construction: 

884 

0 

0 

0 

0 

Fund  Cat:  Safety 

Fed:       796      State:        189      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Safety 

.A.w3rd          . -  ■  ■  * \t\             *  j_*      ij-r^j     j.   ci  x*  a. 
Date-                                 Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

County:  Butler 
Route:      US  67 
Job  No.:  0P0959 

Capacity  improvements  1.5  miles  south  of  Rte.  M  to  1  mile  south  of  Rte.  160.  Delta 
Regional  Authority  is  providing  funds  of  $676,000  in  FY  2012.  Amendment  3  new  major 
project. 

Engineering: 
R/W: 

500 
0 

668 
3,035 

1,918 
0 

0 
0 

0 
0 

Length:  5.65 

MPO:  N 

Construction: 

0 

0 

22,438 

0 

0 

Fund  Cat:  Amendment  3 

AC-State:      20,419     State:    8,140    Local:  0 

FFOS: 

0 

0 

676 

0 

0 

Sec  Cat:  System  Expansion 

^™rd          2012               Anticipated  Fed  Cat:  N.H.S. 

Payments: 

0 

0 

0 

0 

0 

County:    Cape  Girardeau 
Route:      MO  25 
Job  No.:  0P0904 

Intersection  improvements  at  Rte.  77  at  Blomeyer.  To  be  awarded  in  combination  with 
0S0860,  an  extension  of  Rte.  AB. 

Engineering: 
R/W: 

72 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.26 

MPO:  N 

Construction: 

904 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:       814      State:        162      Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1          Fall  09             Anticipated  Fed  Cat:  Safety 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-29-2009  Section  4  - 1  District  10 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Cape  Girardeau 
AB 

OS0860 

3.64  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Grading  and  paving  from  the  Rte.  25  &  77  intersection  east  to  Rte.  AB  Nash  Road.  Project 
in  conjunction  with  Cape  Girardeau  County  Commission.  Right  of  way  acquisition  by 
County  and  constructing  embankment  as  a  county  road. 


Fall  09 


AC-State:        2,902     State:     969   Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


244 
0 

3,627 


784 
0 


County:    Cape  Girardeau 
Route:     SEMO  Regional  Port 
Job  No.:  OW0001 

Length:    0.00  MPO:  N 

Fund  Cat:  Major  Projects  &  Emerging  Needs 

Award 


Construction  of  high  water  rail  line  that  will  allow  port  rail  to  operate  during  high  water 
events.  *Economic  Recovery  Project* 


Fed: 


^ReadytoGo! 

1,015        State:        85^  Local:  0 


Sec  Cat:  System  Expansion 


Date: 


Let  by  Others  Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


85 
0 

1,015 


1,015 
0 


County:    Cape  Girardeau 
Route:      RT  W 
Job  No.:  0P2183 
Length:  4.20 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Resurface  and  improve  shoulders  from  LaSalle  Ave.  to  Lexington  Ave.  *Economic 
Recovery  Project* 


MPO:  N 


Award 
Date: 


Summer  09 


Fed:  2,200 
Anticipated  Fed  Cat:  S.T.P. 


ReadytoGo! 


State: 


210  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


210 
0 

2,200 


2,200 
0 


County:  Madison 
Route:      US  67 
Job  No.:  0P0828 
Length:  12.49 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Resurface  existing  lanes  from  1.4  miles  south  of  Rte.  C  to  Wayne  County  line.  This  project 
is  part  of  an  overall  plan  to  improve  the  Rte.  67  corridor  to  a  divided  four-lane  from 
Fredericktown  to  Poplar  Bluff. 


ROADS 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


1,800     State:     625  Lo- 


ru 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


15 
0 
0 


160 

0 

2,250 


County:  Madison 
Route:      US  67 
Job  No.:  0P0986 
Length:  6.24 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Thin  Lift  Overlay 


Pavement  treatments  from  Rte.  72  to  St.  Francois  County  line. 


BETTER 
ROADS 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  S.T.P. 


1,746     State:     606   Local:  0 

B I  \  K  i  r  11  I  R 

FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


170 
0 

2,182 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-29-2009  Section  4  -  2  District  10 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Madison 
Route:      US  67 
Job  No.:  0P2186 
Length:  0.20 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Pavement  replacement  to  improve  vertical  clearance  under  Rte.  67/72  bridge. 

BETTER 
ROADS 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  N.H.S. 


571    State:      213    Local:  0 

UkKiH  1 1  k 
FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


70 
0 

714 


County:  Madison 
Route:      RT  E 
Job  No.:  0S2165 
Length:  0.50 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Replace  bridge,  grading  and  paving  7.5  miles  west  of  Rte.  67.  Project  involves  bridge 
T0071. 


MPO:  N 


Award 
Date: 


2012 


Fed:      2,190       State:       922     Local:  0 
Anticipated  Fed  Cat:  Bridge 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


30 
0 
0 


152 
6 
0 


187 
0 

2,737 


County:  Mississippi 
Route:     IS  57 
Job  No.:  010981 
Length:  8.57 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Rehab  And  Reconst 


Pavement  treatment  of  southbound  lanes  from  Rte.  NN  overpass  to  Rte.  AA  overpass. 


MPO:  N 
Major  Bridge 

Award 
Date: 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  I/M 


DDI  I  En 

ROADS 

r  % 

2,895     State:     553    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


231 
0 

3,217 


County:  Mississippi 
Route:     US  62 
Job  No.:  0S2189 
Length:  2.55 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Rehabilitate  existing  pavement  from  Marshall  Street  to  1-57  in  Charleston. 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State:        1,046     State:     387   Local:  0 
Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


20 
0 
0 


105 

0 

1,308 


County:  Mississippi 
Route:      RT  UU 
Job  No.:  OB0801I 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  UU  over  1-57.  Funded  by  GARVEE.  Project  involves  bridge 
A0465.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


437  State: 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


80 
0 

546 


546 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-29-2009  Section  4  -  3  District  10 


Dollars  in  Thousands 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    New  Madrid 

Construction  of  new  Welcome  Center  on  1-55  at  Marston.  *Economic  Recovery  Project* 

Engineering: 

422 

0 

0 

0 

0 

Route:      IS  55 
Job  No.:  012147 

R/W: 

0 

0 

0 

0 

0 

Length:  0.30 

mpo  n  ^ReadvtoGoI 

Construction: 

6,614 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   Fed:      6,614       State:       422     Local:  0 

FFOS: 

6,614 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:    New  Madrid 

Remove  guardrail  and  shape  shoulders  at  Marston. 

Engineering: 

45 

0 

0 

0 

0 

Route:      RT  EE 
Job  No.:  0S2190 

R/W: 

0 

0 

0 

0 

0 

Length:  0.21 

MPO:  N 

Construction: 

299 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:        239  State: 

105    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Award         Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:    New  Madrid 

Rail  extension,  switch,  crossings  and  siding  for  new  tenant.  *Economic  Recovery  Project* 

Engineering: 

68 

0 

0 

0 

0 

Route:     New  Madrid  Regional  Port 
Job  No.:  0W0002 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

mpo:  n  —ReadvuGol 

Construction: 

660 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                   Fed:       660      State:         68    Local:  0 

FFOS: 

660 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Award         Let  by  Others  Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Pemiscot 
Route:      CRD  337 
Job  No.:  0SO742 

Grading  and  paving  from  Rte.  1-155  to  Rte.  84.  Paving  of  County  Road  337  to  provide  a 
more  direct  access  to  the  Pemiscot  County  Port  Authority.  Funding  from  Delta  Regional 
Authority.  CRD  337  will  become  a  MoDOT  route. 

Engineering: 
R/W' 

128 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  3.00 

MPO:  N 

Construction: 

1,797 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:        1,438  State: 

487   Local:  0 

FFOS: 

1,302 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

County:  Pemiscot 
Route:      IS  55 
Job  No.:  010972 

Grading,  drainage,  paving  and  structure(s)  for  rest  area/welcome  center  adjacent  to 
northbound  lane,  north  of  the  Arkansas  State  line  at  Hayti.  Funded  by  statewide 

Engineering: 

476 

0 

0 

0 

0 

enhancement  funds  and  MoDOT  General  Services  Facilities  Management  funds. 

R/W: 

0 

0 

0 

0 

0 

Length:  0.10 

MPO:  N 

Construction: 

7,047 

0 

0 

0 

0 

Fund  Cat:  Major  Projects*  Emerging  Needs                                                AC-State:      5,638  State: 

1,885    Local:  0 

FFOS: 

6,375 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

Date"1         Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-29-2009  Section  4  -  4  District  10 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Pemiscot 
IS  55 
012188 
0.20 

Safety 


Interchange  lighting  at  Routes  O,  E,  U  and  A. 


Sec  Cat:  Safety 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State: 
Anticipated  Fed  Cat:  I/M 


482    State:      122  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


67  0 
0  0 
536  0 


County:  Perry 
Route:      MO  51 
Job  No.:  0B0801H 
Length:  0.04 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  over  Bois  Brule  Creek.  Funded  by  GARVEE.  Project  involves  bridge 
G0823.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


AC-State:         638    State:  27! 
Winter  10        Anticipated  Fed  Cat:  Bridge 


S  A  F 

E  S 

SOU 

N  D 

Engineering: 
RW: 
Construction: 
FFOS: 
Payments: 


118 

0 

798 


0  0 
0  0 
0  0 


798 
0 


County:  Perry 
Route:      MO  51 
Job  No.:  0P2154 
Length:  0.48 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Preventative  Maint 


Bridge  rehabilitation  over  the  Mississippi  River  at  Chester  in  Perry  County.  Project 
involves  bridge  L0135.  Additional  funding  provided  by  State  of  Illinois  in  the  amount  of 
$500,000. 


MPO:  N 

Major  Bridge 

Award 
Date: 


Winter  10 


Fed:      500     State:       139  Local: 
Anticipated  Fed  Cat:  Bridge 


500 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


139 
0 

1,000 


0  0 
0  0 
0  0 


500 
0 


County:  Perry 
Route:      IS  55 
Job  No.:  012158 
Length:  18.08 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Rehab  And  Reconst 


Pavement  improvements  from  Rte.  61  interchange  in  Cape  Girardeau  County  to  Rte.  B 
interchange  in  Perry  County. 

ROADS 

ri 

6,592    State:     1,450    Local:  0 


MPO:  N 

Major  Bridge 

Award 
Date: 


2011 


AC-State: 
Anticipated  Fed  Cat:  I/M 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


125 
0 
0 


593  0 
0  0 
7,324  0 


County:  Perry 
Route:      IS  55 
Job  No.:  012176 
Length:  36.60 

Fund  Cat:  Statewide  Interstate  And 
Sec  Cat:  Rehab  And  Reconst 


Pavement  rehabilitation  of  north  and  south  bound  lanes  of  Route  1-55  from  Perryville  to 
Benton. 


MPO:  N 

Major  Bridge 

Award 
Date: 


2012 


AC-State: 
Anticipated  Fed  Cat:  I/M 


17,260     State:    1,917    Local:  0 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1  1,212 
0  0 

0  17,963 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-29-2009  Section  4  -  5  District  10 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H*jne<57J>52S-S<WS  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:  Scott 
Route:      OR  55 
Job  No.:  010943 

Construct  outer  road  connection  from  Rte.  K  in  Scott  City  north  to  existing  outer  road 
south  of  Rte.  AB.  SAFTEA-LU  earmark  MO  170  for  $5  million. 

Engineering: 

n 
u 

n 
u 

n 

n 
u 

R/W: 

1,281 

0 

0 

0 

0 

Length:  0.81 

MPO:  N 

Construction: 

3,974 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:      3,179  State: 

2,535    Local:  0 

FFOS: 

5,000 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date'''         Winter  10        Anticipated  Fed  Cat:  Earmark 

Payments: 

0 

0 

0 

0 

0 

County:  Scott 
Route:      IS  55 

On-call  preventive  maintenance  and  pavement  repair  (concrete  only)  from  Rte.  60  in  Scott 
County  to  the  Arkansas  state  line  and  all  of  1-155. 

Engineering: 

Zl 

n 
u 

n 
u 

n 
u 

n 
u 

Job  No.:  2I2162U 

R/W: 

0 

0 

0 

0 

0 

Length:  76.41 

MPO:  N 

Construction: 

295 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:  316 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date^         Spring  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Scott 
Route:      IS  55 

On-call  preventive  maintenance  and  pavement  repair  (asphalt  only)  from  Rte.  60  in  Scott 
County  to  the  Arkansas  State  line  and  all  of  1-155. 

Engineering: 

21 

0 

0 

0 

0 

Job  No.:  2I2162V 

0 

0 

0 

0 

0 

Length:  76.93 

MPO:  N 

Construction: 

295 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:  316 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date^         Spring  10        Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

0 

0 

0 

County:  Scott 
Route:      IS  57 
Job  No.:  010982 
Length:  6.50 

Resurface  of  northbound  lanes  from  Rte.  AA  overpass  to  4.3  miles  south  of  Rte.  105. 

BETTER 
ROADS 

MPO:  N 

Engineering: 
R/W: 
Construction: 

234 
0 

2,381 

0 
0 
0 

0 
0 
0 

0 
0 
0 

0 
0 
0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          AC-State:       2,143  State: 

472    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Date"1         Fal109            Anticipated  Fed  Cat:  I/M 

Federal 
Oversight 

Payments: 

0 

0 

0 

0 

0 

County:  Scott 

Replace  bridge  over  Blue  Ditch  1.3  miles  south  of  Rte.  77.  Project  involves  bridge  X0381. 

Engineering: 

32 

0 

0 

0 

0 

Route:      RT  H 
Job  No.:  0SO818 

R/W: 

0 

0 

0 

0 

0 

Length:  0.15 

MPO:  N 

Construction: 

316 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

AC-State:         253  State: 

95  Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

Award         Summer  09      Anticipated  Fed  Cat:  S.T.P. 

Payments: 

0 

0 

0 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-29-2009  Section  4  -  6  District  10 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009-  7/2010-  7/2011-  7/2012-  7/2013- 
6/2010       6/2011       6/2012       6/2013  6/2014 


County:    St.  Francois 
Route:      MO  221 
Job  No.:  OS0880 
Length:  1.00 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  deck  replacement  over  Rte.  67  1.7  miles  south  of  Rte.  32.  Project  involves  bridge 
A0281. 


MPO:  N 


Award 
Date: 


AC-State:        1,181     State:     508   Local:  0 


Fall  10  Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


70 
0 
0 


143 
0 

1,476 


County:    St.  Francois 
Route:      US  67 
Job  No.:  0P2159 
Length:  0.10 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


Roundabout  installations  at  interchange  of  Rtes.  67,  221  and  W  in  Farmington. 


MPO:  N 


Award 
Date: 


Fall  10 


Fed:  1,635 
Anticipated  Fed  Cat:  Safety 


State:      1,245  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


118 

739 
0 


206 
0 

1,817 


County:    St.  Francois 
Route:      US  67 
Job  No.:  0S2185 
Length:  0.20 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


Construct  east  outer  road  from  Northwood  Drive  in  Bonne  Terre  to  Hedgeapple  Road. 
Remove  median  crossing  and  at-grade  access  at  Hedgeapple  Road  to  improve  safety. 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:  1,173 
Anticipated  Fed  Cat:  Safety 


State: 


444  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


186 
128 
1,303 


County:    St.  Francois 
Route:      MO  8 
Job  No.:  0B0801C 
Length:  0.08 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  8  over  Big  River.  Funded  by  GARVEE.  Project  involves 
bridge  L0216.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


AC-State:        1,087     State:  4' 
Summer  09      Anticipated  Fed  Cat:  Bridge 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


200 
0 

1,359 


1,359 
0 


County:    St.  Francois 
Route:      RT  W 
Job  No.:  0S2182 
Length:  2.31 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Routine  Maintenance 


Pavement  treatment  and  construct  new  traffic  signals  at  Route  W  and  Black  Knight  Drive, 
and  from  Westmount  Dr.  to  Rte.  32  in  City  of  Farmington.  City  of  Farmington  is  providing 
$250,000. 


MPO:  N 


Award 
Date: 


2014 


Fed:      0  State: 
Anticipated  Fed  Cat:  State 


1,638  Local: 


250 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


30 
0 
0 


122 
0 

1,733 


250 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-29-2009  Section  4  -  7  District  10 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County: 
Route: 
Job  No.: 
Length: 
Fund  Cat: 


Ste.  Genevieve 
IS  55 
012187 
0.20 

Safety 


Interchange  lighting  at  Routes  N,  O,  Y  and  OO. 


Sec  Cat:  Safety 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 
Anticipated  Fed  Cat:  I/M 


468    State:      119    Local:  0 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


67 
0 

520 


County:    Ste.  Genevieve 
Route:      IS  55 
Job  No.:  2I2162S 

Length:    106.61  MPO:  N 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge 

Award 


On-call  preventive  maintenance  and  pavement  repair  (concrete  only)  from  Rte.  32  in  Ste. 
Genevieve  County  to  Rte.  60  in  Scott  County  also  all  of  1-57  in  Mississippi  County. 


Sec  Cat:  Preventative  Maint 


Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


316 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


21 

0 

295 


County:    Ste.  Genevieve 
Route:      IS  55 
Job  No.:  2I2162T 

Length:    106.41  MPO:  N 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge 

Award 


On-call  preventive  maintenance  and  pavement  repair  (asphalt  only)  from  Rte.  32  in  Ste. 
Genevieve  county  to  Rte.  60  in  Scott  County  also  all  of  1-57  in  Mississippi  County. 


Sec  Cat:  Preventative  Maint 


Date: 


Spring  10 


Fed:        0  State: 
Anticipated  Fed  Cat:  State 


316 


Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


21 

0 

295 


County:    Ste.  Genevieve 
Route:      RT  B 
Job  No.:  0S2198 
Length:  13.76 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  replacement,  asphalt  overlay,  widening  and  shoulders  from  Rte.  32  to  Coffman. 
*Economic  Recovery  Project* 


MPO:  N 


Award 
Date: 


Winter  10 


Fed:  4,000 
Anticipated  Fed  Cat:  S.T.P. 


ReadytoGo! 

285^  Local:  " 


State 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


285 
0 

4,000 


4,000 
0 


County: 

Route: 

Job  No.: 
Length: 
Fund  Cat: 

Sec  Cat:  System  Expansion 


Ste.  Genevieve 
New  Bourbon  Regional 
Port 
OW0003 

0.00  MPO:  N 

Major  Projects  &  Emerging  Needs 

Award 
Date: 


Dock  and  dolphin  construction,  site  development.  *Economic  Recovery  Project* 


Fed: 


1,285  S^^^^Vio^^6 


Let  by  Others  Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


148 
0 

1,285 


1,285 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-29-2009  Section  4  -  8  District  10 


Dollars  in  Thousands 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010-  7/2011-  7/2012-  7/2013- 
6/2011       6/2012       6/2013  6/2014 


County:  Stoddard 
Route:      RT  N 
Job  No.:  OB0801J 
Length:  0.03 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Bridge  rehabilitation  on  Rte.  N  over  Castor  River.  Funded  by  GARVEE.  Project  involves 
bridge  N0382.  Part  of  the  Safe  and  Sound  program. 


MPO:  N 


Award 
Date: 


Fall  09 


AC-State: 


Anticipated  Fed  Cat:  Bridge 


279    State:  12] 


SAFES 

SOUND 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


51 

0 

349 


349 
0 


County:  Various 
Route:  Various 
Job  No.:  0P1979 
Length:  0.00 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


Milling  and  rumble  strips  in  the  edgelines  of  various  major  routes  in  various  counties  in 
District  10.  Funded  by  Open  Container  Funds. 


MPO:  N 


Award 
Date: 


Fed:       951  State: 
Summer  09      Anticipated  Fed  Cat:  Safety 


184  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


78 
0 

1,057 


1,057 
0 


County:  Various 
Route:  Various 
Job  No.:  0P2149 
Length:  0.00 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


SAFETEA-LU  High  Risk  Rural  Road  Program  for  safety  improvements  at  various 
locations  throughout  the  state. 


MPO:  N 


Award 
Date: 


Fed:  166 

Summer  09      Anticipated  Fed  Cat:  Safety 


State: 


36  Local: 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


18 
0 
184 


184 
0 


County:  Various 
Route:  Various 
Job  No.:  0Q2168 
Length:  0.00 
Fund  Cat:  Safety 

Sec  Cat:  Safety 


Installation  of  MoDOT  furnished  dynamic  message  signs  and  Closed  Circuit  TV  along 
Rtes.  60, 1-55  and  1-57  in  District  10.  Funded  by  MoDOT  Central  Office  Traffic  Operations 
$200,000  and  $800,000  from  DRA. 


MPO:  N 


Award 
Date: 


AC-State:         800  State: 
Summer  09      Anticipated  Fed  Cat:  S.T.P. 


269  Local: 


Federal 
Oversight 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


69 
0 

1,000 


1,000 
0 


County:  Wayne 
Route:  MO  34 
Job  No.:  0P0876 
Length:  13.35 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Widen,  build  shoulders  and  straighten  two  locations  between  Rte.  67  and  Piedmont. 
*Economic  Recovery  Project* 


MPO:  N 


Award 
Date: 


Summer  09 


Fed:  11,136 
Anticipated  Fed  Cat:  S.T.P. 


?  Ready  i  oGo! 

State:      1,494     Local:  0 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


1,494 
0 

11,136 


10,751 
0 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-29-2009  Section  4  -  9  District  10 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SL  JU)3  UlviL 
P.O.  Box  210 
l^ffnisan  City,  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 


7/2009- 
6/2010 


7/2010- 
6/2011 


7/2011- 
6/2012 


7/2012- 
6/2013 


7/2013- 
6/2014 


County:  Wayne 
Route:      US  67 
Job  No.:  0P0877 
Length:  34.64 

Fund  Cat:  Taking  Care  Of  System 
Sec  Cat:  Rehab  And  Reconst 


Resurface  existing  lanes  from  Madison  County  line  to  4.1  miles  south  of  Butler  County  line. 
This  project  is  part  of  an  overall  plan  to  improve  the  Rte.  67  corridor  to  a  divided  four-lane 
from  Fredericktown  to  Poplar  Bluff. 


MPO:  N 


Award 
Date: 


AC-State:      3,964  State: 


Fall  10 


Anticipated  Fed  Cat:  N.H.S. 


1,346    Local:  0 

BKlCfTl  LR 
FUTURE 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


15  340  0 

0  0  0 

0         4,955  0 


County:  Wayne 

Route:     US  67 

Job  No.:  0P0931F 

Length:  0.17 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Demolish  existing  bridge  over  Wappapello  Lake  1  mile  south  of  Rte.  D  at  Old  Greenville. 
Project  involves  bridge  J0021.  Amendment  3  new  major  project. 


MPO:  N 


Award 
Date: 


Fall  10 


AC-State:        312    State:     124    Local:  0 
Anticipated  Fed  Cat:  N.H.S. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


5  41  0 

0  0  0 

0  390  0 


County:  Wayne 

Route:     RT  F 

Job  No.:  0P0931D 

Length:  0.00 

Fund  Cat:  Amendment  3 

Sec  Cat:  System  Expansion 


Construct  wetlands  mitigation  area  on  USACE  maintained  property  at  Holliday  Landing 
4.2  miles  east  of  Rte.  67  on  Rte.  F.  USACE  participation  in  construction  of  mitigation  area 
on  USACE  property.  Amendment  3  new  major  project. 


MPO:  N 


Award 
Date: 


AC-State:         332    State:      111    Local:  0 
Winter  10        Anticipated  Fed  Cat:  S.T.P. 


Engineering: 
R/W: 
Construction: 
FFOS: 
Payments: 


28 


415 


0 


FFOS 


Total  R/W 
Total  Construction: 
Paybacks 


Sub-Total 


AC-State 
83,567 


Fed 
35,135 


State 
35,989 


Local 
750 


Total  Engineering 
Grand  Total 


45,779 


0 


2,148  3,987 
67,873  20,056 
0  0 


676 


0 

46,061 
0 


70,021        24,043  46,061 


7,353 
77,374 


2,552 
26,595 


3,526 
49,587 


30 
30 


250 


0 

1,733 
0 


1,733 


122 
1,855 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-29-2009  Section  4  - 10  District  10 


Dollars  in  Thousands 


PAYMENT  PROJECTS 


District  Office 


District  10       MoDOTs  Southeast  District 


x  MoDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    Cape  Girardeau 
Route:      IS  55 
Job  No.:  0I0767A 

Construction  of  outer  road  system  from  East  Main  Street  Interchange  to  Co.  Rd.  618,  2.4 
miles  north  of  the  Rtes.  61&34  interchange.  Payback  to  the  City  of  Cape  Girardeau.  The 
project  is  let  by  the  city. 

Engineering: 
R/W" 

104 
0 

0 
0 

0 
0 

0 

0 

0 
0 

Length:  2.40 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:         960  State: 

344    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1         N/A                Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

1,200 

0 

0 

0 

0 

County:    Cape  Girardeau 
Route:      IS  55 
Job  No.:  0I0767B 

Construction  of  outer  road  along  SB  lane  from  East  Main  Street  Interchange  to  Bainbridge 
Road.  MoDOT  partnering  with  City  of  Jackson.  City  will  design,  let  and  administer  the 
project.  MoDOT  participation  limited  to  review  &  payback. 

Engineering: 
R/W: 

104 
0 

0 
0 

0 
0 

0 

0 

0 
0 

Length:  1.00 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                AC-State:         960  State: 

344    Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  System  Expansion 

Date"1         N/A                Anticipated  Fed  Cat:  S.T.P. 

Federal 
Oversight 

Payments: 

1,200 

0 

0 

0 

0 

County:  Mississippi 
Route:      IS  57 
Job  No.:  010945 

Bridge  maintenance  and  joint  repair  on  Mississippi  River  Bridge  A2000.  Illinois  DOT  let, 
awarded  and  administered  this  project  in  2006.  MoDOT  will  repay  50%  of  project  costs  in 
fiscal  year  2011. 

Engineering: 
R/W: 

0 
0 

51 
0 

0 
0 

0 
0 

0 
0 

Length:  2.12 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:  801 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

750 

0 

0 

0 

County:  Mississippi 
Route:     US  60 
Job  No.:  0P0948 

Bridge  maintenance  on  bridge  K0950  at  Rte.  60/62  over  the  Mississippi  River  in  Mississippi 
County.  Payback  for  50%  of  bridge  rehabilitation  cost  to  Illinois  Department  of 
Transportation. 

Engineering: 
R/W: 

0 
u 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.19 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Statewide  Interstate  And  Major  Bridge                                          Fed:       0  State:  141 

Local:  0 

FFOS: 

0 

0 

0 

0 

0 

Sec  Cat:  Preventative  Maint 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

141 

0 

0 

0 

0 

County:  Scott 
Route:     US  61 
Job  No.:  0P2170Z 

Payback  from  the  cost  share  program  to  the  City  of  Sikeston/Scott  County.  Initial  funding 
from  Delta  Regional  Authority,  STP  and  Sikeston. 

Engineering: 
R/W: 

0 
0 

0 
0 

0 
0 

0 
0 

0 
0 

Length:  0.47 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs                                                Fed:       0  State:  151 

Local:  0 

FFOS: 

0 

0 

151 

0 

0 

Sec  Cat:  System  Expansion 

Date"1          N/A                Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

151 

0 

0 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 11  District  10 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

P.O.  Bra  27  Q 
J^ffuisan  C3lJ,  MO  65102 
H™k=<57J152S-S<J$S  Fas  i57J) 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 
No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Payments. 
Engineering  includes  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County:    St.  Francois 
Route:      OR  67 
Job  No.:  0S0966 

Construct  east  outer  road  for  Rte.  67  from  Parkway  Drive  to  Rte.  8  in  Desloge.  Payback 
from  the  cost  share  program  to  the  City  of  Desloge.  The  city  will  let  the  project.  Federal 
earmark  and  MoDOT  cost  share  project  STP-9900  (021). 

Engineering: 
R/W: 

85 

ft 

u 

0 

ft 

U 

0 

ft 

u 

0 
U 

0 

ft 

u 

Length:  1.60 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs 

AC-State:      2,879    State:    85  Local:  1,147 

FFOS: 

4,026 

0 

0 

0 

0 

Sec  Cat:  Systems  Operations 

^7rd  N/A 
Date: 

Anticipated  Fed  Cat:  Earmark 

Payments: 

4,026 

0 

0 

0 

0 

County:  Stoddard 

Payback  from  the  Cost  Share  program  to  Stoddard  County  for  the  acceleration  of  0S0963. 

Engineering: 

0 

0 

0 

0 

0 

Route:      RT  Y 
Job  No.:  OS0963Z 

R/W: 

0 

0 

0 

0 

0 

Length:  2.38 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Major  Projects  &  Emerging  Needs 

Fed:        0  State:          890       Local:  0 

FFOS: 

0 

0 

890 

0 

0 

Sec  Cat:  Rehab  And  Reconst 

^ard  N/A 
Date: 

Anticipated  Fed  Cat:  State 

Payments: 

0 

0 

890 

0 

0 

County:  Various 

Payback  for  Safe  and  Sound  bridges  for  District  10. 

Engineering: 

0 

0 

0 

0 

0 

Route:  Various 
Job  No.:  5B0800Z 

R/W: 

0 

0 

0 

0 

0 

Length:  0.00 

MPO:  N 

Construction: 

0 

0 

0 

0 

0 

Fund  Cat:  Taking  Care  Of  System 

Fed:     15,843       State:      3,961      Local:  0 

FFOS: 

0 

o 

o 

o 

o 

Sec  Cat:  Rehab  And  Reconst 

^ard  N/A 
Date: 

Anticipated  Fed  Cat:  Bridge 

Payments: 

0 

4,951 

4,951 

4,951 

4,951 

FFOS 

4,026 

0 

1,041 

0 

0 

Total  R/W 

0 

0 

0 

0 

0 

Total  Construction 

0 

0 

0 

0 

0 

Paybacks 

6,567 

5,701 

5,992 

4,951 

4,951 

Sub-Total 

6,567 

5,701 

5,992 

4,951 

4,951 

AC-State 

Fed                 State  Local 

Total  Engineering 

293 

51 

0 

0 

0 

4,799 

15,843              6,717  1,147 

Grand  Total 

6,860 

5,752 

5,992 

4,951 

4,951 

*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
Jun-26-2009  Section  4  - 12  District  10 


Dollars  in  Thousands 


x  MqDOT 


2010-2014  Highway  and  Bridge  Construction  Schedule 


Transportation  Planning 

2217  SI.  Marys  IIIvmL 

PjQl  BflK  270 
feffuison  City.  MO  65102 


Construction  contigency  applied  to  construction  cost  in  the  year  the  project  is  awarded. 

Three  percent  inflation  compounded  annually  is  applied  to  right-of-way  and  construction  costs  in  program  years  2,  3,  4,  and  5. 

No  inflation  is  applied  to  the  Funding  From  Other  Sources  (FFOS)  or  Paybacks  or  projects  in  the  Amendment  3  Funding  Category. 

Incidentals  include  PE  costs,  CE  costs  and  R/W  incidentals. 

STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

FFOS 

49,805 

0 

1,717 

0 

250 

Total  R/W 

2,148 

3,987 

0 

0 

0 

Total  Construction 

67,873 

20,056 

46,061 

0 

1,733 

Paybacks 

6,567 

5,701 

5,992 

4,951 

4,951 

Statewide  Totals 

Sub-Total 

76,588 

29,744 

52,053 

4,951 

6,684 

AC-State               Fed              State  Local 

Total  Engineering 

7,646 

2,603 

3,526 

30 

122 

88,366               50,978            42,706  1,897 

Grand  Total 

84,234 

32,347 

55,579 

4,981 

6,806 

Project  Count:  56 


*  Subject  to  the  approval  of  the  Transportation  Improvement  Plan  by  the  governing  Metropolitan  Planning  Organization. 
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Dollars  in  Thousands 


8%etter 

Bridges 

By  2012 


Safe  &  Sound  Bridge  Improvement  Program 


The  intent  of  the  Safe  &  Sound  Bridge  Improvement  Program  is  to  provide  for  the  rehabilitation/replacement  of  802  bridges  in  poor 
condition  throughout  the  state.  Each  county  in  Missouri  will  have  at  least  one  bridge  improved  as  a  result  of  this  project.  The  list  of 
bridges  includes  a  majority  of  condition  3  and  4  structures,  many  of  which  are  located  on  supplemental  routes.  Condition  3  and  4 
bridges  are  structures  that  are  still  safe  for  the  traveling  public,  but  warrant  rehabilitation  or  replacement  work.  The  budget  estimate 
for  replacing  or  rehabilitating  these  802  bridges  is  $700  million. 

There  are  554  bridge  replacements  included  in  a  single  design-build  package.  The  request  for  qualifications  for  this  project  was  issued 
in  October  2008,  and  a  short-listing  of  the  most  highly  qualified  submitters  occurred  in  December  2008.  This  project  was  awarded  in 
late  spring  2009.  This  contract  requires  the  awarded  team  to  perform  the  project  management,  design  and  construction  of  these 
structures.  The  remaining  248  bridges  will  be  rehabilitated  using  a  modified  design-bid-build  approach,  where  projects  will  be 
grouped  by  type,  size  or  location  to  accelerate  construction  schedules.  109  of  these  structures  plus  one  project  advanced  into  2009 
were  awarded  in  SFY  2009  (quick-start  bridges).  The  remaining  138  structures  will  be  awarded  between  state  fiscal  years  2010  and 
2013.  These  projects  are  included  in  the  2010-2014  STIP.  The  modified  design-bid-build  projects  have  been  grouped  together  by 
MoDOT  districts  and  job  number.  For  example  job  6B0801B  is  identified  as  6  =  MoDOT  district,  B  =  Safe  &  Sound  Bridge,  0801  = 
rural  bridge/0802  =  urban  bridge,  B,  C,  D  etc.  to  the  various  number  of  jobs  per  district. 

Existing  cash  balances  allowed  the  Missouri  Highways  and  Transportation  Commission  to  begin  awarding  the  1 10  quick-start  bridges 
immediately  using  advanced  construction  and  MoDOT  anticipates  utilizing  advance  construction  on  all  802  bridges.  The  earliest  date 
for  conversion  of  advance  construction  will  be  in  201 1.  Grant  Anticipation  Revenue  Vehicle  or  GARVEE  bonds  are  necessary  to 
finance  the  Safe  &  Sound  Program.  MoDOT  will  issue  multiple  series  of  bonds  totaling  $700  million  and  these  issuances  are 
anticipated  to  begin  in  SFY  201 1.  The  projects  are  programmed  with  $50  million  in  annual  payments  on  these  bonds,  beginning  in 
SFY  2011  and  continuing  for  approximately  25  years.  Federal  Highway  Bridge  Program  (HBP)  and  Surface  Transportation  (STP) 
funds  will  be  obligated  on  these  bridges  based  on  their  eligibility. 

A  budget  for  the  three  components  of  the  revised  Safe  &  Sound  Bridge  Improvement  Program  was  established  by  applying  a  cost  per 
square  foot  of  bridge  deck  area  to  the  bridge  deck  area  of  each  component.  They  include  various  elements  such  as  engineering,  utility 
relocations,  right-of-way,  bridge  rehabilitation  or  construction  and  roadway  construction  in  order  to  identify  programmatic  level 
budgets  for  these  elements. 
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Table  4-1  lists  the  554  bridge  replacements  included  in  the  design-build  package  of  the  Safe  &  Sound  Bridge  Improvement  Program. 
Duplicate  bridge  numbers  represent  two  independent  structures  on  the  same  route  for  both  directions  of  traffic.  Using  an  assumed  cost 
of  $225  per  square  foot  of  bridge  deck  area  applied  to  2,200,000  square  feet,  the  resulting  budget  for  replacement  of  these  554  bridges 
is  $495  million.  This  project  was  awarded  to  KTU  Constructors  in  a  special  meeting  of  the  Missouri  Highways  and  Transportation 
Commission  on  May  21,  2009.  The  project  was  awarded  at  a  cost  of  $487  million  with  a  completion  date  by  the  end  of  2013. 

Table  4-2  lists  the  awarded  1 10  quick-start  bridges  to  be  delivered  through  the  modified  design-bid-build  delivery  method.  This  table 
also  identifies  award  dates  and  job  numbers  for  each  bridge.  Locations  of  each  bridge  are  shown  on  a  statewide  map  following  the 
table. 

Table  4-3  lists  the  programmed  138  bridges  to  be  delivered  through  the  modified  design-bid-build  delivery  method  over  the  next  five 
years.  Locations  of  each  bridge  are  shown  on  a  statewide  map  following  the  table.  Specific  projects  for  these  bridge  improvements 
are  included  in  the  appropriate  district  project  listing  in  Section  4. 

Updated  information  may  be  found  at  www.modot.org/safeandsound. 
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Table  4-1 


Design-Build  Project  List  (554  Bridges) 

District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

01 

ANDREW 

MO  48  E 

K0131 

PLATTE  RVR  OVRFL 

N 

01 

ANDREW 

RT  DD  S 

N0317 

DILLON  CR 

Y 

01 

ANDREW 

RT  Y  S 

P0569 

OWL  CR 

N 

01 

ANDREW 

US  169  S 

J0003 

NIAGARA  RVR 

N 

01 

ANDREW 

l_        RT  H  S 

P0570 

ARAPAHOE  CR 

N 

01 

ANDREW 

RT  A  E 

S0190 

STR 

N 

01 

ATCHISON 

MO  1 1 1  S 

X0168 

TURKEY  CR 

N 

01 

ATCHISON 

US  136  E 

G0674 

COW  CR 

N 

01 

ATCHISON 

RT  C  E 

K0812 

MID  TARKIO  CR 

N 

01 

ATCHISON 

RT  C  E 

K0827 

TARKIO  RVR 

N 

01 

ATCHISON 

RT  B  E 

S0106 

HALLS  BR 

N 

01 

ATCHISON 

US  59  S 

G0355 

TARKIO  RVR 

N 

01 

ATCHISON 

MO  46  E 

T0814 

E  FK  HICKORY  CR 

N 

01 

ATCHISON 

RT  V  E 

P0561 

MAIN  DRAIN  DTCH  #6 

N 

01 

ATCHISON 

MO  1 1 1  S 

X0171 

DRAIN  DTCH 

N 

01 

ATCHISON 

RT  B  E 

X0576 

ROCK  CR 

N 

01 

ATCHISON 

MO  46  E 

T0813 

HICKORY  CR 

N 

01 

ATCHISON 

MO  46  E 

T0047 

LIT  TARKIO  DRAIN  D 

N 

01 

BUCHANAN 

MO  116  E 

L0351 

LOST  CR 

N 

01 

BUCHANAN 

RT  H  E 

X0599 

WOLFPEN  CR 

N 

01 

BUCHANAN 

RT  KK  E 

T0861 

PUCKETT  SLU 

N 

01 

BUCHANAN 

RT  P  E 

T0233 

3RD  FK  OF  PLATTE  R 

N 

01 

BUCHANAN 

MO  116  E 

S0786 

LIT  BEE  CR 

N 

01 

BUCHANAN 

MO  116  E 

S0785 

BEE  CR 

N 

01 

BUCHANAN 

RT  M  S 

N0108 

SUGAR  CR 

N 

01 

BUCHANAN 

US  59  S 

F0171 

CLOVERDALE  DTCH 

N 

01 

|-\  1    ■  /— \  ■    1  A  h  1  A   h  1 

BUCHANAN 

US  59  S 

F0172 

GAY  BR 

N 

01 

BUCHANAN 

RT  DD  E 

P0420 

MALDEN  CR 

N 

01 

CALDWELL 

RT  AS 

T0863 

PANTHER  CR 

N 

01 

CALDWELL 

RT  D  S 

P0429 

GOOSE  CR 

N 

01 

CALDWELL 

RTWS 

G0400 

E SHEEP  CR 

N 

01 

CALDWELL 

US  36  W 

A0012 

UP  RR 

N 

01 

CLINTON 

RT  NN  E 

X0565 

MCGUIRE  CR  BR 

N 

01 

CLINTON 

MO  121  S 

T0128 

DEER  CR 

N 
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Design-Build  Project  List  (554  Bridges) 

District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

01 

CLINTON 

RT  PP  E 

A0 190 

NEW  HOPE  CR 

N 

01 

DAVIESS 

RT  E  E 

P0645 

GRINDSTONE  CR 

N 

01 

DAVIESS 

RT  P  E 

P0510 

BIG  MUDDY  CR 

N 

01 

DAVIESS 

RT  P  E 

P0470 

PILOT  GROVE  CR 

N 

01 

DAVIESS 

RT  CC  S 

P0318 

DOG  CR 

N 

01 

DAVIESS 

MO  13  S 

K0169 

LITTLE  CYPRESS  CR 

N 

01 

DAVIESS 

RT  M  E 

X0733 

LICK  FK  CR 

N 

01 

DAVIESS 

RT  J  S 

X01 17 

MARROWBONE  CR 

N 

01 

DAVIESS 

RT  K  S 

S0791 

EAST  CR 

N 

01 

DAVIESS 

RT  J  S 

S0182 

DOG  CR 

N 

01 

DAVIESS 

RT  K  S 

S0793 

PILOT  GROVE  CR 

N 

01 

DEKALB 

US  36  W 

G0538 

CASTILE  CR 

N 

01 

DEKALB 

RT  A  S 

L0165 

E  FK  LOST  CR 

N 

01 

DEKALB 

RT  H  S 

P0373 

DRY  BR 

N 

01 

DEKALB 

RT  E  E 

X0140 

EAST  FK  LOST  CR 

N 

01 

DEKALB 

RT  E  E 

X0139 

LOST  CR 

N 

01 

DEKALB 

RT  E  E 

X0138 

LIT  3RD  FK  PLATTE 

N 

01 

GENTRY 

RT  O  E 

R0012 

W  FK  GRAND  RVR 

N 

01 

GENTRY 

RT  A  S 

S0095 

EVONA  CR 

N 

01 

GENTRY 

RT  UU  S 

N0515 

TURKEY  CR 

N 

01 

GENTRY 

US  136  E 

J0204 

MOCCASIN  CR 

N 

01 

GENTRY 

RT  M  E 

X0848 

ISLAND  CR 

N 

01 

GENTRY 

MO  85  S 

H0248 

TOWN  BR 

N 

01 

GENTRY 

US  136  E 

J0203 

TOWN  BR 

N 

01 

GENTRY 

RT  H  S 

T0332 

W  FK  GRAND  RVR 

N 

01 

HARRISON 

RT  O  S 

P0076 

INDIAN  CR 

N 

01 

HARRISON 

RT  O  S 

P0078 

DONABY  CR 

N 

01 

HARRISON 

RT  F  E 

P0176 

PANTHER  CR 

N 

01 

HARRISON 

RT  CCS 

P0372 

CAT  CR 

N 

01 

HARRISON 

RT  Z  E 

P0459 

SHAIN  CR 

N 

01 

HARRISON 

RT  M  E 

P0705 

W  FK  BIG  CR 

N 

01 

HARRISON 

RT  B  S 

S0294 

BR 

N 

01 

HARRISON 

RT  N  E 

P0074 

BRUSH  CR 

N 

01 

HARRISON 

US  69  S 

H0789 

BIG  CR  OVRFL 

N 
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Design-Build  Project  List  (554  Bridges) 

District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

01 

HARRISON 

RT  B  S 

S0295 

PANTHER  CR 

N 

01 

HARRISON 

RT  B  S 

S0298 

DTCH 

N 

01 

HARRISON 

MO  46  E 

X0132 

W  FK  BIG  CR 

N 

01 

HARRISON 

MO  46  E 

X0133 

E  FK  BIG  CR 

N 

01 

HARRISON 

^    MO  46  E 

X0134 

SHAIN  CR 

N 

01 

HARRISON 

RT  Y  E 

P0977 

TRAIL  CR 

N 

01 

HARRISON 

RT  A  E 

X0901 

BIG  PANTHER  CR 

N 

01 

HARRISON 

US  136  E 

K0164 

SUGAR  CR 

N 

01 

HARRISON 

US  69  S 

H0753 

BIG  CR 

N 

01 

HARRISON 

RT  KK  E 

N0738 

SHAIN  CR 

N 

01 

HARRISON 

RT  UU  E 

N0609 

INDIAN  CR 

N 

01 

HOLT 

MO  1 1 1  S 

N0109 

CANNON  CR 

N 

01 

HOLT 

RT  C  E 

X0266 

MINNESOTA  VALLEY  C 

N 

01 

HOLT 

RT  C  E 

X0265 

WILDCAT  CR 

N 

01 

HOLT 

MO  1 1 1  S 

X0165 

CORN  CR 

N 

01 

HOLT 

RT  N  S 

T0588 

MID  BR  SQUAW  CR 

N 

01 

HOLT 

RT  N  S 

T0587 

E  BR  SQUAW  CR 

N 

01 

HOLT 

RT  C  E 

P0729 

MID  BR  SQUAW  CR 

N 

01 

HOLT 

RT  B  S 

L0197 

NICHOLS  CR 

N 

01 

HOLT 

US  59  S 

H0457 

LITTLE  TARKIO  CR 

N 

01 

HOLT 

RT  C  E 

P0730 

SQUAW  CR 

N 

01 

HOLT 

RT  B  S 

S0183 

NICHOLS  CR 

N 

01 

HOLT 

RT  B  S 

S0720 

LINCOLN  CR 

N 

01 

HOLT 

MO  1 1 1  S 

L0841 

OLD  CHNL  BIG  TARKI 

N 

01 

NODAWAY 

RT  F  S 

T0579 

MOZINGO  BR 

N 

01 

NODAWAY 

MO  1 13  S 

T0048 

CAYHOGA  CR 

N 

01 

NODAWAY 

MO  1 13  S 

S0513 

NODAWAY  RVR  OVRFL 

N 

01 

NODAWAY 

M0113S 

S0512 

NODAWAY  RVR  OVRFL 

N 

01 

NODAWAY 

M0113S 

S0511 

NODAWAY  RVR 

N 

01 

NODAWAY 

RT  A  E 

S0186 

JENKINS  CR 

N 

01 

NODAWAY 

MO  246  E 

P0243 

NORVEYCR 

N 

01 

NODAWAY 

MO  246  E 

L0186 

BRUSHY  BR 

N 

01 

NODAWAY 

MO  246  E 

L0168 

HONEY  CR 

N 

01 

NODAWAY 

RT  J  S 

K0888 

SLEEK  CR 

N 
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Design-Build  Project  List  (554  Bridges) 

District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

01 

NODAWAY 

US  71  S 

K0258 

WHITE  CLOUD  BR 

N 

01 

NODAWAY 

MO  1 13  S 

T0050 

SAND  CR 

N 

01 

NODAWAY 

MO  1 13  S 

T0049 

BOWMAN  BR 

N 

01 

NODAWAY 

US  136  E 

J0794 

WILDCAT  CR 

N 

01 

WORTH 

U      RT  T  S 

X01 12 

LOTTS  CR 

N 

01 

WORTH 

RT  W  E 

X0141 

OXCART  CR 

N 

01 

WORTH 

RT  W  E 

T0898 

BEAR  CR 

N 

01 

WORTH 

RT  C  S 

P0060 

LIT  ROCK  CR 

N 

01 

WORTH 

RT  PP  E 

N0516 

MID  FK  GRAND  RVR 

N 

02 

ADAIR 

MO  1 1  S 

K0301 

WALNUT  CR 

N 

02 

ADAIR 

RT  V  S 

X0120 

TIMBER  CR 

N 

02 

ADAIR 

RT  A  S 

T0883 

N  FK  SALT  RVR 

N 

02 

ADAIR 

MO  1 1  S 

K0298 

LINN  CR 

N 

02 

ADAIR 

MO  1 1  S 

K0302 

LIT  WALNUT  CR 

N 

02 

ADAIR 

MO  1 1  S 

K0300 

GOOSE  CR 

N 

02 

ADAIR 

RT  D  E 

S0620 

BRUSH  CR 

N 

02 

CARROLL 

MO  139  S 

S0549 

BIG  CR  OVRFL 

N 

02 

CARROLL 

MO  139  S 

S0485 

BIG  CR 

N 

02 

CARROLL 

RT  B  E 

S0010 

CAMP  CR 

N 

02 

CARROLL 

RT  W  E 

P0659 

BURR  OAK  CR 

N 

02 

CARROLL 

RT  M  E 

N0632 

WOLF  CR 

N 

02 

CARROLL 

RT  OO  S 

N0025 

MCCROSKIE  CR 

N 

02 

CARROLL 

RT  B  E 

L0426 

CAMP  CR 

N 

02 

CARROLL 

RT  E  E 

L0183 

MCCROSKIE  CR 

N 

02 

CARROLL 

RT  E  E 

L0182 

FISH  POND  CR 

N 

02 

CARROLL 

RT  M  E 

N0630 

BIG  CR 

N 

02 

CARROLL 

MO  139  S 

S0605 

BIG  CR  DRAIN  DTCH 

N 

02 

CARROLL 

RT  J  E 

S0868 

MOUND  CR 

N 

02 

CHARITON 

MO  11  S 

K0664 

BNSF  RR 

N 

02 

CHARITON 

RTPS 

X0808 

PUZZLE  CR 

N 

02 

GRUNDY 

RT  WW  E 

P0463 

HICKORY  CR 

N 

02 

GRUNDY 

RT  E  E 

S0402 

CROOKED  CR 

N 

02 

HOWARD 

MO  124  E 

X0127 

MONITEAU  CR 

N 

02 

LINN 

RT  DD  E 

P0147 

PARSONS  CR 

N 
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Design-Build  Project  List  (554  Bridges) 

District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

02 

LINN 

RT  E  E 

P0320 

BIG  MUDDY  CR 

N 

02 

LIVINGSTON 

RT  K  S 

X0148 

OLD  MEDICINE  CR  CH 

N 

02 

LIVINGSTON 

RT  D  S 

L0549 

OLD  CHNL  SHOAL  CR 

N 

02 

MACON 

RT  J  E 

X0943 

CHARITON  RVR 

N 

02 

MACON 

RT  J  E 

X0104 

LONG  BR 

N 

02 

MACON 

RT  C  S 

T0989 

S  FK  CLAYBANK  CR 

N 

02 

MACON 

MO  156  E 

R0165 

WALNUT  CR 

N 

02 

MACON 

RT  OO  S 

P0882 

MID  FK  CHARITON  RV 

N 

02 

MERCER 

RT  P  S 

P0180 

BIG  BR 

N 

02 

PUTNAM 

RT  M  E 

P0375 

SHANKTON  BR 

N 

02 

PUTNAM 

US  136  E 

J0410 

E  LOCUST  CR 

N 

02 

PUTNAM 

MO  139  S 

S0584 

BARBER  CR 

N 

02 

PUTNAM 

MO  5  S 

J0954 

S  BLACKBIRD  CR 

N 

02 

RANDOLPH 

RT  M  E 

L0590 

COON  CR 

N 

02 

SALINE 

RT  P  E 

P0082 

FISH  CR 

N 

02 

SALINE 

RT  D  S 

X0426 

FISH  CR 

N 

02 

SALINE 

RT  M  S 

T0975 

BUCK  CR 

N 

02 

SALINE 

MO  127  S 

T0708 

ELMWOOD  BR 

N 

02 

SALINE 

MO  127  S 

T0070 

SALT  PD  CR 

N 

02 

SALINE 

MO  127  S 

T0069 

ROBERTSON  CR 

N 

02 

SALINE 

RT  C  E 

S0803 

EDMONDSON  CR 

N 

02 

SALINE 

OR  70  E 

G0525 

LONG  BR 

N 

02 

SALINE 

OR  70  E 

G0524 

COPPERAS  CR 

N 

02 

SCHUYLER 

RT  E  E 

T0892 

BRUSH  CR 

N 

02 

SCHUYLER 

RT  J  E 

P0883 

SALT  RVR 

N 

02 

SCHUYLER 

RT  A  S 

S0023 

BRUSHY  CR 

N 

02 

/— \  ■    ||     |      IV   /  A  hi 

SULLIVAN 

MO  139  S 

S0582 

STREAM 

N 

02 

SULLIVAN 

RT  O  E 

P0434 

BR  OF  LONG  BR 

N 

02 

SULLIVAN 

MO  5  S 

H0805 

ELMWOOD  CR 

N 

02 

SULLIVAN 

MO  129  S 

S0199 

LIT  YELLOW  CR 

N 

02 

SULLIVAN 

RT  C  E 

P0205 

LIT  YELLOW  CR 

N 

02 

SULLIVAN 

MO  6  E 

J0691 

MUDDY  CR 

N 

02 

SULLIVAN 

RT  H  E 

P0711 

MUSSEL CR 

N 

02 

SULLIVAN 

RT  N  E 

G0587 

YELLOW  CR 

N 
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District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

03 

AUDRAIN 

US  54  E 

H0682 

CUIVRE  RVR 

N 

03 

AUDRAIN 

RT  B  S 

T0205 

BR  LICK  CR 

N 

03 

AUDRAIN 

RT  D  E 

S0728 

SCATTERING  FK 

N 

03 

AUDRAIN 

RT  FF  E 

P0994 

DAVIS  CR 

N 

03 

AUDRAIN 

MO  15  S 

H0133 

LONG  BR 

N 

03 

AUDRAIN 

RT  Y  S 

N0475 

REESE  FK 

N 

03 

CLARK 

RT  K  S 

X0796 

LIT  FOX  RVR 

N 

03 

CLARK 

306  S 

T0848 

SIDE  DTCH 

N 

03 

CLARK 

RT  D  E 

L0166 

WYACONDA  RVR 

N 

03 

CLARK 

MO  81  S 

J0161 

FOX  RVR 

N 

03 

CLARK 

RT  AA  S 

N0486 

LIT  FOX  RVR 

N 

03 

CLARK 

RT  D  E 

P0266 

LIT  WYACONDA  RVR 

N 

03 

KNOX 

RT  E  S 

N0456 

S  FABIUS  RVR 

N 

03 

KNOX 

RT  J  S 

P0038 

S  FK  FABIUS  RVR 

N 

03 

KNOX 

MO  156  E 

S0952 

S  FABIUS  RVR 

N 

03 

KNOX 

RT  E  S 

X0824 

TROUBLESOME  CR 

N 

03 

KNOX 

RT  M  S 

P0507 

MID  FABIUS  RVR 

N 

03 

LEWIS 

MO  156  E 

X0348 

BIG  GRASSY  CR 

N 

03 

LEWIS 

MO  16  E 

H0028 

SUGAR  CR 

N 

03 

LINCOLN 

MO  147  S 

P0842 

BIG  SUGAR  CR 

N 

03 

LINCOLN 

RT  D  S 

T0291 

TURKEY  CR 

N 

03 

LINCOLN 

RT  KK  E 

N0829 

SUGAR  CR 

N 

03 

LINCOLN 

RT  V  E 

N0778 

SUGAR  CR 

N 

03 

LINCOLN 

RT  E  E 

X0040 

LIT  LEAD  CR 

N 

03 

MARION 

MO  168  E 

K0237 

NORTH  RVR 

N 

03 

MARION 

RT  MM  E 

G0974 

BEAR  CR 

N 

03 

MARION 

RT  Z  S 

T0994 

S  FK  NORTH  RVR 

N 

03 

MARION 

RT  D  S 

X0046 

S  FABIUS  RVR 

N 

03 

MONROE 

RT  CC  E 

N0075 

CLEAR  CR 

N 

03 

MONROE 

MO  151  S 

T0570 

REESE  FK  OF  SALT  R 

N 

03 

MONTGOMERY 

RT  AA  S 

P0072 

COON  CR 

N 

03 

MONTGOMERY 

MO  161  S 

X0108 

ELKHORN  CR 

N 

03 

PIKE 

RTWS 

R0230 

GUINSCR 

N 

03 

PIKE 

RT  M  S 

P0757 

S  BR  INDIAN  CR 

N 
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District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

03 

PIKE 

RT  H  E 

R0331 

LIT  RAMSEY  CR 

N 

03 

PIKE 

RT  AC  S 

N0753 

SANDY  CR 

N 

03 

PIKE 

RT  D  S 

S0775 

LIT  CALUMET  CR 

N 

03 

PIKE 

RT  V  E 

P0910 

INDIAN  CR 

N 

03 

PIKE 

L       US  54  E 

J0127 

NOIX  CR 

N 

03 

PIKE 

US  54  E 

H0517 

N  FK  NOIX  CR 

N 

03 

PIKE 

MO  79  S 

K0321 

SMALL  CR 

N 

03 

PIKE 

RT  W  S 

P0364 

RAMSEY  CR 

N 

03 

RALLS 

RT  P  S 

P01 18 

SPENCER  CR 

N 

03 

RALLS 

MO  154  E 

X0378 

SPENCER  CR 

N 

03 

RALLS 

RT  F  S 

N0184 

SPENCER  CR 

N 

03 

RALLS 

MO  19  S 

J0430 

E  LICK  CR 

N 

03 

SCOTLAND 

RT  Z  S 

P0551 

LIT  FOX  RVR 

N 

03 

SHELBY 

RT  H  S 

P0680 

HILTON  BR 

N 

03 

SHELBY 

RT  BB  S 

P0990 

GARNETT  BR 

N 

03 

SHELBY 

MO  151  S 

X021 1 

OTTER  CR 

N 

03 

SHELBY 

RT  DD  E 

X0496 

OTTER  CR 

N 

03 

WARREN 

RT  D  E 

W01 13 

BR  OF  TUQUE  CR 

N 

03 

WARREN 

RT  A  S 

X0166 

CAMP  CR 

N 

04 

CASS 

RT  K  S 

P0574 

CAMP  CR 

Y 

04 

CASS 

RT  Y  S 

W0 122 

MASSEY  CR 

Y 

04 

CASS 

MO  58  E 

G031 1 

DUNCAN  BR 

Y 

04 

CASS 

RT  D  S 

X0464 

MASSEY  CR 

Y 

04 

CASS 

RT  N  E 

Y0947 

WALNUT  CR 

Y 

04 

CASS 

RT  E  S 

P0550 

CRAWFORD  CR 

Y 

04 

CASS 

RT  VV  E 

N0783 

CRAWFORD  CR 

Y 

04 

CASS 

MO  58  E 

H0564 

s~\  w-~\  Alii  w—  /— *v       r~v    i~  i  f 

CRAWFORD  FK 

Y 

PVT  OUTER  RD 

04 

CASS 

S 

H0453 

S  GRAND  RVR 

Y 

04 

CASS 

RT  B  E 

T0502 

GRAND  RVR 

Y 

04 

CASS 

MO  58  E 

H0565 

CRAWFORD  CR 

Y 

04 

CLAY 

US  69  N 

K0140 

BNSF  RR 

Y 

04 

CLAY 

RT  KKE 

W0388 

OWENS  BR 

N 

04 

CLAY 

US  69  S 

L0502 

BNSF  RR 

Y 
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District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

04 

CLAY 

RT  N  S 

K0648 

FISHING  RVR 

Y 

04 

CLAY 

MO  92  E 

A051 1 

WILLIAMS  CR 

N 

04 

CLAY 

RT  A  S 

L0404 

FISHING  RVR 

Y 

04 

HENRY 

RT  K  S 

T0571 

WHITE  OAK  CR 

N 

04 

HENRY 

I        RT  K  S 

T0817 

DEEPWATER  CR 

N 

04 

HENRY 

RT  K  S 

T0816 

BRUSHY  CR 

N 

04 

HENRY 

MO  52  E 

J0819 

BEAR  CR 

N 

04 

HENRY 

RT  Y  S 

T0412 

E  TEBO  CR 

N 

04 

HENRY 

RT  N  E 

S0998 

NORRIS  BR 

N 

04 

HENRY 

MO  52  E 

K0604 

KATY  TRAIL 

N 

04 

HENRY 

RT  N  E 

X0425 

NORRIS  CR 

N 

04 

HENRY 

MO  52  E 

J0818 

BEAR  CR 

N 

04 

HENRY 

MO  2  E 

J0696 

E  TEBO  CR 

N 

04 

HENRY 

MO  2  E 

J0533 

TEBO  CR 

N 

04 

HENRY 

MO  2  E 

K0230 

MID  TEBO  CR 

N 

04 

HENRY 

MO  2  E 

K0231 

MID  TEBO  CR 

N 

BLUE  RIDGE 

04 

JACKSON 

BLVD  S 

H0153 

MO  350 

Y 

04 

JACKSON 

RT  H  S 

Y0148 

SNI-A-BAR  CR 

Y 

04 

JACKSON 

RT  H  S 

Y0146 

TUCKERS  BR 

Y 

04 

JACKSON 

OR  70  E 

G0383 

SMALL  CR 

Y 

04 

JACKSON 

US  24  E 

J0933 

WAHOO  BR 

Y 

04 

JACKSON 

US  24  E 

K0653 

ROCK  CR 

Y 

04 

JACKSON 

RT  H  S 

Y0147 

SNI-A-BAR  CR 

Y 

04 

JOHNSON 

MO  2  E 

L0142 

BIG  CR 

N 

04 

JOHNSON 

RT  E  E 

X0855 

WALNUT  CR 

N 

04 

JOHNSON 

MO  2  E 

T0852 

BEAR  CR 

N 

04 

JOHNSON 

RT  E  E 

T0818 

BLACK  JACK  CR 

N 

04 

JOHNSON 

RT  CCS 

P0509 

MULKEY  CR 

N 

04 

JOHNSON 

RT  B  S 

N0964 

WALNUT  CR 

N 

04 

JOHNSON 

RT  PP  E 

N0361 

CLEAR  CR 

N 

04 

JOHNSON 

RT  CCS 

R0472 

PEAVINE  CR 

N 

04 

JOHNSON 

MO  58  E 

K0429 

UP  RR 

N 

04 

JOHNSON 

US  50  W 

G0953 

BUTCHERS  CR 

N 
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District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

04 

JOHNSON 

RT  CC  S 

A1890 

FLAGSTAFF  CR 

N 

04 

JOHNSON 

RT  DD  E 

A0750 

CLEAR  CR 

N 

04 

JOHNSON 

RT  DD  E 

A0749 

MC  ADOO  CR 

N 

04 

JOHNSON 

RT  ZZ  S 

N0550 

WALNUT  CR 

N 

04 

JOHNSON 

RT  BB  N 

N01 1 1 

POST  OAK  CR 

N 

04 

JOHNSON 

RT  T  S 

N0296 

COON  CR 

N 

04 

LAFAYETTE 

MO  224  E 

H0100 

DRY  WASH 

N 

04 

LAFAYETTE 

MO  21 3  S 

N0178 

LIT  TABO  CR 

N 

04 

LAFAYETTE 

MO  224  E 

L0090 

GRAHAM  BRG 

N 

04 

LAFAYETTE 

MO  23  S 

K0346 

DAVIS  CR 

N 

04 

LAFAYETTE 

MO  23  S 

K0345 

CROW  CR 

N 

04 

LAFAYETTE 

MO  224  E 

J0025 

SNI-A-BAR  CR 

N 

04 

LAFAYETTE 

MO  224  E 

H0106 

DRY  RUN  CR 

N 

04 

LAFAYETTE 

MO  224  E 

G0988 

LIT  SNI-A-BAR  CR 

N 

04 

LAFAYETTE 

RT  WW  S 

N0827 

OWL  CR 

N 

04 

LAFAYETTE 

RT  FF  E 

X0823 

SNI-A-BAR  CR 

N 

04 

LAFAYETTE 

RT  FF  E 

P0899 

SNI-A-BAR  CR 

N 

04 

LAFAYETTE 

RT  D  S 

T0352 

SNI-A-BAR  CR 

N 

04 

LAFAYETTE 

RT  F  S 

T0563 

LIT  TABO  CR 

N 

04 

LAFAYETTE 

RT  OO  S 

W0312 

SNI-A-BAR  CR 

N 

04 

LAFAYETTE 

RT  M  S 

X0563 

DAVIS  CR 

N 

04 

LAFAYETTE 

RT  M  S 

X0564 

DAVIS  CR 

N 

04 

LAFAYETTE 

RT  E  S 

X0740 

GARRISON  CR 

N 

04 

LAFAYETTE 

RT  FF  E 

P0095 

TABO  CR 

N 

04 

PLATTE 

MO  45  S 

K0705 

MISSION  CR 

N 

04 

PLATTE 

RT  B  S 

X0400 

DICKS  CR 

N 

04 

PLATTE 

RT  H  S 

S0829 

JORDAN  CR 

N 

04 

PLATTE 

RT  E  E 

S0726 

JOWLER  CR 

N 

04 

PLATTE 

RT  N  S 

P0536 

PRAIRIE  BR 

N 

04 

PLATTE 

MO  45  S 

K0704 

SHORT  CR 

N 

04 

PLATTE 

MO  45  S 

K0703 

SUGAR  CR 

N 

04 

PLATTE 

MO  45  S 

K0491 

BEAR  CR 

N 

04 

PLATTE 

DRY  LAKE  RD  E 

K0343 

DTCH 

N 

04 

PLATTE 

RT  H  S 

H0918 

BUZZARD  BR 

N 
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District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

04 

PLATTE 

RT  H  S 

S0229 

BEE  CR 

N 

04 

RAY 

RT  C  S 

X0618 

ROCKY  FK  CR 

N 

04 

RAY 

RT  D  E 

P0608 

CROOKED  RVR 

N 

04 

RAY 

RT  B  S 

X0858 

CROOKED  RVR 

N 

04 

RAY 

l_      RT  A  S 

X0804 

WAKENDA  CR 

N 

04 

RAY 

RT  C  S 

X0619 

SWAFFORD  BR 

N 

04 

RAY 

RT  T  E 

S0699 

ROLLINS  CR 

N 

04 

RAY 

RT  A  S 

S0487 

CRABAPPLE  CR 

N 

04 

RAY 

RT  A  S 

S0005 

DRAIN  DTCH 

N 

04 

RAY 

RT  K  E 

P0793 

CROOKED  RVR 

N 

04 

RAY 

MO  10  E 

J0323 

CROOKED  RVR  OVRFL 

N 

04 

RAY 

RT  BB  S 

N0525 

CROOKED  RVR 

N 

04 

RAY 

RT  AA  E 

N0387 

WAKENDA  CR 

N 

04 

RAY 

RT  E  S 

N0298 

S  MUD  CR 

N 

04 

RAY 

RT  C  S 

L0903 

CROOKED  RVR 

N 

04 

RAY 

MO  13  S 

J0744 

BR 

N 

04 

RAY 

MO  10  E 

G0948 

CROOKED  RVR 

N 

04 

RAY 

MO  10  E 

J0325 

CROOKED  RVR  OVRFL 

N 

04 

RAY 

RT  FF  E 

N0839 

MCDONALD  BR 

N 

04 

RAY 

MO  10  E 

J0324 

CROOKED  RVR  OVRFL 

N 

04 

RAY 

RT  B  S 

X0771 

COTTONWOOD  CR 

N 

05 

BENTON 

RT  AA  E 

N0370 

BIG  DEER  CR 

N 

05 

BOONE 

OR  70  E 

G0588 

CR 

Y 

05 

BOONE 

OR  70  E 

G0589 

CR 

Y 

05 

BOONE 

US  63  S 

G0741 

TURKEY  CR 

N 

05 

BOONE 

OR  70  E 

H0197 

GRINDSTONE  CR 

Y 

05 

BOONE 

OR  70  E 

H0198 

LIT  CEDAR  CR 

N 

05 

BOONE 

OR  70  E 

H0199 

CEDAR  CR 

N 

05 

BOONE 

RTNNS 

R0002 

LICK  FK  CR 

N 

05 

BOONE 

RT  WW  E 

A0113 

N  FK  CR 

Y 

05 

CALLAWAY 

OR  70  E 

H0211 

MADDOX  CR 

N 

05 

CALLAWAY 

MO  94  E 

T0593 

EAGLE  CR 

N 

05 

CALLAWAY 

RT  PP  E 

N0908 

MIDDLE  RVR 

N 

05 

CALLAWAY 

MO  94  E 

L0546 

E  WING  CR 

N 
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District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

U  S  HWY  54  OLD 

05 

CALLAWAY 

S 

H0559 

SMITH  BR 

N 

05 

CAMDEN 

RT  A  E 

X0490 

BARNETT  BR 

N 

05 

CAMDEN 

RT  W  E 

G0807 

MACKS  CR 

N 

05 

CAMDEN 

L        RT  D  S 

N0610 

SPENCER  CR 

N 

05 

CAMDEN 

RT  W  E 

N0978 

WATSON  BR 

N 

05 

CAMDEN 

RT  Z  S 

R0362 

MORRIS  CR 

N 

05 

CAMDEN 

RT  T  S 

S0503 

WET  GLAIZE  CR 

N 

05 

CAMDEN 

RT  J  S 

T0345 

PRAIRIE  HOLOW 

N 

05 

COLE 

RT  W  S 

N0976 

SPRING  CR 

N 

05 

COLE 

RT  D  S 

S0823 

LOGAN  CR 

N 

05 

COOPER 

RT  B  S 

A0090 

IS  70 

N 

05 

COOPER 

RT  A  S 

G0702 

LAMINE  RVR  OVRFL 

N 

05 

COOPER 

RT  V  S 

W0304 

PETITE  SALINE  CR 

N 

05 

GASCONADE 

RT  W  S 

N0153 

PUNCHEON  CR 

N 

05 

GASCONADE 

RT  W  S 

W0176 

SECOND  CR 

N 

05 

MARIES 

MO  42  E 

W0093 

MILLS  SPR 

N 

05 

MARIES 

RT  BB  E 

W0275 

LIT  MARIES  RVR 

N 

05 

MARIES 

MO  42  E 

W0094 

MILLS  SPR 

N 

05 

MARIES 

MO  28  E 

H0981 

DRY  FK  CR 

N 

05 

MARIES 

RT  A  S 

P0188 

SPRING  CR 

N 

05 

MARIES 

RT  V  S 

R0076 

LIT  FLY  CR 

N 

05 

MILLER 

MO  17  S 

G0962 

CATAIL  CR 

N 

05 

MILLER 

RT  MM  S 

P0954 

J  BUSTER  CR 

N 

05 

MILLER 

MO  52  E 

S0536 

HUMPHREYS  CR 

N 

05 

MONITEAU 

RT  E  S 

S0927 

DRY  FK 

N 

05 

ft  h  /""N  r~\  y*N  A  ft.  I 

MORGAN 

RT  BB  S 

P0666 

n~\  ■  /— \  ill    a  ft  i  r%  /—\ 

RICHLAND  CR 

N 

05 

MORGAN 

MO  5  S 

K0062 

SOAP  CR 

N 

05 

MORGAN 

RT  JJS 

N0402 

RICHLAND  CR 

N 

05 

OSAGE 

RT  K  S 

X0484 

DOOLINGS  CR 

N 

05 

OSAGE 

MO  133  S 

S0825 

SUGAR  CR 

N 

05 

OSAGE 

RTHHS 

W0466 

FK  OF  BAILEY'S  CR 

N 

05 

PETTIS 

MO  127  S 

S0057 

MUDDY  CR 

N 

05 

PETTIS 

RT  V  E 

X0962 

SPRING  FK  BR 

N 

Page  11  of  1 7 


Table  4-1 


Design-Build  Project  List  (554  Bridges) 

District 

County 

Route 

Bridge  # 
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MPO 

05 

PETTIS 

RT  M  S 

X0404 

FLAT  CR  OVRFL 

N 

05 

PETTIS 

MO  127  S 

S0871 

S  FK  BLACKWATER  RV 

N 

05 

PETTIS 

MO  127  S 

S0870 

BEAR  BR  BLACKWATER 

N 

05 

PETTIS 

RT  B  E 

L0217 

CAMP  BR  CR 

N 

05 

PETTIS 

I  M0127S 

S0869 

BEE  BR 

N 

05 

PETTIS 

MO  127  S 

S0505 

FLAT  CR 

N 

05 

PETTIS 

MO  127  S 

S0041 

MUDDY  CR 

N 

05 

PETTIS 

RT  T  S 

P0887 

MUDDY  CR 

N 

05 

PETTIS 

RT  W  S 

P0284 

FLAT  CR 

N 

05 

PETTIS 

RT  O  S 

N0331 

LIT  SHAVER  CR 

N 

05 

PETTIS 

MO  52  E 

H0878 

PERSIMMON  CR 

N 

05 

PETTIS 

RT  HH  E 

A0738 

CEDAR  CR 

N 

05 

PETTIS 

RT  U  S 

N0828 

SPRING  FK  CR 

N 

06 

JEFFERSON 

US  61  S 

G0439 

KOCHS  CR 

Y 

06 

JEFFERSON 

RT  AA  E 

T0261 

MUDDY  CR 

Y 

06 

ST.  LOUIS 

OR  44  E 

N0201 

WILLIAMS  CR 

Y 

06 

ST.  LOUIS 

RT  D  E 

Z0557 

BR  RVR  DES  PERES 

Y 

06 

ST.  LOUIS 

MO  109  S 

Z0785 

BONHOMME  CR 

Y 

06 

ST.  LOUIS 

MO  180  E 

F0131 

COLDWATER  CR 

Y 

07 

BARRY 

RT  E  E 

Y01 16 

SCOTTS  BR 

N 

07 

BARTON 

US  160  E 

G0664 

BR  OF  LIT  N  FORK 

N 

07 

BARTON 

OR  71  S 

H0412 

BNSF  RR 

N 

07 

BARTON 

RT  T  S 

N0192 

PETTIS  CR 

N 

07 

BARTON 

MO  126  E 

X0668 

N  FK  SPRING  RVR 

N 

07 

BARTON 

RT  C  E 

Y0188 

PATTONS  BR 

N 

07 

BATES 

MO  18  E 

T0449 

MIAMI  CR 

N 

07 

BATES 

MO  18  E 

T0451 

WILLOW  BR 

N 

07 

BATES 

RT  H  E 

X0233 

S  DEEPWATER  CR 

N 

07 

CEDAR 

MO  97  S 

S0978 

HICKLIN  CR 

N 

07 

CEDAR 

RT  Z  E 

W0531 

SNAG  CR 

N 

07 

CEDAR 

RT  CC  E 

N0504 

HORSE  CR 

N 

07 

CEDAR 

MO  32  E 

H0622 

HORSE  CR 

N 

07 

CEDAR 

MO  82  E 

G0324 

WALNUT  CR 

N 

07 

CEDAR 

MO  39  S 

H0853 

SNAG  CR 

N 
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MPO 

07 

CEDAR 

RT  N  E 

X0849 

TURKEY  CR 

N 

07 

DADE 

MO  39  S 

G0771 

HONEY  CR 

N 

07 

DADE 

RT  K  E 

N0279 

TURNBACK  CR 

N 

07 

DADE 

MO  245  S 

S0037 

CARLOCK  BR 

N 

07 

DADE 

u     MO  97  S 

S0 193 

SONS  CR 

N 

07 

JASPER 

RT  P  E 

A0827 

TURKEY  CR 

Y 

07 

JASPER 

RT  D  E 

Y0594 

BR  OF  SPRING  RVR 

N 

07 

JASPER 

RT  D  E 

Y0593 

SPRING  RVR 

N 

07 

JASPER 

RT  D  E 

Y0409 

CR 

N 

07 

JASPER 

RT  Y  S 

P0748 

LIT  SPRING  RVR 

N 

07 

JASPER 

RT  M  E 

X0435 

N  FK  SPRING  RVR 

N 

07 

LAWRENCE 

MO  97  S 

T0619 

CLEAR  CR 

N 

07 

LAWRENCE 

BU  60  E 

H0633 

SPRING  RVR 

N 

07 

LAWRENCE 

RT  DD  E 

P0701 

TURNBACK  CR 

N 

07 

LAWRENCE 

MO  97  S 

T0319 

CENTER  CR  OVRFL 

N 

07 

MCDONALD 

MO  43  S 

S0366 

PATTERSON  CR 

N 

07 

NEWTON 

MO  37  S 

A1369 

WENTWORTH  HOLLOW 

N 

07 

NEWTON 

MO  43  S 

J0454 

BIG  LOST  CR 

N 

07 

NEWTON 

MO  43  S 

K0991 

BOILING  SPRINGS  BR 

N 

07 

NEWTON 

RT  DD  E 

N0856 

MASON  SPR  BR 

N 

07 

NEWTON 

MO  86  E 

Z0210 

SPRING  BR 

N 

07 

ST.  CLAIR 

RT  J  S 

P021 1 

TURKEY  CR 

N 

07 

ST.  CLAIR 

MO  13  N 

H0007 

PANTHER  CR 

N 

07 

ST.  CLAIR 

MO  82  E 

J0306 

COON  CR 

N 

07 

VERNON 

RT  N  E 

R0286 

LIT  DRYWOOD  CR 

N 

08 

CHRISTIAN 

MO  125  S 

R0249 

FINLEY  CR 

Y 

08 

DALLAS 

RT  JJ  S 

N0615 

DOUSINBRY  CR 

N 

08 

DALLAS 

RT  K  E 

X0195 

NIANGUA  RVR 

N 

08 

DOUGLAS 

MO  76  E 

X0852 

BRYANT  CR 

N 

08 

DOUGLAS 

MO  14  E 

G0369 

COWSKIN  CR 

N 

08 

DOUGLAS 

MO  14  E 

J0663 

FOXCR 

N 

08 

DOUGLAS 

RT  B  S 

N0267 

BRYANT  CR 

N 

08 

DOUGLAS 

MO  76  E 

T0610 

RED  BANK  CR 

N 

08 

DOUGLAS 

MO  76  E 

X0027 

BEAVER  CR 

N 
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District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

08 

GREENE 

RT  N  S 

K0901 

POND  CR 

N 

08 

GREENE 

RT  YY  E 

L0630 

PEARSON  CR 

Y 

08 

GREENE 

RT  BB  E 

X0144 

ASHER  CR 

N 

08 

HICKORY 

RT  PP  E 

N0472 

HOGLES  CR 

N 

08 

HICKORY 

RT  H  E 

T0858 

COOK  BR 

N 

08 

HICKORY 

RT  BB  S 

W0188 

CHANCE  CR 

N 

08 

HICKORY 

RT  D  S 

X0713 

CRANE  CR 

N 

08 

LACLEDE 

RT  PP  S 

W0521 

BRUSH  CR 

N 

08 

LACLEDE 

RT  N  S 

N0340 

MILL  CR 

N 

08 

LACLEDE 

RT  Z  S 

N0088 

WALKER  CR 

N 

08 

LACLEDE 

MO  32  E 

T0671 

MILL  CR 

N 

08 

OZARK 

OO-  648  N 

N0547 

LICK  CR 

N 

08 

OZARK 

MO  95  S 

S0475 

LIT  N  FK  WHITE  RVR 

N 

08 

POLK 

MO  123  S 

J0809 

BRUSH  CR 

N 

08 

POLK 

MO  215  S 

N0585 

COATES  BR 

N 

08 

POLK 

MO  215  S 

N0586 

LIT  SAC  RVR 

N 

08 

POLK 

RT  AC  E 

R0158 

INGALLS  CR 

N 

08 

STONE 

MO  248  E 

J0620 

DRY  CR 

N 

08 

TANEY 

MO  76  E 

S0598 

SPRING  BR 

N 

08 

TANEY 

MO  76  E 

S0848 

BEAVER  CR 

N 

08 

TANEY 

MO  125  S 

T0606 

BRUSH  CR 

N 

08 

WEBSTER 

RT  KK  S 

N0343 

PANTHER  CR 

N 

08 

WRIGHT 

MO  38  E 

T0358 

LITTLE  CR 

N 

08 

WRIGHT 

RT  F  S 

P0201 

WOODS  FK 

N 

09 

CARTER 

MO  21  S 

H0546 

LIT  BLACK  RVR 

N 

09 

CRAWFORD 

RT  O  S 

N0774 

PINE  BR 

N 

09 

CRAWFORD 

RT  BB  S 

P0999 

CHERRY  VALLEY  CR 

N 

09 

CRAWFORD 

RT  N  E 

S0604 

BOURBON  RVR 

N 

09 

DENT 

MO  32  E 

J0223 

SPRING  CR 

N 

09 

DENT 

RT  NN  E 

R0045 

DRY  FK 

N 

09 

DENT 

RT  H  E 

S0269 

DRY  FK 

N 

09 

HOWELL 

US  60  E 

G0645 

SIMMS  VALLEY 

N 

09 

IRON 

MO  21  S 

H0147 

REEDS  CR 

N 

09 

OREGON 

RT  Y  S 

W0488 

FREDERICK  CR 

N 
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District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

09 

PHELPS 

RT  B  S 

R0157 

ROBINSON  CR 

N 

09 

PHELPS 

RT  JJ  E 

N0130 

NORMAN  CR 

N 

09 

PULASKI 

RT  U  S 

Y0298 

BRANCH 

N 

09 

REYNOLDS 

MO  49  S 

T0153 

OTTER Y  CR 

N 

09 

REYNOLDS 

MO  49  S 

T0259 

OTTERY  CR  OVRFL 

N 

09 

RIPLEY 

RT  A  S 

T0008 

HURRICANE  CR 

N 

09 

RIPLEY 

RT  B  S 

N0009 

BUZZARD  CR 

N 

09 

RIPLEY 

RT  K  S 

P0488 

LIT  BLACK  RVR,  GREENVILL 

N 

09 

SHANNON 

US  60  E 

A0242 

JAM  UP  CR 

N 

09 

SHANNON 

RT  E  S 

T0789 

PINE  HOLLOW 

N 

09 

TEXAS 

MO  137  S 

S0606 

N  FK  JACKS  FK  RVR 

N 

09 

WASHINGTON 

RT  M  E 

T0399 

WALLEN  CR 

N 

09 

WASHINGTON 

RT  M  E 

T0400 

MILL  CR 

N 

10 

BOLLINGER 

RT  V  S 

X0054 

DRAIN  DTCH  NO  101 

N 

10 

BOLLINGER 

RT  BB  S 

N0404 

LIT  RVR  DTCH  #1 1 

N 

10 

BOLLINGER 

RT  BB  S 

N0403 

LIT  RVR  DTCH  #1 1 

N 

10 

BUTLER 

RT  OO  E 

N0390 

INTER  RVR  DRAIN  DT 

N 

10 

BUTLER 

RT  AA  S 

X0791 

DRAIN  DTCH  NO  10 

N 

10 

CAPE  GIRARDEAU 

RT  U  S 

Y0302 

ALLEN  CR 

N 

10 

CAPE  GIRARDEAU 

US  61  S 

A0708 

RAMSEY  CR 

N 

10 

CAPE  GIRARDEAU 

US  61  S 

G0029 

BUCKEYE  CR 

N 

10 

CAPE  GIRARDEAU 

MO  34  E 

J0886 

BYRD  CR 

N 

10 

CAPE  GIRARDEAU 

RT  V  S 

P0231 

INDIAN  CR 

N 

10 

CAPE  GIRARDEAU 

RT  A  E 

S0844 

BEAM  BR 

N 

10 

CAPE  GIRARDEAU 

MO  34  E 

J0885 

WHITEWATER  RVR 

N 

10 

CAPE  GIRARDEAU 

RT  EE  E 

P0786 

DRAIN  DTCH  NO  1 

N 

10 

CAPE  GIRARDEAU 

MO  34  E 

J0884 

WHITEWATER  RVR 

N 

10 

DUNKLIN 

RTFS 

S0233 

DRAIN  DTCH  NO  25 

N 

10 

DUNKLIN 

RT  P  E 

T0849 

HONEY  CYPRESS  DTCH 

N 

10 

DUNKLIN 

RT  P  E 

T0851 

KINNAMORE  DTCH 

N 

10 

MADISON 

MO  72  E 

A0694 

US  67 

N 

10 

MADISON 

RT  E  E 

T0625 

MATTHES  CR 

N 

10 

MADISON 

RT  E  E 

T0627 

CEDAR  CR 

N 

10 

MISSISSIPPI 

RT  K  E 

S0664 

STEVENSONS  BYU 

N 
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District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

10 

MISSISSIPPI 

RT  JJ  S 

Y0619 

GOV  DIVERSION  DTCH 

N 

10 

MISSISSIPPI 

RT  AA  E 

X0358 

DRAIN  DTCH  #29 

N 

10 

MISSISSIPPI 

RT  OO  E 

P0589 

DRAIN  DTCH  #29 

N 

10 

MISSISSIPPI 

RT  J  S 

H0282 

DREDGE  DTCH  #23 

N 

10 

MISSISSIPPI 

RT  CC  S 

X0364 

ASH  SLU  DTCH 

N 

10 

NEW  MADRID 

US  60  W 

A0237 

BNSF  RR 

N 

10 

NEW  MADRID 

MO  153  S 

X0036 

DRAIN  DTCH  #7 

N 

10 

NEW  MADRID 

RT  F  S 

F0268 

DRAIN  DTCH  #18 

N 

10 

NEW  MADRID 

US  62  E 

J0977 

DRAIN  DTCH  #41 

N 

10 

PEMISCOT 

MO  1 53  S 

T0911 

DRAIN  DTCH  NO  85 

N 

10 

PEMISCOT 

RT  P  S 

L0239 

LATERAL  DTCH  NO  26 

N 

10 

PERRY 

US  61  S 

H0519 

APPLE  CR 

N 

10 

SCOTT 

RT  ZZ  E 

X0504 

DRAIN  DTCH  2,  DIST 

N 

10 

SCOTT 

MO  91  S 

S0745 

DRAIN  DTCH  NO  1 

N 

10 

SCOTT 

RT  Z  S 

S0970 

DRAIN  DTCH  4,  DIST 

N 

10 

SCOTT 

RT  EE  E 

P0788 

LIT  RVR  DTCH  NO  1 

N 

10 

SCOTT 

RT  EE  E 

P0787 

LIT  RVR  DTCH  NO  1 1 

N 

10 

SCOTT 

RT  W  E 

P0519 

MAIN  DTCH,  DIST  3 

N 

10 

SCOTT 

RT  H  S 

A0926 

IS  55 

N 

10 

SCOTT 

MO  77  S 

J0662 

CANEY  CR 

N 

10 

SCOTT 

RT  DD  E 

L0532 

LIT  RVR  DTCH  NO  36 

N 

10 

SCOTT 

RT  Z  S 

S0972 

DRAIN  DTCH  2,  DIST 

N 

10 

SCOTT 

RT  P  S 

S0673 

WHITEWATER  RVR 

N 

10 

SCOTT 

RT  W  E 

P0101 

DRAIN  DTCH  NO  291 

N 

10 

SCOTT 

RT  W  E 

P0100 

|—\  r~»  AIM    r\TA  1    1    K  1  /"*\  M 

DRAIN  DTCH  NO  1 

N 

10 

STE.  GENEVIEVE 

RT  D  S 

T0121 

SALEM  CR 

N 

1 0 

o~r/^n\  n  Ann 

STODDARD 

n~r  \/  i — 

RT  Y  E 

X0839 

i  i ~t~  r~>\  / n 

LIT  RVR 

N 

10 

STODDARD 

RT  E  E 

S0846 

BUCK  BR 

N 

10 

STODDARD 

RT  E  E 

T0393 

DRAIN  DTCH  DIST  #4 

N 

PVT  BRIDGE 

10 

STODDARD 

T1027S 

T1027 

ROAD  SIDE  DTCH 

N 

10 

STODDARD 

RTPS 

S0771 

DRAIN  DTCH  #33 

N 

10 

STODDARD 

RT  Y  E 

X0837 

DRAIN  DTCH  #1 

N 

10 

STODDARD 

RT  K  E 

P0388 

WOLFCR 

N 
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District 

County 

Route 

Bridge  # 

Featurejntersected 

MPO 

10 

STODDARD 

RT  Y  E 

X0831 

DRAIN  DTCH  #33 

N 

10 

STODDARD 

MO  91  S 

S0743 

LITTLE  RVR 

N 

10 

STODDARD 

RT  PP  E 

P0944 

GOOSE  POND  DTCH 

N 

10 

STODDARD 

RT  HH  E 

P0465 

DRAIN  DTCH  #41 

N 

10 

STODDARD 

RT  BB  S 

N0882 

CASTOR  RVR 

N 

10 

STODDARD 

US  60  E 

L0783 

DRAIN  DTCH 

N 

10 

STODDARD 

US  60  E 

L0778 

LICK  CR  DRAIN  DTCH 

N 

10 

STODDARD 

US  60  W 

L0917 

LATERAL  DTCH  #2 

N 

10 

STODDARD 

US  60  W 

L0916 

DRAIN  DTCH  #37 

N 

10 

STODDARD 

MO  114  E 

F1135 

DRAIN  DTCH 

N 

10 

STODDARD 

MO  114  E 

F0973 

DRAIN  DTCH 

N 

10 

STODDARD 

US  60  W 

A0030 

UP  RR 

N 

10 

STODDARD 

RT  HH  E 

P0667 

LIT  RVR  DRAIN  DTCH 

N 

10 

WAYNE 

RT  P  E 

S0906 

GRIBLER  CR 

N 
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2009 
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o 
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2009 
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UUUI  ICll  ICll  1 

o 
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u  c  r\d  i  u 

c 

P021  fi 

1    Ut.  1  U 

.  |ani  iprv 
u  ai  luai  y 

2009 

C.  u  u  u 

1  R0R01  F 

I  UUUU  I  I— 

 :  

Dpkalh 

U  C  i\Cl  1  u 

o 

1  MUUOU 

|  a  n  1  ia  r\/ 
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1 roroi n 
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1 R0R01 D 

1 UUUU 1 U 

 :  

Wprricnn 
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2B0801 D 

2 

Carroll 

V_/CAI  1  W  1  1 

M 

R0474 

May 

2009 

2B0801C 

2 

Saline 

127 

L0890 

March 

2009 

2B0801C 

2 

Saline 

127 

X0916 

u  March 

2009 

2B0801C 

2 

Saline 

127 

A1066 

March 

2009 

2B0801B 

2 

Schuyler 

C 

N0706 

December 

2008 

2B0801B 

2 

Schuyler 

C 

N0239 

December 

2008 

2B0801B 

2 

Schuyler 

C 

A0117 

r  December 

2008 

2B0801B 

2 

Schuyler 

C 

N0228 

December 

2008 

3B0801F 

3 

Audrain 

K 

N0244 

January 

2009 

3B0801F 

3 

Audrain 

K 

N0385 

^  January 

2009 

3B0801B 

3 

Knox 

C 

N0457 

December 

2008 

3B0801B 

3 

Knox 

C 

L0295 

December 

2008 
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H 

1  W  vj  /  *J 

Anril 
/\kj  1 1 1 

2009 

4R0R01 F 

tUUUU  1  1  

4 

Rav 

i  i  ciy 

H 

/\WvJC.vJ 

Anril 

/VU 1  1 1 

2009 

5B0801 B 

l_J  w       W   1  l_J 

5 

Callawav 

vJ  CA  MUVVUy 

D 

A0028 

January 

2009 

5B0801B 

5 

Callaway 

D 

L1000 

January 

2009 

5B0801B 

5 

Callaway 

D 

L0911 

January 

2009 

5B0801B 

5 

Callaway 

D 

L0943 

January 

2009 

5B0801E 

5 

Callaway 

E 

N0447 

March 

2009 

5B0801E 

5 

Callaway 

E 

A1833 

March 

2009 

5B0801E 

5 

Callaway 

E 

A1868 

r  March 

2009 

5B0801C 

5 

Cooper 

179 

A0008 

January 

2009 

5B0801C 

5 

Cooper 

179 

L0944 

January 

2009 

5B0801C 

5 

Cooper 

179 

A0 124 

^  January 

2009 

5B0801F 

5 

Cooper 

BB 

R0256 

February 

2009 

5B0801F 

5 

Cooper 

BB 

N0982 

February 

2009 
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M 
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H 
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2009 

"SROROI  D 
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u 
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1  CLLIO 

H 

pnfii  1 
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2009 
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u 
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H 

N0724 
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nui  1 1 

2009 
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\J 

Ppttk 

1  ClllO 

H 

N0723 
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nui  1 1 
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JUUUU  1  1— / 

R 

u 

Ppttk 

H 

1  1 

A07?2 

Anril 

/\UI  1 1 

RR0R01  1 

u 

Franklin 

i  i  di  i  r\i  i 1  i 

c 

\J 

A0273 

.  Ii  i  np 

UU  1  IC 

2009 

£-  UUU 

RR0R01  C. 

u 

Franklin 

i  i  di  i  r\i  i 1  i 

PP 

R0262 

i  viciy 

2009 

RR0R01 D 

UUUUU  1  t-J 

u 
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UCI  1  CI  OUI  1 

"30 

UU 

A^04fi 
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RR0R01 R 

UUUUU 1 u 

u 
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UU 

A1  991 
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Mnvpmhpr 
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RR0R01 R 

UUUUU 1 u 
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A2223 

Nnvpmhpr 
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RR0R01 R 

UUUUU 1 u 

u 

.  Ipffprcnn 

U  C  1  1  C 1  OUI  1 
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A2223 

Mnvpmhpr 
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RR0R01 R 

UUUUU 1 u 
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JCI  1  C 1  OUI  1 

55 

UU 

A1 991 

Nnvpmhpr 

INUVCI  1  1  UC  1 

200R 

7R0R01  R 

/ UUUU 1 u 

7 

Rptpc 

UCILCO 

D 

A3814 

.  |q  ni  iprv 

u a i  i uci.1  y 

2009 

7R0R01 R 

/ UUUU 1 u 

7 

Rptpc 

UCILCO 

D 

P0RR2 

1  UUUl 

.  |q  ni  loru 
u cl i  i uci.1  y 

2009 

7R0R01  F 

/  UUUU  1  1— 

7 

Darip 

N 

1  u  /  /  u 

Mav 

i  viciy 

2009 

£-  UUU 

7R0R01 F 

/  UUUU  1  1— 

7 

Darip 

UaUC 

N 

R0^25 

iviciy 

2009 

7R0R01 D 

/  UUUU  1  t-J 

7 

UaUC 

z 

1  1UUUU 

Fphn  iprv 

i  cui  ucii  y 

2009 

7R0R01 D 

/  UUUU  1  u 

7 

UaUC 

z 

R02R5 

1  1ULUJ 

Fphn  iprv 
i  cui  ucii  y 

2009 

7B0801 D 

7 

Dade 

z 

R0284 

Fphrijarv 

2009 

7B0801C 

7 

Newton 

w 

R0163 

January 

2009 

7B0801C 

7 

Newton 

w 

L0348 

t  January 

2009 

7B0801F 

7 

Vernon 

WW 

A0185 

May 

2009 

8B0801B 

8 

Polk 

AA 

L0339 

January 

2009 

8B0801B 

8 

Polk 

AA 

A2008 

January 

2009 

9B0801B 

9 

Crawford 

M 

X0758 

January 

2009 

9B0801B 

9 

Crawford 

M 

A0763 

January 

2009 

9B0801C 

9 

Howell 

17 

A0509 

January 

2009 

9B0801C 

9 

Howell 

17 

R0244 

January 

2009 

9B0801F 

9 

Oregon 

E 

T0497 

February 

2009 

9B0801F 

9 

Oregon 

E 

R0444 

February 

2009 
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w 

A01  60 
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0B0801G 

10 
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w 

N0372 

May 

2009 

0B0801G  j 

10 

New  Madrid 

w 

N0413 

May 

2009 

0B0801F 

10 

Perry 

N 

N0579 

January 

2009 

0B0801F 

10 

^_  Perry 

N 

N0405 

January 

2009 

0B0801F 

10 

Perry 

N 

R0087 

January 

2009 

0B0801D 

10 

St.  Francois 

67 

L0645 

February 

2009 

0B0801D 

10 

St.  Francois 

67 

A2276 

February 

2009 

0B0801D 

10 

St.  Francois 

67 

A0841 

February 

2009 

0B0801D 

10 

St.  Francois 

67 

A0258 

L  February 

2009 

0B0801E 

10 

Ste.  Genevieve 

N 

N0849 

March 

2009 

0B0801E 

10 

Ste.  Genevieve 

N 

A0764 

March 

2009 
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District 

County 

Route 

Bridge  # 

ii  a  n/"\ 

MPO 

1 

ANDREW 

n|  1  "7H  o 

BU  71  b 

A0726 

IS  29 

Y 

1 

ANDREW 

I  ic  cn  M 

Ub  59  N 

AO  72  6 

IS  29 

Y 

1 

/~\   A   1  |— \\  fill —  1  1 

CALDWELL 

MO  1 1  6  E 

A1468 

N  MUD  CR 

K  1 

N 

1 

z~\  a  i  r*vi ah —  i  i 

CALDWELL 

nT  a  o 

RT  A  b 

A1 785 

DEAD  OAK  CR 

ft  1 

N 

1 

s-\  a  i  r-\i  a  / 1 —  i  i 

CALDWELL 

n~r  i  ii  i  i- 

RT  HH  E 

R0526 

r~v.  i    i  i  n  n  /— \  i — \ 

PLUM  CR 

K  1 

N 

1 

/">  A  1     |—\\  A  /  I-  1  1 

CALDWLLL 

HI  N  t 

N0536 

MUD  CR 

K  1 

N 

1 

/~\  a  1   r*\i  a  IV 1  1 

CALDWELL 

n~r  i  i  i — 

RT  U  E 

N0735 

OTTER  CR 

N 

L/LMN  1  L/N 

ri  1  r\  O 

INU  /  oD 

UAb  1  ILb  OK 

M 

N 

1 

CLIN  1  ON 

dt  \  /  n 

RIVE 

R0226 

IS  35 

K  1 

N 

1 

DAVIEbb 

DT  UU  1 — 

H  1  HH  E 

R0378 

MARROWBONE  CR 

K  1 

N 

1 

DAVIEbo 

r>~r  ~r  I — 

N0262 

/""\  a  ft.  A  r~l(""\  /"*\  ft.  1    /"V  r~» 

SAMPSON  CR 

K  1 

N 

1 

DAVIEbo 

RIVE 

nnoon 

P0830 

MUDDY  CR 

K  1 

N 

1 

|~"\  A  \  /  1 1 —  O  O 

DAVIEbb 

n~r  ~7  i — 

RT  Z  E 

R0073 

DTCH 

h  1 

N 

1 

p\  1 —  1/  A  1  D 

DLKALd 

MO  33  b 

A0284 

BR  LOST  CR 

K  1 

N 

1 

r~\  1 —  1/  A  1  n 

DEKALB 

MO  33  b 

A  nonr 

A0286 

W  FK  LOST  CR 

K  1 

N 

1 

DEKALB 

HI  h  b 

N0870 

CROOKED  CR 

K  1 

N 

1 

i—\  i —  1/  a  i  n 

DEKALB 

nT  i  o 

RT  J  b 

T0659 

ABANDONED  RR 

K  1 

N 

1 

p\  1 —  1/  A  1  D 

DLKALd 

i  io  or*  r~ 

Ub  36  E 

A1 591 

CASTILE  CR 

K  1 

N 

1 

r~\  i —  1/  a  i  n 

DEKALB 

Ub  36  W 

A1 594 

GRINDSTONE  CR 

K  1 

N 

1 

ULN 1 HY 

MO  85  b 

H0223 

THOMPSON  BR 

K  1 

N 

1 

/-N  i — k  i~rn\/ 

GENTRY 

i  io  h  /ti  o 

Ub  1 69  b 

I- r\oo~7 

F0327 

y™\  i    r~\         i   i  ft  1 1      i  <""\  i     a  ft  i  r-v  i — \ 

OLD  CHNL  ISLAND  CR 

K  1 

N 

1 

i  i  a  n n i oak i 

n~r  a  a  r 

H  I  AA  L 

R0009 

BIG  CR 

K  1 

N 

1 

i  i  a  nniOAM 

HARRIbON 

RT  MM  E 

N0270 

FOX  CR 

h  1 

N 

1 

UADDIPAM 

HARRIbON 

DT  h  ii h  >i  r~ 

R  1  MM  E 

N0925 

SUGAR  CR 

K  1 

N 

NODAWAY 

DT  A  C 

R  1  A  E 

LUl  96 

ELKHORN  CR 

K  1 

N 

NODAWAY 

RTPPS 

R0081 

HUFF  CR 

N 

NODAWAY 

RTPPS 

R0082 

MAUPIN  BR 

N 

NODAWAY 

RT  VV  E 

N0039 

LONG  BR 

N 

2 

MACON 

MO  156  E 

R0408 

BEAR  CR 

N 

2 

PUTNAM 

RT  EE  S 

N0860 

W  LOCUST  CR 

N 

2 

SALINE 

MO  127  S 

L0392 

KCS  RR 

N 

2 

SALINE 

RT  ACS 

N0662 

PIERRE  FLECHE  CR 

N 

2 

SALINE 

RT  VVS 

N0423 

BRUSHY  CR 

N 
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District 

County 

Route 

Bridge  # 

Feature_lntersected 

it  a  nA 

MPO 

3 

A  1  1  r*v  I- 1  A  1  K  1 

AUDRAIN 

n~r  i —  o 

RT  E  S 

R0478 

\/P\l  IMAO  Pn 

YOUNGS  CR 

N 

3 

OLARK 

R  1  0  E 

H)  A  A  A  A 

R0232 

D  MO  [T  D  D 

BNSF  RR 

K  | 

N 

3 

p i  a  ni/ 

CLARK 

n~r  h  i  k  i  i — 

RT  NN  E 

P0548 

FOX  RVR 

K  1 

N 

3 

1    1  K  IPPil    K  1 

LINCOLN 

RT  W  S 

R0437 

n  n\/  a  h  i  ~ro  p  n 

BRYANTS  CR 

h  1 

N 

3 

K  A  A  O  1  P,  K  1 

MARION 

Oil  A  A  M 

BU  61  N 

rt  A  C  IT  C 

A0555 

US  24 

K  1 

N 

3 

A  /I  A  D  1  PtK  1 

MARION 

D~r  pp  r~ 

R  I  00  L 

h  1 A  ~7  fT  A 

N0752 

o  rK  NOR  1  H  RVR 

K  1 

N 

3 

MARION 

1  1  O  A  A  1 — 

US  24  E 

A1444 

NORTH  RVR 

K  1 

N 

3 

MONROE 

RT  A  S 

n  A  /I  A  o 

R0468 

k  a  i  r*v  r~  i/  o  a  i  ~r  nwn 

MID  FK  SALT  RVR 

h  1 

N 

3 

h  jlAK  1 1-) pi  1 — 

MONROE 

RT  D  E 

T091 6 

i  ama  no  p n 

LONG  BR  CR 

K  1 

N 

3 

p>  1 1/  I- 

PIKL 

R  1  WW  L 

A  A  fT  A  A 

A0502 

MUD  OR 

K  1 

N 

3 

n  a  i  i  o 

RALLS 

n~r  i-  i — 

RT  E  E 

l/A  A  A  A 

K0443 

kjiai  a  n  i  ikii  p  n 

MALARUNI  CR 

K  1 

N 

3 

n  Alio 
RALLS 

DT    1  O 

R  1  J  S 

l~)  A  IT  A  A 

R0503 

ELY  OR 

K  1 

N 

3 

OOATI  AMR 

SCOTLAND 

h  A  P\  H  IT  O 

MO  1 5  S 

1    A  H  A  A 

L0130 

ABANDONED  RR 

K  1 

N 

3 

nriATi  a  kin 

bUU  1  LAND 

HI  D  t 

K  1 A  /I  A  C 

N0465 

N  hK  MID  hABIUo  RV 

K  1 

N 

3 

SHELBY 

RT  T  S 

OA  A  r*  A 

R0464 

pai  ~r  nwn 

SALT  RVR 

K  1 

N 

4 

A  O  O 

OASS 

MO  7  o 

P  A  A  O  A 

G0986 

d  n 

BR 

Y 

4 

p  A  O  O 

CASS 

n~r  Pv  o 

RT  O  S 

Y0875 

A\A/rMO  P  o 

OWENS  CR 

Y 

4 

P  A  O  O 

OASS 

HI  W  L 

N0837 

ORAND  RVR 

Y 

4 

p  a  o  o 

CASS 

RT  Z  S 

Kin  ii  O  C 

N0485 

pi  i —  An  p n 

CLEAR  CR 

Y 

4 

pi    A  \/ 

OLAY 

A  /I  P  HA  \AI 

MO  1 0  W 

1   A  fT  A  fT 

L0535 

1  IO  A  A 

US  69 

K  1 

N 

it 

4 

p  1    a  \/ 

CLAY 

MO  92  E 

1 A  A  A  A 

J0923 

FIRST  CR 

K  1 

N 

4 

PI    A  \/ 

CLAY 

I  1 0  A  A  O 

US  69  S 

1 A  A  A  H 

J0331 

DD  1  A #  1 1  1  1  auo  pn> 

BR  WILLIAMo  or 

K  1 

N 

4 

i  1 1 —  k  i  n \/ 

HENRY 

IV  APt  ~7  K  1 

MO  7  N 

A  A  A  AO 

A3698 

r~ ii- i  np  p n  Av/nn 

FIELDS  CR  OVRFL 

K  1 

N 

4 

HENRY 

MO  7  N 

A  A  A  A  A 

A3699 

^i^i  r\o  d 
FIELDS  OR 

K  1 

N 

4 

HENRY 

MO  /  S 

A  H  CCD 

A1 663 

UEER  OR 

M 

N 

4 

HENRY 

M0  7S 

A3702 

BIG  RVR 

N 

4 

HENRY 

M0  7S 

A3832 

BIG  CR  OVRFL 

N 

4 

HENRY 

RT  C  E 

A3881 

BARKER  CR 

N 

4 

HENRY 

RT  K  S 

K0792 

S  GRAND  RVR 

N 

4 

HENRY 

RT  M  E 

S0880 

HONEY  CR 

N 

4 

HENRY 

RT  N  E 

P0795 

BIG  CR 

N 

4 

HENRY 

RTOS 

A0287 

HONEY  CR 

N 

4 

HENRY 

RT  Z  E 

A3695 

BIG  OTTER  CR 

N 
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District 

County 

Route 

Bridge  # 

Featurejntersected        |  MPO 

4 

JACKSON 

ni  ill- 

BLUE 

L0126 

MO  350 

Y 

4 

JACKSON 

MO  1 50  L 

A  OOAO 

A2262 

E  BR  BIG  CR 

Y 

4 

1  A       I/OAK  1 

JACKSON 

IV  A  /~S  ~7  O 

MO  7  S 

A  A  /I  /I  ~7 

A2447 

r-»  1  /-n  nAAi/  on 

BIG  ROCK  CR 

Y 

4 

1  A  O l/0/"\K  1 

JACKSON 

OR  71  S 

1   1 ACT  ACT 

H0595 

BR 

Y 

4 

JACKSON 

n~T  1AI  r~ 

RT  W  E 

A2350 

1  m  n  n 

UP  RR 

Y 

4 

1  A  O  1/  O  1 

n~r  \ai  iai 

HI  WW 

A  AO  IT  A 

A2350 

UP  RR 

Y 

4 

1  /""N  1  1  *  lOAK  1 

JOHNSON 

n~r  n  o 

RT  B  S 

N0963 

BIG  CR 

N 

4 

i  a  i-  a  \/i — i — r  r~ 

LAFAYETTE 

MO  1 3  S 

Z""1  AO  H  n 

G081 8 

r\  A\/IP   O  n 

DAVIS  CR 

N 

4 

i  a  i-  a  \/i — i — r  i — 

LAFAYETTE 

RT  O  S 

A  A  A  A  A 

A0660 

KCS  RR 

N 

4 

i  a  i-  a  \/r~  ~i — r  r~ 

LAhAYL 1 1 L 

US  24  E 

1   ALT  A~7 

L0597 

n  1  /"^    PMI     A     DA  1 — \    O  1 — \ 

BIG  SNI-A-BAR  CR 

N 

4 

i  a  i-  a  \/i — i — r  i — 

LAFAYETTE 

1  1  O  A  /I  i — 

US  24  E 

L061 0 

1    1  "T"  PMI     A     DA  1 — \  1 — \ 

LIT  SNI-A-BAR  CR 

N 

4 

di  at — r r~ 
PLA 1 1 E 

RIBS 

V  A  A  A  H 

X0401 

r~\  1  at — r  1 —  nwn 

PLATTE  RVR 

N 

4 

RAY 

MO  1 0  E 

A  ACT  A 

G0950 

1 —  IOI    1  1  K  1  /"^  1 — \  \  1 1 — I 

FISHING  RVR 

N 

5 

BOOIML 

MO  124  L 

1   A  A  A  A 

L0200 

ni — 1 — 1  s~\  1  11 —  s~\  1 — \ 

PERCHE  CR 

N 

5 

BOONE 

n~T  MM  O 

RT  NN  S 

n  A  A  A  A 

R0023 

nrnr»i  1 1 —  /~vn 

PERCHE  CR 

K  1 

N 

5 

BOOIML 

pad nn  o 

oOKKLLo 

A0491 

1  O  ~70 

IS  70 

Y 

5 

D  AAK  1 1 — 

BOONE 

i  i  o  >i  a  r~ 

US  40  E 

A01 72 

IS  70 

Y 

5 

A  Al    1  A\A/A\/ 

CALLAWAY 

K  A  f~\  A  A  1 — 

MO  94  E 

A  A  AO  A 

A0989 

A  1   1  \/  \  /  A  O  O  1 —   /"^  1 — \ 

AUXVASSE  CR 

N 

5 

s~\  l\  1    1    A  1  A  f  A  \/ 

CALLAWAY 
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Y 
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American  Recovery  and  Reinvestment  Act  Project  List 


American  Recovery  and  Reinvestment  Act  -  ARRA 


On  February  17,  2009,  the  American  Recovery  and  Reinvestment  Act  of  2009  (ARRA)  was  signed  by  President  Obama,  providing 
$788  million  for  Missouri  transportation  projects.  The  Act  requires  that  50  percent  of  the  highway,  bridge  and  enhancement  funds  be 
obligated  in  120  days  (by  June  30,  2009)  and  all  the  funds  must  be  obligated  by  March  2,  2010.  MoDOT  is  requiring  that  all  Local 
Public  Agency  (LPA)  Transportation  Enhancement  projects  be  submitted  to  MoDOT  for  obligation  by  January  4,  2010.  Otherwise, 
the  LPA  project  will  be  cancelled  and  the  funds  moved  to  another  ARRA  project. 

Missouri  was  the  first  state  in  the  nation  to  begin  construction  on  highway  projects  funded  by  the  American  Recovery  and 
Reinvestment  Act.  The  minute  President  Obama  signed  the  economic  recovery  bill,  MoDOT  went  to  work  to  replace  one  of  the  state's 
oldest  and  most  rickety  bridges,  the  Osage  River  bridge  near  Tuscumbia.  Construction  on  three  other  recovery  act  projects  also  started 
immediately: 

•  New  passing  lanes  on  Route  60  in  Barry,  Lawrence,  Christian  and  Greene  counties 

•  Resurfacing  on  Interstate  35  in  Clinton  County 

•  Improving  pavement  on  Interstate  55  in  Pemiscot  and  New  Madrid  counties 

Additional  road,  bridge,  air,  rail,  transit,  pedestrian  and  bicycle  projects  will  be  under  way  in  the  coming  weeks  and  months.  All 
along,  MoDOT  said  we'd  be  ready  to  go  with  critical  transportation  projects,  and  we  delivered.  We  are  committed  to  putting  your  tax 
dollars  to  use  as  quickly  as  possible  to  create  jobs,  improve  roads  and  save  lives! 

Previous  ARRA  projects  were  amended  to  the  STIP  in  January  and  February  2009,  contingent  upon  passage  of  the  Act.  Additional 
ARRA  projects  were  amended  in  March  2009  after  the  passage  of  the  Act.  The  remaining  ARRA  projects  are  incorporated  into  the 
2010-2014  STIP. 

This  section  contains  the  ARRA  project  list  from  March  19,  2009  along  with  a  map  of  the  ARRA-funded  MoDOT  projects. 
Following  the  map  is  a  list  of  the  ARRA-funded  MoDOT  projects  included  in  the  2010-2014  STIP.  Next  is  a  list  of  the  non-MPO 
LPA  ARRA  Transportation  Enhancement  projects.  Finally,  we  list  a  project  to  fund  the  Governor's  office  coordination  activities  for 
Missouri  ARRA  transportation  funding.  Additional  information  about  ARRA  projects  may  be  found  at  http://www.modot.org/arra/. 


Missouri  Department  of  Transportation 
Transportation  Projects  for  the 
American  Recovery  and  Reinvestment  Act  of  2009 


Available 


Highways  and  Bridges 


$637,121,984 


Urban  Areas  population  between  5,000  and  200,000 
Urban  Areas  population  less  than  5,000 
Remainder1 


$524,593,435 
$80,625,990 
$17,095,716 
$426,871 ,729 


Proposed 
Projects 

$577,326,500] 

$82,600,000 
$20,045,000 


Enhancement1 
Suballocated 

Kansas  City 
St.  Louis 
Springfield 


Transit  (Formula  Funds) 
Aviation2 

Capital  Investment  Grants  - 
Rail2 

Forest  Highway  


FT  A  New  Starts 


$85,289,449 

$33,000,000 

$22,500,000 

$10,000,000 
$365,000 


$19,113,660 
$93,414,889 

$27,304,447 
$58,765,745 
$7,344,697 


$19,113,660 
$93,414,889 


$96,186,902 
$33,000,000 

$14,100,000 
$365,000 


Total  Project  Funds 


$788,276,433 


$833,506,951 


The  estimated  cost  of  the  proposed  projects  are  higher  than  available  funds  to  assure  eligible  delivery  of  projects  for  any  funds  redistributed  from  other  states. 


Number  Total  Funds  Percent  of  Total  Funds 

Counties  with  Highway/Bridge  Economic  Recovery  Projects  (115,  includes  St.  Louis  City)  87  $577,326,500  1 00% 

Highway  and  Bridge  Projects  in  Economically  Distressed  Areas  1 09  $352,244,000  61  % 

All  Projects  in  Economically  Distressed  Areas  128  $464,960,697  64% 

$1.5  billion  in  Supplemental  Discretionary  Grants  for  National  Surface  Transportation  System  is  also  available  on  a  nationwide  competitive  grant  process. 

Approximately  $410  Million  in  projects  is  expected  to  be  obligated  within  120  days  to  meet  the  required  50%  obligation  target  of  Remaining  and  Enhancement 
Highway  and  Bridge  funds.  ($222,992,695) 
2  Estimated  nationwide  competitive  grant  award  amounts. 


*  Project  can  be  obligated  within  120  days 
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Missouri  Department  of  Transportation 
Transportation  Projects  for  the 
American  Recovery  and  Reinvestment  Act  of  2009 


District  1 


*Atchison  County,  Route  136-  Painting,  redeck  and  bridge  repairs  of  Missouri  River  bridge  at  Brownville,  NE.  (Balance  of  project  being  funded  by 
other  sources;  total  project  costs  are  $14,654,000) 

$9,000,000 

'Buchanan  County,  Route  AC  -  Resurface  roadway  and  shoulders  (3-3/4")  'Major  Route* 

$2,000,000 

Buchanan  County,  Route  759  -  Resurface  roadway  and  shoulders  w/  pavement  repair 

$1,800,000 

'Clinton  County,  Route  35  -  Resurface  north  and  southbound  lanes  from  north  of  Shoal  Creek  to  north  of  Rte.  116  near  Lathrop. 

$14,908,000 

St.  Joseph  Regional  Port  -  Truck  staging  area  alone 

stockyard  expressway,  intersection  improvements. 

$1,300,000 

'Andrew  County,  Route  C  -  Thin  lift  overlay  from  Rte.  48  to  Rte.  E. 

$364,000 

'Atchison  County,  Route  111  -  Thin  lift  overlay  from  Rte.  136  to  I-29. 

$308,000 

'Atchison  County,  Route  59  -  Thin  lift  overlay  from  the  Iowa  State  line  to  Rte.  136. 

$478,000 

'Atchison  County,  Route  0  -  Thin  lift  overlay  from  Rte.  C  to  Rte.  136. 

$441,000 

'Buchanan  County,  Route  31  -  Thin  lift  overlay  from  Rte.  36  to  Rte.  1 69. 

$290,000 

'Buchanan  County,  Route  DD  -  Thin  lift  overlay  from  Rte.  371  to  Rte.  MM. 

$203,000 

'Clinton  County,  Route  A  -  Thin  lift  overlay  from  Rte.  69  to  Rte.  H. 

$565,000  i 

*  Project  can  be  obligated  within  120  days 
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Missouri  Department  of  Transportation 
Transportation  Projects  for  the 
American  Recovery  and  Reinvestment  Act  of  2009 


*Holt  County,  Route  113  -  Thin  lift  overlay  on  Spur  1 13  in  Holt  County  from  Rte.  1 13  to  Rte.  A  and  on  Rte.  A  in  Nodaway  County  from  Spur  1 13  to 

Rte.  71.  

$664,000  | 


*Nodaway  County,  Route  246  -  Thin  lift  overlay  from  Rte.  148  to  Rte.  E. 
$374,000  | 


*Dekalb  County,  Route  169  -  Pavement  and  shoulder  improvements  from  Rte.  31  to  I-29. 
$2,414,000  ~| 


"Various  Counties,  Various  Routes  -  Cold  in  Place  Recycling  in  Nodaway  (Routes  EE,  H,  W),  Caldwell  (Route  F),  Harrison  (Routes  MM,  M,  K), 
DeKalb  (Route  E),  Daviess  (Routes  E,  K),  Worth  (Routes  W,  YY),  Andrew  (Route  H)  and  Gentry  (Route  H)  Counties.  Work  will  be  completed  on  as 

many  of  these  routes  as  the  funds  are  available.   

$4,000,000  | 


*Adair  County,  Route  63  -  Construct  6  miles  of  new  two-lane  roadway  on  four-lane  right  of  way  on  the  east  side  of  Kirksville  from  Benton  Way  to 

southern  Rte.  6  connection.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs  are  $19.317  million)  

$18,000,000  | 


*Linn  County,  Bus.  36  -  Thin  lift  overlay  from  Rte.  36  to  Rte.  1 1 . 
$154,000  1 


'Livingston  County,  Route  190  -  Thin  lift  overlay  from  the  Daviess  County  line  to  Rte.  65. 
$1,173,000  | 


*Macon  County,  Route  156  -  Thin  lift  overlay  from  Rte.  63  to  Knox  County  line. 
$681,000  | 


*Macon  County,  Route  D  -  Thin  lift  overlay  from  Rte.  63  to  Rte.  1 56  in  LaPlata. 
$98,000  | 


'Putnam  County,  Route  136  -  Thin  lift  overlay  from  Rte.  63  to  Rte.  N  in  Schuyler  and  Putnam  counties. 
!$555,000  l  ~~ 


•Randolph  County.  Route  A  T-i-  '1  ovcay  ''om  Bus.  Rlc.  63  :o  R:o.  B. 
$666,000  | 


*Saline  County,  Route  240  -  Thin  lift  overlay  from  east  of  Rte.  65  to  Rte.  41 . 
$82,000  | 


*  Project  can  be  obligated  within  120  days 
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Missouri  Department  of  Transportation 
Transportation  Projects  for  the 
American  Recovery  and  Reinvestment  Act  of  2009 


District  3 


'Saline  County,  Route  41  -  Thin  lift  overlay  from  Rte.  240  to  Rte.  TT. 
$713,000  | 


'Schuyler  County,  Route  202  -  Thin  lift  overlay  from  the  Iowa  State  line  to  Rte.  63. 
$605,000  1 


*Carroll  County,  Route  41  -  Pavement  and  shoulder  improvements  from  Rte.  24  to  Rte.  240  in  Saline  and  Carroll  counties. 
$1,582,000  | 


'Howard  County,  Route  240  -  Pavement  and  shoulder  improvements  from  Rte.  5  to  Rte.  40. 
$1 ,375,000  l 


"Various  Counties,  Various  Routes  -  Cold  in  Place  Recycling  in  Putnam  (Route  129),  Schuyler  (Route  N),  Sullivan  (Routes  129,  C),  Linn  (Route 
129),  Saline  (Route  127),  Randolph  (Route  K),  Carroll  (Route  UU).  Work  will  be  completed  on  as  many  of  these  routes  as  the  funds  are  available. 
$3,000,000  | 


'Audrain  County,  Route  15  -  Pavement  improvements  from  1.1  miles  north  of  Rte.  22  to  0.2  mile  north  of  Rte.  54. 
$750,000  | 


'Lincoln  County,  Route  EE  -  Thin  lift  overlay  from  Rte.  Y  to  Rte.  47.  

$268,000  | 

'Lincoln  County,  Route  J  -  Thin  lift  overlay  from  Rte.  47  to  the  Warren  County  line  in  Lincoln  County,  and  from  the  Lincoln  County  line  to  I-70  north 

outer  road  in  Warren  County.  

$594,000  | 


'Lincoln  County,  Route  KK  -  Thin  lift  overlay  from  Old  Rte.  61  to  Rte.  W. 
$480,000  | 


'Marion  County,  Route  W  -  Thin  lift  overlay  on  Rte.  W  from  Rte.  61  north  junction  to  Rte.  61  south  junction,  and  Rte.  61  outer  road  from  Rte.  W  to  0.3 

mile  south  of  Rte.  W.  

$134,000  | 


'Monroe  County,  Route  W  -  Thin  lift  overlay  from  Rte.  24  to  Rte.  J. 
i  $195,000  | 


'Ralls  County,  Route  EE  -  Thin  lift  overlay  from  Rte.  J  to  Rte.  19. 
$218,000  | 


'Ralls  County,  Route  J  -  Thin  lift  overlay  from  Rte.  EE  to  Rte.  154. 
$383,000  | 


*  Project  can  be  obligated  within  120  days 
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Missouri  Department  of  Transportation 
Transportation  Projects  for  the 
American  Recovery  and  Reinvestment  Act  of  2009 


'Shelby  County,  Route  151  -  Thin  lift  overlay  from  Bus.  Rle.  36  to  Rte.  24. 
$1,129,000  | 


'Warren  County,  Route  TT  -  Thin  lift  overlay  from  Rte.  T  to  Rte.  94. 
$181,000  1 


'Monroe  County,  Route  15  -  Pavement  and  shoulder  improvements  from  Rte.  154  north  junction  to  1.1  miles  north  of  Rte.  22. 
$2,560,000  | 


Warren  County,  Route  B  -  Intersection  and  outer  road  improvements  0.2  mile  south  of  I-70. 
$554,000  1 


Marion  County,  Routes  24/61  -  Rehabilitate  bridges  over  North  Fabius  River  0.9  mile  north  of  Rte.  6  (near  Taylor). 
$2,550,000  | 


Montgomery  County,  Route  19  -  Resurfacing  from  near  Rte.  B  (just  north  of  Montgomery  City)  to  1 .7  miles  south  of  Rte.  I-70. 
$2,775,000  1 


'District  3  Cold  in  Place  Recycling  -  Cold  in  Place  Recycling  in  Shelby  (Routes  J,  N),  Clark  (Route  H),  Marion  (Routes  K,  U),  Montgomery  (Routes 

70  outer  road,  FF,  ZZ),  Audrain  (Route  O),  Monroe  (Route  O).  Work  will  be  completed  on  as  many  of  these  routes  as  the  funds  are  available.  

$3,000,000  | 


'Lafayette  County,  Route  70-  Pavement  improvements  on  the  eastbound  and  westbound  lanes  from  the  Jackson  County  line  to 

Odessa.  

$7,000,000  | 


'Platte  County,  Route  29  -  Resurface  pavement  and  shoulders  on  northbound  and  southbound  lanes  at  various  locations  from 

Route  273  to  Vivion  Road  (rural  share).  

$3,034,500  | 


'Clay  County,  Route  1 69  -  ADA  Sidewalk  improvements  from  Route  92  to  Route  KK. 
$1,500,000  | 


'Clay  County,  Route  69  -  Thin  lift  overlay  from  the  Clinton  County  line  to  Rte.  92. 
$338,000  | 


'Henry  County,  Route  52  -  Thin  lift  overlay  from  the  St.  Clair  County  line  to  Rte.  1 3. 
$850,000  | 


'Lafayette  County,  Route  FF  -  Thin  lift  overlay  from  Gillespie  Drive  to  Rte.  O. 
$694,000  | 


*  Project  can  be  obligated  within  120  days 
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*Platte  County,  Route  45  -  Thin  lift  overlay  from  Rte.  273  to  Spur  45  south. 
$667,000  | 


*Ray  County,  Route  C  -  Thin  lift  overlay  from  Rte.  U  to  Rte.  10. 
$289,000  | 


*Ray  County,  Route  M  -  Thin  lift  overlay  from  Rte.  C  to  Rte.  10. 
$323,000  | 


'Johnson  County,  Route  131  -  Pavement  improvements  from  Rte.  50  to  Rte.  2.  

$1,624,000  | 

•Platte  County,  Route  273  -  Pavement  improvements  on  Rte.  273  from  Rte.  JJ  to  I-29  and  Spur  92  from  Rte.  273  to  Rte.  92. 
$1,170,000  l 


District  4  (Urban) 


'Jackson  County,  Route  150  -  Widen  from  two  lanes  to  four  lanes  from  Horridge  Road  to  Route  291 . 
$17,226,000  | 


*Platte  County,  Route  29  -  Resurface  pavement  and  shoulders  on  northbound  and  southbound  lanes  at  various  locations  from 

Route  273  to  Vivion  Road  (urban  share).  

$9,103,000  | 


Jackson  County,  Route  70/435  Interchange  -  Construct  new  half  diamond  interchange  at  Route  40/I-435,  replace  Blue  Ridge  Cut-off  bridge  over  I- 

70,  add  lanes  to  I-70  and  modify  some  ramps.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs  are  $32.216  million)  

$27,316,000  | 


Clay  County,  Route  9  -  Rehabilitate  Heart  of  America  Bridge  bridge  structure  over  the  Missouri  River,  including  addition  of  a  bicycle  &  pedestrian 

facility.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs  are  $7.1  million)  

$4,545,000  ~| 


Jackson  County,  Route  50  -  Complete  diamond  interchange  at  Bynum  Rd.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs  are 

$7.4  million)  

$5,920,000  | 


*Clay  County,  Route  1  -  ADA  Sidewalk  improvements  from  Vivion  Road  to  72nd  Street. 
$1,500,000  | 


Jackson  County,  Route  70  -  Rehabilitate  eastbound  bridges  from  Troost  to  Rte.  40. 
$10,483,000  l 


*  Project  can  be  obligated  within  120  days 
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"Cass  County,  Route  2  -  Thin  lift  overlay  from  Commercial  St.  to  Rte.  ZZ. 
$822,000  | 


Jackson  County,  Troost  Rd  -  Replace  bridge  over  Brush  Creek.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs  are  $25  million 
$5,000,000  | 


Platte  County,  Route  9  -  Interchange  improvements  at  Briarcliff  Parkway.  Addition  of  ramps,  reconstruction  of  existing  ramps  and  construction  of 

roundabout.  (Suballocated  MARC  ARRA  providing  $2.5  million,  $7.036  million  funded  by  other  sources)  

$0  | 


Platte  County,  Route  9  -  Replace  bridge  over  White  Aloe  Branch,  south  of  Rte.  FF  (Suballocated  MARC  ARRA  providing  $105,000,  $599,000  funded 

by  other  sources).  

$0  | 


District  5 


*Benton  County,  Routes  83/65/7  -  Rehabilitation  of  bridges  on  Route  83  over  Truman  Lake  near  Mockingbird  Road;  Route  65 

over  the  Osage  River  near  Warsaw;  and  Route  7  over  Truman  Lake  (Osage  Arm  Bridge  and  Grand  River  Arm  Bridge).  

$11,900,000  | 


"Boone  County,  Route  63/COLT  Railroad  -  Build  a  railroad  bridge  over  Route  63  north  of  Rte.  B  in  Columbia. 
$8,000,000  | 


"Boone  County,  Route  740  -  Pavement  improvements  on  westbound  and  eastbound  lanes  from  Broadway  to  Rte.  63. 
$3,821,000  | 


Callaway  County,  Route  OO  -  Widen  to  3-lane  to  add  capacity  and  improve  safety  in  Holts  Summit. 
$893,000  | 


"Camden  County,  Route  5  -  Widen  to  three  lanes  through  Sunrise  Beach.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs  are 

$1.05  million)  

$848,000  | 


Cole  County,  Route  50  -  Geometric  improvements  at  Rte.  179  interchange  in  Jefferson  City. 
$6,500,000  | 


"Cooper  County,  Route  70  -  Pavement  improvements  on  the  westbound  lanes  from  0.3  mile  east  of  Rte.  B  to  the  Lamine  River. 
$7,760,000  | 


"Miller  County,  Route  17  -  Replace  Osage  River  Bridge  1  mile  east  of  Tuscumbia. 
$8,658,000  I 


Pettis  County,  Route  Y  -  Intersection  improvements  at  Winchester  Rd.  in  Sedalia. 
$400,000  | 


*  Project  can  be  obligated  within  120  days 
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'Boone  County,  Route  70  OR  Southeast  -  Thin  lift  overlay  from  Rte.  63  Connector  to  Rte.  Z. 
$289,000  | 


'Boone  County,  Route  Z  -  Thin  lift  overlay  from  Rte.  124  to  I-70. 
$803,000  | 


'Cole  County,  Route  17  -  Thin  lift  overlay  from  Rte.  54  to  Brush  Creek. 
$926,000  | 


'Maries  County,  Route  28  -  Thin  lift  overlay  from  Rte.  63  to  Dixon. 
$888,000  | 


'Moniteau  County,  Route  87  -  Thin  lift  overlay  from  Rte.  O  to  Rte.  C.  

$578,000  | 

'Cole  County,  Route  C  -  Pavement  improvements  from  Rte.  AA  to  Rte.  52. 
$2,461,000  1~ 


'Franklin  County,  Route  44  -  Rebuild  pavement  from  Viaduct  Street  to  Route  100  West. 
$26,000,000  | 


Jefferson  County,  Route  55  -  Add  lanes  and  widen/replace  two  bridges  between  north  of  Rte.  M  and  north  of  Rte.  Z 
$15,000,000  | 


'St.  Charles,  Route  364  -  Extend  Page  Ave,  from  west  of  Harvester  to  Central  School  Road. 
$43,000,000  | 


St.  Louis  County,  Route  141  -  Relocate/construct  Route  141  from  Rte.  40  to  Rte.  340  (Olive  Blvd).  In  cooperation  with  St.  Louis  County,  construct 
Rte.  141  from  Rte.  340  (Olive  Blvd)  to  Rte.  364  (Page  Ave).  (Balance  of  project  being  funded  by  other  sources;  total  project  cost  is  $130  million.) 
$65,000,000  \ 


St.  Louis  City  Port  -  Municipal  dock  improvements 
$400,000  


'St.  Louis  City,  Route  70  (Memorial  Drive)  -  Pavement  improvements  from  I-44/I-55  to  Washington  Ave. 
$5,000,000  f 


St.  Louis  City,  Tucker  Boulevard/1 2th  Street-  New  structures,  pavement  and  roadway  improvements  between  O'Fallon  St.  and  Washington  Ave.  (In 

cooperation  with  St.  Louis  City  and  the  Mississippi  River  Bridge  Team).  

jjj  7,000,000  | 


'St.  Louis  County,  Route  67  -  ADA  Sidewalk  improvements  from  I-270  to  Old  St.  Charles  Rd. 
$1,000,000  | 


'St.  Louis  County,  Route  AC  -  ADA  Sidewalk  improvements  from  Rte.  67  (Lindbergh)  to  I-270. 
$1,000,000  | 


*  Project  can  be  obligated  within  120  days 
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*Jaspei7Newton  Counties,  Route  FF  -  Construct  turn  lanes  and  improved  geometries  at  the  intersection  of  Route  FF  and 

Prigmor  Avenue  and  widen  Route  FF  to  include  a  center  two-way  lett-turn  lane  from  US  71  to  Prigmor  Avenue.  

$4,091,000  | 


*Barry/Lawrence/Christian/Greene  Counties,  Route  60  -  Construct  alternating/intermittent  passing  lanes  from  east  of  Chapell 

Dr.  in  Monett  to  Kansas  Ave,  in  Republic. (District  7  share)  

$8,405,000  | 


'Barton  Bates  Counties,  Route  71  -  Convert  four  at-grade  intersections  at  Route  52,  Routes  V/C,  Route  126,  and  Routes  DD/EE  to 

interchanges  as  part  of  the  upgrade  to  I-49.  

$22,960,000  | 


'Bates  County,  Route  52  -  Thin  lift  overlay  from  Rte.  BB  to  1 .6  miles  east  of  Rte.  W. 
$267,000  | 


'Jasper  County,  Route  JJ  -  Thin  lift  overlay  from  Rte.  Z  to  Rte.  P. 
$302,000  | 


'Jasper  County,  Route  P  -  Thin  lift  overlay  from  Rte.  J  to  Rte.  66. 
$247,000  | 


'Lawrence  County,  Route  39  -  Thin  lift  overlay  from  Rte.  60  to  1 .5  miles  north  of  Rte.  248. 
$684,000  | 


'St.  Clair  County,  Route  52  -  Thin  lift  overlay  from  1  0  mile  west  of  Rte.  P  to  1 .8  miles  east  of  Rte.  A. 
$233,000  | 


'Vernon  County,  Route  BB  -  Thin  lift  overlay  from  Rte.  54  to  Rte.  F. 
$349,000  | 


'Vernon  County,  Route  K  -  Thin  lift  overlay  from  Bus.  71  to  County  Road  507. 
$150,000  | 


'Vernon  County,  Route  W  -  Thin  lift  overlay  from  Rte.  54  to  .9  mile  north  of  Highland. 
$125,000  | 


'Barry  County,  Route  86  -  Pavement,  shoulder  improvements  and  rumble  stripes  from  Rte.  F  to  2.9  miles  east  of  Rte.  H. 
$1,392,000  | 


'Newton  County,  Route  86  -  Pavement,  shoulder  improvements  and  rumble  stripes  from  Rte.  P  to  0.2  mile  west  of  Rte.  71 . 
$1,115,000  | 


*  Project  can  be  obligated  within  120  days 
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District  8  (Rural) 


Laclede  County,  Route  5  -  Construct  Five  Lanes  in  Lebanon. 
$4,360,000  | 


Taney  County,  Route  76  -  Construct  roundabout  and  new  bridge  over  Lake  Taneycomo. 
$11,039,000  | 


*Polk  County,  Route  215  -  Thin  lift  overlay  from  Rte.  123  to  Rte.  13.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs  are 

,$523,000)  

$423,000  | 


'Stone  County,  Route  265  -  Thin  lift  overlay  from  Rte.  76  to  Rte.  165. 
$340,000  | 


'Webster  County,  Route  B  -  Thin  lift  overlay  from  Rte.  AD  to  Bus.  Rte.  60.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs  are 

$284,000)  

$220,000  | 


'Webster  County,  Route  K  -  Thin  lift  overlay  from  Rte.  60  to  south  of  railroad.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs 

are  $79,000)  

$47,000  | 


'Webster  County,  Route  PP  -  Thin  lift  overlay  from  Rte.  60  to  1 .0  mile  west  of  Rte.  FF.  (Balance  of  project  being  funded  by  other  sources;  total 

project  costs  are  $98,000)  

$69,000  | 


'Polk  County,  Route  H  -  Pavement  and  shoulder  improvements  from  Rte.  32  to  Rte.  WW.  (Balance  of  project  being  funded  by  other  sources;  total 

project  costs  are  $2.777  million)  

$2,057,000  | 


Dallas  County,  Route  65  -  Add  center  turn  lane  for  10  mile  north  of  Route  32 
$1,200,000  | 


District  8  (Urban) 


'Greene  County,  Route  65  -  Widen  to  six  lanes  from  I-44  to  Route  60  (James  River  Freeway). (Balance  of  project  being  funded  by  other  sources. 

Total  project  cost  is  $34.476  million)  

$20,972,000  | 


'Barry/Lawrence/Christian/Greene  Counties,  Route  60  -  Construct  alternating/intermittent  passing  lanes  from  east  of  Chapell 

Dr.  in  Monett  to  Kansas  Ave,  in  Republic.  (District  8  share)  

$425,000  | 


'Greene  County,  Route  266  -  Thin  lift  overlay  from  Rte.  AB  to  Farm  Road  107.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs 

are  $116,000)  

$90,000  | 


*  Project  can  be  obligated  within  120  days 
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*Greene  County,  Route  AB  -  Thin  lift  overlay  from  Rte.  160  to  Rte.  266.  (Balance  of  project  being  funded  by  other  sources;  total  project  costs  are 

$378,000)  

i  $362,000  | 


"Greene  County,  Route  EE  -  Thin  lift  overlay  from  Rte.  AB  to  Rte.  1 60. 
$367,000  | 


*Greene  County,  Route  H  -  Thin  lift  overlay  from  south  of  Rte.  KK  to  north  of  Valley  Water  Mill  Rd.  (Balance  of  project  being  funded  by  other  sources: 

total  project  costs  are  $480,000)  

$284,000  | 


Greene  County,  Route  60  -  Interchange  improvements  at  James  River  Freeway  and  National  Ave.  (Suballocated  OTO  ARRA  providing  $4,569 

million,  $6.245  million  being  fudned  by  others).  

$0  I 


"Howell  County,  Bus.  63  -  Asphalt  mill  and  fill  from  Rte.  63  North  to  Broadway  in  West  Plains. 
$480,000  | 


"Crawford  County,  Route  44  -  Pavement  rehabilitation  on  westbound  lanes  from  0.6  mile  west  of  Route  H  to  the  Phelps  County 
line. 

$1,000,000  ~| 


"Phelps  County,  Route  44  -  Major  pavement  rehabilitation/reconstruction  on  westbound  lanes  from  Business  Loop  44  (Rolla)  to 

Sugartree  Road  Interchange.  

$12,000,000  ~| 


"Pulaski  County,  Loop  44  -  Asphalt  mill  and  fill  from  SP  44  to  Rte.  H/l-44  in  St.  Robert/Waynesville. 
$1,200,000  ~| 


"Howell  County,  Route  17  -  Thin  lift  overlay  from  Rte.  60  in  Mt.  View  to  Rte.  1 60. 
$1,009,000  ~| 


"Ripley  County,  Route  142  -  Thin  lift  overlay  from  Rte.  V  west  of  Doniphan  to  Rte.  160  in  Doniphan. 
$754,000  ~| 


"Texas  County,  Route  17  -  Thin  lift  overlay  from  Rte.  106  in  Summersville  to  Rte.  60  in  Mt.  View. 
$603,000  | 


"Washington  County,  Route  21  -  Pavement  improvements  from  1 .7  miles  south  of  Rte.  8  in  Potosi  to  Rte.  N  in  Iron  County. 
$2,717,000  ~| 


*  Project  can  be  obligated  within  120  days 
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District  10 


*Cape  Girardeau  County,  Route  K  -  Rehabilitate  pavement  surface  from  I-55  to  Kingshighway. 
$442,000  | 


*Cape  Girardeau  County,  Route  W  -  Resurface  and  improve  shoulders  from  Lasalle  Ave,  to  Lexington  Ave. 
$2,200,000  | 


*Cape  Girardeau  County,  SEMO  Regional  Port  -  Construction  of  high-water  rail  line  that  will  allow  port  rail  to  operate  during  high 

water  events.  

$1,100,000  | 


*New  Madrid  County  Port  -  Rail  extension,  switch,  crossings  and  siding  for  new  tenant. 
$700,000  | 


*Pemiscot  County,  Route  55  -  Pavement  rehabilitation  on  the  northbound  lanes  from  the  Arkansas  State  line  to  1-1 55. 
$15,000,000  | 


*Pemiscot/New  Madrid  Counties,  Route  55  -  Pavement  rehabilitation  on  the  northbound  and  southbound  lanes  from  1-155  to 

Scott  County.  

$18,791,000  | 


Ste.  Genevieve  County,  New  Bourbon  Regional  Port  -  Dock  and  dolphin  construction,  site  development 
$1,000,000  | 


*Wayne  County,  Route  34  -  Widen,  build  shoulders  and  straighten  two  locations  between  Route  67  and  Piedmont. 
$16,000,000  | 


*Butler  County,  Route  142  -  Thin  lift  overlay  from  Rte.  WW  in  Poplar  Bluff  to  Rte.  158.  

$328,000  | 

*Butler  County,  Route  M  -  Thin  lift  overlay  from  County  Road  462  to  Rte.  67. 
$437,000  |  " 

'Mississippi  County,  Route  62  -  Thin  lift  overlay  from  Rte.  B  in  Bertrand  to  the  City  of  Charleston. 
$339,000  | 


'Pemiscot  County,  Route  164  -  Thin  lift  overlay  from  Rte.  D  to  Rte.  DP.  

$1 13,000  | 

*Pemiscot  County,  Route  D  -  Thin  lift  overlay  from  Rte.  U  to  Rte.  164.  

$405,000  | 

*Pemiscot  County,  Route  DP  -  Thin  lift  overlay  from  Rte.  164  to  the  Arkansas  State  line. 
$512,000  | 


*  Project  can  be  obligated  within  120  days 
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*St.  Francois  County,  Route  47  -  Thin  lift  overlay  from  the  Washington  County  line  to  the  City  of  Bonne  Terre.  

$240,000  | 

*St.  Francois  County,  Route  47  -  Thin  lift  overlay  from  the  City  of  Bonne  Terre  to  Rte.  67.  

$157,000  1 

*Ste.  Genevieve  County,  Route  H  -  Thin  lift  overlay  from  Rte.  51  to  Rte.  61 .  

$397,000  '  | 

*Perry  County,  Route  51  -  Pavement  improvements  from  I-55  to  Rte.  72.  

$1,734,000  l 

Ste.  Genevieve  County  -  Route  B  -  Bridge  replacement,  asphalt  overlay,  widening  and  shoulders  from  Rte.  32  to  Coffman 
$4,000,000  | 


*  Project  can  be  obligated  within  120  days 
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Forest  Highway 


Carter  County,  Route  J  - 1 "  level  course  from  Rte.  60  to  Rte.  K.  (Balance  of  project  being  funded  by 

other  sources;  total  project  costs  are  $41 0,000)   

$365,000  | 


St.  Louis,  Bi-State  Metro  -  Urban  transit  agency.  Development  funds  directly  from  FTA.  They  do  not  flow  through  MoDOT. 
$45,792,022  | 


Kansas  City  -  Urban  transit  agency.  Development  funds  directly  from  FTA.  They  do  not  flow  through  MoDOT. 
$20,363,424  | 


Springfield  -  Urban  transit  agency.  Development  funds  directly  from  FTA.  They  do  not  flow  through  MoDOT. 
$2,878,526  | 


Columbia  -  Urban  transit  agency.  Development  funds  directly  from  FTA.  They  do  not  flow  through  MoDOT. 
$1,739,155  | 


St.  Joseph  -  Urban  transit  agency.  Development  funds  directly  from  FTA.  They  do  not  flow  through  MoDOT. 
$1,369,485  I 


Lee's  Summit  -  Urban  transit  agency.  Development  funds  directly  from  FTA.  They  do  not  flow  through  MoDOT. 
$1,092,881  | 


Joplin  -  Urban  transit  agency.  Development  funds  directly  from  FTA.  They  do  not  flow  through  MoDOT. 
$1,070,225  | 


Jefferson  City  -  Urban  transit  agency.  Development  funds  directly  from  FTA.  They  do  not  flow  through  MoDOT. 
$831,184  P"^ 


'Statewide,  Rural  Transit  Providers  -  Purchase  315  rural  transit  vehicles  to  replace  existing  vehicles  that  have  exceeded  useful 

life.  

$13,000,000  l 


Statewide  Intercity  Bus  Vehicles 
$3,000,000  


Mississippi  County,  East  Prairie  -  Construct  transit  facility  for  Mississippi  County  Transit 
$625,000  | 


*  Project  can  be  obligated  within  120  days 
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'Webster  County,  Marshfield  -  Construct  bus  garage  for  City  of  Marshfield. 
$75,000  | 


Shelby  County,  Shelbina  -  Construct  transit  administration  and  maintenance  facility  in  Shelbina  for  OATS,  Inc. 
$2,650,000  | 


Butler  County,  Poplar  Bluff  -  Construct  transit  administration  facility  in  Poplar  Bluff  for  SMTS. 
$1,200,000  | 


Stoddard  County,  Dexter  -  Construct  transit  administration  facility  in  Dexter  for  Stoddard  County  Transit,  Inc. 
$500,000  | 


(Funding  is  dependent  upon  nationwide  competitive  grant  program) 


'Johnson  County,  Passenger  Rail  Capacity  Enhancement  -  Construct  rail  passing  siding  near  Knob  Noster  and  Route  23. 
$7,000,000  | 


St.  Louis  County,  Passenger  Rail  Capacity  Enhancement  -  Construct  universal  crossover  at  Webster/Kirk  rail  junction. 
$5,100,000  l 


Pettis/Johnson/Cass  Counties,  Passenger  Rail  Safety  Improvements  -  Install  lights  and  gates  at  highway/rail  crossings. 
$2,000,000  | 


(Funding  is  dependent  upon  nationwide  competitive  grant  program) 


Statewide  commercial  service  airports  with  greater  than  10,000  annual  passenger  enplanements  -  These  airports  receive  development  funds 

directly  from  FAA  -  they  do  not  flow  through  MoDOT.  

$26,000,000  | 


'Johnson  County,  Warrensburg  Skyhaven  Airport  -  Construct  aircraft  parking  apron. 
$2,000,000  | 


Scott  County,  Sikeston  Memorial  Municipal  Airport  -  Overlay  runway  2-20. 
$2,500,000  | 


'Franklin  County,  Washington  Regional  Airport  -  Rehabilitate  aircraft  parking  apron. 
$900,000  I 


Cape  Girardeau  County,  Cape  Girardeau  Regional  Airport  -  Pavement  maintenance  on  airfield. 
$1,600,000  | 


*  Project  can  be  obligated  within  120  days 
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STP  ENHANCEMENT  PROGRAM 

American  Recovery  &  Reinvestment  Act  of  2009 
Funding  Distribution 


*New  Madrid  County  -  Construction  of  new  Welcome  Center  on  1-55  at  Marslon. 


$7,113,660 


"Taney  County,  Route  76  -  ADA  sidewalk  improvements  form  Roark  Valley  Rd.  to  Gretna  (Branson) 


$1,000,000 


Regional  Distribution  -  Distributed  through  the  formula  below  (projects  selected  by  region). 


$11,000,000 


%  Pop. 


Total 


Local 


District  1 

3.61% 

$397,100 

District  2 

3.17% 

$348,700 

District  3 

3.59% 

$394,900 

District  4 

3.68% 

$404,800 

Kansas  City-TMA 

1 6.36% 

$1,799,600 

District  5 

8.09% 

$889,900 

St.  Louis-TMA 

34.68% 

$3,814,800 

District  7 

5.88% 

$646,800 

District  8 

4.65% 

$511,500 

Springfield-TMA 

4.62% 

$508,200 

District  9 

4.61% 

$507,100 

District  1 0 

7.06% 

$776,600 

Subtotal 

1 00.00% 

$11,000,000 

TOTAL 


$19,113,660 


*  Project  can  be  obligated  within  120  days 


Section  4:  ARRA  -  17 


MoDOT 

Transportation  Planning 
March  19,  2009 


Section  4:  ARRA  -  18 
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Note:  dollars  In  thousands 


District 

Project  Number 

County 

Route 

Description 

ARRA  Funds  for 
Construction  and 
Right  of  Way 

Other  Funds  for 
Construction  and 
Right  of  Way 

ARRA  Funds 
for 

Engineering 

Other  Funds 
for 

Engineering 

Total  Cost 

1 

1P2161 

Atchison 

136 

Painting,  redeck  and  bridge  repairs  of  Missouri  River 
bridge  at  Brownville,  NE.  (ARRA  Funds  providing  $9 
million,  $5,654  million  funded  by  other  sources) 
"Economic  Recovery  Project* 

$9,000 

$5,654 

$0 

$1,041 

$15,695 

1 

1P2186 

Buchanan 

759 

Resurface  roadway  and  shoulders  w/  pavement 
repair.  "Economic  Recovery  Project* 

$1,800 

$0 

$0 

$178 

$1,978 

1 

1S2154 

Buchanan 

AC 

Resurface  roadway  and  shoulders  (3  3/4")  "Major 
Route*  "Economic  Recovery  Project* 

$2,000 

$0 

$0 

$186 

$2,186 

1 

1W0001 

Buchanan 

St.  Joseph 

Regional 

Port 

Truck  staging  area  along  stockyard  expressway, 
intersection  improvements.  "Economic  Recovery 
Project* 

$1,092 

$0 

$208 

$0 

$1,300 

3 

3P2158 

Marion 

24 

Rehabilitate  bridges  over  North  Fabius  River  0.9  mile 
north  of  Rte.  6  (near  Taylor).  'Economic  Recovery 
Project* 

$2,550 

$0 

$0 

$300 

$2,850 

3 

3P2192 

Montgomery 

19 

Resurfacing  from  near  Rte.  B  (just  north  of 
Montgomery  City)  to  1 .7  miles  south  of  Rte.  I-70. 
"Economic  Recovery  Project* 

$2,775 

$0 

$0 

$215 

$2,990 

3 

3S2172 

Warren 

B 

Intersection  and  outer  road  improvements  0.2  mile 
south  of  I-70.  "Economic  Recovery  Project* 

$554 

$0 

$0 

$68 

$622 

4 

411597 

Jackson 

70/435 

Construct  new  half  diamond  interchange  at  Route 
40/I-435,  replace  Blue  Ridge  Cut-off  bridge  over  I-70, 
add  lanes  to  I-70  and  modify  some  ramps.  (Balance 
of  project  being  funded  by  other  sources;  total  project 
costs  are  $32  million)  'Economic  Recovery  Project* 

$27,316 

$4,899 

$0 

$5,354 

$37,569 

4 

411790 

Jackson 

70 

Rehabilitate  eastbound  bridges  from  Troost  to  Rte. 
40.  "Economic  Recovery  Project* 

$10,483 

$0 

$0 

$1,234 

$11,717 

4 

400048 

Jackson 

TROOST 
AVE 

Replace  bridge  over  Brush  Creek.  To  be  awarded  by 
Kansas  City.  State  ARRA  funds-$5M,  MARC  ARRA 
funds-$8M,  Kansas  City  funds-$12.206M.  Total  cost- 
$25.206M,  cost  show  "Economic  Recovery  Project* 

$5,000 

$8,000 

$0 

$0 

$13,000 

4 

4P221 1 

Jackson 

50 

Complete  diamond  interchange  at  Bynum  Rd. 
(Balance  of  project  being  funded  by  other  sources; 
total  project  costs  are  $7.4  million)  "Economic 
Recovery  Project* 

$5,920 

$1,499 

$0 

$510 

$7,929 

4 

4P2265 

Clay 

169 

ADA  Sidewalk  improvements  from  Rte.  92  to  Rte. 
KK.  "Economic  Recovery  Project* 

$1,500 

$0 

$0 

$228 

$1,728 

4 

4P2266 

Clay 

1 

ADA  Sidewalk  improvements  from  Vivion  Road  to 
72nd  Street.  "Economic  Recovery  Project* 

$1,500 

$0 

$0 

$228 

$1,728 

Sec  4:  ARRA  Appendix  1 


ARRA-funded  MoDOT  projects  included  in  the  2010-2014  STIP 


Note:  dollars  In  thousands 


District 

Project  Number 

County 

Route 

Description 

ARRA  Funds  for 
Construction  and 
Right  of  Way 

Other  Funds  for 
Construction  and 
Right  of  Way 

ARRA  Funds 
for 

Engineering 

Other  Funds 
for 

Engineering 

Total  Cost 

4 

4S1921 

Clay 

9 

Rehabilitate  Heart  of  America  bridge  structure  over 
the  Missouri  River,  including  addition  of  a  bicycle  & 
pedestrian  facility.  (Balance  of  project  being  funded 
by  other  sources;  total  project  costs  are  $7.1  million) 
"Economic  Recovery  Project* 

$4,545 

$2,603 

$0 

$497 

$7,645 

4 

4U1130D 

Jackson 

150 

Widen  from  two  lanes  to  four  lanes  from  Horridge 
Road  to  Rte.  291 .  "Economic  Recovery  Project* 

$17,226 

$0 

$0 

$1,206 

$18,432 

5 

5P0806 

Boone 

63 

Build  a  railroad  bridge  over  Rte.  63  north  of  Rte.  B  in 
Columbia.  'Economic  Recovery  Project* 

$8,000 

$0 

$0 

$467 

$8,467 

5 

5P0819 

Cole 

50 

Geometric  improvements  at  Rte.  179  interchange  in 
Jefferson  City.  "Economic  Recovery  Project* 

$6,500 

$0 

$0 

$456 

$6,956 

5 

5P2159 

Camden 

5 

Widen  to  three  lanes  through  Sunrise  Beach. 
"Economic  Recovery  Project* 

$838 

$0 

$0 

$66 

$904 

5 

5P2170 

Boone 

740 

Pavement  improvements  on  westbound  and 
eastbound  lanes  from  Broadway  to  Rte.  63. 
"Economic  Recovery  Project* 

$3,821 

$0 

$0 

$99 

$3,920 

5 

5S2171 

Callaway 

OO 

Widen  to  3-lane  to  add  capacity  and  improve  safety 
in  Holts  Summit.  "Economic  Recovery  Project* 

$893 

$0 

$0 

$62 

$955 

5 

5S2178 

Pettis 

Y 

Intersection  improvements  at  Winchester  Road  in 
Sedalia.  "Economic  Recovery  Project* 

$400 

$0 

$0 

$32 

$432 

6 

6I1010B 

Jefferson 

55 

Add  lanes  and  widen/replace  two  bridges  between 
north  of  Rte.  M  and  north  of  Rte.  Z.  "Economic 
Recovery  Project* 

$15,000 

$2,040 

$0 

$1 ,404 

$18,444 

6 

612011 

Franklin 

44 

Rebuild  pavement  from  Viaduct  Street  to  Route  100 
West.  "Economic  Recovery  Project* 

$25,500 

$0 

$0 

$1,811 

$27,311 

6 

61201 1C 

Franklin 

44 

Noise  abatement  associated  with  the  full-depth 
pavement  replacement  on  e/w  bound  lanes  from 
west  of  Viaduct  Street  in  Pacific  to  Rte.  O/Pin  Oak 
Creek.  "Economic  Recovery  Project* 

$500 

$0 

$0 

$39 

$539 

6 

6I2092 

St.  Louis 
City 

70 

Pavement  improvements  from  I-44/I-55  to 
Washington  Avenue.  'Economic  Recovery  Project* 

$5,000 

$0 

$0 

$481 

$5,481 

6 

600013 

St.  Louis 
City 

TUCKER 
BLVD 

New  structures,  pavement  and  roadway 
improvements  between  O'Fallon  St.  and  Washington 
Ave.  (In  cooperation  with  St.  Louis  City  and  the 
Mississippi  River  Bridge  Team).  To  be  awarded  by 
St.  Louis  City.  $2.6M  for  RW  SAFETEA-LU  earmark. 
"Economic  Recovery  Project* 

$17,000 

$1 ,840 

$0 

$0 

$18,840 
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ARRA-funded  MoDOT  projects  included  in  the  2010-2014  STIP 


Note:  dollars  In  thousands 


District 

Project  Number 

County 

Route 

Description 

ARRA  Funds  for 
Construction  and 
Right  of  Way 

Other  Funds  for 
Construction  and 
Right  of  Way 

ARRA  Funds 
for 

Engineering 

Other  Funds 
for 

Engineering 

Total  Cost 

6 

6P2283 

St.  Louis 

67 

ADA  Sidewalk  improvements  on  Rte.  67  from  I-270 
to  Old  St.  Charles  Rd.;  and  on  Rte.  AC  from  Rte.  67 
(Lindbergh)  to  I-270.  "Economic  Recovery  Project* 

$2,000 

$0 

$0 

$229 

$2,229 

6 

6U0807 

St.  Louis 

141 

Relocate/construct  Rte.  141  from  Rte.  40  to  Rte.  340, 
(Olive  Blvd).  In  cooperation  with  St.  Louis  County, 
construct  Rte.  141  from  Rte.  340  (Olive  Blvd)  to  Rte. 
364  (Page  Ave.)  $3M  County,  $2.88M  SAFETEA-LU 
and  $245K  '08  earmarks.  "Economic  Recovery 
Project* 

$52,517 

$1,274 

$0 

$7,417 

$61 ,208 

6 

6U0807E 

St.  Louis 

141 

Grading  for  utility  relocations  at  Rte.  340.  'Economic 
Recovery  Project* 

$412 

$0 

$0 

$28 

$440 

6 

6U1028P 

St.  Charles 

364 

Extend  Page  Ave.  from  Rte.  94  (0.3  mile  west  of 
Harvester)  to  0.6  mile  east  of  Central  School  Rd.  at 
Woodstream.  $245,000  '08  Appropriation. 
'Economic  Recovery  project* 

$19,000 

$0 

$0 

$1,545 

$20,545 

6 

6U1028Q 

St.  Charles 

364 

Extend  Page  Ave.  from  0.6  mile  east  of  Central 
School  Road  at  Woodstream  to  0.3  mile  west  of 
Central  School  Road.  "Economic  Recovery  Project* 

$24,000 

$0 

$0 

$1,713 

$25,713 

6 

6W0001 

St.  Louis 
City 

St.  Louis 
Regional 
Port 

Municipal  dock  improvements.  "Economic  Recovery 
Project* 

$343 

$0 

$57 

$0 

$400 

8 

8P0605B 

Greene 

65 

Grading,  paving  to  add  lanes  for  divided  six-lanes 
from  Rte.  D  (Sunshine  Street)  to  Rte.  60  (James 
River  Freeway).  "Economic  Recovery  Project* 

$2,600 

$8,000 

$0 

$733 

$11,333 

8 

8P0605D 

Greene 

65 

Grading  and  paving  to  add  lanes  for  divided  six-lanes 
from  Bus.  65  (Chestnut  Expressway)  to  Rte.  D 
(Sunshine  Street)  in  Springfield.  Amendment  3  will 
fund  4.6  million  and  ARRA  will  fund  6.2  million. 
"Economic  Recovery  Project* 

$6,232 

$5,504 

$0 

$905 

$12,641 

8 

8P0605E 

Greene 

65 

Grading,  paving  to  add  lanes  for  divided  six-lanes 
from  I-44  to  Bus.  Rte.  65  (Chestnut  Expressway)  in 
Springfield.  "Economic  Recovery  Project* 

$12,140 

$0 

$0 

$838 

$12,978 

8 

8P0791 

Greene 

60 

Interchange  improvements  at  James  River  Freeway 
and  National  Avenue  in  Springfield.  'Economic 
Recovery  Project* 

$425 

$9,539 

$0 

$624 

$10,588 

8 

8P0799 

Taney 

76 

Construct  roundabout  and  new  bridge  over  Lake 
Taneycomo.  To  be  let  in  combination  with  8P0764. 
"Economic  Recovery  Project*. 

$10,289 

$0 

$0 

$1,372 

$11,661 
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Note:  dollars  In  thousands 


District 

Project  Number 

County 

Route 

Description 

ARRA  Funds  for 
Construction  and 
Right  of  Way 

Other  Funds  for 
Construction  and 
Right  of  Way 

ARRA  Funds 
for 

Engineering 

Other  Funds 
for 

Engineering 

Total  Cost 

8 

8P0854C 

Laclede 

5 

Construct  five  lanes  in  Lebanon.  'Economic 
Recovery  Project* 

$4,360 

$0 

$0 

$290 

$4,650 

8 

8P2215 

Dallas 

65 

Add  center  turn  lane  for  1 .0  mile  north  of  Route  32. 
"Economic  Recovery  Project* 

$1,200 

$0 

$0 

$92 

$1,292 

10 

0P0876 

Wayne 

34 

Widen,  build  shoulders  and  straighten  two  locations 
between  Rte.  67  and  Piedmont.  "Economic  Recovery 
Project* 

$10,751 

$385 

$0 

$1 ,494 

$12,630 

10 

0P2183 

Cape 
Girardeau 

W 

Resurface  and  improve  shoulders  from  LaSalle  Ave. 
to  Lexington  Ave.  'Economic  Recovery  Project* 

$2,200 

$0 

$0 

$210 

$2,410 

10 

0S2198 

Ste. 

Genevieve 

B 

Bridge  replacement,  asphalt  overlay,  widening  and 
shoulders  from  Rte.  32  to  Coffman.  'Economic 
Recovery  Project* 

$4,000 

$0 

$0 

$285 

$4,285 

10 

0W0001 

Cape 
Girardeau 

SEMO 

Regional 

Port 

Construction  of  high  water  rail  line  that  will  allow  port 
rail  to  operate  during  high  water  events.  "Economic 
Recovery  Project* 

$1,015 

$0 

$85 

$0 

$1,100 

10 

0W0002 

New  Madrid 

New  Madrid 

Regional 

Port 

Rail  extension,  switch,  crossings  and  siding  for  new 
tenant.  "Economic  Recovery  Project* 

$660 

$0 

$40 

$28 

$728 

10 

0W0003 

Ste. 

Genevieve 

New 
Bourbon 
Regional 
Port 

Dock  and  dolphin  construction,  site  development. 
"Economic  Recovery  Project* 

$860 

$425 

$135 

$13 

$1,433 

$331,717 

$51 ,662 

$525 

$33,978 

$417,882 
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Regionally  Distributed  ARRA  Enhancement  Funds  Projects  in  Non-MPO  Areas 


ARRA  funds  for 

Other  Funds  for 

ARRA  Funds 

Other  Funds 

Construction  and 

Construction  and 

for 

for 

District 

Project  Number 

County 

Description 

Right  of  Way 

Right  of  Way 

Engineering 

Engineering 

Total  Cost 

1 

ES01(002) 

Nodaway 

Maryville  trail  project  Phase  A-ll 

$131,900 

$208,100 

$70,000 

$0 

$410,000 

Macon  County  Historical  Society  building  renovation 

2 

ES02(001) 

Macon 

in  Macon. 

$293,700 

$0 

$55,000 

$0 

$348,700 

Historic  lighting  from  Rte.  61  interchange  to  Elm  Tree 

3 

ES03(001)/3S2195* 

Lincoln 

Rd.  in  Moscow  Mills 

$59,925 

$13,048 

$19,975 

$4,350 

$97,298 

Construct  sidewalks  from  South  St.  to  4th  St.  in 

3 

ES03(002) 

Warren 

Marthasville 

$48,750 

$7,723 

$16,250 

$2,575 

$75,298 

3 

ES03(003) 

Lewis 

Historic  lighting  from  Clark  St.  to  Lewis  St.  in  Canton. 

$52,500 

$0 

$17,500 

$0 

$70,000 

Sidewalks  on  Main  St.  from  Bus.  Rte.  61  to  S.  Court 

3 

ES03(004) 

Pike 

St.  in  Bowling  Green. 

$71,500 

$7,408 

$18,500 

$2,470 

$99,878 

Sidewalks  and  lighting  from  Marion  St.  to  Hickory  St. 

3 

ES03(005) 

Monroe 

in  Paris. 

$67,500 

$0 

$22,500 

$0 

$90,000 

4 

ES04(032) 

Platte 

New  sidewalks  on  5th  St.  in  Weston. 

$54,067 

$0 

$7,373 

$0 

$61 ,440 

Fairground  Park/Grandview  Elementary  Sidewalks  in 

4 

ES04(034) 

Lafayette 

Higginsville. 

$116,639 

$0 

$27,147 

$0 

$143,786 

4 

ES04(035) 

Henry 

New  sidewalks  in  Clinton. 

$86,881 

$0 

$11,847 

$0 

$98,728 

Street  Lights,  sidewalks,  fence,  handrail,  landscape  in 

4 

ES04(036) 

Clay 

Kearney. 

$88,744 

$0 

$12,102 

$0 

$100,846 

5 

ES05(004) 

Benton 

Steamboat  landing  in  Drake  Harbour  in  Warsaw. 

$260,476 

$0 

$0 

$0 

$260,476 

Sidewalks  on  Ricketts  Rd.  from  Douglas  Point 

5 

ES05(005) 

Boone 

Subdivision  entrance  to  Hallsville  School  in  Hallsville. 

$281,250 

$0 

$0 

$0 

$281 ,250 

5 

ES05(006) 

Maries 

Sidewalks  in  the  City  of  Belle. 

$87,274 

$0 

$0 

$0 

$87,274 

5 

ES05(007)/5P2184* 

Camden 

Sidewalks  on  existing  Rte.  54  in  Osage  Beach. 

$260,900 

$0 

$0 

$0 

$260,900 

Paving  a  portion  of  aggregate  trail  and  trailhead  of  the 

8 

ES08(010) 

Polk 

Frisco  Highline  Trail  near  Bolivar. 

$168,000 

$0 

$0 

$0 

$168,000 

Sidewalk  improvements  around  the  square  along  4th 

8 

STP-9900(832) 

Stone 

St.,  Maple  St.,  and  Main  St.  in  Galena. 

$224,160 

$0 

$5,560 

$14,826 

$244,546 

Sidewalk  rehabilitation  and  construction  near  the 

8 

STP-9900(840) 

Ozark 

square  and  along  other  city  streets  in  Gainesville. 

$98,835 

$161,100 

$14,945 

$24,390 

$299,270 

9 

9S2193* 

Iron 

Sidewalk  improvements  in  Ironton 

$101,500 

$0 

$0 

$12,000 

$113,500 

9 

9S2194* 

Carter 

Sidewalk  improvements  in  Van  Buren 

$86,870 

$0 

$0 

$11,000 

$97,870 

9 

ES09(001) 

Phelps 

Sidewalks  and  streetscapes  in  St.  James 

$171,230 

$0 

$0 

$0 

$171,230 

9 

ES09(002) 

Texas 

Sidewalks  and  streetscapes  in  Houston 

$147,500 

$0 

$0 

$0 

$147,500 

School  Campus  &  Maple  Valley  Plaza  Area  sidewalk 

10 

ES1 0(004) 

St.  Francois 

improvements  in  Farmington. 

$101,000 

$82,400 

$9,000 

$0 

$192,400 

10 

ES1 0(005) 

Dunklin 

Downtown  renovation  -  Phase  II  in  Maiden. 

$101,000 

$27,500 

$9,000 

$0 

$137,500 

10 

ES1 0(006) 

New  Madrid 

City  of  New  Madrid  river  connection 

$101,000 

$25,500 

$9,000 

$0 

$135,500 

10 

ES1 0(007) 

Perry 

Perryville  sidewalk  program 

$101,000 

$78,600 

$9,000 

$0 

$188,600 

Hendrickson  to  Bacon  Trail  &  downtown 

10 

ES1 0(008) 

Butler 

improvements  in  Poplar  Bluff. 

$202,000 

$62,815 

$18,000 

$0 

$282,815 

10 

ES1 0(009) 

Stoddard 

Downtown  sidewalk  improvements  in  Puxico. 

$101,000 

$24,000 

$9,000 

$0 

$134,000 

$3,667,101 

$698,194 

$361,699 

$71,611 

$4,798,605 

*  These  projects  are  in  the  respective  district  section  of  the  Highway  and  Bridge  Construction  Schedule. 


Note:  All  projects  funded  by  regionally  distributed  enhancement  funds  must  be  submitted  for  obligation  by  January  4, 
201 0,  otherwise  the  project  will  be  cancelled  and  funds  moved  to  another  ARRA  project. 
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Special  ARRA  Project  Additions 


Project  Number 

Description 

ARRA  funds  for  Coordination 

ES11(001)/5O2009 

Governor's  office  coordination  activities  for  Missouri  ARRA  transportation  funding. 

$42,000 

Sec  4:  ARRA  Appendix  3 
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Other  Transportation  Modes 
RSMo  21.795.3(3) 

Introduction 

The  information  in  this  section  is  in  accordance  with  the  highlighted  portion  in  the 
following  section  of  the  reporting  statute.  "(3)  The  proposed  allocation  and  expenditure 
of  moneys  and  the  proposed  work  plan  for  the  current  fiscal  year,  at  least  the  next  four 
years,  and  for  any  period  of  time  expressed  in  any  public  transportation  plan  approved 
by  either  the  general  assembly  or  by  the  voters  of  Missouri.  This  proposed  allocation 
and  expenditure  of  money  shall  include  the  amounts  of  proposed  allocation  and 
expenditure  of  moneys  in  each  of  the  categories  listed  in  subdivision  (1)  of  this 
subsection;  ..."  Section  21.795.3(3),  RSMo  20002  (L.  2003  TAFP  HB  6668)  (emphasis 
added). 

It's  not  just  about  highways  and  bridges  anymore!  The  2010-2014  Statewide  Transportation 
Improvement  Program  for  MoDOT  incorporates  data  on  aviation,  rail,  water,  and  transit  modes. 
With  these  measures  the  STIP  provides  a  complete  image  of  transportation  programs  administered  by 
MoDOT.  However,  unlike  highways,  MoDOT  does  not  own  or  operate  any  non-highway 
transportation  facility.  This  requires  in-depth  coordination  with  local  officials,  normally  a  city  or 
county  government.  The  STIP  is  included  in  the  first  part  of  section  3  to  implement  the  requirements 
of  RSMo  21.795.3(3). 

During  fiscal  year  2009,  $96.1  million  in  capital,  maintenance,  and  operating  assistance  was 
administered  by  MoDOT  to  aviation,  rail,  water,  and  transit  facilities.  The  funding  sources  came 
from  a  variety  of  federal  and  state  government  entities.  This  amount  is  not  included  with  local 
funding  because  it  rarely  passes  through  MoDOT.  In  addition,  the  local  amount  shown  on  the 
attached  overview  sheet  reflects  only  that  of  the  local  match,  which  is  required  for  federal/state 
grants.  The  overview  does  not  mirror  that  of  the  total  local  amount  expended,  as  it  is  usually 
significantly  higher. 

During  FY  2009,  45  highway/rail  crossings  were  equipped  or  upgraded  with  motorist  warning 
systems  and  14  crossings  were  closed.  MoDOT  has  partnered  with  railroads  to  complete  "corridor 
projects"  whereas  crossings  on  50-75  mile  sections  of  track  are  evaluated  at  one  time  for  possible 
improvements.  This  also  allows  for  greater  financial  participation  from  railroads. 

Improvements  include  $7.9  million  for  the  state's  share  of  Amtrak  funding  for  operations  and 
railroad  station  upgrades.  Waterways  funding  included  $3  million  for  operating  and  capital  grants  to 
13  public  port  authorities,  one  port  commission,  and  assistance  for  two  river  ferry  systems. 

Just  over  $24.9  million  in  state  and  federal  aviation  funding  was  provided  to  develop  and  preserve 
Missouri's  system  of  1 19  general  aviation  airports.  The  Federal  Aviation  Administration  administers 
funding  and  works  directly  with  commercial  passenger  airports  such  as  Lambert  Airport  in  St.  Louis. 
MoDOT  completed  five  airfield  capital  improvement  projects  while  six  airfield  pavement 
maintenance  projects  were  fulfilled.  Additionally,  funds  were  provided  to  help  operate  three  air 
traffic  control  tower. 


MoDOT  procured  414  new  vehicles  for  rural  and  urban  public  transportation  providers.  Over  $4 
million  in  state  transit  operating  assistance  supported  more  than  77  million  passenger  trips  statewide. 
State  aid  was  made  available  to  189  public  transportation  providers  and  specialized  organizations 
serving  the  elderly  or  disabled. 

Multimodal  Operations  is  the  only  area  of  MoDOT  that  administers  programs  funded  with  state 
general  revenue.  This  funding  has  been  uncertain  and  not  a  reliable  source  of  funds  to  keep  up  with 
the  pace  of  needs.  There  has  been  little  increase  in  federal  funding  for  rural  transit  and  aviation 
programs.  Significant  improvement  depends  on  establishing  a  more  substantial,  dependable,  and 
consistent  source  of  funding  for  the  other  modes. 


OVERVIEW  OF  MULTIMODAL  OPERATIONS  PROGRAM  EXPENDITURES 

FY  2009  Cash  Expenditures 
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FTA-Section  5317 

71,825 
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71,825 

State  Operating  Assistance 

3,687,792 

3,687,792 

Missouri  Elderly  and  Handicapped 
Transportation  Assistance  Program 

3,186,715 

3,186,715 

Waterways 

Administrative  Port  Program 

450,000 

450,000 

Capital  Improvement  Program 

2,644,798 

2,644,798 

Multimodal  Operations 


The  Multimodal  Operations  Division  performs  statewide  planning;  grant  administration,  and  technical  assistance,  in  areas  of  aviation, 
railroads,  transit,  freight  and  waterways.  In  addition,  MoDOT  does  have  regulatory  responsibility  over  railroads. 

This  section  begins  with  an  estimated  financial  summary  for  the  next  five  state  fiscal  years.  Financial  information  for  fiscal  year  201 0 
is  based  on  the  best  available  information.  Financial  summaries  beyond  fiscal  year  201 1  are  estimates.  Changes  in  any  fiscal  year 
may  occur  depending  on  the  availability  of  state,  federal  or  local  funds;  federal  or  state  laws  and  regulations;  local  goals  and 
objectives;  or  unforeseen  changes  in  planning  variables. 

Program  descriptions,  funding  priorities  and  associated  projects  are  described  within  the  appropriate  modal  area  of  responsibility. 
The  programs  and  projects  identified  in  this  section  are  based  on  the  best  information  available  at  the  time  of  printing.  Projects  that 
exceed  the  estimated  cost  by  10  percent  or  $75,000  will  be  brought  to  the  Missouri  Highways  and  Transportation  Commission 
(MHTC)  for  approval,  except  as  proscribed  in  federally  funded  program  guidelines.  MoDOT  will  handle  lesser  amounts.  The 
inclusion  of  any  specific  project  in  this  section  does  not  constitute  final  approval  of  or  the  commitment  of  any  funds  by  the  Missouri 
Highways  Transportation  Commission. 
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Multimodal  Operations 
Estimated  Financial  Summary  -  FY  2010-2014 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 

7/2010- 

7/2011- 

7/2012- 

7/2013- 

6/2010 

6/201 1 

6/2012 

6/2013 

6/2014 

STAR  Fund 

State  Cost 

500,000 

500,000 

500,000 

500,000 

500,000 

Total 

500,000 

500,000 

500,000 

500,000 

500,000 

Aviation  Program 

Federal  Cost 

40,446,900 

28,580,937 

31,304,544 

31,133,287 

30,291,775 

otate  uost 

15,883,850 

14,769,150 

16,888,990 

15,878,443 

14,798,525 

Total 

56,330,750 

43,350,087 

48,193,534 

47,011,730 

45,090,300 

Railroad  Program 

State  Cost 

8,800,000 

9,200,000 

9,600,000 

10,000,000 

10,400,000 

State  Supported  Passenger  Rail  Service 

Total 

8,800,000 

9,200,000 

9,600,000 

10,000,000 

10,400,000 

Railroad  Program 

State  Cost 

125,000 

125,000 

125,000 

125,000 

125,000 

Amtrak  Advertising 

Total 

125,000 

125,000 

125,000 

125,000 

125,000 

Railroad  Program 

State  Cost 

25,000 

25,000 

25,000 

25,000 

25,000 

Station  Improvements 

Total 

25,000 

25,000 

25,000 

25,000 

25,000 

Railroad  Program 

Federal  Cost 

14,100,000 

UP  Track  Improvements 

Total 

14,100,000 

Railroad  Program 

State  Cost 

2,854,000 

2,991,000 

1,363,000 

650,000 

290,000 

Rail  Crossing  Safety  Program 

Federal  Cost 
Total 

11,416,000 
14,270,000 

11,964,000 
14,955,000 

5,452,000 
6,815,000 

2,600,000 
3,250,000 

1,160,000 
1,450,000 

Railroad  Program 

Federal  Cost 

2,000,000 

2,000,000 

2,000,000 

2,000,000 

2,000,000 

High  Speed  Rail  Corridor  Planning 

Total: 

2,000,000 

2,000,000 

2,000,000 

2,000,000 

2,000,000 

Transit  Program  -  FTA 

Federal  Cost 

1,383,378 

1,383,378 

1,383,378 

1,383,378 

1,383,378 

Section  5303  and  5305 

Total 

1,383,378 

1,383,378 

1,383,378 

1,383,378 

1,383,378 

Transit  Program  -  FTA 

Federal  Cost 

293,983 

293,983 

293,983 

293,983 

293,983 

Section  5304 

Total 

293,983 

293,983 

293,983 

293,983 

293,983 

Transit  Program  -  FTA 
Section  5307 

Federal  Cost 
State  Cost 
Total 

129,363,182 
2,797,142 
132,160,324 

54,063,182 
2,797,142 
56,860,324 

54,063,182 
2,797,142 
56,860,324 

54,063,182 
2,797,142 
56,860,324 

54,063,182 
2,797,142 
56,860,324 

Transit  Program  -  FTA 

Federal  Cost 

30,000,000 

20,000,000 

20,000,000 

20,000,000 

20,000,000 

Section  5309 

Total 

30,000,000 

20,000,000 

20,000,000 

20,000,000 

20,000,000 

Transit  Program  -  FTA 

Federal  Cost 

2,655,250 

2,655,250 

2,655,250 

2,655,250 

2,655,250 

Section  5310 

Total 

2,655,250 

2,655,250 

2,655,250 

2,655,250 

2,655,250 
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STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 

7/2010- 

7/2011- 

7/2012- 

7/2013- 

6/2010 

6/201 1 

6/2012 

6/2013 

6/2014 

Transit  Program  -  FTA 
Section  5311 

Federal  Cost 
State  Cost 
Total 

34,776,120 
1,105,407 

oo,oo  1  ,OZ/ 

13,776,120 
1,105,407 

1  A  PP1  ^97 

13,776,120 
1,105,407 

1  A  PP1  R07 
I  4,00  I  ,D£.  1 

13,776,120 
1,105,407 

1  A  P.P.1  R97 

13,776,120 
1,105,407 

1  A  PP1  ^97 
I  4,00  I  ,0^  f 

Transit  Program  -  FTA 
Section  5311  (b) 

Federal  Cost 
Total 

192,568 

1Q9  ^fift 

192,568 

1Q9  CAQ 

192,568 

1Q9  RRR 

192,568 

1Q9  RRA 

192,568 

1Q9  ^fift 

Transit  Program  -  FTA 
Section  5316 

Federal  Cost 
Total 

1,318,047 
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1  ,OlO,U4/ 

1,318,047 
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Transit  Program  -  FTA 
Section  5317 

Federal  Cost 
Total 

713,594 
713,594 

713,594 
713,594 

713,594 
713,594 

713,594 
713,594 

713,594 
713,594 

Transit  Program 
MEHTAP 

State  Cost 
Total 

3,443,732 
3,443,732 

3,443,732 
3,443,732 

3,443,732 
3,443,732 

3,443,732 
3,443,732 

3,443,732 
3,443,732 

Waterways  Program 
Administrative  Port 

State  Cost 
Total 

626,000 
626,000 

4,981,000 
4,981,000 

5,238,000 
5,238,000 

3,800,000 
3,800,000 

22,263,000 
22,263,000 

Federal  Total 

268,659,022 

136,941,059 

133,152,666 

130,129,409 

127,847,897 

TYYTAI 
I  \J  I  Mi- 

State  Total 

36,160,131 

39,937,431 

41,086,271 

38,324,724 

55,747,806 

Total 

304,819,153 

176,878,490 

174,238,937 

168,454,133 

183,595,703 
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State  Transportation  Assistance  Revolving  Fund 


In  1996,  Senate  Bill  780  established  the  State  Transportation  Assistance  Revolving  Fund,  and  an  initial  appropriation  of  $2.5  million 
was  made  in  1997.  Provisions  are  contained  in  state  statute  226.191.  The  Missouri  Highways  and  Transportation  Commission 
administer  the  funds,  which  assists  political  subdivisions  or  not-for-profit  organizations  in  the  development  of  non-highway  related 
transportation  facilities.  This  includes  aviation,  rail,  water,  freight  or  mass  transit  facilities.  Funds  cannot  be  used  for  operating 
expenses  or  for  the  construction  or  maintenance  of  state  highways.  The  following  are  the  specific  eligibility  requirements: 

•  The  planning,  acquisition,  development  and  construction  of  facilities  for  transportation  by  air,  water,  rail,  freight  or  mass  transit; 

•  The  purchase  of  vehicles  for  the  transportation  of  elderly  or  handicapped  persons;  or 

•  The  purchase  of  rolling  stock  for  transit  purposes. 

Applications  are  received  at  any  time;  however,  they  are  reviewed  twice  a  year  on  March  1  and  Sept.  1 .  Loans  are  awarded  based 
on  the  type  of  project,  the  benefit  to  the  public,  the  financial  viability  and  the  local  sponsor's  willingness  and  ability  to  complete  the 
project.  Loan  repayments  and  any  interest  earned  go  back  into  the  fund  for  additional  transportation  projects.  Since  inception,  this 
program  has  been  primarily  used  to  help  local  public  airports  finance  improvements  not  eligible  for  federal  or  state  grant  programs. 
This  includes  the  construction  of  approximately  150  T-hangars,  two  aviation-fueling  facilities  and  a  general  aviation  terminal  building. 
The  program  also  assisted  in  financing  a  multimodal  facility  in  St.  Louis  to  bring  together  passenger  rail,  MetroLink  and  public  transit 
modes. 
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Aviation 


Grant  Program  Funding  -  Aviation  grant  programs  assist  eligible  sponsors  in  the  planning,  purchase,  construction,  maintenance 
and  improvement  of  airports. 

Federal  funding  is  appropriated  by  the  U.S.  Congress  through  the  Federal  Airport  Improvement  Program  and  provides  up  to  95 
percent  of  eligible  project  costs.  Missouri  is  one  of  ten  states  currently  participating  in  the  State  Block  Grant  Program  under  which 
MoDOT  administers  federal  aviation  funding  to  general  aviation  airports.  The  FAA  programs  and  administers  federal  funding  to  the 
larger  airports  with  commercial  passenger  service  over  10,000  annual  passenger  enplanements. 

There  is  a  significant  amount  of  uncertainty  associated  with  federal  aviation  funding.  Notification  of  the  amount  to  be  received  and 
the  actual  transfer  of  funds  often  do  not  occur  until  several  months  into  the  federal  fiscal  year.  Also,  programs  such  as  the  non- 
primary  airport  entitlement  program  can  significantly  impact  funding  available  for  MoDOT  programming,  but  it  is  only  implemented  if 
Congress  appropriates  funding  above  a  threshold  level.  There  are  currently  69  airports  participating  in  this  entitlement  program. 
Eligible  airports  may  receive  federal  funding  of  up  to  $1 50,000  annually.  MoDOT  is  basically  a  pass-through  agency  for  the  non- 
primary  airport  entitlement  program.  Current  federal  legislation  for  the  non-primary  entitlement  program  expires  in  2009.  There  are 
also  opportunities  for  additional  federal  funding  through  discretionary  grants.  MoDOT  staff  will  continue  to  aggressively  pursue  this 
additional  funding  whenever  possible. 

State  funding  comes  from  the  State  Aviation  Trust  Fund,  which  derives  its  revenue  from  a  portion  of  the  state  sales  tax  on  jet  fuel  and 
a  9-cent  per  gallon  tax  on  aviation  gasoline.  On  state/local  projects,  the  state  can  provide  up  to  90  percent  of  eligible  project  costs. 
The  state  can  also  provide  up  to  50  percent  of  the  local  share  on  federally  funded  projects.  Safety-related  equipment  and  services  do 
not  require  cost  sharing. 

Project  Priorities  -  The  primary  sources  for  prioritizing  airport  projects  are  the  FAA  National  Plan  of  Integrated  Airport  Systems, 
MoDOT  State  Airport  System  Plan,  and  coordination  with  East-West  Gateway  Council  of  Governments  and  Mid-America  Regional 
Council.  The  National  Plan  of  Integrated  Airport  Systems  establishes  basic  criteria  for  airports  to  be  eligible  for  federal  aviation  funds. 
The  State  Airport  System  Plan  is  a  working  document  updated  regularly  to  reflect  current  activity  levels  and  changes  to  airport 
facilities  and  air  navigation  aids. 

Project  applications  are  reviewed  and  funds  are  distributed  based  on  an  established  priority  system  that  considers  items  such  as  the 
number  of  based  aircraft,  activity  levels  and  the  type  of  project  requested.  Other  factors  considered  are  the  political  subdivision's 
willingness  and  ability  to  complete  the  project,  commitment  of  local  matching  funds,  prior  maintenance  and  support  of  the  airport,  and 
aviation  staff  knowledge  of  airport  needs.  While  this  part  is  subjective,  it  is  based  upon  facts  and  experience. 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

AVIATION  PROGRAM 

MoDOT 
DISTRICT 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Albany 

1 

Pavement  maintenance 

120,000 

MUlUld 

Q 
O 

n.  1  1 VI 1  U 1  II  lltM  1  Ldl  abobool  1  lt?l  11  OL  UUollUOUUII  IcIIIUVdl 

oqn  nnn 
*iou,uuu 

MUlUld 

Q 
O 

OUIlbllUOl  McW  lUllllllldl  dpiUII  Willi  I  lldliydl  IdAlldllcb 

1  n^n  nnn 

I  ,uou,uuu 

nvd 

O 
O 

LdllU  dUqUlolllUII 

i  nn  nnn 

I  uu,uuu 

Dc  Llldliy 

1 
I 

i  dVclllcill  llldllUclldNOc 

1  nn  nnn 

Bolivar 

8 

Pavement  maintenance 

200,000 

Bolivar 

8 

AWOS 

200,000 

Bolivar 

8 

Acquire  land  for  runway  extension 

1 ,000,000 

Boonville 

5 

Environmental  assessment  and  land  acquisition 

250,000 

Boonville 

5 

Construct  t-hangar  taxilanes 

460,000 

Boonville 

5 

Construct  runway  extension  and  partial  parallel  taxiway 

1 ,820,000 

Bowling  Green 

3 

Land  acquisition 

1 ,050,000 

Bowling  Green 

3 

Environmental  assessment 

60,000 

Bowling  Green 

3 

Construct  apron  and  taxiway 

1,100,000 

Branson  West 

8 

Runway  construction,  airfield  paving 

7,700,000 

Brookfield/Marceline 

2 

Airport  layout  plan 

75,000 

Buffalo 

8 

Airport  layout  plan 

50,000 

Butler 

7 

Land  acquisition 

260,000 

Butler 

7 

AWOS 

300,000 

Cabool 

9 

Rehabilitate  and  widen  runway 

380,000 

Camdenton 

5 

Land  acquisition 

700,000 

Camdenton 

5 

Master  Plan  Update  &  environmental  assessment 

150,000 

Camdenton 

5 

Land  acquisition  for  partial  parallel  taxiway 

600,000 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

AVIATION  PROGRAM 

MoDOT 
DISTRICT 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Camdenton 

5 

Taxilane  reconstruction 

370,000 

Camdenton 

5 

AWOS 

350,000 

Cape  Girardeau 

10 

Operate  air  traffic  control  tower 

167,000 

167,000 

167,000 

167,000 

167,000 

Cape  Girardeau 

10 

Pavement  maintenance  &  drainage  improvements 

884,000 

Cape  Girardeau 

10 

Land  acquisition 

765,000 

Cape  Girardeau 

10 

Rehabilitate  Taxiway  A 

2,300,000 

Cape  Girardeau 

10 

Reconstruct  Taxiway  F 

700,000 

Carrollton 

2 

Pavement  maintenance 

100,000 

Caruthersville 

10 

Rehabilitate  runway  lighting  and  install  PAPIs 

352,000 

Caruthersville 

10 

Pavement  rehabilitation 

450,000 

Caruthersville 

10 

Construct  hangar  taxilanes 

300,000 

Cassville 

7 

Land  acquisition 

510,000 

Chill  icothe 

2 

Land  acquisition  and  construct  new  runway 

4,000,000 

Clinton 

4 

Construct  runway  2/20  Phase  1 

5,390,000 

Columbia 

5 

Apron  and  taxilane  rehabilitation 

350,000 

Creve  Coeur 

6 

Rehabilitate  taxilanes 

200,000 

Creve  Coeur 

6 

RPZ  land  acquisition 

200,000 

Cuba 

9 

Runway  extension 

1,500,000 

UCAlC  1 

AWOS 

Doniphan 

9 

Pavement  maintenance 

300,000 

Doniphan 

9 

Airport  layout  plan 

50,000 

El  Dorado  Springs 

7 

Pavement  maintenance 

90,000 

Eldon 

5 

Construct  runway  18/36  extension  &  partial  parallel 
taxiway 

3,200,000 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

AVIATION  PROGRAM 

MoDOT 
DISTRICT 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Farmington 

10 

Construct  partial  parallel  taxiway 

1,700,000 

rail  I  III  ly  LUI 1 

"I  n 

I  u 

WUoll  UOLIUI 1  ItJIIIUVdl 

pen  nnn 

rdl  1 1  III  ly  LUI  1 

I  u 

Aoni  lira  lonH  fnr  ri  in\A/Q\/  ovtonoinn 
r\UL|UI[tJ  1  ctl  IU  IUI  [Ullvvdy  cALcl  IoIUI  1 

1  ^nn  nnn 

I  ,ouu,uuu 

Focti  ic 

c 

D 

i  dvclllclll  1 1  Idl  1 1  lei  Idl  IOC 

1  nnn 

ricUcrioMUwri 

I  u 

rdVtJIIIclll  II ldlMlt?lldllCt?  Ot  UUollUOLIUll  ItJIIIUVdl 

1  on  nnn 
I  uu,uuu 

Fredericktown 

1  0 

Pavement  maintenance  and  parallel  taxiway 
reconstruction 

900,000 

Grain  Valley 

4 

Feasibility  study  &  airport  site  selection 

100,000 

Hannibal 

3 

Construct  access  road 

185,000 

Hannibal 

2 

Environmental  assessment  and  land  acquisition 

340,000 

Hannibal 

3 

Extend  runway 

3,100,000 

Harrisonville 

4 

Rehabilitate  south  t-hangar  taxilanes 

466,000 

Harrisonville 

4 

Pavement  rehabilitation 

500,000 

Harrisonville 

4 

Acquire  land  for  runway  extension 

5,300,000 

Higginsville 

4 

Pavement  maintenance 

825,000 

Houston 

9 

Construct  partial  parallel  taxiway 

700,000 

Jefferson  City 

5 

Construct  taxiway  B 

3,340,000 

Jefferson  City 

5 

Pavement  maintenance 

800,000 

Jefferson  City 

5 

Acquire  snow  removal  equipment 

187,000 

Jefferson  City 

5 

Operate  air  traffic  control  tower 

100,000 

100,000 

100,000 

100,000 

100,000 

Joplin 

7 

Operate  air  traffic  control  tower 

40,000 

40,000 

40,000 

40,000 

40,000 

Kennett 

10 

Pavement  maintenance  &  apron  reconstruction 

950,000 

Kennett 

10 

Land  acquisition 

160,000 

Kennett 

10 

Construct  t-hangar  taxilanes 

400,000 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

AVIATION  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Kpnnpft 

1         1  II  1  \j  LI 

10 

AWOS 

300  000 

Kirksville 

2 

AirDort  Derimeter  fence 

780  000 

Kirksville 

2 

LlDarade  runwav  liahts 

250  000 

Kirksville 

2 

Acauire  snow  removal  eauiDiment 

r  \\j  \-A  un  w  oil  w  v  v  i     i  i  i  w  v  ca  i  v^/     u  i  k,/ 1  i  i  \j  i  i  l 

676  000 

Lamar 

7 

Construct  new  runway,  connecting  taxiways,  & 
obstruction  removal 

*r  ,uuu,uuu 

Lebanon 

8 

Acquire  land  for  runway  extension 

1 ,900,000 

Lebanon 

8 

Construct  runway  extension  and  parallel  taxiway 

5,000,000 

Lee's  Summit 

4 

Construct  runway  extension,  parallel  taxiway  and  apron 

7,368,000 

Lee's  Summit 

4 

Construct  new  Air  Traffic  Control  Tower 

3,000,000 

Lewis  County 

o 
0 

Update  Master  Plan;  conduct  environmental  assessment 

21 0,000 

Lewis  County 

3 

Relocate  access  road 

50,000 

Lewis  County 

3 

AWOS 

r~\  r\r\  (\f\f\ 

300,000 

Lincoln  County 

Airport  Master  Plan  and  environmental  assessment 

190,000 

Macon 

2 

Acquire  land,  extend  &  widen  runway;  grading 

1 ,700,000 

Macon 

2 

Extend  &  widen  runway-pave;  light  &  mark 

1 ,658,000 

Maiden 

10 

Install  runway  18/36  REILs  &  PAPIs,  rehab  edge  lights 

800,000 

Maiden 

10 

Runway  and  taxiway  pavement  maintenance 

670,000 

Maiden 

10 

Pavement  maintenance 

O  ^  OIT  AAA 

2,135,000 

Mansfield 

o 
0 

Rehabilitate  runway  lights 

fc>U,UUU 

Mansfield 

8 

Pavement  maintenance;  grading;  obstruction  removal 

425,000 

Marshall 

2 

Apron  and  t-hangar  pavement  rehabilitation 

2,200,000 

Maryville 

1 

Pavement  maintenance 

200,000 

Memphis 

3 

Runway  rehabilitation 

1,100,000 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

AVIATION  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Memphis 

3 

Expand  apron;  construct  taxilanes 

400,000 

Mexico 

3 

Taxiway  widening 

100,000 

Mexico 

3 

Relocate  runway  6  end 

H  c\c\r\  c\f\c\ 

1 ,000,000 

Moberly 

2. 

Apron  rehabilitation 

945,000 

Moberly 

2 

Runway  5/23  pavement  rehabilitation 

ore  f\r\r\ 

365,000 

Monett 

7 

Pavement  maintenance 

300,000 

Monett 

7 

AW  OS 

300,000 

Monett 

7 

Hangar  taxilane  rehabilitation 

50,000 

Monroe  City 

3 

Pavement  maintenance 

h  on  r\r\r\ 

1 30,000 

Mosby 

4 

Construct  t-hangar  taxilanes 

r~  r\r\  r\r\r\ 

520,000 

Mosby 

4 

Land  acquisition 

r\  c\c\r\  r\r\r\ 

2,000,000 

Mosby 

4 

Pavement  maintenance 

400,000 

Mosby 

4 

Construct  taxilanes 

900,000 

Mount  Vernon 

7 

Pavement  maintenance 

350,000 

Mount  Vernon 

7 

Airport  layout  plan 

60,000 

Mountain  Grove 

8 

Widen  and  strengthen  runway 

—j  r\r\  r\r\c\ 

700,000 

Mountain  Grove 

8 

Land  acquisition 

t~ r\r\  r\r\r\ 

500,000 

Mountain  View 

9 

Safety  area  grading 

1 ,050,000 

Mountain  View 

A 

y 

Overlay  runway,  taxiway  &  apron 

h   -i  aa  AAA 
\  ,1UU,UUU 

Neosho 

7 

Land  acquisition  &  obstruction  removal 

360,000 

Neosho 

7 

Construct  taxilanes 

1 ,500,000 

Nevada 

7 

Reconstruct  apron  -  Phase  1 

710,000 

Nevada 

7 

Reconstruct  apron  -  Phase  2 

630,000 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

AVIATION  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

i\ew  Madrid  oouniy 

Acquire  land  and  obstruction  removal  for  runway 
extension 

ouu,uuu 

New  Madrid  County 

10 

Extend  runway  and  construct  partial  parallel  taxiway 

H    OAA  AAA 

1 ,200,000 

Osage  Beach  -  GrandGlaize 

5 

Land  acquisition 

1 ,500,000 

Osage  Beach  -  Lee  C.  Fine 

5 

Construct  hangar  taxilanes 

300,000 

Perryville 

10 

AW  OS 

300,000 

Piedmont 

1 0 

Terminal  area  improvements 

350,000 

Poplar  Bluff 

1 0 

T-hangar  pavement  maintenance;  improve  drainage 

21 0,000 

Richland 

9 

Pavement  maintenance 

1 00,000 

Rolla 

5 

Construct  hanger  taxilanes 

360,000 

Holla 

5 

Pavement  maintenance 

800,000 

Saint  Clair 

6 

Runway  safety  area  grading  improvements 

1 00,000 

Saint  Joseph 

Realign  taxiway  Bravo  West 

5,250,000 

Saint  Joseph 

Rehabilitate  taxiway  Alpha 

5,000,000 

Saint  Joseph 

Airfield  pavement  maintenance 

900,000 

Saint  Joseph 

Safety  area  grading 

300,000 

Saint  Joseph 

Construct  air  traffic  control  tower 

5,000,000 

Saint  Joseph 

Airport  perimeter  fencing 

880,000 

Saint  Louis  -  Lambert 

6 

General  aviation  apron 

4,800,000 

Salem 

y 

Land  acquisition  and  obstruction  removal 

4UU,0UU 

Sedalia 

5 

Reconstruct  runway  18/36 

5,000,000 

Sikeston 

10 

Relocate  taxiway 

1,700,000 

Sikeston 

10 

Apron  expansion 

800,000 

Sikeston 

10 

Rehabilitate  runway  lighting 

750,000 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

AVIATION  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Spirit  of  St.  Louis 

6 

Relocate  localizer 

r~  r\r\  r\AA 

500,000 

Spirit  of  St.  Louis 

6 

Construct  aircraft  hush  house 

o  ci r\r\  f\f\r\ 

2,800,000 

Spirit  of  St.  Louis 

6 

\  A  /!  1  ,J  1  if-.     Hl.  .  J,, 

Wildlite  study 

50,000 

bpint  of  bt.  Louis 

6 

Land  acquisition 

^  AO/i  aaa 

1 ,6^4,000 

H    AOvt  AAA 

1  ,624,000 

H    A~7IT  AAA 

1 ,675,000 

Ktatpwidp 

Sroninn  and  dp^inn 

1  1 00  000 

1  250  000 

1  000  000 

1  ,  WWW,  www 

1  000  000 

1  ,www,www 

1  300  000 

1  , WWW, WWW 

Ktatpwidp 

ASM  ^v^tpm 

50  000 

WW  ,  UUU 

Ktatpwidp 

S010  Airnort  In^nprtinn^ 

IU   f\l  I  UUI  L    II  lOUvOUvl  1 0 

53  000 

WW  ,  WWW 

53  000 

WW  j  WWW 

Ktatpwidp 

w  LCI  Ltj  V  V  IU 

Autnmatpd  wpathpr  oh^prvinn  ^V9tpnv  NADIN  Arrp^^ 

50  000 

WW  ,  WWW 

oiaiewiae 

Automated  weather  observing  system  ongoing 
maintenance 

ou,uuu 

OU,UUU 

/u,uuu 

7fi  firm 
/  u,uuu 

/u,uuu 

btatewiae 

Non-primary  airport  entitlement  program 

a  tz~? r~  aaa 

9,576,000 

(~1  -70  A  aaa 

9,734,000 

(~i  c~7C~  aaa 

9, 57b, 000 

a  tz ~7  a  aaa 

9,576,000 

a  oaa  aaa 

9,892,000 

Statewide 

PCI  pavement  study 

a  a  a  c\r\r\ 

400,000 

Statewide 

Air  service  development 

r\  r\AA  f\f\e\ 

2,222,000 

2,222,000 

2,222,000 

2,222,000 

A  AAA  AAA 

2,222,000 

Statewide 

Mobile  ARFF  trainer 

H    AAA  f\f\f\ 

1 ,800,000 

Steele 

1 0 

Airport  layout  plan;  aeronautical  survey 

J  A  A  AAA 

130,000 

Sullivan 

6 

Acquire  land  for  RPZ 

2,500,000 

Sullivan 

6 

Pavement  maintenance 

200,000 

Taney  County 

8 

Rehabilitate  runway  lights 

350,000 

Tarkio 

1 

Pavement  maintenance 

AAA  AAA 

200,000 

Tarkio 

Land  acquisition  &  obstruction  removal 

H  7C  AAA 
1  /  O,U00 

Tarkio 

1 

Extend  runway;  construct  partial  parallel  taxiway 

1,600,000 

Trenton 

2 

Pavement  maintenance  &  lighting  improvements 

500,000 

Unionville 

2 

Airport  layout  plan 

65,000 

Van  Buren 

9 

Rehabilitate  runway,  taxiway  and  apron 

614,000 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

AVIATION  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 

a  mr\  -4  a 

6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

vvarrensuurg 

A 
H 

Relocate  apron  and  parallel  taxiway  to  runway  18/36, 
construct  access  road 

a  Rem  nnn 

Warrensburg 

A 

4 

Acquire  land  for  runway  extension 

H    £TAA  AAA 

1 ,500,000 

Warrensburg 

4 

Runway  13/31  rehabilitation 

A^  A  AAA 

250,000 

Warrensburg 

4 

Extend  runway  18/36 

A  AAA  AAA 

9,200,000 

Warsaw 

5 

Parallel  taxiway,  VGSIs,  grading 

h  aaa 

1 ,600,000 

Warsaw 

5 

Extend  runway 

H    AAA  AAA 

1 ,600,000 

Washington 

3 

Apron  and  taxilane  rehabilitation 

1 ,1 00,000 

Washington 

3 

Land  acquisition  and  obstruction  removal 

AAA  AAA 

620,000 

Washington 

3 

Construct  taxiway,  apron,  and  access  road 

H    AAA  AAA 

1 ,800,000 

West  Plains 

9 

Reconstruct  hangar  area  pavement 

OITA  AAA 

350,000 

West  Plains 

9 

Construct  partial  parallel  taxiway 

H    AAA  AAA 

1 ,300,000 

West  Plains 

9 

Pavement  maintenance 

663,000 

West  Plains 

9 

Perimeter  fencing 

577,000 

Willow  Springs 

9 

Pavement  maintenance 

130,000 

TOTAL 

60,107,000 

46,529,000 

51,753,000 

50,450,000 

48,364,000 
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Railroads 


Missouri  is  located  in  the  central  corridors  of  the  nation's  railroad  transportation  system,  with  St.  Louis  and  Kansas  City  being  the  second  and 
third  largest  rail  hubs  in  the  nation,  behind  only  Chicago,  IL.  Approximately  60  percent  of  the  freight  products  entering  Missouri,  both  raw 
materials  and  finished  products,  are  moved  into  Missouri  on  the  rail  system.  The  rail  system  is  also  critical  to  the  nation's  passenger  rail 
transportation  and  Missouri's  passenger  service  between  St.  Louis  and  Kansas  City. 

The  MoDOT  Multimodal  Division  administers  the  state's  railroad  program.  This  program  includes  freight  rail  regulation,  passenger  rail,  light  rail 
safety  regulation,  highway/rail  crossing  safety,  rail/highway  construction,  and  railroad  safety  inspection  and  outreach. 

Passenger  Rail  -  Two  round-trips  per  day  are  currently  provided  between  St.  Louis  and  Kansas  City  (Missouri  River  Runner),  with  stops  in 
Kirkwood,  Washington,  Hermann,  Jefferson  City,  Sedalia,  Warrensburg,  Lee's  Summit  and  Independence.  In  FY  08,  service  was  provided  to 
more  than  138,000  passengers.  There  is  not  a  dedicated  funding  source  for  passenger  rail.  Passenger  rail  is  subject  to  legislative  general 
revenue  appropriation  each  year. 

In  FY  09,  Amtrak's  cost  of  providing  the  service  was  $8,000,000  and  the  Missouri  General  Assembly  appropriated  $8,000,000  for  the  service.  In 
FY  10,  Amtrak's  cost  of  providing  the  service  will  be  approximately  $8,800,000.  The  Missouri  General  Assembly  has  been  asked  to  appropriate 
that  amount. 

The  passenger  rail  route  is  owned  and  maintained  by  the  Union  Pacific  Railroad.  During  calendar  year  2009,  the  railroad  has  scheduled  major 
track  work  projects.  The  projects  include  cross-tie  replacement,  track  undercutting  and  curve  rail  replacement.  These  projects  could  affect  how 
the  service  operates  and  may  require  alternate  schedules  of  trains  in  certain  situations. 

Highway/Rail  Crossing  Safety  Program  -  There  are  approximately  3,900  public  highway/rail  crossings  in  Missouri.  These  crossings  are 
evaluated  and  ranked  annually  according  to  a  hazard  exposure  index  that  considers  such  items  as  train  traffic  and  speed,  vehicle  traffic  and 
speed,  crossing  accident  history,  and  sight  distance.  Each  year,  there  are  approximately  $5.9  million  of  FHWA  Surface  Transportation  Program 
Safety  Funds,  and  approximately  $1 .2  million  state  funds  from  the  state  Grade  Crossing  Safety  Account  available  to  address  safety  issues  at 
these  crossings.  The  Grade  Crossing  Safety  Account  funds  are  created  from  a  state  motor  vehicle  licensing  fee.  On  the  average,  it  costs 
$200,000  -  $250,000  per  crossing  for  highway/rail  safety  improvements,  resulting  in  improvement  to  approximately  30  to  35  crossings  per  year. 
Project  improvements  typically  include  the  installation  of  railroad  crossing  signal  devices,  and  may  vary  in  scope  and  completion  dates  depending 
on  funding  availability  and  programming  restrictions,  each  fiscal  year.  A  project  may  also  last  for  a  duration  of  more  than  one,  two  or  more  fiscal 
years  due  to  funding  restrictions  and  other  unanticipated  events.  Since  1976,  this  program  has  resulted  in  an  81  percent  decrease  in  crashes;  a 
76  percent  decrease  in  fatalities;  and  an  83  percent  decrease  in  injuries. 
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AM 

BGKX 

BSR 

BNSF 

CMR 

COLT 

DM&E 

KAW 

KCS 

KCT 

MRS 

MNA 

MVP 

NS 

OVA 

SLIM 

SE 

TRRA 
UP 


Railroad  Acronyms 


Arkansas  and  Missouri  Railroad  Company 

Belton-Grandview  Railway 

Branson  Scenic  Railway 

BNSF  Railway  Company 

Central  Midland  Railway  Company 

Columbia  Terminal  Railroad  Company 

Dakota,  Minnesota  &  Eastern  Railroad  Corporation 

Kaw  River  Railroad 

Kansas  City  Southern  Railway  Company 

Kansas  City  Terminal  Railway  Company 

Manufacturers'  Railway  Company 

Missouri  &  Northern  Arkansas  Railroad  Company 

Missouri  Valley  Park  Switching  Service 

Norfolk  Southern  Railway  Company 

Ozark  Valley  Railroad 

St.  Louis  Iron  Mountain  Railroad 

SEMO  Port  Railroad,  Inc. 

Terminal  Railroad  Association  of  St.  Louis 

Union  Pacific  Railroad  Company 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 
PASSENGER  RAIL  AND  HIGHWAY/RAIL  CROSSING  SAFETY  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

L/IU   1    1  11  \a/  1 

PROJECT  DESCRIPTION 

7/2009- 

O/  L.VJ  I  u 

7/2010- 

O/  L.VJ  I  I 

7/2011- 

7/2012- 

O/        1  O 

7/2013- 

St.  Louis  to  Kansas  City 

State  Supported  Passenger  Rail  Service 

Amtrak  (National  Railroad  Passenger  Corporation) 

4,5,6 

Continue  operation  and  provide 
equipment  capital  share  cost  of 
service  between  St.  Louis-Kansas 
ony  (Missouri  niver  nunner)  Trains 

8,800,000 

9,200,000 

9,600,000 

10,000,000 

10,400,000 

St.  Louis  to  Kansas  City 

State  Supported  Passenger  Rail  Service 

Amtrak  (National  Railroad  Passenger  Corporation) 

All 

Advertising/promotional  costs  for  the 
St.  Louis  -  Kansas  City  corridor 

125,000 

125,000 

125,000 

125,000 

125,000 

St  Louis,  MO  -  Kansas  City,  MO 

UP  track  improvements  from  St  Louis  to  Kansas  City 

MoDOT  UP  Capacity  Study  (subject  to  ARRA 

appropriation) 

4,  5,  6 

Rail/highway  crossing  hazard 
elimination;  environmental  & 
preliminary  engineering  study;  track 
infrastructure  improvements 

14,100,000 

Missouri  Amtrak  passenger  stations 
(Kansas  City-Independence-Lee's  Summit- 
Warrensburg 

Sedalia-Jefferson  City-Hermann-Washington-Kirkwood 
St.  Louis-La  Plata-Poplar  Bluff) 

2,4,5,6,8 

Station  repairs/improvements  to 
Missouri  Amtrak  passenger  stations 

25,000 

25,000 

25,000 

25,000 

25,000 

St.  Louis  to  Kansas  City 

Planning  funds  for  high  speed  rail  corridor 

4,5,6 

Rail/highway  crossing  hazard 
elimination;  feasibility  study; 
environmental  &  preliminary 
engineering  study;  infrastructure 
improvements;  equipment 
acquisition  for  St.  Louis  to  Kansas 
City  route 

2,000,000 

2,000,000 

2,000,000 

2,000,000 

2,000,000 

60th  Ln  -  in  Halls,  Buchanan  Co  -  BNSF 
DOT#  095  227F 

1 

Install  active  warning  devices 

200,000 

Bethel  Rd  -  near  Halls,  Buchanan  Co  -  BNSF 
DOT#  095  228M 

1 

Install  active  warning  devices 

200,000 

Cotton  Wood  Rd-  near  French,  Buchanan  Co-  BNSF 
DOT#  095  230N 

1 

Install  active  warning  devices 

200,000 

Pettit  St  -  near  French,  Buchanan  Co  -  BNSF 
DOT#  095  232C 

1 

Install  active  warning  devices 

200,000 

Prairie  Rd  -  near  Forbes,  Holt  Co  -  BNSF 
DOT#070  160E 

Install  active  warning  devices, 
close  one  crossing 

325,000 

Francis  St  -  in  St  Joseph,  Buchanan  Co-  BNSF 
DOT#063  122D 

LED's  and  install  constant  warning 
circuitry 

80,000 

St  Joseph,  Buchanan  Co  -  BNSF 
DOT#063  121W-4th  Street 
DOT#  063  1 1 6A  -  Monterey  St 
DOT#  063  1 1 8VA  -  Mitchell  St 

Install  active  warning  devices  and 
closure  of  crossings 

175,000 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

PASSENGER  RAIL  AND  HIGHWAY/RAIL  CROSSING  SAFETY  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Old  Hwy  59  -  near  St  Joseph,  Buchanan  Co  -  BNSF 
(DOT#095  211J) 

1 

Upgrade  active  warning  devices 

380,000 

US  59,  Buchanan  Co-  BNSF 
Various  crossings 

1 

Various  improvements 

450,000 

450,000 

Unity  Rd  -  near  Lock  Springs,  Daviess  Co  -  UP 
DOT#  605  609M 

1 

Install  active  warning  device 

220,000 

NW  DesMoines  Rd  -  near  Lock  Springs,  Caldwell  Co  - 
UP  DOT#  605  620M 

1 

Install  active  warning  devices 

250,000 

Banner  Ln  -  near  Gibbs,  Adair  Co  -  BNSF 
DOT#  005  081 U 

2 

Install  active  warning  devices 

200,000 

Lantern  St  -  in  La  Plata,  Adair  Co  -  BNSF 
DOT#  005  086  D 

2 

Upgrade  active  warning  devices 

25,000 

Owensby  St  -in  La  Plata,  Macon  Co  -  BNSF 
DOT#  005  089Y 

2 

Upgrade  active  warning  devices 

25,000 

MO  1 56  -  near  La  Plata,  Macon  Co  -  BNSF 
DOT#005  091 A 

2 

Upgrade  active  warning  devices 

25,000 

Indiana  PI  -  near  La  Plata,  Macon  Co  -  BNSF 
DOT#  005  092G 

2 

Install  active  warning  devices 

200,000 

Iceberg  PI  -  near  La  Plata,  Macon  Co  -  BNSF 
DOT#  005  094V 

2 

Upgrade  active  warning  devices 

25,000 

Hilton  Ave  -  in  La  Plata,  Macon  Co  -  BNSF 
DOT#  005  095C 

2 

Upgrade  active  warning  devices 

25,000 

Helium  St  -  in  La  Plata,  Macon  Co  -  BNSF 
DOT#  005  097R 

2 

Install  active  warning  devices 

200,000 

Hauser  St  -  in  Marceline,  Chariton  Co  -  BNSF 
DOT#005  142H 

2 

Upgrade  active  warning 
devices/grade  separation  feasibility 

200,000 

Crocker  St  -  in  Marceline,  Chariton  Co  -  BNSF 
DOT#005  143P 

2 

Upgrade  active  warning 
devices/grade  separation  feasibility 

200,000 

Santa  Fe  Ave  -  in  Marceline,  Chariton  Co  -  BNSF 
DOT#005  144W 

2 

Upgrade  active  warning 
devices/grade  separation  feasibility 

200,000 

Rt.  B  -  in  Higbee,  Randolph  Co  -  KCS 
DOT#  293  394A 

2 

Upgrade  active  warning  devices; 
close  Randolph  St.  (DOT#  293 
392L); 

200,000 

Coates  St  -  in  Moberly,  Randolph  Co  -  NS 
DOT#  483  697J 

2 

Feasibility  study/grade  separation 

190,000 

Section  7-17 


MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 
PASSENGER  RAIL  AND  HIGHWAY/RAIL  CROSSING  SAFETY  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Bourqmond  Ave  -  near  Brunswick,  Chariton  Co  -  NS 
DOT#  483  767W 

2 

Install  active  warning  devices 

150,000 

Quincy  St  -  in  Brunswick,  Chariton  Co  -  NS 
DOT#  483  770  E 

2 

Upgrade  active  warning  devices 

150,000 

Polk  St  -  in  Brunswick,  Chariton  Co  -  NS 
DOT#  483  774G 

2 

Upgrade  active  warning  devices 

150,000 

Fremont  St  -  in  Brunswick,  Chariton  Co  -  NS 
DOT#  483  779  R 

2 

Upgrade  active  warning  devices 

150,000 

CR  214  -  in  Glasgow,  Howard  Co  -  KCS 
DOT#293  421 U 

2 

Install  active  warning  devices 

160,000 

Odell  St  -  in  Marshall,  Saline  Co  -  KCS 
DOT#  293  465U 

2 

Upgrade  active  warning  devices 

160,000 

Miami  St  -  in  Marshall,  Saline  Co  -  KCS 
DOT#293  471 X 

2 

Upgrade  active  warning  devices 

160,000 

Benton  St  -  in  Marshall,  Saline  Co  -  KCS 
DOT#  293  470  R 

2 

Upgrade  active  warning  devices 

160,000 

Boyd  St  -  in  Marshall,  Saline  Co  -  KCS 
DOT#  293  468P 

2 

Unnrade  active  warninn  devices 

1 60  000 

Marshall,  Saline  Co  -  KCS 
DO  1  #  293  467H  —  tnglish  bt 
DOT  293  466B  -  Jefferson  St  -  close 
DOT#293  469W  -  Lyons  St 

2 

Upgrade  active  warning  devices 

200,000 

Route  W  -  near  Bogard,  Carroll  Co  -  BNSF 
DOT#068  814K 

2 

Upgrade  active  warning  devices 

200,000 

County  Roads  -  west  of  Carrollton,  Carrol  Co  - 
BNSF/NS 

2 

Various  closures  and  upgrades 

1,200,000 

Route  DD  -  near  Rensselaer,  Ralls  Co  -  NS 
DOT#  480  644A 

3 

Unnrade  active  warninn  devices 

200  000 

CR  963  -  near  Thompson,  Audrain  Co  -  KCS 
DOT#  293  353V 

3 

Install  active  warning  devices 

160,000 

Rensellear  (near),  Ralls  Co  -  NS 
DOT#  480  636H  -  Spruce  Trail  Rd 
DOT#  480  637P  -  Rensellear  Lane 
DOT#  480  638W  -  Elm  Road  (near) 

3 

Install  active  warning  devices  and 
close  two  crossings 

160,000 

CR  935  -  near  Thompson,  Audrain  Co  -  NS 
DOT#  483  646Y 

3 

Install  active  warning  devices 

160,000 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 
PASSENGER  RAIL  AND  HIGHWAY/RAIL  CROSSING  SAFETY  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Main  St  -  -  near  Thompson,  Audrain  Co  -  NS 
DOT#  483  648M 

3 

Upgrade  active  warning  devices 

160,000 

CR  963  -  near  Thompson,  Audrain  Co  -  NS 
DOT#  483  652C 

3 

Install  active  warning  devices 

160,000 

Main  St  -  in  Monroe  City,  Monroe  Co  -  BNSF 
DOT#  072  688A 

3 

Upgrade  active  warning  devices 

200,000 

Powell  Rd  -  in  Rutledge,  Scotland  Co  -  BNSF 
DOT#  005  045Y 

3 

Upgrade  warning  devices 

200,000 

S  Main  St  -  in  Hannibal,  Marion  Co  -  NS 
DOT#  480  609L 

3 

Upgrade  active  warning  devices 

200,000 

Trackside  Dr  -  near  Winfield,  Lincoln  Co  -  BNSF 
DOT#  068  762V 

3 

Upgrade  from  private  industrial  to 
public  active.  Construct  active 
warning  devices 

250,000 

Main  St  -  in  Madison,  Monroe,  Co  -  NS 

DOT#  480  71 2Y  -  close  crossing 

DOT#  480  71 3F  -  State  Rt  1 51  -  upgrade  devices 

3 

Jpgrade  active  warning  devices  at 
State  Rt  151  crossing;  close  Main  St 
crossing 

250,000 

CR  42  -  near  Baring,  Knox  Co  -  BNSF 
DOT#  005  052J 

3 

Install  active  warning  devices 

200,000 

Route  M  -in  Rutledge,  Scotland  Co  -  BNSF 
DOT#  005  047M 

3 

Upgrade  active  warning  devices 

25,000 

CR  12  -  near  Martinsburg,  Montgomery  Co  -  NS 
DOT#483  617N 

3 

Install  active  warning  devices 
relocated  from  Mexico  Road  closed 
crossing 

150,000 

MO  92  -  near  Kearney,  Clay  Co  -  KAW 
DOT#  079  338G 

4 

Install/relocate  active  warning 
device 

100,000 

139th  St  -  in  Grandview,  Jackson  Co  -  KCS 
DOT#672  591 K 

4 

Install/relocate  active  warning 
device 

75,000 

299th  St  -  near  West  Line,  Cass  Co  -  KCS 
DOT#  329  845G 

4 

Install  active  warning  devices 

200,000 

Wyoming  St  -  in  Pleasant  Hill,  Cass  Co  -  UP 
DOT#  441  984F 

4 

Upgrade  active  warning  devices 

25,000 

Commercial  St  -  in  Pleasant  Hill,  Cass  Co  -  UP 
DOT#  441  986U 

4 

Upgrade  active  warning  devices 

25,000 

Walker  St  -  in  Pleasant  Hill,  Cass  Co  -  UP 
DOT#  441  990 J 

4 

Upgrade  active  warning  devices 

25,000 
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MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 
PASSENGER  RAIL  AND  HIGHWAY/RAIL  CROSSING  SAFETY  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Karg  Rd  -  near  Pleasant  Hill,  Cass  Co  -  UP 
DOT#  441  991  R 

4 

Install  active  warning  devices 

200,000 

Francy  Rd  -  near  Pleasant  Hill,  Cass  Co  -  UP 
DOT#  441  993  E 

4 

Install  active  warning  devices 

200,000 

Rogers  Rd  -  near  Strasburg,  Cass  Co  -  UP 
DOT#  441  994L 

4 

Install  active  warning  devices 

200,000 

Beattie  Rd  -  near  Strasburg,  Cass  Co  -  UP 
DOT#  441  995T 

4 

Install  active  warning  devices 

200,000 

Rt.  E  -  near  Strasburg,  Cass  Co  -  UP 
DOT#441  001 C 

4 

Upgrade  active  warning  devices 

200,000 

CR  1971  -  near  Strasburg,  Johnson  Co  -  UP 
DOT#  442  005E 

4 

Install  active  warning  devices 

200,000 

Rt.  AA  -  near  Kingsville,  Johnson  Co  -  UP 
DOT#  442  006L 

4 

Upgrade  active  warning  devices 

250,000 

Olive  St  -  in  Kingsville,  Johnson  Co  -  UP 
DOT#  442  008A 

4 

Upgrade  active  warning  devices 

200,000 

CR  1601  -  near  Kingsville,  Johnson  Co  -  UP 
DOT#  442  009G 

4 

Install  active  warning  devices 

200,000 

CR  1521  -  near  Kingsville,  Johnson  Co  -  UP 
DOT#442  010B 

4 

Upgrade  active  warning  devices 

200,000 

CR  1451  -  near  Holden,  Johnson  Co  -  UP 
DOT#442  01 2P 

4 

Install  active  warning  devices 

200,000 

MO  131  -  near  Holden,  Johnson  Co  -  UP 
DOT#442  01 5K 

4 

Upgrade  active  warning  devices 

25,000 

Main  St  -  in  Holden,  Johnson  Co  -  UP 
DOT#442  01 7Y 

4 

Upgrade  active  warning  devices 

25,000 

Pine  St  -  in  Holden,  Johnson  Co  -  UP 
DOT#442  021 N 

4 

Upgrade  active  warning  devices 

25,000 

Rt.  U/2nd  St  -  in  Holden,  Johnson  Co  -  UP 
DOT#  442  023C 

4 

Upgrade  active  warning  devices 

25,000 

Main  St  -  in  Centerview,  Johnson  Co  -  UP 
DOT#  442  034P 

4 

Upgrade  active  warning  devices 

200,000 

CR  301  -  near  Warrensburg,  Johnson  Co  -  UP 
DOT#  442  040T 

4 

Install  active  warning  devices 

200,000 
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LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Washington  St  -  in  Warrensburg,  Johnson  Co  -  UP 
DOT#  442  044V 

4 

Upgrade  active  warning  devices 

25,000 

Holden  St  -  in  Warrensburg,  Johnson  Co  -  UP 
DOT#  442  047R 

4 

Upgrade  active  warning  devices 

25,000 

Mitchell  St  -  in  Warrensburg,  Johnson  Co  -  UP 
DOT#  442  056P 

4 

Upgrade  active  warning  devices 

25,000 

Ridgeview  Rd  -  in  Warrensburg,  Johnson  Co  -  UP 
DOT#  442  057W 

4 

Upgrade  active  warning  devices 

25,000 

Devasher  St  -  in  Warrensburg,  Johnson  Co  -  UP 
DOT#  442  058  D 

4 

Upgrade  active  warning  devices 

25,000 

CR  501  -  near  Montserrat,  Johnson  Co  -  UP 
DOT#  442  063A 

4 

Upgrade  active  warning  devices 

25,000 

CR  1 1 5  -  near  Montserrat,  Johnson  Co  -  UP 
DOT#  442  064G 

4 

Install  active  warning  devices 

200,000 

CR  651  -  near  Montserrat,  Johnson  Co  -  UP 
DOT#  442  065N 

4 

Upgrade  active  warning  devices 

200,000 

MO  58/W.  Wye  -  in  Pleasant  Hill,  Cass  Co  -  MNA 
DOT#  442  989T 

4 

Upgrade  active  warning  devices 

150,000 

Rt.  P  -  near  Pleasant  Hill,  Cass  Co  -  MNA 
DOT#  442  998S 

4 

Upgrade  active  warning  devices 

150,000 

Orr  Rd  -  near  Pleasant  Hill,  Cass  Co  -  MNA 
DOT#  443  002M 

4 

Install  active  warning  devices 

200,000 

227th  St  -  near  Harrisonville,  Cass  Co  -  MNA 
DOT#  443  006  P 

4 

Install  active  warning  devices 

200,000 

235th  St  -  near  Harrisonville,  Cass  Co  -  MNA 
DOT#  443  007W 

4 

Install  active  warning  devices 

200,000 

Independence  St  -  in  Harrisonville,  Cass  Co  -  MNA 
DOT#  443  009K 

4 

Upgrade  active  warning  devices 

150,000 

307th  St  -  near  Archie,  Cass  Co  -  MNA 
DOT#  443  025U 

4 

Install  active  warning  devices 

200,000 

Rt.  A/High  School  Ave  -  in  Archie,  Cass  Co  -  MNA 
DOT#  443  029W 

4 

Upgrade  active  warning  devices 

150,000 

Pine  St  -  in  Archie,  Cass  Co  -  MNA 
DOT#  443  032E 

4 

Upgrade  active  warning  devices 

150,000 
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MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

92nd  St  -  in  Hardin,  Ray  Co  -  NS 
DOT#  483  834N 

4 

Install  active  warning  devices 

200,000 

CR  307  -  near  Henrietta,  Ray  Co  -  NS 
DOT#  483  837J 

4 

Install  active  warning  devices 

200,000 

Pryor  Rd  -  near  Henrietta,  Ray  Co  -  NS 
DOT#  483  844U 

4 

Install  active  warning  devices 

200,000 

CR  336  -  near  Camden,  Ray  Co  -  NS 
DOT#  483  850X 

4 

Install  active  warning  devices 

200,000 

Minneville  Rd  (Arlington)  -  near  Birmingham,  Clay  Co  - 
NS  DOT#  483  894X 

4 

Upgrade  active  warning  devices 

200,000 

Atlantic  Ave  -  in  North  Kansas  City,  Clay  Co  -  NS 
DOT#  483  906  P 

4 

Upgrade  active  warning  devices 

200,000 

Spore  Rd  -  near  Missouri  City,  Clay  Co  -  NS 
DOT#916  974R 

4 

Install  active  warning  devices 

200,000 

Pig  Lane  -  near  Floyd,  Ray  Co  -  BNSF 
DOT#  005  357G 

4 

Install  active  warning  devices 

200,000 

17th  St  -  in  Kansas  City,  Jackson  Co  -  KCS 
DOT#  329  761 L 

4 

Upgrade  active  warning  devices 

25,000 

NE  140th.  near  Mosby,  Clay  Co  -UP 
DOT#  605  51 9N 

4 

Install  active  warning  devices 

200,000 

MO  127/Main  St  -  in  LaMonte,  Pettis  Co  -  UP 
DOT#  442  090W 

5 

Upgrade  active  warning  devices 

200,000 

Rt.  T  -  near  Dresden,  Pettis  Co  -  UP 
DOT#  442  097U 

5 

Upgrade  active  warning  devices 

25,000 

Rt.  MM  -  near  Dresden,  Pettis  Co  -  UP 
DOT#442  101G 

5 

Upgrade  active  warning  devices 

25,000 

Rissler  Rd  -  near  Sedalia,  Pettis  Co  -  UP 
DOT#442  149J 

5 

Upgrade  active  warning  devices 

200,000 

Rt.  TT  -  near  Smithton,  Pettis  Co  -  UP 
DOT#  442  1 51 K 

5 

Upgrade  active  warning  devices 

200,000 

Spur  5/Washington  St  -  in  Smithton,  Pettis  Co  -  UP 
DOT#  442  1 57B 

5 

Upgrade  active  warning  devices 

25,000 

Rt.  W  -  near  Smithton,  Pettis  Co  -  UP 
DOT#442  159P 

5 

Upgrade  active  warning  devices 

25,000 
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MoDOT 
DISTRICT 
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7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Florence  Rd  -  near  Smithton,  Pettis  Co  -  UP 
DOT#442  160J 

5 

Install  active  warning  devices 

200,000 

Morgan  Co.  Dr  -  near  Otterville,  Cooper  Co  -  UP 
DOT#  442  1 65T 

5 

Upgrade  active  warning  devices 

200,000 

Industrial  Dr  -  in  Jefferson  City,  Cole  Co  -  UP 
DOT#  442  661 N 

5 

Install  active  warning  devices 

200,000 

Paris  Rd  -  in  Columbia,  Boone  Co  -  COLT 
DOT#  480  778Y 

5 

Upgrade  active  warning  devices 

25,000 

Boat  Ramp  Rd  -  in  Hermann,  Gasconade  Co  -  UP 
DOT#  442  786N 

5 

Upgrade  active  warning 
devices/quiet  zone 

25,000 

Feltes  Rd  -  in  West  Alton,  St.  Charles  Co  -  BNSF 
DOT#  072  843C 

6 

Install  active  warning  devices 

200,000 

Brentwood  Blvd  -  in  Webster  Groves,  St.  Louis  Co  -  UP 
DOT#425  01 8L 

6 

Install  active  warning  devices 

200,000 

Springfield  Rd  -  near  St  Clair,  Franklin  Co  -  BNSF 
DOT#  664  378S 

6 

Install  active  warning  devices 

200,000 

McDonnell  Blvd  -  in  Hazelwood,  St.  Louis  Co  -  NS 
DOT#  480  292W 

6 

Upgrade  active  warning  devices 

230,000 

Holmes  Ave  -  in  Kirkwood,  St.  Louis  Co  -  UP 
DOT#425  001 H 

6 

Upgrade  active  warning 
devices/quiet  zone 

25,000 

Leffingwell  Ave  -  in  Kirkwood,  St.  Louis  Co  -  UP 
DOT#  425  003W 

6 

Upgrade  active  warning 
devices/quiet  zone 

25,000 

Taylor  Ave  -  in  Kirkwood,  St.  Louis  Co  -  UP 
DOT#  425  006S 

6 

Upgrade  active  warning 
devices/quiet  zone 

25,000 

Kirkwood  Rd  -  in  Kirkwood,  St.  Louis  Co  -  UP 
DOT#425  01 4J 

6 

Upgrade  active  warning 
devices/quiet  zone 

25,000 

Geyer  Rd  -  in  Kirkwood,  St.  Louis  Co  -  UP 
DOT#  425  696  P 

6 

Upgrade  active  warning 
devices/quiet  zone 

25,000 

Big  Bend/Geyer  Rd  -  in  Kirkwood,  St.  Louis  Co  -  BNSF 
DOT#  664  306N 

6 

Upgrade  active  warning  devices 

25,000 

Last  St  -  in  Barnhart,  Jefferson  Co  -  BNSF 
DOT#  663  860B 

6 

Install  active  warning  devices 

200,000 

Barnhart,  Jefferson  Co  -  BNSF 

DOT#  663  860B  -  East  St 

DOT#  663  859G  -  E  Marriot  St  -  close 

6 

Install  active  warning  devices  at 
East  St;  close  East  Marriot  St 

200,000 

Section  7  -23 


MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 
PASSENGER  RAIL  AND  HIGHWAY/RAIL  CROSSING  SAFETY  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Rt.  Y  -  near  Amsterdam,  Bates  Co  -  KCS 
DOT#  329  876F 

7 

Upgrade  active  warning  devices 

150,000 

Main  St  -  in  Amsterdam,  Bates  Co  -  KCS 
DOT#  329  880V 

7 

Upgrade  active  warning  devices 

200,000 

Rt.  A/Hume  St  -  in  Hume,  Bates  Co  -  KCS 
DOT#  329  904G 

7 

Upgrade  active  warning  devices 

200,000 

Farm  Rd  1 1 00  -  near  Monett,  Barry  Co  -  BNSF 
DOT#  673  326Y 

7 

Install  active  warning  devices 

200,000 

Morrow  Mill  Rd  -  in  Carthage,  Jasper  Co  -  MNA 
DOT#435  217R 

7 

Install  active  warning  devices 

200,000 

River  St  -  in  Carthage,  Jasper  Co  -  MNA 
DOT#  435  225H 

7 

Install  active  warning  devices 

200,000 

Juniper  St  -  in  Carthage,  Jasper  Co  -  MNA 
DOT#  443  267P  -  and  close  adjacent  crossing 

7 

Install  active  warning  devices 

200,000 

Rt.  V/Main  St  -  in  Stotesbury,  Vernon  Co  -  KCS 
DOT#  329  929C 

7 

Upgrade  active  warning  devices 

200,000 

Rt.  H/8th  St  -  in  Richards,  Vernon  Co  -  KCS 
DOT#  329  937U 

7 

Upgrade  active  warning  devices 

200,000 

3rd  St  -  in  Richards,  Vernon  Co  -  KCS 
DOT#  329  939H 

7 

Install  active  warning  devices 

200,000 

Rt.  KK  -  near  Richards,  Vernon  Co  -  KCS 
DOT#  329  956Y 

7 

Upgrade  active  warning  devices 

200,000 

Rt.  FF  -  near  Oskaloosa,  Vernon  Co  -  KCS 
DOT#329  961V 

7 

Upgrade  active  warning  devices 

100,000 

Rt.  KK  -  near  Oskaloosa,  Barton  Co  -  KCS 
DOT#  329  972H 

7 

Upgrade  active  warning  devices 

100,000 

Oak/33  Rd  -  in  Mulberry,  Barton  Co  -  KCS 
DOT#329  981 G 

7 

Install  active  warning  devices 

200,000 

CR  21 85  -  near  Aurora,  Lawrence  Co  -  MNA 
DOT#  435  1 1 7L 

7 

Install  active  warning  devices 

200,000 

Rt.  AA  -  near  Adrian,  Bates  Co  -  MNA 
DOT#  443  041 D 

7 

Upgrade  active  warning  devices 

150,000 

Rt.  F  -  near  Passaic,  Bates  Co  -  MNA 
DOT#  443  056T 

7 

Upgrade  active  warning  devices 

150,000 

Section  7  -24 


MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 
PASSENGER  RAIL  AND  HIGHWAY/RAIL  CROSSING  SAFETY  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

County  Rd  -  near  Butler,  Bates  Co  -  MNA 
DOT#  443  060H 

7 

Install  active  warning  devices 

200,000 

Rt.  TT  -  near  Butler,  Bates  Co  -  MNA 
DOT#  443  064K 

7 

Upgrade  active  warning  devices 

150,000 

Mill  St  -  in  Butler,  Bates  Co  -  MNA 
DOT#  443  066Y 

7 

Upgrade  active  warning  devices 

150,000 

Pine  St  -  in  Butler,  Bates  Co  -  MNA 
DOT#  443  067F 

7 

Upgrade  active  warning  devices 

150,000 

CR  -  near  Butler,  Bates  Co  -  MNA 
DOT#  443  076E 

7 

Install  active  warning  devices 

200,000 

CR  -  near  Rich  Hill,  Bates  Co  -  MNA 
DOT#  443  099L 

7 

Install  active  warning  devices 

200,000 

Rt.  EE  -  near  Lamar,  Barton  Co  -  MNA 
DOT#  443  204K 

7 

Install  active  warning  devices 

200,000 

SE  13th  Rd  -  near  Lamar,  Barton  Co  -  MNA 
DOT#443  21 9 A 

7 

Install  active  warning  devices 

200,000 

Route  NN  -  near  Liberal,  Barton  Co  -  BNSF 
DOT#  668  970  D 

7 

Upgrade  active  warning  devices 

200,000 

Route  K  -  near  Liberal,  Barton  Co  -  BNSF 
DOT#  668  965G 

7 

Upgrade  active  warning  devices 

200,000 

Central  St  -  in  Marionville,  Lawrence  Co  -  BNSF 
DOT#  673  305F 

7 

Install  active  warning  devices 

200,000 

Neosho,  Newton,  Co  -  KCS 

DOT#  330  1 01 W  -  Washington  St  -  upgrade 

DOT#  330  1 02D  -  N  college  St  -  upgrade 

DOT#  330  1 1 2J  -  Spring  St  -  upgrade 

DOT#  330  1 13R  -  MO  86/McKinley  St  -  upgrade 

DOT#  330  1 1 4X  -  Park  St  -  close 

DOT  330  1 1 8A  -  Daugherty  Rd  -  close 

DOT#  330  1 21 H  -  Industrial  Park  Rd  -  close 

7 

Quiet  Zone  Improvements 
Upgrade  active  warning  devices  and 
close  crossings 

450,000 

450,000 

Route  M  -  near  Everton,  Dade  Co  -  BNSF 
DOT#669  781 K 

7 

Upgrade  active  warning  devices 

200,000 

Central  Ave  -  in  Monett,  Lawrence  Co  -  BNSF 
DOT#  673  367D 

7 

Safety  improvements 

55,000 

Jefferson  Ave  -  in  Neosho,  Newton  Co  -  BNSF 
DOT#  668  367T 

7 

Upgrade  active  warning 
devices/quiet  zone 

150,000 

Section  7  -25 


MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

PASSENGER  RAIL  AND  HIGHWAY/RAIL  CROSSING  SAFETY  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Baxter  Rd  -  in  Neosho,  Newton  Co  -  BNSF 
DOT#  668  370B 

7 

Upgrade  active  warning 
devices/quiet  zone 

150,000 

Farm  Rd  2200  -  near  Marionville,  Lawrence  Co  -  BNSF 
DOT#  673  308B 

7 

Install  artivp  warninn  dpvirp^ 

1  1  1  O  LCAI  1            LI  V        VVQI  1  III  IU   UU  V 

200  000 

Murphy  Blvd  -  near  Joplin,  Jasper  Co  -  MNA 
DOT#  669  557A 

7 

Install  artivp  warninn  dpvirp^ 

1  1  1  O  LCil  1            LI  V        VVQI  1  III  IU  UCVIVyCO 

200  000 

Joplin,  Newton  Co  -  KCS 

DOT#  330  059A  -  Connecticut  Ave  -  bridge  over 

railroad 

DOT#  330  058T  -  New  Hampshire  Ave  -  close 

"7 

/ 

Close  Connecticut  Ave  at-grade 
crossing  and  replace  with  bridge 
over  railroad;  close  New  Hampshire 
Ave  at-grade  crossing 

obU,UUU 

4U,UUU 

Porter  Rd  -  near  Rogersville,  Webster  Co  -  BNSF 
DOT#  667  623D 

8 

Install  active  warning  devices 

200,000 

BoxSchool  LoopWest  -  near  Diggins,  Webster  Co  - 
BNSF 

DOT#  667  652N 

8 

Install  active  warning  devices  and 
improve  roadway,  move  crossing 

300,000 

Farm  Rd  107  -  near  Elwood,  Greene  Co  -  BNSF 
DOT#669  821 F 

8 

Install  active  warning  devices 

200,000 

Greene  and  Webster  Co  -  BNSF 
Various  crossings 

8 

Various  improvements 

200,000 

200,000 

200,000 

200,000 

Route  EE  -  near  Bois  D'Arc,  Greene  Co  -  BNSF 
DOT#  669  81 5C 

8 

Upgrade  active  warning  devices 

200,000 

Chestnut  Expressway  -  in  Springfield,  Greene  Co  - 
BNSF 

DOT#  664  1 02C 

8 

Upgrade  active  warning  devices 

25,000 

Chestnut  Expressway  -  in  Springfield,  Greene  Co  - 
BNSF 

DOT#664  146C 

8 

Upgrade  active  warning  devices 

25,000 

Division  St  -  in  Springfield,  Greene  Co  -  BNSF 
DOT#664  151Y 

8 

Upgrade  active  warning  devices 

100,000 

National  St  -  in  Springfield,  Greene  Co  -  BNSF 
DOT#  664  1 1 6K 

8 

Upgrade  active  warning  devices 

100,000 

National  St  -  in  Springfield,  Greene  Co  -  BNSF 
DOT#  664  1 72S 

8 

Upgrade  active  warning  devices 

100,000 

Calhoun  St  -  in  Springfield,  Greene  Co  -  BNSF 
DOT#664  149X 

8 

Install  active  warning  devices 

200,000 

Locust  St  -  in  Springfield,  Greene  Co  -  BNSF 
DOT#664  152F 

8 

Install  active  warning  devices 

200,000 

Section  7  -26 


MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 
PASSENGER  RAIL  AND  HIGHWAY/RAIL  CROSSING  SAFETY  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Fort  St  -  in  Springfield,  Greene  Co  -  BNSF 
DOT#664  145V 

8 

Install  active  warning  devices 

200,000 

Webster  St  -  in  Springfield,  Greene  Co  -  BNSF 
DOT#664  148R 

8 

Install  active  warning  devices 

200,000 

Royal  Road  -  near  Norwood,  Wright  Co  -  BNSF 
DOT#  667  694A 

8 

Install  active  warning  devices 

200,000 

Hawk  St  -  in  Norwood,  Wright  Co  -  BNSF 
DOT#  667  691  E 

8 

Close  crossing  and  upgrade  active 
warning  devices  at  adjacent 
crossing 

 id  

25,000 

Mansfield,  Wright  Co  -  BNSF 
Quiet  Zone 

8 

LED  upgrades 

40,000 

West  Plains,  Howell  Co  -  BNSF 
Quiet  Zone 

9 

LED  upgrades 

100,000 

Route  FF  -  near  Sullivan,  Crawford  Co  -  BNSF 
DOT#  664  41 5S 

9 

Install  active  warning  devices 

200,000 

Pine  Grove  Rd  -  in  Willow  Springs,  Howell  Co  -  BNSF 
DOT*  667  860P 

9 

Upgrade  active  warning  devices 

200,000 

St.  James,  Phelps  Co  -  BNSF 

DOT  #  TBD  -  Nelson  Park  Dr  -  new  crossing 

UO  1  #664  577U  —  CK  3590  -  Close 

DOT*  664  584E  -  CR  3390  -  close 

DOT#664  580C  -  MO  68  -  upgrade 

DOT*  664  581 J  -  Meramec  -  upgrade 

DOT*  664  579H  -  Seymour  -  upgrade 

9 

Install  new  crossing 
Close  2  crossings 
Upgrade  3  crossings 

400,000 

Landers  Rd  -  near  Sullivan,  Crawford  Co  -  BNSF 
DOT*  664  41 4K 

9 

Upgrade  from  private  to  public 
crossing  and  install  active  warning 
devices 

200,000 

Warm  Fork  Rd  -  in  Thayer,  Oregon  Co  -  BNSF 
DOT*  667  803B 

9 

Close  crossing,  replace  bridge 

190,000 

CR  717  -  near  Dexter,  Stoddard  Co  -  UP 
DOT*  446  346L 

10 

Upgrade  active  warning  devices 

200,000 

CR  266  -  near  Hayti,  Pemiscot  Co  -  BNSF 
DOT*  665  542W 

10 

Install  active  warning  devices 

200,000 

Sikeston,  Scott  Co  -  BNSF 
Various  crossings 

10 

Various  upgrades  and  closures 

200,000 

CR  41 1  -  near  Oran,  Scott  Co  -  BNSF 
DOT*  665  641 U 

10 

Relocate  equipment/upgrade  active 
warning  devices 

150,000 

Section  7  -27 


MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 
PASSENGER  RAIL  AND  HIGHWAY/RAIL  CROSSING  SAFETY  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

CR  305  -  near  lllmo,  Scott  Co  -  UP 
DOT#  787  995B 

10 

Upgrade  active  warning  devices 

330,000 

CR  326  -  near  Bell  City,  Stoddard  Co  -  UP 
DOT#  789  071 D 

10 

Upgrade  active  warning  devices 

100,000 

CR  340  -  near  Bell  City,  Stoddard  Co  -  UP 
DOT#  789  073S 

10 

LED's  upgrade 

25,000 

Rock  Ave  -  near  Bell  City,  Stoddard  Co  -  UP 
DOT#  789  074Y 

10 

LED's  upgrade 

25,000 

MO  91  -  near  Bell  City,  Stoddard  Co  -  UP 
DOT#  789  075F 

10 

LED's  upgrade 

25,000 

CR  331  -  near  Bell  City,  Stoddard  Co  -  UP 
DOT#  789  076M 

10 

Install  active  warning  devices 

200,000 

MO  162  -  near  Portageville,  New  Madrid  Co  -  BNSF 
DOT#  665  572N 

10 

Upgrade  active  warning  devices 

200,000 

Route  A  -  near  Portageville,  Pemiscot  Co  -  BNSF 
DOT#  665  547F 

10 

Upgrade  active  warning  devices 

200,000 

Route  H  -  in  Matthews,  New  Madrid  Co  -  BNSF 
DOT#  665  607M 

10 

Upgrade  active  warning  devices 

200,000 

Portageville,  New  Madrid  Co  -  BNSF 
Various  crossings 

10 

Various  closures  and/or  upgrades 

500,000 

Statewide  -  all  railroads 
Various  LED  upgrades 

LED  Upgrades 

250,000 

250,000 

250,000 

250,000 

250,000 

Statewide  -  all  railroads 
Preliminary/engineering 

Engineering  projects 

250,000 

250,000 

250,000 

250,000 

250,000 

Statewide  -  all  railroads 
Crossing  closures 

Close  crossings 

500,000 

500,000 

500,000 

500,000 

500,000 

Statewide  -  all  railroads 
Crossing  stop/yield  signs 

Install  stop/yield  signs;  battery 
backup;  roadway  gates 

250,000 

250,000 

250,000 

250,000 

250,000 

TOTAL 

14,270,000 

14,955,000 

6,815,000 

3,250,000 

1,450,000 

Section  7  -28 


Transit  Metropolitan  Planning  Grants 
Section  5303  and  Section  5305 


Section  5303  and  Section  5305  of  Chapter  53,  Title  49,  U.S.C.  Federal  Transit  Administration  -  The  department 
administers  Federal  Transit  Administration  Section  5303  and  Section  5305  (formerly  Federal  Transit  Act  Section  8)  planning  grants 
for  transit  planning  activities  of  the  seven  metropolitan  planning  areas  of  East-West  Gateway  Council  of  Governments  (St.  Louis 
area),  Mid-America  Regional  Council  (Kansas  City  and  Lee's  Summit  areas),  Ozark  Transportation  Organization  (Springfield,)  and 
the  cities  of  Joplin,  St.  Joseph,  Columbia  and  Jefferson  City. 

Funds  are  distributed  to  metropolitan  planning  organizations  (MPOs)  based  on  a  federal  Census  population  formula.  There  is  no 
discretion  in  the  initial  distribution  of  funds,  although  funds  must  address  identified  transit  planning  activities  in  a  Metropolitan 
Planning  Organization's  Unified  Planning  Work  Program.  Unused  funds  can  be  reallocated  to  any  urbanized  area  as  the  department 
determines. 

MoDOT  combines  their  funds  in  a  consolidated  planning  grant  to  MPO's  with  Federal  Highway  Administration  (FHWA)  planning  (PL) 
funds  to  simplify  grant  administration.  Only  the  Section  5303  and  5305  metropolitan  transit  planning  funds  are  shown  on  this  page. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Section  5303  and  5305 

Federal  Asst 
Local  Match 

TOTAL 

1,383,378 
345,845 

1,729,223 

1,383,378 
345,845 

1,729,223 

1 ,383,378 
345,845 

1,729,223 

1 ,383,378 
345,845 

1,729,223 

1 ,383,378 
345,845 

1,729,223 

Section  7  -29 


Urbanized  Transit  Systems  Formula  Grants 

Federal  Transit  Administration 
Section  5307  and  State  Financial  Assistance 

Section  5307  of  Chapter  53,  Title  49,  U.S.C.  Federal  Transit  Administration  -  Funds  come  to  Missouri  on  the  basis  of  a  national  formula  that 
provides  capital  assistance  to  transit  systems  in  urban  areas  over  200,000  population  and  both  capital  assistance  and  operating  assistance  to  transit  systems  in 
small  urbanized  areas  with  populations  between  50,000  -  200,000.  The  department  allocates  funds  on  behalf  of  the  governor  for  the  small-urbanized  areas  of 
Columbia,  Joplin,  St.  Joseph,  Jefferson  City  and  Lee's  Summit  based  on  the  same  formula.  The  Federal  Transit  Administration  allocates  funds  directly  to  the  St. 
Louis,  Kansas  City,  and  Springfield  urbanized  areas,  including  ARRA  appropriations. 

This  federal  assistance  does  not  flow  through  MoDOT.  Federal  regulations  on  the  use  of  capital  funds  for  maintenance  have  been  relaxed.  Many  traditional 
operating  expenses  such  as  major  preventative  maintenance  are  now  eligible  for  capital  funding.  Amounts  of  Sec.  5307  funds  for  St.  Louis  may  include  some 
formula  funding  for  Illinois  population  and  funding  for  Kansas  City  and  St.  Joseph  for  their  Kansas  populations.  


7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Section  5307 
St.  Louis 

Federal  Cost 

79,424,696 

33,424,696 

33,424,696 

33,424,696 

33,424,696 

State  Cost 

1,365,832 

1,365,832 

1,365,832 

1,365,832 

1,365,832 

Local  Cost 

164,220,000 

167,504,400 

170,854,488 

174,271,578 

177,757,010 

Total 

245,010,528 

202,294,928 

205,645,016 

209,062,106 

212,547,538 

Section  5307 
Kansas  City 

Federal  Cost 

35,412,427 

14,412,427 

14,412,427 

14,412,427 

14,412,427 

State  Cost 

831,780 

831,780 

831,780 

831,780 

831,780 

Local  Cost 

49,075,096 

50,056,597 

51 ,057,729 

52,078,884 

53,120,462 

Total 

85,319,303 

65,300,804 

66,301 ,936 

67,323,091 

68,364,669 

Section  5307 
Springfield 

Federal  Cost 

5,282,320 

2,282,320 

2,282,320 

2,282,320 

2,282,320 

State  Cost 

247,640 

247,640 

247,640 

247,640 

247,640 

Local  Cost 

4,584,832 

5,078,398 

5,571,964 

5,683,403 

5,797,071 

Total 

10,114,792 

7,608,358 

8,101,924 

8,213,363 

8,327,031 

Section  5307 
Small  Urbanized 

Federal  Cost 

9,243,739 

3,943,739 

3,943,739 

3,943,739 

3,943,739 

State  Cost 

351,890 

351,890 

351,890 

351,890 

351,890 

Local  Cost 

4,882,893 

4,980,552 

5,080,163 

5,181,766 

5,285,401 

Total 

14,478,522 

9,276,181 

9,375,792 

9,477,395 

9,581,030 

Section  5307 

TOTAL 

Federal  Cost 

129,363,182 

54,063,182 

54,063,182 

54,063,182 

54,063,182 

State  Cost 

2,797,142 

2,797,142 

2,797,142 

2,797,142 

2,797,142 

Local  Cost 

222,762,821 

227,619,947 

232,564,344 

237,215,631 

241 ,959,944 

Total 

354,923,145 

284,480,271 

289,424,668 

294,075,955 

298,820,268 

Section  7  -30 


Discretionary  Transit  Capital  Grants 
Section  5309  -  Bus  and  Bus  Facilities 


Section  5309  of  Chapter  53,  Title  49,  U.S.C.  Federal  Transit  Administration  -  Section  5309  is  a  national  discretionary  capital  grant 
program  funded  from  the  Mass  Transit  Account  of  the  Highway  Trust  Fund.  It  restricts  funds  to  capital  assistance  for  general  public  transportation 
systems  and/or  systems  that  provide  community-wide  assistance  to  all  persons  with  disabilities.  These  funds  are  applicable  statewide.  Eligible 
recipients  of  Section  5309  assistance  are  public  entities  and  not-for-profit  organizations  that  provide  general  public  transit  services.  Section  5309 
assistance  has  become  the  major  source  of  funding  transit  capital  projects  throughout  the  state.  Capital  purchases  are  funded  with  80  percent 
federal  and  20  percent  local  funds.  ARRA  appropriations  flowing  through  Section  5309  are  100  percent  federal. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 

7/2010- 

7/2011- 

7/2012- 

7/2013- 

6/2010 

6/2011 

6/2012 

6/2013 

6/2014 

Federal  Asst 

30,000,000 

20,000,000 

20,000,000 

20,000,000 

20,000,000 

Section  5309 

Local  Match 

5,000,000 

5,000,000 

5,000,000 

5,000,000 

5,000,000 

TOTAL 

35,000,000 

25,000,000 

25,000,000 

25,000,000 

25,000,000 

Since  1993  (with  the  exceptions  of  2002,  2006  and  2007),  Missouri's  Congressional  delegation  has  been  able  to  earmark  appropriations  of 
Section  5309  funds  on  a  statewide  basis  to  Missouri  for  buses  and  bus  facilities.  MoDOT  administers  funding  from  the  statewide  appropriation  as 
well  as  funding  designated  for  rural  transit  providers. 

First  priority  is  given  to  vehicle  purchases;  second  priority  is  given  to  transit  support  equipment;  and  third  priority  is  given  to  facilities. 

Within  the  vehicle  category,  first  priority  is  given  to  replacement  vehicles  that  have  met  federal  standards  for  useful  life.  Vehicles  to  expand 
service  are  the  second  priority. 

Availability  of  local  matching  funds  and  sufficient  funds  to  operate  vehicles  over  their  useful  life  must  be  demonstrated  prior  to  award. 


Section  7-31 


Elderly  and  Persons  with  Disabilities 
Capital  Assistance  Program 
Federal  Transit  Administration  -  Section  5310 


Section  5310  of  Chapter  53,  Title  49,  U.S.C.  Federal  Transit  Administration  —  Section  5310  funds  provide  capital  assistance  for  non-profit 
organizations  that  provide  service  to  senior  citizens  and  persons  with  disabilities.  Missouri  receives  an  annual  statewide  allocation  of  federal 
assistance  to  purchase  vehicles,  primarily  vans.  Capital  assistance  is  80  percent  federal  and  20  percent  local.  Beginning  in  state  FY  2008  with 
FFY  2007  funds,  projects  to  be  funded  by  Section  5310  must  be  derived  from  a  locally  developed,  coordinated  public  transit  -  human  services 
transportation  plan. 


STATE  FISCAL  YEAR  PROJECT  BUDGET 

NG 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Section  5310 

MoDOT  Administered  Federal  Funds 
Local  Match 

TOTAL 

2,655,250 
663,812 

3,319,062 

2,655,250 
663,812 

3,319,062 

2,655,250 
663,812 

3,319,062 

2,655,250 
663,812 

3,319,062 

2,655,250 
663,812 

3,319,062 

MoDOT  sub-allocates  this  funding  to  out-state  and  to  urbanized  areas  of  Columbia,  Joplin,  Jefferson  City,  Kansas  City,  Springfield,  St.  Joseph 
and  St.  Louis  based  on  their  respective  elderly  and  disabled  persons  populations.  Each  of  the  urbanized  areas  has  established  their  own  project 
evaluation  criteria. 

Non-urbanized  funds  are  programmed  directly  by  the  department  on  the  basis  of  trips  provided  by  the  recipient  organizations  with  extra  weight 
given  to  medical,  nutritional  and  other  necessary  trips.  Replacement  vehicles  are  given  a  priority  over  expansion  vehicles.  Financial  capability  to 
provide  the  local  match  and  operate  the  vehicles  must  be  demonstrated. 


Section  7  -32 


Non-Urbanized  Area  Public  Transportation  Formula  Grants 
Federal  Transit  Administration  Section  5311  and  State  Funds 


Section  531 1  of  Chapter  53,  Title  49,  U.S.C.  Federal  Transit  Administration  -  Section  531 1  provides  capital  and  operating  assistance  to 
public  transportation  systems  in  non-urbanized  areas.  A  non-urbanized  area  is  an  area  outside  a  city  of  50,000  or  more  inhabitants  and  its 
densely  settled  fringe  areas.  Section  531 1  projects  include  planning  and  technical  studies,  system  design,  capital  acquisition,  and  assistance  in 
defraying  operating  losses.  Intercity  over-the-road  bus  services  also  are  eligible  for  funding. 

Eligible  recipients  of  Section  531 1  assistance  include  public  bodies,  private  not-for-profit  corporations  and  operators  of  service  that  provide 
general  public  transportation  services.  Private  for-profit  providers  of  service  are  eligible  through  purchase  of  service  agreements  with  a  local 
public  body  for  the  provision  of  public  transportation  services.  For-profit  intercity  carriers  are  also  eligible. 

Planning,  program  administration,  marketing,  training  and  related  technical  studies  are  currently  funded  entirely  with  federal  funds.  Capital 
projects  are  funded  80  percent  federal  and  20  percent  local.  ARRA  appropriations  flowing  through  Section  531 1  for  capital  projects  are  100 
percent  federal.  Operating  assistance  projects  may  receive  up  to  50  percent  of  their  net  loss  from  the  federal  grant. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009-         7/2010-        7/2011-          7/2012-  7/2013- 
6/2010         6/2011          6/2012           6/2013  6/2014 

Section  5311 

Federal  Asst 
State  Asst 
Passenger  Revenue 
Local  Govt  Revenue 

TOTAL 

34,776,120     13,776,120      13,776,120      13,776,120  13,776,120 
1,105,407      1,105,407        1,105,407        1,105,407  1,105,407 
262,000         262,000          262,000          262,000  262,000 
5,000,000      5,000,000        5,000,000        5,000,000  5,000,000 

41,143,527     20,143,527      20,143,527      20,143,527  20,143,527 

MoDOT  administers  these  Sec.  531 1  federal  funds  for  eligible  transit  program  costs.  State  funds  are  1 00  percent  of  the  appropriation  with  3 
percent  held  in  the  governor's  reserve.  MoDOT  does  not  handle  local  matching  funds.  Changes  in  individual  contract  amounts  up  to  10  percent 
may  be  made  as  circumstances  warrant. 


Section  7-33 


Fiscal  Year  2009  Grantees 

Federal  ($) 

State  ($) 

Total  ($) 

Cape  Girardeau  County  Transit  Authority 

10 

600,000 

23,545 

623,545 

City  of  Bloomfield 

10 

38,000 

787 

38,787 

City  of  Carthage 

7 

32,000 

5,1 19 

37,1 19 

City  of  Clinton 

4 

58,000 

3,972 

61 ,972 

City  of  El  Dorado  Springs 

7 

58,000 

1 ,61 1 

59,61 1 

City  of  Excelsior  Springs 

4 

65,000 

3,901 

68,901 

City  of  Houston 

9 

65,000 

851 

65,851 

City  of  Lamar 

7 

49,000 

1 ,785 

50,785 

City  of  Marshfield 

8 

41 ,000 

2,441 

43,441 

City  of  Mt.  Vernon 

7 

51 ,000 

1 ,778 

52,778 

City  of  Nevada 

7 

58,000 

3,674 

61,674 

City  of  New  Madrid 

10 

54,000 

1,423 

55,423 

City  of  West  Plains 

9 

78,000 

4,636 

82,636 

Dunklin  County  Transit  Service,  Inc. 

10 

217,000 

13,371 

230,371 

Franklin  County  Transportation  Council,  Inc. 

6 

160,000 

18,914 

178,914 

Licking  Bridge  Builders,  Inc. 

9 

28,000 

594 

28,594 

Macon  Area  Chamber  of  Commerce 

2 

27,000 

2,362 

29,362 

Mississippi  County  Transit  System 

10 

131 ,000 

5,416 

136,416 

OATS,  Inc. 

1  23456789 

6,600,000 

799,682 

7,399,682 

Ray  County  Transportation,  Inc. 

4 

171 ,000 

9,821 

180,821 

Ripley  County  Transit,  Inc. 

9 

102,000 

5,448 

107,448 

Scott  County  Transportation  System 

10 

130,000 

16,300 

146,300 

SERVE,  Inc. 

5 

137,000 

4,891 

141,891 

Southeast  Missouri  State  University 

10 

130,000 

5,373 

135,373 

Southeast  Missouri  Transportation  Service,  Inc. 

9,10 

1,640,000 

156,521 

1,796,521 

Stoddard  County  Transit  Services,  Inc. 

10 

132,000 

11,191 

143,191 

Burlington  Trailways 


1,2,9 


100,000 


100,000 


Greyhound  Lines 


1,  3,  4,  5,  6,  7,  8,  9,  10 


0 


0 


Jefferson  Lines 


1,4,7 


344,000 


344,000 


Ozark  Shuttle 


1,  2,  3,  8 


55,000 


55,000 


Section  7  -34 


Missouri  Elderly  and  Handicapped 
Transportation  Assistance  Program 


The  Missouri  Elderly  and  Handicapped  Transportation  Assistance  Program  (MEHTAP)  provides  state  funds  to  approximately  200  non-profit 
organizations  statewide  who  offer  transportation  services  to  the  senior  citizens  and  persons  with  disabilities  at  below-cost  rates.  State  general 
revenue  funds  are  divided  among  grantees  taking  into  account  ridership,  costs  and  alternative  services  available  (208.250  RSMo).  Trips 
weighted  by  type  (medical,  essential  services,  recreation)  determine  total  ridership.  Costs  are  estimated  by  total  vehicle  miles  operated  by  each 
recipient.  Weighted  trips  and  vehicle  miles  are  given  equal  weights  in  computing  a  preliminary  formula  division  of  funds. 

The  preliminary  formula  division  is  adjusted  for  alternative  services  available,  local  resources  and  special  client  needs.  Some  discretion  is 
exercised  to  adjust  for  inequities  stemming  from  longevity  in  the  program. 

Each  year,  project  funding  is  contingent  upon  receipt  of  applications  from  eligible  providers  and  an  appropriation  from  the  state  legislature. 
Federal,  local  and  private  matching  funds  of  over  $28,000,000  do  not  flow  through  MoDOT. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 

7/2010- 

7/2011- 

7/2012- 

7/2013- 

6/2010 

6/2011 

6/2012 

6/2013 

6/2014 

MEHTAP 

State  Funds 

3,443,732 

3,443,732 

3,443,732 

3,443,732 

3,443,732 

Non-State  (other)  funds 

28,713,962 

28,713,962 

28,713,962 

28,713,962 

28,713,962 

TOTAL 

32,157,694 

32,157,694 

32,157,694 

32,157,694 

32,157,694 

Section  7-35 


Missouri  Elderly  and  Handicapped  Transportation  Assistance  Program 

Fiscal  Year  2009  Allocations 


MoDOT 

Amount 

10 

ADAPT 

$4,800 

8 

Alternative  Opportunities,  Inc. 

$3,300 

10 

Altrusa  Club  RSVP 

$3,120 

1 

Andrew  County  Ministries,  Inc 

$1 ,440 

7 

Area  Agency  on  Aging,  Region  X 

$39,800 

1 

Assoc.  of  Group  Homes-Nodaway  Co. 

$4,008 

7 

Barton  County  Memorial  Hospital 

$1,776 

6 

Bevo  Area  Community  Imp.  Corp. 

$10,500 

4 

Bi-County  Service,  Inc. 

$5,580 

9 

Big  Springs  Sheltered  Workshop.,  Inc. 

$5,436 

10 

Bootheel  Area  Ind.  Living  Services 

$5,100 

10 

Bootheel  Counseling  Services 

$12,504 

8 

Burrell,  Inc. 

$10,080 

2 

Butterfield  Youth  Services,  Inc. 

$17,500 

5  1 

Camden  County  Heart 

$4,500 

5 

Camden  County  SB  40  Board 

$4,500 

10 

Cape  Girardeau  Comm.  Sheltered  Wksp. 

$21,000 

5 

Capital  City  Area  Council  for  Spec.  Serv. 

$4,800 

6 

Cardinal  Ritter  Senior  Services 

$11,976 

4 

Casco  Area  Workshop 

$2,376 

5 

Central  MO  Area  Agency  on  Aging 

$100,000 

5 

Central  MO  Community  Action 

$6,600 

7 

Cerebral  Palsy  of  Tri-County 

$6,000 

4 

Child  Advocacy  Services  Center.,  Inc. 

$6,720 

5 

Children's  Therapy  Center 

$15,756 

4 

Children's  TLC 

$1 ,740 

9 

Choices  for  People  Center 

$11,400 

8 

Christian  Co.  Enterprises,  Inc. 

$4,320  j 

10 

Community  Counseling  Center 

$10,800 

6 

Community  Living,  Inc. 

$17,305 

4 

Community  of  the  Good  Shepherd 

$9,240 

Section  7-36 


MoDOT 

3 

Community  Opportunities  for  People/DD 

ft*  /->  /~\  a  /~\ 

$6,240 

10 

Community  Sheltered  Workshop 

ft*  U  f~\          y-v  /-\ 

$12,600  j 

7 

Community  Support  Services,  Inc. 

$14,400 

4 

/—\                                    1                                            K    ■                •         III                1  I  1  f\ 

Comprehensive  Mental  Health  Serv. 

ft*  a  r\    -a  -a 

$10,1 16 

2 

Concerned  Christians/Community 

$3,396 

8 

Council  of  Churches-Ozarks 

$12,600 

2 

/— \                i              r          1            "i                    i         ii                 1   ill  .1^1  

County  of  Chariton  Sheltered  Workshop 

ft**-*.  *-»/-**■■» 

$3,060 

9 

County  of  Dent  Sr.  Citizens  Serv.  Fund  Bd. 

$4,380 

4 

/— \                i              r  i— *  1       ii         f\         /"\-x-                      f""\  1 —  1 

County  of  Platte  Sr.  Citizens  Serv.  Fund 

$3,600  j 

9 

County  of  Ripley  Senior  Services 

ft**-*,  rirvri 

$3,996 

10 

County  of  Stoddard  Sheltered  Facilities 

$18,660 

9 

Crawford  Co.  Board  for  DD 

$6,840 

6 

Crider  Center  for  Mental  Health 

ft* r~  c\t~\r\ 

$5,820 

9 

Current  River  Sheltered  Workshop 

ft*  r\  f~~  /~\  /~\ 

$9,500 

4 

DD  Resource  Board  of  Clay  County 

$16,320 

4 

Delia  Lamb 

ft*  I-  O    <"">  O  /""» 

$58,836 

6 

1""*.      Ix  /— \           i            r           ||                       I  _     ..  i  I 

Delta  Center  for  Independent  Living 

ft**™*  *-*  it  *-» 

$2,340 

6 

Disability  Resource  Association 

ft*          /""\  y-v 

$3,960 

9 

Disabled  Citizens  Alliance-Independence 

ft**-*  *-»/"»/■» 

$3,000 

4 

District  III  -  Area  Agency  on  Aging 

ft*  j  /™*  ^  *-»/"»*-» 

$131 ,000 

4 

Don  Bosco  Community  Center 

$2,544 

3 

Douglass  Community  Services 

$3,000 

3 

1 —         x   /"*.         x        1    K  ji/""\    r~\      1                        III          Ixl  f~* 

East  Central  MO  Behavioral  Health  Service 

ft*          /""\  /~\  y-v 

$6,900 

4 

EITAS 

ft*  I-  "" 7  *-*/-**-» 

$57,360 

6 

Emmaus  Homes,  Inc. 

ft**™**™*  i-f*  r> 

$22,596 

9 

1 —              1                  x   f*l                               £   r~\          x   /""*  x 

Enrichment  Services  of  Dent  County 

ft*/~i("*.  (-*.*-»/■» 

$28,800  j 

6 

1 —             II'         /—\               x       T                             x      x"              /""*                    ■  1 

Franklin  County  Transportation  Council 

$23,460  j 

9 

Fun  &  Friends  -  Thayer  Area 

$2,256 

6 

Gateway  Chapter  -  Paralyzed  Veterans 

$4,500 

5 

/—\       ■                        1       _|           ■     ■                  r  i —  1  _| 

Gateway  Industries  of  Eldon 

ft**-*.  #^\  j  /~\ 

$3,840 

y 

Gingerbread  House,  Inc. 

etc  oon 

4 

Golden  Valley  Memorial 

$2,500 

6 

Good  Samaritan  Independent  Living,  Inc. 

$5,000 

6 

Grand  Oak  Hill  Senior  Center 

$3,000 

Section  7  -37 


MoDOT 

2 

Grundy  Co.  Senate  Bill  40  Board 

$3,540 

4 

Guadalupe  Center,  Inc. 

$3,840 

6 

Guardian  Angel  Settlement  Association 

$5,040 

1 

Harrison  County  Sheltered  Workshop 

$5,520 

1 

Heartland  Regional  Medical  Center 

$3,600 

2 

High  Hope  Employment  Services,  Inc. 

$7,380 

3 

Hospital  Transportation  Council 

fbo  r\r\r\ 

$3,900 

4 

1    1  *"~\  "T"    /—\  I'll                I         k  1                      1                          1                      L  "* 

HST  Children  s  Neurological  Center 

$3,900  j 

2 

1-70  Medical  Center 

(t>  0  r\  r\r\ 

$3,000 

4 

Ideal  Industries,  Inc. 

*H  p  r\r\r\ 

$1 6,020 

5 

Independent  Living  Resource  Center  -  ILRC 

$1 1 ,220 

4 

Immacolata  Manor,  Inc. 

$4,500 

6 

Independence  Center 

$28,332 

5 

Independent  Living  Center 

$4,500 

1 

Interfaith  Services 

$2,700 

6 

Jefferson  Co.  DD  Resource  Board 

$35,076 

4 

Johnson  Co.  Board  of  Services 

("t\  /-v     O  /-»/-» 

$6,300 

A 

4 

KCATA  Share-A-Fare 

rt»  h  /"a r\  r\r\r\ 

$100,000  j 

n 

6 

Kingdom  House 

$3,360 

8 

Laclede  Co.  Assoc.-  Retarded  Citizens 

$7,884 

8 

Laclede  Early  Education  Program 

$4,080 

8 

Laclede  Industries 

$6,540 

4 

Lafayette  Co.  Board  Of  Sheltered  Services 

$1 1 ,321 

5 

Lake  Area  Industries,  Inc. 

fbo  n  /in 

$3,840 

r- 

5 

Lake  of  the  Ozarks  Dev.  Center,  Inc. 

$1 1 ,063 

7 

Lamar  Community  Betterment  Council 

$6,242 

-7 

7 

Lawrence  Co.  Council  on  Aging 

$1 ,200 

3 

Learning  Opportunities 

$25,1 82 

10 

LIFE,  Inc 

$3,420 

3 

Lincoln  County  Council  on  Aging 

$4,500 

H 

1 

Living  Community  of  St.  Joseph 

(to  nnn 
cpo,UUU 

2 

Livingston  Co.  SB  40  Board 

$7,260 

2 

Macon  Co.  Sheltered  Workshop 

$3,780 

10 

Madison  Co.  Council  for  DD 

$3,900 

Section  7  -38 


MoDOT 

1 0 

Manufacturers  Assistance  Group 

$12,000 

4 

MARC  -  Area  Agency  on  Aging 

$215,000 

3 

Marion  Co.  Board  Of  Serv.  For  DD 

$9,083 

3 

Mark  Twain  Assoc.  for  Mental  Health 

$27,900 

3 

Mennonite  Home  Association,  Inc. 

$3,000 

6 

Mid-East  Area  Agency  on  Aging 

(boor  r\r\r\ 

$225,000 

1 0 

Mississippi  County  Transit 

$1 7,51 5 

3 

Monroe  City  Sheltered  Workshop 

$5,880 

3 

Montgomery  Co.  SB  40/DD  Assist.  Board 

$1 0,020 

4 

Mu'min  Transportation  Service  Assoc. 

(t> a  con 

$8,580 

10 

My  Camp 

$3,564 

7 

Nevada  City  Hospital 

$2,784 

5 

New  Horizons  Comm.  Supp.  Service 

$5,897 

1 

NoCoMo  Industries,  Inc. 

$6,1 56 

3 

Northeast  IndeDendent  Livina  Services 

1  N  \J  1  LI  1  wCiU  L    III       w      w  1  1 w  1  1  L    1—  1  V  1  1  1  \-A    \—S  w  1  V  1  w  w  O 

$4,907 

2 

Northeast  Missouri  Area  Agency  on  Aging 

$1 07,000 

4 

Northland  Foundation,  Inc. 

/-t\  /-V 

$2,220 

6 

Northside  Community  Center 

$2,640  j 

1 

Northwest  Missouri  Area  Agency  on  Aging 

$140,000 

1 

Northwest  MO  Learning  Center,  Inc. 

$1 ,200 

1 

Northwest  Missouri  Industries 

$6,540 

r- 

5 

OATS,  Inc. 

$77,1 83 

9 

Opportunity  Sheltered  Industries 

$9,000 

1 

Opportunity  Workshop  -  Gentry  County 

$4,320 

9 

Oregon  Co.  Board  for  the  Sr.  Serv.  Fund 

$750 

9 

Oregon  Co.  Sheltered  Workshop 

$3,384 

5 

Osage  Co.  Special  Services 

$5,400 

9 

Ozark  Independent  Living 

$3,900 

9 

Ozark  Sheltered  Industries 

$9,240 

8 

Ozarks  Area  Community  Action  Corp. 

$1 0,1 1 6 

6 

Paraquad,  Inc. 

$4,1  52 

4 

Pathways  Comm.  Behavioral  Healthcare 

$16,140 

10 

Pemiscot  Progressive  Industries 

$18,553 

10 

Perry  County  Memorial  Hospital 

$2,100 

Section  7  -39 


MoDOT 

IBB  ■ 

1 0 

Perry  County  Services 

$2,940 

9 

Phelps  Reg.  Health  Care  Foundation 

ft»  r~\  ~7  r\r\ 

$2,700 

3 

Pike  Co.  Agency  for  DD 

&•  n  t  n  r\r\ 

$1 7,1 00 

A 

4 

Platte  Co.  Board  of  Services  for  DD 

$24,967 

4 

Platte  Senior  Services 

$4,740 

6 

Productive  Living  Board-St.  Louis  County 

$10,200 

9 

Pulaski  Co.  Board  for  the  Handicapped 

(t> /->  r\r\r\ 

$6,000 

5 

Quality  Industries  -  Lake  Ozarks 

$5,316 

A 

4 

Rainbow  Center 

$1 0,800 

6 

Ranken  Jordan  Home 

(t>  o  r\  r\r\ 

$3,000 

4 

Ray  County  Services  for  the  DD 

$3,000 

4 

Rediscover 

$1 3,800 

9 

Reynolds  Co.  Sheltered  Workshop 

$4,860 

1 

Rolling  Hills  Creative  Living 

$6,588 

4 

Royal  Oaks  Hospital 

$22,500 

1 0 

RSVP  Cape  Gir/New  Madrid/Pem/Scott 

$1 ,644 

6 

Sarah  Community 

$3,060 

9 

Scenic  Rivers  Industries 

a  r\c\r\ 

$4,080  j 

1 0 

SEMO  Alliance  for  Disability 

$4,380 

10 

SEMO  State  University 

$6,000 

2 

Senior  Adult  Services,  Inc. 

$7,980 

1 0 

Services  For  Extended  Employment 

$7,260 

9 

Shannon  Co  Council  on  Aaina 

$1 ,860 

6 

Sheltered  Industries/Meramec  Valley 

$2,520 

1 0 

Southeast  Missouri  Area  Agency  on  Aging 

$220,000 

8 

Southwest  Center  for  Independent  Living 

$2,400 

8 

Southwest  MO  Office  on  Aging 

$1 00,000 

1 

Specialty  Industries  Of  St.  Joseph 

$4,704 

8 

Springfield  Workshop  Transit  Co. 

$5,340 

9 

Sr.  Citizens  of  Mountain  View 

$2,1 60 

c 
D 

St.  Anthony's  Medical  Center 

<t/i  con 

6 

St.  Elizabeth  Adult  Day  Care  Center 

$27,996 

10 

St.  Francois  Co.  Board  For  DD 

$9,360 

6 

St.  Louis  Area  Agency  on  Aging 

$190,000 

Section  7  -40 


MoDOT 

6 

St.  Louis  Care  &  Counseling  Services 

$2,436 

6 

St.  Louis  Office  for  MR/DD  Resources 

$22,488 

6 

St.  Louis  Society/Physical  Disabilities 

rt*  /i  /inn 

$4,428 

1 0 

Ste.  Genevieve  Co.  Sr.  Citizens  Services 

$6,000 

8 

Stone  Co.  Council  on  Aging 

$2,700 

4 

Swope  Health  Services 

$1  3,644 

8 

Tantone  Industries,  Inc. 

-0- 

10 

Terrace  Gardens  Retirement  Center 

$3,760 

4 

The  Whole  Person,  Inc. 

-0- 

9 

Three  Rivers  Sheltered  Industries 

$4,860 

8 

Unique  Services,  Inc. 

$6,000 

5 

Unlimited  Opportunities 

$1 5,368 

3 

Warren  Co.  Handicapped  Services,  Inc. 

$14,328 

9 

Washington  Co.  Board  for  Handicapped 

$5,280 

9 

Washington  Co.  Senior  Citizens  Serv.  Fund 

$5,508 

8 

Web-Co  Custom  Industries,  Inc. 

$1 0,080 

3 

Wider  Opportunities,  Inc. 

$6,000 

9 

Willow  Health  Care,  Inc. 

h    C\  A  A 

$1 ,944  j 

r- 

5 

Woodhaven  Learning  Center 

$1 5,756 

1 

Worth  County  Convalescent  Center 

$2,304 

D 

Young  Women's  Christian  Assoc. 

cp4,oi  y 

6 

Zion  Housing,  Inc. 

$3,000 

TOTAL 

$3,095,759 

Section  7  -41 


Rural  Transit  Assistance  Program 
Section  531 1  (b) 


Section  5311  (b)  of  Chapter  53,  Title  49,  U.S.C.  Federal  Transit  Administration  -  The  department  administers  the  Federal  Transit 
Administration  Section  531 1  (b)  Rural  Transit  Assistance  Program  for  the  development  and  implementation  of  training,  technical 
assistance  and  other  support  services  for  use  by  local  transit  providers  in  non-urbanized  areas.  No  matching  funds  are  required. 

Federal  Transit  Administration  allocates  Rural  Transit  Assistance  Program  funds  to  each  state  based  on  an  administrative  formula. 
Federal  Transit  Administration  first  allocates  $65,000  to  each  state,  and  then  it  distributes  the  balance  of  the  annual  funding  according 
to  the  non-urbanized  population  of  each  state. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009 
6/2010 

7/2010- 
6/201 1 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013- 
6/2014 

Section  5311  (b) 

Federal  Assistance 
TOTAL 

192,568 
192,568 

192,568 
192,568 

192,568 
192,568 

192,568 
192,568 

192,568 
192,568 

Section  7  -42 


Statewide  Transit  Planning  Grants 
Section  5304 


Section  5304  of  Chapter  53,  Title  49,  U.S.C.  Federal  Transit  Administration  -  The  department  administers  Federal  Transit 
Administration  statewide  transit  planning  and  other  technical  assistance  activities  grants  (formerly  Section  5313)  that  can  be  used  for 
planning  support  for  non-urbanized  areas,  research,  development  and  demonstration  projects,  fellowships  for  training  in  the  public 
transportation  field,  university  research  and  human  resource  development. 

Federal  Transit  Administration  distributes  funds  to  the  department  based  on  the  latest  census  information  and  the  state's  urbanized 
area  as  compared  to  the  urbanized  area  of  all  states.  However,  a  state  must  receive  at  least  0.5  percent  of  the  amount  annually 
apportioned.  For  these  planning  and  technical  assistance  activities,  the  federal  share  is  80  percent,  and  the  local  non-federal  share  is 
20  percent. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 

7/2010- 

7/2011- 

7/2012- 

7/2013- 

6/2010 

6/2011 

6/2012 

6/2013 

6/2014 

Section  5304 

Federal  Assistance 

293,983 

293,983 

293,983 

293,983 

293,983 

Non-Federal  Match 

73,496 

73,496 

73,496 

73,496 

73,496 

TOTAL 

367,479 

367,479 

367,479 

367,479 

367,479 

Section  7  -43 


Transit  Jobs  Access  and  Reverse  Commute  Grant  Program 

Section  5316 


Section  5316  of  Chapter  53,  Title  49,  U.S.C.  -  Federal  Transit  Administration  -  The  department  administers  Federal  Transit  Administration 
Section  5316  Jobs  Access  and  Reverse  Commute  (JARC)  program  grants  either  earmarked  to  the  state  or  designated  to  rural  and  small  urban 
recipients  prior  to  2006  or  appropriated  to  rural  and  small  urbanized  areas  by  formula  in  FFY  2006  and  thereafter.  This  grant  category  funds  up  to 
50  percent  of  the  net  cost  to  provide  mobility  services  designed  for  new  employees  and  low-income  workers.  This  program  will  also  fund  up  to  80 
percent  of  capital  costs  for  vehicles,  equipment  and  facilities  that  support  transit  services  providing  mobility  to  new  employees  and  low-income 
workers. 

Prior  to  FFY  2006,  Job  Access  and  Reverse  Commute  grants  were  awarded  by  both  a  Congressional  discretionary  process  as  well  as  by  a 
nationwide  competitive  process.  Starting  in  FFY  2006,  Job  Access  and  Reverse  Commute  funds  are  appropriated  to  each  state  by  formula  with 
formula  sub-allocations  to  direct  recipient  large  urbanized  areas  (St.  Louis,  Kansas  City  and  Springfield),  as  well  as  formula  allocation  in 
aggregate  for  a  state's  small  urbanized  areas  and  formula  allocation  for  the  rural  area  of  each  state.  Projects  in  small  urbanized  areas  and 
projects  in  rural  areas  must  be  competitively  selected  on  a  statewide  basis  and  be  derived  from  locally  developed,  coordinated  public  transit  - 
human  services  transportation  plans.  The  two  focuses  of  these  grants  are  to  either  transport  low-income  or  formerly  jobless  persons  to 
employment  and/or  to  transport  low-income  city  dwellers  to  job  sites  located  in  suburban  areas  (reverse  commute),  such  as  industrial  parks. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009-        7/2010-        7/2011-       7/2012-  7/2013- 
6/2010         6/2011          6/2012        6/2013  6/2014 

Section  5316 

Federal  Asst 
Local  Match 

TOTAL 

1,318,047      1,318,047       1,318,047      1,318,047  1,318,047 
1,318,047      1,318,047       1,318,047      1,318,047  1,318,047 

2,636,094     2,636,094       2,636,094     2,636,094  2,636,094 

Section  7  -44 


New  Freedom  Transit  Grant  Program 
Section  5317 


Section  5317  of  Chapter  53,  Title  49,  U.S.C.  -  Federal  Transit  Administration  -  The  department  administers  Federal  Transit 
Administration  Section  5317  New  Freedom  formula  program  grants  in  a  program  created  by  Congress  in  the  federal  transportation 
reauthorization  legislation,  SAFETEA-LU  as  appropriated  for  rural  and  small  urbanized  areas  by  formula.  This  grant  category  funds 
up  to  50  percent  of  the  net  cost  to  provide  new  mobility  services,  primarily  for  persons  with  disabilities  when  those  mobility  services 
are  beyond  the  requirements  of  the  Americans  with  Disabilities  Act  (ADA).  This  program  will  also  fund  up  to  80  percent  of  capital 
costs  for  vehicles,  equipment  and  facilities  that  support  transit  new  services,  primarily  for  persons  with  disabilities,  for  services  beyond 
the  requirements  of  ADA,  or  facility  accessibility  improvements  beyond  the  requirements  of  the  ADA  not  otherwise  incorporated  in  an 
existing  or  planned  project. 

Starting  in  FFY  2006,  New  Freedom  funds  are  appropriated  to  each  state  by  formula  with  formula  sub-allocations  to  direct  recipient 
large  urbanized  areas,  as  well  as  formula  allocations  for  a  state's  small  urbanized  areas  and  formula  allocations  for  the  rural  area  of 
each  state.  New  Freedom  projects  in  small  urbanized  areas  and  projects  in  rural  areas  must  be  competitively  selected  on  a  statewide 
basis  and  be  derived  from  locally  developed,  coordinated  public  transit  -  human  services  transportation  plans. 


STATE  FISCAL  YEAR  PROJECT  BUDGETING 

7/2009- 

7/2010- 

7/2011- 

7/2012- 

7/2013- 

6/2010 

6/201 1 

6/2012 

6/2013 

6/2014 

Federal  Asst 

713,594 

713,594 

713,594 

713,594 

713,594 

Section  5317 

Local  Match 

713,594 

713,594 

713,594 

713,594 

713,594 

TOTAL 

1,427,188 

1,427,188 

1,427,188 

1,427,188 

1,427,188 

Section  7  -45 


Waterways 


Missouri  is  fortunate  to  have  over  1 ,000  miles  of  navigable  waterways  on  the  Mississippi  and  Missouri  rivers,  which  provide 
tremendous  opportunities  for  waterborne  commerce.  Currently,  approximately  2.5  million  tons  of  material,  worth  an  estimated  $4.1 
billion,  is  handled  through  Missouri's  public  port  authorities  annually.  Barge  transport  provides  an  environmentally  friendly  way  to 
transport  large  amounts  of  material  at  a  lower  cost  compared  to  other  modes.  One  barge  can  hold  the  equivalent  of  15  railcars  or  60 
trucks.  The  Missouri  General  Assembly  appropriates  funding  for  waterway  programs  from  general  revenue  and/or  the  State 
Transportation  Fund. 

Port  Authority  Administrative  Grants  -  Ports  apply  for  the  administrative  grants  annually.  The  administrative  grants  are  used  to 
reimburse  public  port  authorities  for  administrative  costs,  such  as  salaries,  benefits,  travel,  office  expenses  and  utilities.  These  grants 
are  subject  to  an  annual  audit  and  do  not  require  a  match.  The  administrative  grants  were  established  to  assist  public  port  authorities 
as  they  establish  their  economic  base  (i.e.  "keep  the  lights  on").  New  language  was  added  to  allow  funds  to  be  used  for  either 
administrative  expenses  or  capital  projects.  This  program  has  received  an  annual  appropriation  of  $450,000  since  FY  2005  and 
currently  provides  assistance  to  the  following  port  authorities: 


Howard/Cooper  Co.  Regional  Jefferson  County  Kansas  City 

Lewis  Co./Canton  Marion  County  Mississippi  County 

New  Bourbon  Regional  New  Madrid  County  Pemiscot  County 

St.  Joseph  Regional  St.  Louis  County  St.  Louis  City 

Southeast  Missouri  Regional  Mid-America  Port  Commission 


Ferry  Boat  Operating  Assistance  -  The  State  of  Missouri  currently  subsidizes  two  public  ferry  boat  operations  in  New  Bourbon  and 
Mississippi  Counties.  In  2008,  they  provided  transport  to  over  31 ,700  passengers  and  13,100  vehicles  across  the  Mississippi  River. 
$75,000  was  appropriated  annually  to  support  each  ferryboat  operation  from  FY  1999  through  FY  2007,  an  increase  to  $80,000  was 
approved  for  FY  2008  and  FY  2009.  Another  increase  to  $88,000  was  requested  for  FY  201 0.  The  State  of  Kentucky  also  matches 
dollar  for  dollar  support  for  the  Mississippi  County  ferry  boat. 

Port  Capital  Improvement  Program  -  Capital  improvement  grants  assist  ports  with  capital  expenditures,  such  as  dock  construction, 
mooring  dolphins,  access  improvements,  utility  extensions,  and  general  site  development.  Grants  require  a  20  percent  local  match 
and  are  subject  to  audit.  There  was  little  state  funding  support  for  port  capital  projects  until  FY  2007  when  $1 ,500,000  was 
appropriated  from  the  State  Transportation  Fund.  In  FY  2008  there  was  no  funding  for  the  program  but  in  FY  2009  the  program 
received  $6,650,000  from  General  Revenue,  it  is  difficult  to  predict  funding  in  future  years.  The  Missouri  Port  Authority  Association 
and  MoDOT  have  cooperatively  completed  an  assessment  of  port  infrastructure  needs  detailing  approximately  $15.3  million  in 
critical/immediate  port  capital  improvement  needs.  Should  additional  capital  funds  be  appropriated,  grants  will  be  awarded  based  on 
the  applications  submitted,  respective  budgets,  audit  reports,  and  viability  and  opportunity  of  growth  at  each  port  authority. 


Section  7  -46 


American  Recovery  and  Reinvestment  Act  -  Five  port  capital  improvement  projects  are  being  funded  by  the  ARRA  program  at 
100%.  The  projects  total  $4,500,000  and  are  listed  in  the  table  below  and  in  Section  4  of  the  STIP. 


MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

WATERWAYS  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013-6/2014 

Statewide 

Administrative  Grants 

394,000 

290,000 

290,000 

290,000 

290,000 

New  Bourbon 

10 

Ferry  Boat  Operating  Assistance 

88,000 

88,000 

90,000 

90,000 

94,000 

Mississippi  County 

10 

1 —                                 L   /"*\                  J."               A  J. 

Ferry  Boat  Operating  Assistance 

88,000 

88,000 

90,000 

90,000 

94,000 

Mississippi  County 

10 

Port  site  improvements 

40,000 

St.  Joseph 
Regional 

I 

Firo  h\/Hrant 

r ii  c  i  lyui cii  i l 

1  r  nnn 

St.  Joseph 
Regional 

1 

Truck  staging  area,  intersection  improvements 

ARRA 
Section  4 

St.  Joseph 
Regional 

1 

Hardstand  expansion 

80,000 

SEMO  Regional 

10 

Construction  of  high  water  rail  line 

ARRA 
Section  4 

SEMO  Regional 

10 

Railroad  improvements,  liquid  terminal  construction, 
warehouse,  dock  and  street  paving 

475,000 

708,000 

800,000 

800,000 

SEMO  Regional 

10 

Loop  Track  (subject  to  ARRA  -  TIGER  grant  funds) 

19,300,000 

New  DOurDon 
Regional 

10 

Phase  IB  Port  construction 

ADDA 

AnnA 

Section  4 

New  Bourbon 
Regional 

10 

\A/ator   cDwor  SL  olor,triri  ovtoncinnc  mnnrinn 
VVcUOl,  OCWcl  Ot  cMcULIIl*  CAltM  IblUI  lb,  IIIUUIIIILj 

dolphins,  road  improvements,  truck  scale, 
loading/unloading  cells 

2,650,000 

New  Bourbon 
Regional 

10 

Phases  II  and  III  harbor  construction 

1,600,000 

1,000,000 

New  Madrid 
County 

10 

Rail  extension 

ARRA 
Section  4 

New  Madrid 
County 

10 

Warehouse;  land  acquisition;  road  paving 

750,000 

1,110,000 

New  Madrid 
County 

10 

Dolphins,  truck  scales,  road  improvements 

602,000 

660,000 

New  Madrid 
County 

10 

Land  purchase 

328,000 

Section  7  -47 


MISSOURI  STATEWIDE  TRANSPORTATION  PROGRAM  FY  2010-  2014 

WATERWAYS  PROGRAM 

LOCATION 

MoDOT 
DISTRICT 

PROJECT  DESCRIPTION 

7/2009- 
6/2010 

7/2010- 
6/2011 

7/2011- 
6/2012 

7/2012- 
6/2013 

7/2013-6/2014 

Pemiscot  County 

10 

Cargo  dock/tank  barge  facility,  rail  and  utility 
extensions 

3,210,000 

Howard/Cooper 
County 

2 

Grain  storage  bin;  land  purchase 

300,000 

25,000 

City  of  St.  Louis 

6 

Dock  improvements 

ARRA 
MririM 

Section  4 

TOTAL 

626,000 

4,981,000 

5,238,000 

3,800,000 

22,263,000 

Section  7  -48 


□3 


Proposed  Allocation  of  Expenditures  for  remainder  of  1992  Plan 

RSMo  21.795.3(3) 


The  information  in  this  section  is  in  accordance  with  the  highlighted  portion  in  the 
following  section  of  the  reporting  statute.  "(3)  The  proposed  allocation  and 
expenditure  of  moneys  and  the  proposed  work  plan  for  the  current  fiscal  year,  at 
least  the  next  four  years,  and  for  any  period  of  time  expressed  in  any  public 
transportation  plan  approved  by  either  the  general  assembly  or  by  the  voters  of 
Missouri.  This  proposed  allocation  and  expenditure  of  moneys  shall  include  the 
amounts  of  proposed  allocation  and  expenditure  of  moneys  in  each  of  the 
categories  listed  in  subdivision  (1)  of  this  subsection; ..."  Section  21.795.3(3), 
RSMo  2002  (L.  2003  TAFP  HB  668).  (emphasis  added). 

The  2009  Proposed  Allocation  and  Expenditure  of  Moneys  for  the  1992  15-Year  Plan  reports 
that  the  total  construction  funds  available  for  the  period  1992-2010  are  projected  to  be  $18.4 
billion  as  compared  to  the  original  1992  Plan  estimated  revenues  of  $12.6  billion.  The  increase 
in  revenue  is  attributable  in  part  from  including  incidental  revenue  in  current  revenue  whereas 
the  1992  projections  did  not  include  incidental  income  as  revenue.  Incidental  revenue  includes 
cost  reimbursements  from  local  governments,  logo  program,  sale  of  surplus  property,  and  the 
collection  of  other  miscellaneous  fees.  Federal  receipts  were  also  higher  than  expected  due  to 
increased  apportionments  from  TEA-21  and  SAFETEA-LU.  In  addition,  $3.9  billion  of  bond 
proceeds  and  additional  motor  vehicle  sales  tax  revenues  were  added  to  construction  funding 
available,  which  was  not  anticipated  in  the  original  1992  plan.  The  cost  of  the  1992  Plan 
projects  has  more  than  doubled  since  1992. 


2009  Proposed  Allocation  and  Expenditure  of  Moneys  - 1992  Fifteen  Year  Plan  -  RSMo  21.795.3 

Millions  of  Dollars 


Actual 


1992 

1993 

1994 

1995 

1996 

1997 

1998 

1999 

2000 

2001 

2002 

2003 

2004 

2005 

2006 

2007 

2008 

2009 

2010* 

Total 

lue: 

Motor  Fuel  Tax  Receipts 

304 

354 

374 

424 

440 

499 

510 

512 

536 

522 

527 

531 

547 

560 

561 

556 

558 

535 

540 

9,390 

Less:  Fuel  Refunds 

(27) 

(30) 

(30) 

(37) 

(37) 

(39) 

(46) 

(42) 

(42) 

(44) 

(34) 

(34) 

(35) 

(40) 

(40) 

(41) 

(38) 

(36) 

(36) 

(708) 

Net  Motor  Fuel 

277 

324 

344 

387 

403 

460 

464 

470 

494 

478 

493 

497 

512 

520 

521 

515 

520 

499 

504 

8,682 

Licenses,  Fees  &  Permits 

195 

200 

203 

215 

222 

228 

229 

239 

241 

274 

255 

256 

257 

266 

282 

252 

272 

265 

270 

4,621 

M.V.  Sales  &  Use  Tax 

88 

95 

114 

123 

130 

136 

147 

156 

178 

163 

180 

171 

177 

174 

170 

257 

257 

234 

232 

3,182 

Incidental  Income 

23 

37 

36 

55 

36 

35 

34 

54 

101 

101 

89 

110 

97 

81 

74 

115 

101 

162 

157 

1,498 

Road  Fund  Interest 

4 

2 

3 

5 

6 

6 

8 

9 

9 

16 

12 

12 

7 

9 

23 

37 

44 

25 

8 

245 

Total  State  Funds 

587 

658 

700 

785 

797 

865 

882 

928 

1,023 

1,032 

1,029 

1,046 

1,050 

1,050 

1,070 

1,176 

1,194 

1,185 

1,171 

18,228 

Bond  Proceeds 

0 

0 

0 

0 

0 

0 

0 

0 

0 

256 

413 

0 

263 

0 

370 

830 

541 

136 

1,100 

3,909 

Federal  Reimbursement  to  MoDOT  Program 

270 

317 

339 

373 

338 

360 

372 

394 

563 

551 

740 

664 

594 

682 

670 

696 

796 

731 

1,032 

10,481 

Total  Funds  Available 

857 

975 

1,039 

1,158 

1,135 

1,225 

1,254 

1,322 

1,586 

1,839 

2,182 

1,710 

1,907 

1,732 

2,110 

2,702 

2,531 

2,052 

3,303 

32,618 

Non  Construction  Disbursements: 


Administration 

27 

28 

26 

27 

28 

26 

24 

25 

44 

53 

47 

47 

41 

41 

43 

45 

47 

49 

49 

717 

Fleet,  Facilities,  &  Information  Systems 

0 

0 

0 

0 

0 

0 

0 

0 

103 

101 

99 

110 

105 

107 

99 

108 

106 

105 

104 

1,147 

Maintenance 

244 

254 

326 

301 

284 

299 

273 

277 

284 

291 

264 

290 

339 

394 

401 

417 

437 

470 

469 

6,314 

Other  State  Agencies 

122 

130 

139 

137 

169 

173 

175 

167 

171 

196 

182 

176 

181 

197 

170 

188 

199 

197 

222 

3,291 

Article  X  Refunds 

0 

0 

0 

0 

0 

0 

36 

31 

17 

10 

0 

1 

0 

0 

0 

0 

0 

0 

0 

95 

Debt  Service 

0 

0 

0 

0 

0 

0 

0 

0 

0 

1 

25 

44 

55 

76 

114 

155 

168 

198 

220 

1,056 

Accelerated  Program  Payments 

0 

0 

0 

0 

0 

0 

0 

1 

7 

23 

21 

16 

17 

24 

15 

23 

17 

7 

6 

177 

Total  Non  Construction 

393 

412 

491 

465 

481 

498 

508 

501 

626 

675 

638 

684 

738 

839 

842 

936 

974 

1,026 

1,070 

12,797 

Available  For  Construction 

464 

563 

548 

693 

654 

727 

746 

821 

960 

1,164 

1,544 

1,026 

1,169 

893 

1,268 

1,766 

1,557 

1,026 

2,233 

19,822 

:ruction  Program: 

Actual 

Preliminary  &  Construction  Engineering 

97 

108 

110 

132 

124 

137 

145 

167 

152 

178 

210 

204 

178 

179 

193 

209 

189 

207 

205 

3,124 

ROW  Parcels 

39 

42 

45 

51 

47 

81 

63 

102 

57 

69 

71 

88 

53 

54 

61 

84 

60 

80 

50 

1,197 

Awards  &  Utilities 

356 

347 

400 

458 

496 

488 

522 

519 

698 

727 

962 

917 

914 

730 

1,009 

1,112 

1,004 

1,113 

1,332 

14,104 

Total 

492 

497 

555 

641 

667 

706 

730 

788 

907 

974 

1,243 

1,209 

1,145 

963 

1,263 

1,405 

1,253 

1,400 

1,587 

18,425 

Available  For  Construction 

464 

563 

548 

693 

654 

727 

746 

821 

960 

1,164 

1,544 

1,026 

1,169 

893 

1,268 

1,766 

1,557 

1,026 

2,233 

19,822 

Funding  from  Cash  Balances 

28 

(66) 

7 

(52) 

13 

(21) 

(16) 

(33) 

(53) 

(190) 

(301) 

183 

(24) 

70 

(5) 

(361) 

(304) 

374 

(647) 

(1,397) 

Total  Planned  For  Construction 

492 

497 

555 

641 

667 

706 

730 

788 

907 

974 

1,243 

1,209 

1,145 

963 

1,263 

1,405 

1,253 

1,400 

1,587 

18,425 

*  Based  on  2010-2014  STIP  Forecast 
Notes: 

-  Motor  fuel,  licenses  fees  and  permits,  and  m.v.  sales  and  use  taxes  reflect  inclusion  of  Hancock  refund  amounts  for  base  revenue  projections. 

-  Original  1 992  Plan  Projections  did  not  include  amounts  for  incidental  income  (which  includes  Local  Fund  &  Innovative  Finance  construction).  Contractor  payments  reflect  amounts  funded  with  incidental  income. 

-  Federal  reimbursement/construction  contracts  do  not  include  federal  pass-through  work. 

-  Administration,  Fleet,  Facilities,  &  Information  Systems,  Maintenance,  and  Preliminary  &  Construction  Engineering  include  fringe  benefits. 

-  Maintenance  includes  Motorist  Assist  expenditures. 


Schedule  of  Funds  Expended  by  Project  for 
Construction  Work  in  Progress  in  FY  2009 
RSMo  21.795.3(4) 

Introduction 

The  information  in  this  section  is  in  accordance  with  the  following  section 
of  the  reporting  statute.  "(4)  The  amounts  which  were  planned,  estimated 
and  expended  for  projects  in  the  state  highway  and  bridge  construction 
program  or  any  other  projects  relating  to  other  modes  of  transportation  in 
the  preceding  state  fiscal  year  and  amounts  which  have  been  planned, 
estimated  or  expended  by  project  for  construction  work  in  progress; ... " 
Section  21.795.3(4),  RSMo  Supp.  2002  (L.  2003  TAFP  HB  668). 

Information  in  this  section  compares  the  cost  estimates  and  expenditures  for  highway 
improvements  currently  in  progress.  The  figures  show  MoDOT  is  practicing  good  fiscal 
management  and  is  delivering  good  value  for  funds  taxpayers  invest  in  transportation. 
Cost  estimates  at  the  time  projects  appeared  on  the  most  recent  Five-Year  Highway  and 
Bridge  Construction  Schedule  are  compared  with  costs,  through  the  end  of  state  fiscal 
year  2009,  of  projects  that  have  been  put  under  contract  but  have  not  been  closed  out. 
Included  in  the  estimate  and  award  costs  are  costs  for  preliminary  engineering 
(developing  the  roadway  and  bridge  plans),  right  of  way,  construction  engineering 
(inspecting  the  project  during  construction)  and  construction. 

The  699  projects  in  progress  were  estimated  to  cost  $4,535,916,000.  The  total  project 
costs  at  award  for  those  projects  were  $4,221,376,000.  The  difference  —  $314,540,000  — 
represents  a  decrease  of  6.9  percent.  These  projects  are  not  complete  and  additional 
changes  may  occur  before  the  projects  are  finished,  which  in  turn  will  affect  the 
percentage  difference. 

For  other  modes  of  transportation,  the  estimate  for  capital  projects  in  progress  during 
state  fiscal  year  2009  totaled  $87,239,152.  The  actual  contract  costs  for  these  projects  is 
$87,741,099  which  represents  an  overage  of  $501,947  or  less  than  1  percent  over 
estimate.  However,  these  projects  are  not  complete  and  additional  charges  may  occur 
before  the  projects  are  finished.  These  numbers  do  not  include  operating  assistance  for 
the  other  modes,  such  as  Amtrak,  OATS,  Missouri  Elderly  and  Handicapped 
Transportation  Assistance  Program  and  traffic  control  tower  operating  assistance. 


Construction  Work  in  Progress  in  SFY  2009 
RSMo  21.795.3(4) 
KEY 


Project 


County 
location  of 
project 

Job  number  used  to 
track  project  costs 

estimate  from 
the  most  recent 
program 

Dollars  spent  on 
project  through 
SFY  2009 

County 

Route 

Job  No. 

Award 
Date 

Description  of  Location/Improvement 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Route 
location 
of 

Month  and  year 
in  which  work 
was  started 

Details  of  project  description, 
improvement  and  location  of  project 

Total  project  cost 
at  award  stage 

project 


'Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 


Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Andrew 

29 

2121 61 C 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  from  Rte.  K  to  Rte.  92  in  Platte 
County.  Includes  I-229  in  Andrew  and  Buchanan  counties. 

$422 

$426 

$0 

Andrew 

C 

1S2009E 

6/2009 

Thin  lift  overlay  from  Rte.  48  to  Rte.  E.  "Economic  Recovery  Project* 

$394 

$456 

$0 

Andrew 

H 

1 B0801 B 

12/2008 

Bridge  rehabilitation  on  Rte  H  over  Pedlar  Creek.  Project  involves  bridge  L0633. 

$268 

$229 

$229 

Andrew 

W 

1S1048 

1/2009 

Replace  bridge  deck  over  Long  Branch  0.2  mile  south  of  Rte.  169  near  St.  Joseph. 

$283 

$332 

$115 

Atchison 

111 

1S2009G 

5/2009 

Thin  lift  overlay  from  Rte.  136  to  I-29.  "Economic  Recovery  Project* 

$334 

$302 

$1 

Atchison 

136 

1 P0742B 

3/2009 

Resurface  pavement  and  improve  shoulders  from  I-29  to  east  of  Rte.  Y  near  Rock 
Port. 

$1,168 

$1 ,403 

$12 

Atchison 

136 

1 P0742D 

3/2009 

Resurface  pavement  and  improve  shoulders  from  east  of  Rte.  Y  near  Rock  Port  to 
east  city  limits  of  Tarkio. 

$1,107 

$1,278 

$10 

Atchison 

29 

111014 

3/2008 

Resurface  driving  lanes  and  shoulders  from  Iowa  State  Line  to  Rte.  1 1 1  near  Rock 
Port. 

$8,459 

$7,236 

$6,802 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 

9/29/2009  MODOT 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Atchison 

29 

212161 B 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  from  the  Iowa  state  line  to  Rte.  K 
in  Andrew  County. 

$422 

$426 

$0 

Atchison 

59 

1P1006 

3/2009 

Intersection  improvements  at  Rte.  136  nearTarkio. 

$154 

$305 

$10 

Atchison 

59 

1 S2009M 

5/2009 

Thin  lift  overlay  from  the  Iowa  State  line  to  Rte.  136.  'Economic  Recovery  Project* 

$516 

$762 

$0 

Atchison 

0 

1S2009F 

5/2009 

Thin  lift  overlay  from  Rte.  C  to  Rte.  136.  "Economic  Recovery  Project* 

$476 

$631 

$1 

Buchanan 

169 

1 P0852 

6/2009 

Intersection  improvements  at  Rte.  A  in  St.  Joseph. 

$1,295 

$1,684 

$774 

Buchanan 

29 

1 10792 

6/2009 

Replace  bridge  deck  and  add  sidewalks  on  the  Pickett  Road  overpass  0.5  mile  south 
of  Rte.  36  in  St.  Joseph. 

$1,010 

$1,276 

$317 

Buchanan 

31 

1S2009L 

6/2009 

Thin  lift  overlay  from  Rte.  36  to  Rte.  169.  'Economic  Recovery  Project* 

$315 

$332 

$0 

Buchanan 

36 

1P1046 

1/2009 

Replace  bridge  deck  over  Third  Fork  of  Platte  River  in  the  westbound  lane  1  mile  west 
of  Rte.  31  near  St.  Joseph. 

$1,693 

$1,373 

$930 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 

9/29/2009  MODOT 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Buchanan 

59 

1P0910 

1/2004 

Bridge  deck  repair  project  for  the  Missouri  River  bridge  at  Atchison,  Kansas. 

$244 

$175 

$0 

Buchanan 

6 

1 P0903 

4/2006 

Install  curbs,  gutters,  sidewalks,  and  pedestrian  signals  at  the  intersection  of  Belt  and 
Frederick  Roads  in  St.  Joseph. 

$94 

$115 

$109 

Buchanan 

AC 

1 S0834 

8/2006 

Grading,  drainage,  and  pavement  for  new  roadway  from  Pickett  Road  to  Rte.  169  in 
St.  Joseph. 

$1 1 ,565 

$10,616 

$10,715 

Buchanan 

DD 

1S2009J 

6/2009 

Thin  lift  overlay  from  Rte.  371  to  Rte.  MM.  "Economic  Recovery  Project* 

$222 

$235 

$0 

Buchanan 

0 

1 B0801 F 

4/2009 

Bridge  rehabilitation  on  Rte.  O  over  I-29,  Rte.  169  over  I-29  and  Rte.  CC  over  South 
Fork  of  Bee  Creek. 

$3,346 

$1,976 

$102 

Caldwell 

13 

1 P0863 

1/2008 

Resurface  driving  lanes  and  improve  shoulders  from  Bus.  36,  in  Hamilton,  to  Kingston. 

$2,318 

$1,256 

$1,810 

Caldwell 

13 

1 P0952 

1/2008 

Resurface  driving  lanes  from  Kingston  to  Ray  County. 

$1,451 

$829 

$998 

Clinton 

35 

111040 

2/2009 

Resurface  north  and  southbound  lanes  from  north  of  Shoal  Creek  to  north  of  Rte.  1 1 6 
near  Lathrop.  "Economic  Recovery  Project* 

$19,911 

$16,271 

$3,090 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 

9/29/2009  MODOT 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Clinton 

A 

1S2009H 

3/2009 

Thin  lift  overlay  from  Rte.  69  to  Rte.  H.  'Economic  Recovery  Project* 

$609 

$635 

$0 

Daviess 

35 

212161 E 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  for  FY  2009  from  Rte.  6  in 
Daviess  County  to  Rte.  92  in  Clay  County. 

$422 

$426 

$0 

Daviess 

6 

1P2173 

5/2009 

Thin  pavement  treatment  to  extend  pavement  life  from  west  of  Rte.  V  to  Grundy 
County  near  Jamesport. 

$367 

$412 

$15 

Dekalb 

169 

3S2009C 

6/2009 

Pavement  and  shoulder  improvements  from  Rte.  31  and  Rte.  to  I-29.  "Economic 
Recovery  Project* 

$2,585 

$2,977 

$14 

Dekalb 

36 

1P0919 

5/2009 

Thin  pavement  treatment  to  extend  the  pavement  life  in  eastbound  lane  from  east  of 
Grindstone  Creek  to  west  of  Bus.  36  near  Cameron. 

$133 

$116 

$10 

Dekalb 

36 

1P1036 

1/2009 

Resurface  westbound  lanes  and  shoulders  from  east  of  Rte.  31  to  Rte.  33  near 
Stewartsville. 

$2,953 

$2,694 

$526 

Dekalb 

36 

1P1055 

1/2008 

Construct  new  intersection  on  north  side  of  Bus.  36  intersection,  1  mile  west  of  Rte.  69 
in  Cameron. 

$384 

$422 

$384 

Dekalb 

C 

1 B0801 E 

1/2009 

Bridge  rehabilitation  on  Rte.  C  over  Grindstone  Creek,  on  Rte.  E  over  North  Fork  Lost 
Creek,  Rte  V  over  3rd  Fork  latte  River.  Project  involves  bridges  P0216,  N0036,  N0215. 

$880 

$854 

$538 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Gentry 

BB 

1B0801G 

1/2009 

Bridge  rehabilitation  on  Rte.  BB  over  Island  Creek  and  Rte.  RA  on  East  Brushy  Creek. 

$719 

$583 

$266 

Harrison 

136 

1P1017 

4/2009 

Resurface,  improve  shoulders  and  intersection  improvements  from  Gentry  County  to 
Rte.  13  and  at  the  intersection  of  Rte.  136  and  Rte.  69  in  Bethany  and  Rte.  69  near 
Bethany. 

$3,780 

$2,938 

$1,701 

Harrison 

35 

212161 D 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  from  the  Iowa  state  line  to  Rte.  6 
in  Daviess  County. 

$422 

$426 

$0 

Harrison 

M 

1B0801D 

1/2009 

Bridge  rehabilitation  on  Rte.  M  over  Big  Muddy  Creek  and  Rte.  HH  over  Lotts  Creek, 
and  Rte.  NN  over  Honey  Creek  and  Brushy  Creek. 

$1,090 

$1,031 

$849 

Holt 

113 

1S2009I 

6/2009 

Thin  lift  overlay  on  Spur  1 13  in  Holt  County  from  Rte.  1 13  to  Rte.  A  and  on  Rte.  A  in 
Nodaway  County  from  Spur  1 13  to  Rte.  71 .  "Economic  Recovery  Project* 

$715 

$738 

$1 

Holt 

159 

1 P0967 

7/2005 

Repair  and  resurface  bridge  deck  over  the  Missouri  River  at  Rulo,  Nebraska,  4.3  miles 
west  of  Rte.  111.  Project  involves  Bridge  L0097. 

$227 

$152 

$150 

Holt 

29 

110981 

3/2008 

Improve  roadway  from  Rte.  1 1 8  to  Rte.  59  (south  junction). 

$8,705 

$8,358 

$8,616 

Nodaway 

136 

1 P0976 

12/2008 

Resurface  pavement  and  improve  shoulders  from  1  mile  south  of  Rte.  46  to  Rte.  J 
near  Conception  Junction. 

$2,671 

$2,591 

$2,415 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Nodaway 

136 

1P1060 

12/2008 

Widen  lanes  and  improve  shoulders  from  One  Hundred  and  Two  River  to  east  of  Rte. 
E  near  Ravenwood. 

$1,827 

$2,080 

$2,014 

Nodaway 

246 

1 S2009K 

6/2009 

Thin  lift  overlay  from  Rte.  148  to  Rte.  E.  "Economic  Recovery  Project* 

$405 

$414 

$0 

Nodaway 

71 

1P1018 

4/2009 

Resurface  pavement  and  improve  shoulders  from  Rte.  136  north  intersection  to  Bus. 
71  near  the  City  of  Maryville. 

$3,250 

$2,821 

$21 

Nodaway 

JJ 

1B0801C 

3/2009 

Bridge  rehabilitation  on  Rte.  JJ  over  West  Fork  102  River,  on  Rte.  275  on  Kings  River 
bridge,  on  Rte.  M  on  Long  Branch  bridge. 

$1,275 

$869 

$303 

Various 

Various 

1D0691 

7/2005 

Install  or  rehabilitate  permanent  (snowplowable)  pavement  markers  on  various 
Smooth  Roads  Initiative  routes.  Amendment  3  project. 

$12,000 

$13,202 

$17,408 

Various 

Various 

1 P0898 

6/2009 

On-call  guardcable  and  guardrail  repair  contract  on  various  major  routes  in  District  1. 

$413 

$179 

$0 

Various 

Various 

1P1031 

6/2007 

On-call  contract  to  repair  damaged  sections  of  guardcable  and  guardrail  on  all  major 
routes  in  District  1. 

$433 

$243 

$235 

Various 

Various 

1P1032 

6/2008 

On-call  contract  to  repair  damaged  sections  of  guardcable  and  guardrail  on  major 
routes. 

$433 

$322 

$30 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Various 

Various 

1P2145 

0/2007 

3M  tape  installation  at  various  locations  throughout  District  1 . 

$455 

$430 

$748 

Various 

Various 

2S2009B 

5/2009 

Cold  in  place  recycling  in  Nodaway  (Rtes.  EE,  H,  W),  Caldwell  (Rte.  F),  Harrison 
(Rtes.  MM,  M,  K),  DeKalb  (Rte.  E),  Daviess  (Rtes.  E,  K),  Worth  (Rtes.  W,  YY), 
Andrew  (Rte.  H),  and  Gentry  (Rte.  H)  Counties.  'Economic  Recovery  Project* 

$4,285 

$6,531 

$7 

Adair 

63 

2P0483H 

6/2009 

Construct  6  miles  of  new  two-lane  roadway  on  four-lane  right  of  way  on  the  east  side 
of  Kirksville  from  2  miles  north  of  Rte.  P  to  0.25  miles  south  of  Rte.  6.  'Economic 
Recovery  Project* 

$20,702 

$20,343 

$1,166 

Carroll 

41 

2P0755 

3/2009 

Replace  existing  superstructure  of  bridge  K0999  over  Missouri  River  at  Miami. 

$19,715 

$16,960 

$2,769 

Carroll 

41 

3S2009B 

3/2009 

Pavement  and  shoulder  improvements  from  Rte.  24  to  Rte.  240  in  Saline  and  Carroll 
counties.  "Economic  Recovery  Project* 

$1,701 

$1,728 

$1,602 

Carroll 

65 

2P0776B 

12/2008 

Resurface  pavement  from  north  of  Carrollton  to  beginning  of  dual  lanes  at  Marshall. 

$9,861 

$8,376 

$164 

Carroll 

M 

2B0801D 

5/2009 

Bridge  rehabilitation  on  Rte.  M  over  Bridge  Creek,  on  Rte.  W  over  Moniteau  Creek,  on 
Rte  F  over  Edmondson  Creek  and  Rte.  TT  over  Slough  Creek. 

$1 ,394 

$1,066 

$102 

Howard 

240 

3S2009D 

5/2009 

Pavement  and  shoulder  improvements  from  Rte.  5  to  Rte.  40.  "Economic  Recovery 
Project* 

$1 ,474 

$1,155 

$3 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Linn 

36 

1S2009B 

5/2009 

Thin  lift  overlay  from  Rte.  36  to  Rte.  1 1 .  'Economic  Recovery  Project* 

$170 

$189 

$1 

Livingston 

190 

1S2009P 

5/2009 

Thin  lift  overlay  from  the  Daviess  County  line  to  Rte.  65.  'Economic  Recovery  Project* 

$1,259 

$1,345 

$7 

Livingston 

65 

2P0776C 

2/2009 

Resurface  pavement  from  Rte.  36  to  north  of  Carrollton. 

$9,013 

$7,410 

$144 

Macon 

156 

1 S2009C 

3/2009 

Thin  lift  overlay  from  Rte.  63  to  Knox  County  line.  "Economic  Recovery  Project* 

$733 

$600 

$568 

Macon 

36 

2P0482 

11/2007 

Earthwork  and  paving  for  dual  lanes  from  end  of  divided  lanes  east  of  Macon  to 
Shelbina. 

$68,447 

$43,825 

$24,431 

Macon 

D 

1S4009S 

3/2009 

Thin  lift  overlay  from  Rte.  63  to  Rte.  156  in  LaPlata.  "Economic  Recovery  Project* 

$110 

$98 

$83 

Putnam 

136 

1S2009D 

3/2009 

Thin  lift  overlay  from  Rte.  63  to  Rte.  N  in  Schuyler  and  Putnam  counties.  "Economic 
Recovery  Project* 

$603 

$1,076 

$884 

Randolph 

A 

1S2009Q 

5/2009 

Thin  lift  overlay  from  Bus.  Rte.  63  to  Rte.  B.  "Economic  Recovery  Project* 

$717 

$637 

$2 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 

9/29/2009  MODOT 


Page  8  of  89 


Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Saline 

127 

2B0801C 

3/2009 

Bridge  rehabilitation  on  Rte.  127  over  Salt  Fork  Creek  and  Blackwater  River  and  on 
Rte.  YY  over  Finney  Creek. 

$2,584 

$1,376 

$357 

Saline 

240 

1S2009O 

3/2009 

Thin  lift  overlay  from  east  of  Rte.  65  to  Rte.  41 .  "Economic  Recovery  Project* 

$93 

$75 

$67 

Saline 

240 

2P0793 

1/2008 

Replace  existing  superstructure  of  bridge  G0069  over  Missouri  River  at  Glasgow. 
Includes  rehabilitation  work  included  with  project  2P0754. 

$15,109 

$16,461 

$1 1 ,282 

Saline 

240 

2P0793B 

4/2008 

Provide  ferry  service  during  closure  of  the  Missouri  River  bridge  at  Glasgow  Missouri. 

$2,138 

$1,870 

$1 ,447 

Saline 

41 

1 S2009R 

3/2009 

Thin  lift  overlay  from  Rte.  240  to  Rte.  TT.  "Economic  Recovery  Project* 

$767 

$633 

$533 

Saline 

65 

2P0776 

1/2009 

Resurface  (optional  overlay)  pavement  from  beginning  of  dual  lanes  south  of  Marshall 
to  the  Pettis  County  line.  Project  involves  bridge  A0493. 

$6,337 

$6,481 

$5,544 

Saline 

65 

2P2169 

1/2009 

Intersection  improvements  at  Rte.  UU  5.6  miles  south  of  Marshall. 

$324 

$258 

$1 

Schuyler 

202 

1 S2009N 

3/2009 

Thin  lift  overlay  from  the  Iowa  State  line  to  Rte.  63.  'Economic  Recovery  Project* 

$652 

$466 

$571 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Schuyler 

63 

2P0778 

6/2008 

Provide  smoother  pavement  and  upgrade  shoulders  from  Iowa  state  line  to  Rte.  6 
west. 

$5,194 

$6,232 

$514 

Schuyler 

C 

2B0801B 

12/2008 

Bridge  rehabilitation  on  Rte  C  over  North  Fabius  River,  Rte.  J  over  South  Fork  Fabius 
River,  Rte.  V  over  North  Fork  Mid  Fabius  River,  &  Rte.  1 1  over  North  Fork  Salt  River. 

$1,181 

$969 

$710 

Various 

Various 

2P2145 

0/2007 

3M  tape  installation  at  various  locations  throughout  District  2. 

$831 

$861 

$851 

Audrain 

15 

3S2178 

6/2009 

Pavement  improvements  from  1.1  miles  north  of  Rte.  22  to  0.2  mile  north  of  Rte.  54. 
"Economic  Recovery  Project* 

$804 

$987 

$18 

Audrain 

22 

3P0726 

7/2008 

Resurfacing  and  rehabilitate  bridge  from  0.1  mile  west  of  Rte.  E  east  to  0.5  mile  west 
of  Rte.  15. 

$1,789 

$2,118 

$1,773 

Audrain 

54 

3P2170 

3/2009 

Intersection  improvements  at  Rte.  19  and  Rte.  54  south  junction. 

$181 

$210 

$45 

Audrain 

K 

3B0801F 

1/2009 

Bridge  rehabilitation  on  Rte.  K  over  Sandy  Creek  in  Audrain  County  and  Rte.  M  over 
Lost  Creek  diversion  in  Lincoln  County. 

$1,185 

$544 

$576 

Clark 

61 

3P0423B 

6/2006 

Grading,  bridges  and  paving  for  four-lane  expressway  from  0.7  mile  north  of  Rtes.  61 
and  136  Spur  south  to  Lewis  County  line.  Amendment  3  project. 

$36,030 

$38,702 

$40,459 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Clark 

61 

3P0728 

3/2009 

Pavement  (optional  overlay)  treatments  from  Iowa  State  line  to  0.2  mile  south  of  Lewis 
County  line  (5  disconnected  sections). 

$3,949 

$3,884 

$95 

Knox 

C 

3B0801B 

12/2008 

Bridge  rehabilitation  on  Rte.  C  over  North  Fork  South  Fabius  River  in  Knox  County  and 
Rte.  H  over  South  Wyaconda  River  in  Scotland  County. 

$805 

$613 

$547 

Lewis 

61 

3P0773 

3/2009 

Pavement  treatments  (optional  overlay)  on  northbound  and  southbound  lanes  from  1 .6 
miles  south  of  Rte.  C  south  to  0.3  mile  south  of  Rte.  6. 

$5,652 

$4,900 

$1,166 

Lincoln 

47 

3P0747 

3/2008 

Widen,  improve  intersection,  and  upgrade  signals  on  Rte.  47  from  Rte.  61  west  ramps 
to  Main  Street  in  Troy. 

$2,035 

$1,806 

$1,750 

Lincoln 

47 

3P0780 

3/2008 

Intersection  improvements  at  Rtes.  H  and  J  intersection  in  Troy. 

$268 

$236 

$290 

Lincoln 

61 

3P2146 

2/2009 

Construct  new  interchange  at  Rte.  U  and  Mette  Rd. 

$12,447 

$6,870 

$2,251 

Lincoln 

DD 

3B0801D 

2/2009 

Bridge  rehabilitation  on  Rte  DD  over  Bear  Creek  in  Lincoln  County,  Rte  AC  over 
Cuivre  River  and  Rte.  F  over  Bear  Creek  in  Montgomery  County,  and  Rte.  P  over 
Spencer  Creek  in  Ralls  County. 

$2,012 

$1 ,298 

$230 

Lincoln 

EE 

1S2009Z 

6/2009 

Thin  lift  overlay  from  Rte.  Y  to  Rte.  47.  "Economic  Recovery  Project* 

$291 

$288 

$1 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Lincoln 

KK 

1S3009A 

6/2009 

Thin  lift  overlay  from  Old  Rte.  61  to  Rte.  W.  'Economic  Recovery  Project* 

$518 

$329 

$3 

Lincoln 

U 

3P2146C 

2/2009 

Two-lane  roadway  relocation  of  Rte.  U  from  west  of  Rte.  61  to  east  of  Rte.  61 . 

$3,300 

$2,825 

$745 

Marion 

24 

3P0411B 

9/2006 

Grading  and  paving  for  dual  divided  from  0.4  mile  west  of  Rte.  Z  to  0.2  mile  east  of 
Marion  County. 

$9,009 

$8,178 

$8,227 

Marion 

24 

3P0412B 

9/2006 

Grading  and  paving  for  dual  divided  pavement  from  0.2  mile  east  of  Ralls  County  line 
to  0.9  mile  west  of  Rte.  24/36  interchange. 

$15,139 

$12,986 

$13,103 

Marion 

24 

3P0751 

12/2006 

Scour  protection  for  Quincy  Bayview  Bridge. 

$118 

$116 

$0 

Marion 

36 

3P0410 

9/2007 

Grading  and  paving  to  add  lanes  from  Shelby  County  to  0.4  mile  west  of  Ralls  County. 

$13,457 

$10,336 

$7,410 

Marion 

W 

1S2009W 

3/2009 

Thin  lift  overlay  on  Rte.  W  from  Rte.  61  north  junction  to  Rte.  61  south  junction,  and 
Rte.  61  outer  road  from  Rte.  W  to  0.3  mile  south  of  Rte.  W.  'Economic  Recovery 
Project* 

$148 

$197 

$188 

Monroe 

15 

3S2009E 

5/2009 

Pavement  and  shoulder  improvements  from  Rte.  1 54  north  junction  to  1 .1  miles  north 
of  Rte.  22.  "Economic  Recovery  Project* 

$2,741 

$2,461 

$10 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Monroe 

24 

3P2148 

4/2009 

Slide  correction  on  north  and  south  sides  of  roadway,  0.9  mile  east  of  Rte.  154  and 
Rte.  24  intersection  and  south  side  of  roadway,  0.2  mile  east  of  Rte.  15  and  Rte.  2 

$145 

$349 

$210 

Monroe 

C 

3B0801E 

3/2009 

Bridge  rehabilitation  on  Rte.  C  over  Elk  Fork  Salt  River  in  Monroe  County  and  Rte.  E 
over  Wayaconda  River  in  Lewis  County. 

$1,715 

$950 

$139 

Monroe 

W 

1 S2009V 

3/2009 

Thin  lift  overlay  from  Rte.  24  to  Rte.  J.  "Economic  Recovery  Project* 

$213 

$235 

$218 

Montgomery 

70 

3I0775 

2/2009 

Replace  pavement  on  westbound  lanes  under  railroad  overpass  1.5  miles  east  of  Rte. 
F. 

$460 

$669 

$662 

Pike 

C 

3B0801C 

12/2008 

Bridge  rehabilitation  on  Rte.  C  over  South  Spencer  Creek. 

$386 

$232 

$118 

Ralls 

24 

3P0785 

12/2008 

Resurface  eastbound  lanes  from  1 .1  miles  west  of  Rte.  J  in  Ralls  County  east  to  0.9 
mile  east  of  Rte.  H  in  Marion  County  (2  disconnected  sections). 

$1 ,455 

$1,609 

$1,486 

Ralls 

61 

3P0778 

1/2009 

Pavement  improvements  for  various  sections  on  Rte.  61  in  Ralls  and  Pike  Counties 
and  Rte.  54  in  Audrain  County  (7  disconnected  sections). 

$532 

$384 

$487 

Ralls 

EE 

1S2009U 

3/2009 

Thin  lift  overlay  from  Rte.  J  to  Rte.  19.  'Economic  Recovery  Project* 

$238 

$274 

$251 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Ralls 

J 

1S2009T 

3/2009 

Thin  lift  overlay  from  Rte.  EE  to  Rte.  154.  'Economic  Recovery  Project* 

$414 

$455 

$427 

Ralls 

J 

3L1000B 

3/2009 

Thin  lift  overlay  from  Rte.  36  to  Rte.  EE. 

$518 

$606 

$559 

Shelby 

151 

1S3009B 

5/2009 

Thin  lift  overlay  from  Bus.  Rte.  36  to  Rte.  24.  "Economic  Recovery  Project* 

$1,211 

$1,226 

$3 

Shelby 

36 

3P0409C 

9/2007 

Grading  and  paving  to  add  lanes  from  0.6  mile  west  of  Rte.  15  east  to  0.1  mile  east  of 
Marion  County  line. 

$27,105 

$19,809 

$11,977 

Various 

Various 

3P2145 

0/2007 

3M  tape  installation  at  various  locations  throughout  District  3. 

$341 

$314 

$564 

Warren 

47 

3P0748 

11/2008 

Intersection  improvements  at  Rte.  47  and  Warrior  Avenue  in  Warrenton. 

$782 

$1,196 

$1 ,220 

Warren 

70 

3I0774 

12/2008 

Resurface  westbound  lanes  from  west  of  Rte.  47  to  the  Montgomery  County  line. 

$2,761 

$2,905 

$71 

Warren 

J 

1S2009S 

6/2009 

Thin  lift  overlay  from  Rte.  47  to  the  Warren  County  line  in  Lincoln  County,  and  from  the 
Lincoln  County  line  to  I-70  north  outer  road  in  Warren  County.  'Economic  Recovery 
Project* 

$640 

$575 

$2 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Warren 

TT 

1S2009X 

6/2009 

Thin  lift  overlay  from  Rte.  T  to  Rte.  94.  'Economic  Recovery  Project* 

$198 

$202 

$3 

Cass 

2 

1S3009E 

5/2009 

Thin  lift  overlay  from  Commercial  St.  to  Rte.  ZZ.  "Economic  Recovery  Project* 

$883 

$557 

$1 

Cass 

2 

4B0802B 

4/2009 

Bridge  rehabilitation  on  Rte.  2  over  Grand  River,  on  Rte.  O  over  Grand  River  and 
Poney  Creek. 

$1,946 

$964 

$176 

Cass 

7 

4S1841 

3/2009 

Resurfacing  and  shoulder  treatments  from  the  Jackson  County  line  to  163rd  Street  in 
Pleasant  Hill. 

$501 

$386 

$32 

Cass 

71 

4P1707 

7/2008 

Replace  bridges  and  upgrade  interchange  at  163rd  Street. 

$13,977 

$15,102 

$5,710 

Cass 

71 

4P1708 

7/2008 

Construct  new  interchange  2  miles  south  of  Rte.  58. 

$16,727 

$1 1 ,233 

$4,675 

Cass 

B 

4B0802C 

5/2009 

Bridge  rehabilitation  on  Rte.  B  over  Knob  Creek. 

$633 

$361 

$0 

Cass 

D 

4S2146 

3/2009 

Thin  pavement  treatment  from  Rte.  Y  to  Rte.  A. 

$758 

$540 

$15 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Cass 

Y 

4S2245 

3/2009 

Resufacing  from  Rte.  YY  to  Rte.  D. 

$2,320 

$1,110 

$4 

Clay 

169 

4P1845 

1/2008 

Pavement  treatments  southbound  from  I-29  to  Barry  Road  in  the  City  of  Kansas  City. 

$1,138 

$995 

$1,210 

Clay 

169 

4P1846 

1/2008 

Various  pavement  and  shoulder  treatments  from  1  mile  north  of  I-435  to  108th  Street 
in  the  City  of  Kansas  City. 

$1,056 

$957 

$859 

Clay 

169 

4P1918 

4/2007 

Bridge  rehabilitation  on  NB  &  SB  bridges  from  Missouri  River  to  I-29. 

$3,749 

$2,989 

$3,138 

Clay 

169 

4S1880 

1/2008 

Experimental  test  section  for  various  thin  preventive  maintenance  pavement 
treatments  northbound  from  I-29  to  south  of  Barry  Road  in  the  City  of  Kansas  City. 

$379 

$392 

$465 

Clay 

210 

4S1831 

12/2008 

Thin  pavement  treatments  from  Rte.  291  to  the  city  limits  of  Missouri  City. 

$820 

$995 

$9 

Clay 

210 

4S1844 

12/2008 

Thin  pavement  treatments  on  south  outer  road  of  Rte.  210  from  Searcy  Creek 
Parkway  to  Brighton  Avenue  in  the  City  of  Kansas  City. 

$71 

$81 

$15 

Clay 

29 

411326 

1/2005 

Rehabilitate  bridges  (including  Paseo  Bridge  over  Missouri  River),  mill  and  overlay 
pavement,  retaining  wall  and  lighting  from  north  of  I-35/US  24  to  Bedford  Avenue. 
Project  involves  bridges  L0788,  A3276  and  L0734. 

$23,337 

$25,968 

$20,613 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Clay 

29 

411507 

12/2007 

Reconstruct  and  widen  the  corridor  including  the  bridge  over  the  MO  River  from  Rte. 
210  to  north  leg  of  downtown  loop.  Major  project  made  possible  by  Amendment  3. 

$253,837 

$269,240 

$141,535 

Clay 

33 

4L0900B 

2/2009 

Resurfacing  from  Rte.  PP  in  Clinton  County  near  Holt  to  Woodson  Street  in  Kearney. 

$502 

$469 

$441 

Clay 

35 

411694 

1/2008 

Interchange  improvements  at  l-35/Rte.  69/Rte.  33. 

$3,202 

$3,181 

$3,464 

Clay 

35 

411881 

1/2008 

Pavement  and  shoulder  treatments  northbound  from  Pleasant  Valley  Road  to  Fishing 
Creek  in  the  City  of  Liberty. 

$2,986 

$2,380 

$2,874 

Clay 

35 

411923 

3/2008 

Median  protection  from  the  Rte.  29/Rte.  35  split  to  Rte.  92. 

$2,807 

$1,627 

$1,766 

Clay 

435 

411838 

12/2008 

Thin  pavement  and  shoulder  treatments  from  Rte.  69  to  the  Missouri  River  in  the  City 
of  Kansas  City. 

$2,057 

$1,787 

$8 

Clay 

69 

1S3009F 

3/2009 

Thin  lift  overlay  from  the  Clinton  County  line  to  Rte.  92.  'Economic  Recovery  Project* 

$366 

$287 

$1 

Clay 

69 

4P1393 

5/2007 

Mill  and  resurface,  rehabilitate  bridges  and  add  safety  enhancements  from  I-35  west 
junction  to  Platte  County  line. 

$5,443 

$6,001 

$6,941 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Clay 

69 

4P2000 

5/2007 

Relocate  water  line  under  pavement  from  Highland  to  North  Oak  in  the  City  of  Kansas 
City. 

$2,475 

$3,013 

$2,693 

Clay 

69 

4S1727 

5/2007 

Geometric  improvements,  signal  upgrades  and  median  improvements  in  select 
locations  from  I-35  west  junction  to  Platte  County  line. 

$564 

$421 

$558 

Clay 

9 

4S1931 

2/2009 

Thin  pavement  treatment  from  Tenth  Avenue  to  Admiral  Boulevard  in  the  Cities  of 
North  Kansas  City  and  Kansas  City. 

$417 

$459 

$387 

Clay 

92 

4P1116B 

9/2008 

Replace  bridge  over  Clear  Creek  0.9  mile  east  of  Rte.  33. 

$3,615 

$2,347 

$2,309 

Clay 

92 

4P1883 

5/2008 

Intersection  improvement  at  Commercial  Street  in  Smithville. 

$664 

$1,131 

$1,151 

Clay 

B 

4S1867 

2/2009 

Resurfacing  from  Rte.  69  to  Rte.  H  in  the  City  of  Liberty. 

$209 

$170 

$157 

Henry 

52 

1S3009G 

5/2009 

Thin  lift  overlay  from  the  St.  Clair  County  line  to  Rte.  13.  'Economic  Recovery  Project* 

$913 

$563 

$2 

Henry 

7 

4P1957 

2/2009 

Resurfacing  and  shoulder  treatments  from  Rte.  13  south  junction  to  Rte.  PP  in 
Tightwad. 

$3,924 

$3,178 

$2,000 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Henry 

N 

4B0801G 

5/2009 

Bridge  rehabilitation  on  Rte.  N  over  Honey  Creek. 

$603 

$334 

$0 

Jackson 

150 

4P2205 

6/2008 

Water  line  relocation  from  Colorado  Street  to  east  of  White  Street  in  Kansas  City. 

$1,603 

$1,811 

$1,828 

Jackson 

150 

4P2225 

6/2008 

Installation  of  water  line  from  US  71  to  Lumpkins  Fork  Creek. 

$4,275 

$3,522 

$2,808 

Jackson 

150 

4U1129 

3/2007 

Replace  bridge  over  railroad  and  Big  Creek  2  miles  east  of  Rte.  291  in  Greenwood. 

$8,415 

$8,953 

$9,113 

Jackson 

150 

4U1129B 

5/2007 

Demolition  of  building  for  utility  relocation  at  bridge  K0593. 

$10 

$6 

$0 

Jackson 

150 

4U1130B 

6/2008 

Widen  to  four  lanes  from  Rte.  71  to  Lumpkins  Fork  Creek  in  the  City  of  Grandview. 
First  phase  of  construction  of  job  4U1130.  Major  project  made  possible  by 
Amendment  3. 

$11,075 

$14,226 

$3,649 

Jackson 

150 

4U1130C 

4/2009 

Capacity  improvements  from  Lumpkins  Fork  Creek  to  Horridge  Road  in  the  City  of 
Kansas  City.  Second  phase  of  construction  of  job  4U1 130.  Major  project  made 
possible  by  Amendment  3. 

$8,638 

$8,012 

$44 

Jackson 

24 

4P1364 

4/2008 

Replace  bridge  over  Missouri  Pacific  Railroad  between  Overton  Avenue  and  Huttig 
Avenue  in  Independence. 

$8,167 

$8,584 

$5,031 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jackson 

24 

4S201 1 

1/2009 

Bridge  maintenance  and  rehabilitation  over  Cambridge  Avenue  and  Burlington 
Northern  Santa  Fe  Railroad. 

$2,955 

$2,216 

$350 

Jackson 

291 

4P1417 

1/2007 

Rehabilitate  bridges  over  39th  Street  in  Independence. 

$3,161 

$2,574 

$2,431 

Jackson 

291 

4P1835 

3/2009 

Pavement  and  drainage  improvements  at  the  interchange  of  Truman  Road. 

$182 

$159 

$151 

Jackson 

35 

411640 

4/2004 

Repair  sidewalk  and  replace  bridge  rails  on  14th  Street  Bridge  over  I-29  in  Kansas  City. 

$115 

$126 

$475 

Jackson 

35 

411966 

2/2009 

Resurfacing  and  shoulder  treatments  from  25th  Street  to  the  Kansas  State  line. 

$455 

$786 

$9 

Jackson 

40 

4P1653 

7/2008 

Wetland  mitigation  bank  located  beneath  dam  of  Blue  Springs  Lake  reservoir. 

$709 

$887 

$906 

Jackson 

40 

4S1776 

8/2007 

Safety  improvements  from  Hocker  to  west  of  Lee's  Summit  Road  in  the  City  of  Kansas 
City. 

$2,828 

$2,138 

$1,963 

Jackson 

435 

4I0766C 

3/2001 

Reconfigure  I-435  portion  of  l-470/l-435/Rte.  71  interchange,  new  and  relocated 
pavement  and  bridges  from  north  of  Bannister  Road  to  west  of  Grandview  Road. 

$46,628 

$55,888 

$54,353 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jackson 

435 

411930 

2/2009 

Pavement  and  shoulder  treatments  from  the  Missouri  River  to  Rte.  24  in  the  City  of 
Kansas  City. 

$3,242 

$1,642 

$816 

Jackson 

435 

411977 

2/2009 

Bridge  approach  repair  on  southbound  bridge  at  Raytown  Road. 

$175 

$226 

$26 

Jackson 

435 

4Q1572B 

4/2008 

ITS  interstate  expansion  at  various  locations  from  Route  40  to  Holmes  Road  in 
Jackson  County. 

$2,070 

$1,543 

$1,939 

Jackson 

470 

4I0766D 

5/2002 

Reconstruct  westbound  lanes  of  I-470,  build  6  new  bridges  and  remove  9  existing 
bridges  from  Blue  Ridge  Boulevard  west  to  Grandview  Road.  Bridges  A1923,  A1876, 
A1924,  A1921,  A1922,  A1873,  A1854. 

$66,279 

$73,328 

$72,218 

Jackson 

470 

4I0766J 

6/2005 

Reconstruct  I-435/I-470/US  71  interchange,  new  SB  71  and  435  ramps,  finish  NB  435, 
add  lane  EB  435  at  US  71 ,  470/435  from  I-435  at  US  71  to  I-470  at  Hillcrest  Overpass. 
Amendment  3  project. 

$8,429 

$11,595 

$11,129 

Jackson 

470 

411571 B 

10/2006 

ITS  Deployment  on  I-470  from  Hillcrest  Road  to  Colbern  Road  and  on  US-71  from  Red 
Bridge  Road  to  Main  Street. 

$1,307 

$943 

$989 

Jackson 

470 

411616 

1/2007 

Pavement  and  bridge  rehabilitation  from  north  of  Bowlin  Road  to  north  of  I-70. 

$4,974 

$4,744 

$4,635 

Jackson 

470 

411 641 B 

7/2007 

Construction  of  half  diamond  interchange  at  Pryor  Road  and  installation  of  a  collector 
distributor  lane  on  EB  I-470. 

$26,435 

$21,547 

$21,421 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jackson 

470 

411 641 D 

8/2008 

Construct  a  half  diamond  interchange  at  Blue  Parkway  and  install  a  collector 
distributor  lane  on  EB  I-470  and  WB  I-470. 

$25,960 

$32,857 

$17,293 

Jackson 

470 

411650 

10/2008 

Construct  a  new  interchange  at  Strother  Road  and  improvements  including  auxiliary 
lanes  on  I-470. 

$21,176 

$15,809 

$286 

Jackson 

470 

411714 

10/2006 

Rehabilitate  Hillcrest  Road  bridge  over  I-470. 

$999 

$744 

$693 

Jackson 

470 

411837 

1/2009 

Pavement  and  shoulder  treatments  from  west  of  Hillcrest  to  Raytown  Road  in  the  City 
of  Kansas  City. 

$2,046 

$2,058 

$22 

Jackson 

470 

412010 

1/2009 

Improve  bridge  approach  pavement  on  bridges  from  west  of  Hillcrest  Road  to  Raytown 
Road  in  the  City  of  Kansas  City. 

$561 

$245 

$1 

Jackson 

470 

4I2200 

12/2008 

Median  protection  on  I-470  and  Rte.  291  from  32nd  Street  to  Rte.  50  in  the  cities  of 
Independence  and  Lee's  Summit. 

$1,825 

$1,315 

$209 

Jackson 

50 

4S2197 

11/2008 

Lighting  improvements  near  Colbern  Road  near  the  City  of  Lee's  Summit  and  at 
Bynum  Road  in  the  City  of  Lone  Jack. 

$222 

$205 

$212 

Jackson 

670 

411762 

6/2006 

Mill  and  resurface  roadway  on  the  south  side  of  the  downtown  loop  from  I-70  south 
junction  to  east  of  Broadway  Street. 

$2,630 

$3,389 

$2,865 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jackson 

7 

4S1745 

6/2006 

Reconstruct  two-lane  rural  to  four-lane  urban  typical  section  from  south  of  Wyatt  Road 
to  north  of  Colbern  Road.  Amendment  3  project. 

$6,391 

$6,681 

$6,287 

Jackson 

70 

411402 

12/2007 

Replace  bridge  and  interchange  improvements  at  Noland  Road  in  the  City  of 
Independence. 

$13,734 

$12,298 

$12,535 

Jackson 

70 

412013 

3/2008 

Structural  repairs,  painting,  and  rehabilitation  of  bridge  over  Manchester  Trafficway  in 
the  City  of  Kansas  City. 

$8,799 

$7,236 

$7,421 

Jackson 

70 

412021 

2/2009 

Bridge  rehabilitation  at  bridge  to  I-35  northbound. 

$2,173 

$1 ,498 

$867 

Jackson 

71 

4I0766F 

5/2005 

Replace  KC  Southern  Railroad  Bridge  over  US  71  0.1  mile  north  of  Blue  Ridge  Blvd. 
Project  involves  bridge  A6260. 

$7,561 

$7,780 

$7,976 

Jackson 

71 

4I0766G 

6/2005 

Reconstruct  I-435/I-470/US  71  interchange  and  construct  new  US  71  service  roads  on 
both  sides  of  US  71  from  Red  Bridge  Road  south  to  Blue  Ridge  Blvd. 

$1 1 ,724 

$15,146 

$15,190 

Jackson 

71 

4I0766K 

6/2005 

Reconstruct  I-435/I-470/US  71  interchange.  Relocate  Red  Bridge  Rd.,  Transit  Cntr, 
widen  Hickman  Mills  Dr.,  from  I-470  to  a  half  mile  south  of  Red  Bridge  Road. 

$16,412 

$18,919 

$18,031 

Jackson 

71 

4I0766L 

6/2005 

Reconstruct  I-435/I-470/US  71  interchange.  New  ramp  from  WB  470  to  NB  71  and 
add  lane  to  WB  470  from  I-470  over  US  71  north  to  I-435  over  US  71 . 

$12,680 

$16,641 

$15,484 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jackson 

71 

4I0766N 

10/2006 

Rebuild  US  71  from  Red  Bridge  Rd.  south  to  Blue  Ridge  Blvd.,  complete  ramp  from 
EB  I-435  to  NB  US  71 ,  new  US  71  pavement  from  Rte.  W  to  0.1  mile  south  of  I-470. 

$23,834 

$31,654 

$28,457 

Jackson 

71 

4I0766Q 

10/2006 

Widening  Longview  Road  and  adding  Round-a-bout  at  Hickman  Mills  Road. 

$1,256 

$2,323 

$2,185 

Jackson 

71 

4P1429 

6/2008 

Interchange  revisions,  including  widening  to  add  lanes,  replace  bridges,  and  new 
bridges  at  Rte.  150  in  the  cities  of  Grandview  and  Kansas  City. 

$33,170 

$37,286 

$16,650 

Jackson 

71 

4P1577 

10/2006 

Resurface  roadway  and  rehabilitate  bridges  from  87th  Street  (beginning  of  Bruce  R 
Watkins  Drive)  to  the  bridge  over  Rte.  W.  Project  involves  bridge  L842. 

$840 

$748 

$722 

Jackson 

71 

4P1829 

12/2007 

Pavement  repair  from  Blue  Ridge  Blvd.  to  155th  Street  in  the  City  of  Grandview. 

$1 ,848 

$607 

$1,063 

Jackson 

71 

4P1849 

12/2007 

Thin  pavement  treatment  the  ramps  and  outer  road  from  Blue  Ridge  Boulevard  to  the 
Cass  County  line  near  the  City  of  Grandview. 

$1,959 

$918 

$908 

Jackson 

71 

4P2007 

12/2007 

Pavement  and  shoulder  treatments  from  Blue  Ridge  Blvd.  to  1 55th  Street  in  the  City  of 
Grandview. 

$4,036 

$1,354 

$1 ,343 

Jackson 

71 

4S1967 

2/2009 

Pavement  treatments  from  75th  Street  to  Bannister  in  the  City  of  Kansas  City. 

$1,283 

$922 

$159 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jackson 

71 

4U0011W 

4/2002 

Landscaping  on  Bruce  R.  Watkins  Drive  from  31st  Street  to  52nd  Street. 

$2,247 

$2,243 

$1,855 

Jackson 

71 

4U0011X 

8/2004 

Landscaping  on  Bruce  R.  Watkins  Drive  from  Truman  Road  to  31st  Street  in  Kansas 
City. 

$2,247 

$1 ,704 

$0 

Jackson 

78 

4S1839 

3/2009 

Pavement  treatments  from  Speck  Road  to  Rte.  7  in  the  City  of  Independence. 

$1,933 

$1,695 

$1,562 

Jackson 

78 

4S2186 

9/2008 

Curb  and  island  improvements  between  I-435  and  Sterling  Ave.  in  the  City  of 
Independence. 

$149 

$113 

$15 

Jackson 

BB 

4S1864 

2/2009 

Thin  pavement  treatment  from  I-70  to  Rte.  24  between  the  Cities  of  Grain  Valley  and 
Buckner. 

$907 

$787 

$26 

Jackson 

BB 

4S2193 

2/2009 

Shoulder  improvements  from  Rte.  24  in  Buckner  to  Pink  Hill  Road  in  Grain  Valley. 

$551 

$552 

$5 

Jackson 

D 

4S2246 

6/2008 

Pavement  rehabilitation  from  Rte.  150  to  Rte.  58  near  City  of  Belton. 

$5,665 

$3,467 

$3,082 

Jackson 

E 

4S1865 

3/2009 

Thin  pavement  treatment  from  Rte.  150  to  Rte.  VV  near  the  City  of  Lone  Jack. 

$143 

$197 

$11 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jackson 

F 

4S1060 

5/2008 

Improve  and  widen  Rte  F/l-70  eastbound  off-ramp,  and  westbound  off-ramp  from  I-70 
to  south  of  10th  Street  in  Oak  Grove. 

$6,218 

$6,982 

$4,846 

Jackson 

F 

4S1869 

12/2008 

Resurfacing  from  Tenth  Street  in  Oak  Grove  to  Rte.  50. 

$690 

$897 

$29 

Jackson 

F 

4S2198 

12/2008 

Shoulder  and  rumble  strip  improvements  from  Hillside  School  Road  in  Oak  Grove  to 
Rte.  50. 

$752 

$760 

$20 

Jackson 

Various 

4I1327D 

5/2002 

Construction  of  advanced  freeway  traffic  management  system  (ITS)  at  the  I-435, 1- 
470,  71  interchange  (Triangle). 

$1,168 

$1,728 

$1 ,748 

Jackson 

W 

4S1937 

8/2008 

Resurfacing  from  Kansas  State  line  to  I-435  in  Kansas  City. 

$3,591 

$3,315 

$3,421 

Jackson 

W 

4S2147 

8/2008 

Repair  curb  at  various  locations  between  I-435  and  State  Line  Road  in  Kansas  City. 

$190 

$183 

$187 

Johnson 

13 

4P1138B 

12/2008 

Two-lane  relocation  on  four-lane  right  of  way  from  0.6  mile  north  of  Rte.  50  to  south  of 
Rte.  DD.  Major  project  made  possible  by  Amendment  3. 

$20,847 

$22,222 

$8,012 

Johnson 

13 

4P1138C 

12/2008 

Two  lane  roadway  on  four  lanes  of  right  of  way  from  south  of  Rte.  DD  to  north  of  Rte. 
Y  south  of  Warrensburg. 

$19,562 

$15,881 

$4,392 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Johnson 

131 

3S2009H 

5/2009 

Pavement  improvements  from  Rte.  50  to  Rte.  2.  "Economic  Recovery  Project* 

$1,740 

$1,335 

$4 

Johnson 

50 

4P1973B 

4/2009 

Resurfacing  and  shoulders  treatments  on  eastbound  lanes  from  Jackson  County  line 
to  Rte.  HH. 

$7,104 

$4,825 

$30 

Johnson 

DD 

4S1814 

1/2009 

Resurfacing  from  Rte.  23  to  Rte.  13  in  the  City  of  Warrensburg. 

$975 

$1 ,282 

$41 

Johnson 

00 

4B0801F 

1/2009 

Bridge  rehabilitation  on  Rte.  OO  over  Honey  Creek  and  Rte.  ZZ  over  Panther  Creek. 

$1,105 

$764 

$776 

Lafayette 

13 

4P1103 

11/2008 

Two-lane  relocation  on  four-lane  right  of  way  from  Rte.  24  to  County  Road  1 13 
(existing  Rte.  13).  Major  project  made  possible  by  Amendment  3. 

$8,784 

$10,724 

$5,238 

Lafayette 

13 

4P1960 

2/2009 

Resurfacing  and  shoulder  treatments  from  Burns  School  Road  to  Bus.  13  near  the 
City  of  Higginsville. 

$1 ,304 

$1,043 

$14 

Lafayette 

70 

412261 

3/2009 

Pavement  improvements  on  the  eastbound  and  westbound  lanes  from  the  Jackson 
County  line  to  Johnson  Drive  in  the  city  of  Odessa.  "Economic  Recovery  Project* 

$8,348 

$7,559 

$166 

Lafayette 

FF 

1S3009H 

3/2009 

Thin  lift  overlay  from  Gillespie  Drive  to  Rte.  O.  'Economic  Recovery  Project* 

$747 

$483 

$1 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Platte 

273 

3S2009F 

5/2009 

Pavement  improvements  on  Rte.  273  from  Rte.  JJ  to  I-29  and  Spur  92  from  Rte.  273 
to  Rte.  92.  "Economic  Recovery  Project* 

$1,255 

$541 

$14 

Platte 

29 

4I1662B 

12/2007 

Various  pavement  treatments  at  bridge  approaches,  rest  area,  and  weigh  station 
between  Buchanan  County  line  and  Line  Creek. 

$725 

$506 

$560 

Platte 

29 

411979 

3/2009 

Resurface  pavement  and  shoulders  on  northbound  and  southbound  lanes  at  various 
locations  from  Rte.  273  to  Vivion  Road.  "Economic  Recovery  Project* 

$12,927 

$13,022 

$881 

Platte 

435 

411335 

12/2007 

Resurface  pavement  and  shoulders  from  I-29  south  junction  to  Clay  County  line. 

$6,036 

$2,208 

$2,087 

Platte 

45 

1 S3009C 

5/2009 

Thin  lift  overlay  from  Rte.  273  to  Spur  45  south.  "Economic  Recovery  Project* 

$718 

$559 

$1 

Platte 

45 

4P1567 

9/2008 

Construct  a  roundabout  to  relocate  Rte.  K  and  Union  Chapel  Road  600  feet  west  of 
the  intersection  of  existing  Rte.  45  and  Rte.  K  near  the  City  of  Parkville. 

$6,795 

$6,130 

$4,946 

Platte 

45 

4P2148B 

6/2009 

Improvements  to  the  bridge  and  approach  over  Bear  Creek  near  latan. 

$1,402 

$412 

$32 

Platte 

635 

4P1772 

4/2009 

Repair  slide  0.5  mile  north  of  High  Drive  in  Riverside. 

$836 

$618 

$107 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Platte 

9 

4I1709A 

1/2008 

Add  lanes  to  reduce  congestion  east  of  Mattox  Road  to  I-635  and  Rte.  9  interchange. 

$9,111 

$4,934 

$3,685 

Platte 

9 

4I1709B 

1/2008 

Constructing  4  lanes  with  turn  lanes  and  Railroad  bridge  from  Rte.  9  south  in  order  to 
construct  Horizon's  Parkway  North. 

$12,622 

$8,292 

$7,588 

Platte 

9 

4S1832 

1/2009 

Resurfacing  from  south  of  Barry  Road  to  Rte.  45  in  the  Cities  of  Kansas  City  and 
Parkville. 

$354 

$475 

$405 

Platte 

92 

4P1809 

2/2009 

Thin  pavement  and  shoulder  treatments  from  the  Kansas  State  line  to  Rte.  45. 

$763 

$621 

$479 

Platte 

92 

4P1925 

3/2009 

Resurfacing  and  shoulder  treatments  from  Rte.  29  to  Rte.  DD  near  Smithville. 

$2,351 

$1,303 

$554 

Platte 

92 

4P1925B 

3/2009 

Resurfacing  and  shoulder  treatments  from  Bethel  Road  to  0.4  mile  east  of  Winan 
Road. 

$497 

$386 

$149 

Platte 

92 

4P1961 

2/2009 

Resurfacing  and  shoulder  treatments  from  Rte.  45  to  Rte.  92  Spur  in  Tracy. 

$1,095 

$827 

$671 

Platte 

92 

4P2176 

3/2009 

Pavement  improvements  from  Hampton  Lane  to  east  of  I-29  near  Platte  City. 

$488 

$406 

$201 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Platte 

D 

4S1974 

12/2007 

Pavement  and  shoulder  improvements  from  1000'  west  of  I-29  interchange  to  I-435  in 
the  City  of  Kansas  City. 

$2,565 

$1,293 

$1,260 

Platte 

H 

4B0801C 

11/2008 

Bridge  rehabilitation  on  Rte.  H  over  I-29. 

$1,198 

$853 

$833 

Platte 

V 

4B0801B 

1/2009 

Bridge  rehabilitation  on  Rte.  CC  over  Clear  Creek  and  Jordan  bridge  on  Rte  V. 

$873 

$608 

$245 

Ray 

C 

1S3009D 

3/2009 

Thin  lift  overlay  from  Rte.  U  to  Rte.  10.  "Economic  Recovery  Project* 

$314 

$201 

$1 

Ray 

EE 

4S2248 

11/2008 

Replace  bridge  0.1  mile  north  of  Route  210  on  Route  EE. 

$863 

$1,011 

$1,004 

Ray 

H 

4B0801E 

4/2009 

Bridge  rehabilitation  on  Rte  H  over  Willow  Creek  and  Rte  E  over  Platte  River. 

$1,025 

$680 

$190 

Ray 

M 

1S3009I 

3/2009 

Thin  lift  overlay  from  Rte.  C  to  Rte.  10.  "Economic  Recovery  Project* 

$350 

$227 

$0 

Various 

Various 

4I1327C 

7/2001 

Construct  intelligent  transportation  system  on  I-35,  I-70,  Rte.  71,  I-435  and  I-670 
in  Kansas  and  Missouri.  Relates  to  411327  and  4I1327D. 

$44,762 

$39,227 

$33,214 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Various 

Various 

411400 

6/2006 

Replace  bridges  and  curb  of  retaining  walls  for  westbound  Truman  Road  over  I-35  and 
south  leg  of  downtown  loop  from  Holmes  Road  to  McGee  Street.  Amendment  3 
project. 

$15,623 

$17,499 

$16,954 

Various 

Various 

411566 

8/2002 

KC  Scout  and  Transit  Interface,  Clay  County  ITS  deployment  and  ramp  metering  on  I- 
435  at  various  locations  in  Kansas  City  region. 

$1,431 

$1,528 

$566 

Various 

Various 

411573 

6/2006 

Mill,  resurface  and  rehabilitate  bridges  on  the  west  leg  of  downtown  loop,  on  I-29  south 
to  the  Southwest  Trafficway  bridge. 

$5,613 

$8,474 

$7,608 

Various 

Various 

411853 

4/2008 

Asphalt  Pavement  repair  on  various  routes  at  various  locations  in  the  urban  area. 

$549 

$598 

$503 

Various 

Various 

4P1758 

3/2006 

Microsufacing  pavement  to  improve  safety  at  various  rural  locations. 

$109 

$145 

$101 

Various 

Various 

4P1759 

3/2006 

Microsurfacing  pavement  to  improve  safety  at  various  urban  locations. 

$218 

$188 

$239 

Various 

Various 

4P1760 

3/2008 

Pavement  treatment  to  improve  safety  at  various  urban  locations. 

$431 

$427 

$63 

Various 

Various 

4P1761 

3/2008 

Pavement  treatment  to  improve  safety  at  various  rural  locations. 

$216 

$252 

$74 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Various 

Various 

4P1786 

6/2006 

Guardcable  and  guardrail  repair  at  various  locations  in  the  urban  District  4  area. 

$908 

$598 

$0 

Various 

Various 

4P1787 

6/2006 

Guardcable  and  guardrail  repair  in  rural  District  4. 

$561 

$414 

$2 

Various 

Various 

4P1852 

3/2009 

Preventive  maintenance  on  various  bridges  in  the  urban  area. 

$2,337 

$1 ,822 

$1,299 

Various 

Various 

4P1862 

6/2007 

Guardrail  and  guardcable  repair  at  various  locations  in  the  urban  District  4  area. 

$908 

$650 

$1 ,640 

Various 

Various 

4P1863 

6/2007 

Guardcable  and  guardrail  repair  in  rural  District  4. 

$561 

$383 

$906 

Various 

Various 

4P1908 

6/2008 

Guardcable  and  guardrail  repair  in  rural  District  4. 

$561 

$518 

$1 

Various 

Various 

4P1911 

6/2008 

Guardrail  and  guardcable  repair  at  various  locations  in  the  urban  District  4  area. 

$908 

$879 

$1 

Various 

Various 

4P1912 

6/2009 

Guardrail  and  guardcable  repair  at  various  locations  in  the  urban  District  4  area. 

$909 

$1,064 

$1 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Various 

Various 

4P1915 

6/2009 

Guardcable  and  guardrail  repair  in  rural  District  4. 

$562 

$360 

$1 

Various 

Various 

4P2145 

0/2007 

3M  tape  installation  at  various  locations  throughout  urban  District  4. 

$715 

$663 

$1 ,088 

Various 

Various 

4P2145B 

0/2007 

3M  tape  installation  at  various  locations  throughout  rural  District  4. 

$374 

$354 

$668 

Various 

Various 

4P2249 

6/2009 

Pavement  treatments  at  various  locations  in  the  urban  area. 

$3,025 

$3,049 

$13 

Various 

Various 

4S1999B 

6/2007 

Rehabilitate  bridges,  widen  sidewalks  and  install  aesthetic  pedestrian  fencing  on  the 
Grand,  Main,  Walnut,  Baltimore  and  McGee  bridges  over  I-670  in  the  downtown 
Kansas  City  Loop. 

$2,011 

$1,898 

$2,818 

Various 

Various 

5I2153F 

4/2008 

On  call  interstate  asphalt  repair  at  various  locations  in  District  4. 

$1,070 

$550 

$727 

Benton 

65 

5P0889 

5/2009 

Bridge  deck  rehabilitation  over  Osage  River  just  south  of  Warsaw.  Involves  bridge 
A3021 .  "Economic  Recovery  Project* 

$2,091 

$1 ,664 

$26 

Benton 

7 

5P0866 

5/2009 

Rehabilitation  of  bridges  on  Rte.  83  over  Truman  Lake  near  Mockingbird  Road;  Rte. 
65  over  the  Osage  River  near  Warsaw;  and  Rte.  7  over  Truman  Lake.  "Economic 
Recovery  Project* 

$7,336 

$5,587 

$58 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Benton 

83 

5P0888 

5/2009 

Rehabilitation  of  bridge  deck  over  Truman  Reservoir.  Project  involves  bridge  A3689. 
'Economic  Recovery  Project* 

$3,675 

$2,656 

$17 

Boone 

163 

5S0897 

3/2009 

Capacity  and  safety  improvements  from  Champions  Drive  north  to  Rte.  740  in 
Columbia. 

$625 

$701 

$239 

Boone 

63 

5P0907 

10/2007 

Grading,  paving  and  bridge  construction  for  interchange  at  Gans  Road  1 .0  mile  south 
of  Rte.  AC. 

$9,281 

$5,483 

$5,447 

Boone 

63 

5P0907B 

10/2007 

Grading,  drainage  and  paving  for  Ponderosa  Road  and  Gans  Road. 

$6,288 

$3,255 

$3,347 

Boone 

63 

5P0963 

12/2008 

Resurface  (optional  overlay)  southbound  lanes  from  0.2  mile  north  of  the  Randolph 
County  line  to  0.5  mile  south  of  Rte.  1 24  at  the  bridge  over  Silver  Fork  Creek. 

$2,424 

$2,419 

$56 

Boone 

70 

1 S3009N 

5/2009 

Thin  lift  overlay  from  Rte.  63  Connector  to  Rte.  Z.  "Economic  Recovery  Project* 

$314 

$320 

$1 

Boone 

763 

5U0675 

3/2008 

Grading,  drainage,  paving,  and  right  of  way  acquisition  to  widen  to  four  lanes  with  left 
turn  lanes  from  Big  Bear  Boulevard  to  Rte.  63  in  Columbia. 

$27,900 

$19,347 

$17,406 

Boone 

Z 

1 S3009K 

5/2009 

Thin  lift  overlay  from  Rte.  124  to  I-70.  'Economic  Recovery  Project* 

$863 

$912 

$1 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Callaway 

54 

5P0954 

1/2009 

Resurface  (optional  overlay)  eastbound  lanes  from  east  of  County  Road  318  to  0.1 
mile  east  of  north  Bus.  54  overpass. 

$2,726 

$2,511 

$432 

Callaway 

54 

5P0955 

1/2009 

Resurface  westbound  lanes  from  2  miles  west  of  Rte.  H  to  1  mile  west  of  County  Road 
348.  Shoulder  improvements  from  1  mile  west  of  County  Road  348  to  0.4  mile  west  of 
Rte.  AA/OO  in  Holts  Summit. 

$2,504 

$2,405 

$884 

Callaway 

70 

212161 L 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  from  Rte.  YY  (Williamsburg  exit) 
to  Rte.  T  in  Foristell. 

$422 

$426 

$0 

Callaway 

70 

5121 53L 

4/2008 

On-call  statewide  preventive  maintenance  and  pavement  repair  from  the  Williamsburg 
exit  (Rte.  YY)  to  Rte.  T  in  Foristell. 

$358 

$574 

$131 

Callaway 

D 

5B0801B 

1/2009 

Bridge  rehabilitation  on  Rte.  D  over  I-70,  on  Rte.  JJ  over  I-70,  Rte.  M  over  I-70,  and 
Rte.  J  over  I-70. 

$2,561 

$1,991 

$808 

Callaway 

E 

5B0801E 

3/2009 

Bridge  rehabilitation  on  Rte.  E  at  Four  Mile  bridge,  Rte.  D  over  Moniteau  Creek,  and 
Rte.  HH  over  Smith  Fork  Creek. 

$1,111 

$707 

$4 

Camden 

5 

5P0590 

1/2008 

Grading,  drainage,  and  paving  for  4  lanes  from  1 .7  miles  south  of  Niangua  Arm  of 
Lake  of  the  Ozarks  to  1  mile  north  of  Camdenton.  Major  project  made  possible  by 
Amendment  3. 

$13,178 

$10,527 

$11,352 

Camden 

5 

5P0590B 

4/2006 

Build  bridges  for  new  four-lane  highway  from  1 .7  miles  south  of  Niangua  Arm  to  1 .0 
mile  north  of  Camdenton.  Involves  bridges  LR5-89  interchange. 

$3,773 

$3,300 

$3,187 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Camden 

5 

5P0590C 

4/2006 

Grading  for  4  lane  highway,  outer  roads  and  crossroads  from  1 .7  miles  south  of 
Niangua  Bridge  to  1 .0  mile  north  of  Camdenton. 

$20,465 

$26,976 

$25,697 

Camden 

5 

5P0591 

1/2008 

Grading,  drainage,  and  paving  4  lanes  in  part  and  2  lanes  in  part  from  1  mile  north  of 
Camdenton  city  limits  to  0.2  mile  south  of  new  relocated  Rte.  5  and  Rte.  7  junction. 
Major  project  made  possible  by  Amendment  3. 

$17,213 

$15,405 

$14,828 

Camden 

5 

5P0591C 

4/2006 

Grading  for  4  lanes,  signals,  lighting,  outer  roads,  utilities,  drainage,  and  bridges  from 
1 .0  mile  north  of  Camdenton  city  limits  to  0.2  mile  south  of  new  relocated  Rte.  7 
junction. 

$16,823 

$18,885 

$20,154 

Camden 

5 

5P0592A 

4/2008 

Grading  and  drainage  for  shared  four  lane  pavement  on  relocation  from  1 .1  miles 
south  of  new  Rte.  54  /  Rte.  5  interchange  to  0.8  mile  south  of  Laclede  County  line. 
Relates  to  8P0902  and  5P0592F.  Major  project  made  possible  by  Amendment  3. 

$24,461 

$18,454 

$14,224 

Camden 

5 

5P0913 

5/2009 

Thin  pavement  treatment  from  south  of  the  Niangua  Bridge  to  Rte.  7. 

$1,178 

$1,066 

$0 

Camden 

54 

5P0309A 

9/2007 

Grading,  drainage,  bridges,  retaining  walls,  paving  and  utilities  for  four-lane  Osage 
Beach  expressway  from  Grand  Glaize  bridge  to  west  of  Rte.  42.  Major  project  made 
possible  by  Amendment  3. 

$23,209 

$16,974 

$12,062 

Camden 

54 

5P0347A 

2/2009 

Grading,  bridges,  and  drainage  for  four-lane  pavement  and  interchanges  on  relocation 
from  Grand  Glaize  Bridge  to  Nichols  Road.  Paving  for  outer  and  side  roads,  grading 
and  drainage  from  Rte.  KK  to  1 .3  miles  west  of  Rte.  KK.  Amendment  3  Major  Project. 

$21,876 

$17,925 

$1,866 

Camden 

54 

5P0648A 

9/2007 

Right  of  way  acquisition,  grading,  drainage,  bridges,  and  paving  for  four  lanes  on 
Osage  Beach  Expressway  from  0.6  mile  east  of  Bus.  54  south  junction  to  0.3  west  of 
Rte.  42.  Major  project  made  possible  by  Amendment  3. 

$30,552 

$22,941 

$13,833 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Camden 

54 

5P0648B 

11/2006 

Grading  and  bridge  0.5  mile  west  of  Rte.  42  portion  of  Osage  Beach  Expressway  from 
west  of  Rte.  42  to  Rte.  54  south  junction.  Major  project  made  possible  by  Amendment 
3. 

$8,248 

$8,250 

$9,280 

Camden 

54 

5P0953 

3/2009 

Resurfacing  from  0.6  mile  west  of  the  Niangua  bridge  over  the  Lake  of  the  Ozarks  to 
0.3  mile  east  of  Rte.  73. 

$4,356 

$3,783 

$25 

Cole 

17 

1S3009L 

5/2009 

Thin  lift  overlay  from  Rte.  54  from  Brush  Creek.  "Economic  Recovery  Project* 

$995 

$943 

$38 

Cole 

50 

5P0844 

8/2007 

Grading,  paving,  and  drainage  for  construction  of  interchange  at  City  View  Drive  in 
eastern  Jefferson  City.  This  is  a  cost  share  project. 

$12,427 

$11,558 

$11,857 

Cole 

50 

5P0844B 

8/2007 

Site  grading  associated  with  economic  development  at  City  View  Drive  interchange  in 
eastern  Jefferson  City. 

$5,471 

$5,172 

$5,090 

Cole 

C 

3S2009I 

5/2009 

Pavement  improvements  from  Rte.  AA  to  Rte.  52.  "Economic  Recovery  Project* 

$2,635 

$2,271 

$54 

Cooper 

179 

5B0801C 

1/2009 

Bridge  rehabilitation  on  Rte.  179  over  I-70,  on  Rte.  41  over  I-70  and  Rte.  5  over  I-70. 

$2,549 

$1,186 

$419 

Cooper 

70 

2I2161J 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  from  Rte.  F  near  Oak  Grove  to 
Rte.  K  in  Cooper  County. 

$422 

$426 

$0 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Cooper 

70 

2121 61 K 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  from  Rte.  K  to  Rte.  YY 
(Williamsburg  exit)  in  Callaway  County. 

$422 

$426 

$0 

Cooper 

70 

5121 53J 

4/2008 

On-call  preventive  maintenance  and  pavement  repair  from  Rte.  F  near  Oak  Grove  to 
Rte.  K  in  Cooper  County. 

$381 

$609 

$476 

Cooper 

70 

5121 53K 

4/2008 

On-call  statewide  preventive  maintenance  and  pavement  repair  from  Rte.  K  to  the 
Williamsburg  exit  (Rte.  YY)  in  Callaway  County. 

$331 

$529 

$445 

Cooper 

70 

512154 

3/2009 

Pavement  improvements  on  the  westbound  lanes  from  0.3  mile  east  of  Rte.  B  to  the 
Saline  County  line.  'Economic  Recovery  Project* 

$7,800 

$8,406 

$263 

Cooper 

70 

512166 

5/2009 

Installation  of  guardrail  protection  for  Dynamic  Message  Signs  (DMS)  at  various 
locations  from  Jackson  County  to  Warren  County. 

$179 

$139 

$6 

Cooper 

BB 

5B0801F 

2/2009 

Bridge  rehabilitation  on  Rte.  BB  at  the  Harlan  bridge,  and  Rte  F.  over  Sugar  Creek. 

$1,035 

$517 

$488 

Cooper 

M 

5B0801G 

3/2009 

Bridge  rehabilitation  on  Rte.  M  over  Chouteau  Creek. 

$648 

$390 

$0 

Gasconade 

50 

5P0957 

12/2008 

Resurfacing  from  0.1  mile  west  of  the  Rte.  19  north  junction  to  the  Franklin  County  line. 

$3,363 

$1,880 

$862 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Maries 

28 

1S3009J 

3/2009 

Thin  lift  overlay  from  Rte.  63  to  Dixon.  'Economic  Recovery  Project* 

$954 

$913 

$6 

Miller 

17 

5P0887 

2/2009 

Replace  bridge  over  the  Osage  River  1  mile  east  of  Tuscumbia.  Project  involves 
bridge  J0719.  "Economic  Recovery  Project* 

$10,133 

$10,059 

$3,438 

Miller 

54 

5P0648C 

3/2009 

Right  of  way  acquisition,  grading,  drainage  and  utility  relocation  for  four  lanes  on 
Osage  Beach  Expressway  from  the  Osage  River  Bridge  to  just  east  of  Bus.  54. 

$11,059 

$13,146 

$12,800 

Moniteau 

50 

5P0631A 

7/2008 

Right  of  way  acquisition,  grading,  bridge,  drainage,  and  paving  for  bypass  south  of 
California  from  west  of  California  near  Flag  Springs  Road  to  east  of  California  near 
Rte.  K.  Major  project  made  possible  by  Amendment  3. 

$38,864 

$33,098 

$18,681 

Moniteau 

50 

5P0631F 

7/2008 

Grading  and  drainage  for  widening  a  portion  of  Jacket  Factory  Road  from  new  Rte.  50 
north  approximately  1  mile  to  existing  Rte.  50. 

$443 

$818 

$641 

Moniteau 

50 

5P0632A 

1/2007 

Right  of  way  acquisition,  grading,  drainage,  and  paving  for  four-lane  divided  on 
relocation  from  east  of  California  near  Rte.  K  to  St.  Martins.  Amendment  3  project. 

$46,330 

$40,734 

$41,323 

Moniteau 

87 

1 S3009M 

5/2009 

Thin  lift  overlay  from  Rte.  O  to  Rte.  C.  'Economic  Recovery  Project* 

$623 

$535 

$2 

Pettis 

50 

5P0833 

2/2008 

Geometric  improvements  at  the  Rte.  50  and  Rte.  65  intersection  in  Sedalia. 

$7,379 

$6,060 

$6,085 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Pettis 

50 

5P0869 

3/2009 

Resurface  (asphalt  resurfacing)  westbound  lanes  from  0.1  mile  west  of  Rte.  MM  to 
Johnson  County. 

$3,939 

$3,566 

$81 

Pettis 

50 

5P0919 

3/2009 

Resurface  (asphalt  resurfacing)  eastbound  lanes  from  Johnson  County  to  0.1  mile 
west  of  Rte.  MM. 

$3,974 

$3,713 

$42 

Pettis 

50 

5P0940 

3/2009 

Safety  improvements  at  intersection  with  Rte.  127,  9  miles  west  of  Sedalia. 

$238 

$209 

$180 

Pettis 

65 

5P0890 

7/2008 

Rehabilitate  bridge  over  Rte.  765  in  Sedalia.  Project  involves  bridge  A1040. 

$354 

$294 

$234 

Pettis 

65 

5P0896 

7/2008 

Replace  bridge  deck  over  Union  Pacific  Railroad  in  Sedalia,  0.7  mile  north  of  Rte.  50. 
Project  involves  bridge  A1039. 

$826 

$800 

$676 

Pettis 

H 

5B0801D 

4/2009 

Bridge  rehabilitation  on  Rte.  H  over  Muddy  Creek,  Rte.  E  over  Flat  Creek  and  Basin 
Fork,  and  Rte.  Y  over  Muddy  Creek,  and  Rte.  C  over  Brush  Creek. 

$3,154 

$1,508 

$119 

Various 

Various 

5B0800 

5/2009 

Design-Build  Safe  and  Sound  Project. 

$495,500 

$537,400 

$17,627 

Various 

Various 

5P2145 

0/2007 

3M  tape  installation  at  various  locations  throughout  District  5. 

$188 

$110 

$363 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Franklin 

100 

6P1004 

5/2008 

Widen  from  2  lanes  to  4  lanes  on  same  alignment  from  east  of  South  Point  Road  to  I- 
44.  Major  project  made  possible  by  Amendment  3. 

$43,991 

$34,386 

$23,046 

Franklin 

100 

6P1004C 

12/2006 

Grading,  bypass  paving,  and  construction  of  a  box  culvert  extension  950  ft  east  of 
International  Avenue/Rabbit  Trail  Drive.  Amendment  3  project. 

$50 

$899 

$186 

Franklin 

100 

6P2053 

7/2008 

Improve  signal  interconnects  on  Rte.  100  from  Pottery  Road  to  Washington  Heights  in 
Washington  and  Rte.  47  from  3rd  Street  to  Bieker  Road  in  Washington. 

$694 

$535 

$311 

Franklin 

100 

6S1597 

2/2008 

Replace  bridge  0.5  mile  east  of  Rte.  185  at  Little  Boeuf  Creek. 

$1,804 

$1,567 

$1,681 

Franklin 

100 

6S2122 

2/2008 

Pavement  treatment  from  1  mile  west  of  St.  Louis  County  line  to  Rte.  T. 

$1,548 

$1,350 

$1,384 

Franklin 

185 

6S1850 

3/2007 

Rte.  185  and  Elmont  Road  Crossing  of  I-44  including  associated  outer  road 
improvements  from  1 100'  north  of  I-44  to  1450'  south  of  I-44. 

$13,086 

$17,483 

$18,126 

Franklin 

44 

6I0735D 

6/2009 

Interchange  improvements  and  Osage  Street  capacity  improvements.  Major  project 
made  possible  by  Amendment  3. 

$16,923 

$14,909 

$6,745 

Franklin 

44 

611801 

6/2008 

Widen  bridge  to  accommodate  proposed  future  interchange  modifications  at  Rtes. 
185/D  overl-44. 

$2,331 

$2,936 

$2,442 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Franklin 

44 

611880 

10/2008 

Rehabilitate  eastbound  and  westbound  twin  bridges  and  Rte.  AT  bridge  over  the 
Bourbeuse  River. 

$2,157 

$1,781 

$1,133 

Franklin 

44 

612017 

5/2009 

Improve  roadway  surface  from  west  of  Rte.  30  to  Rte.  50  and  Rte.  O/Pin  Oak  Creek  to 
east  of  Rte.  100. 

$4,267 

$2,723 

$24 

Franklin 

47 

6P2053B 

7/2008 

Improve  signal  interconnects  at  Rte.  47  from  Clearview  to  Rte.  50  in  Union,  Rte.  47 
from  Rte.  30/47  to  I-44  in  St.  Clair,  I-44  at  Rte.  100  in  Washington,  I-44  at  Rte.  100  in 
Gray  Summit,  and  i-44  at  44  BL  in  Pacific. 

$692 

$670 

$269 

Franklin 

47 

6P2091 

5/2009 

Safety  and  capacity  improvements  at  Country  Club  Lane. 

$650 

$585 

$101 

Franklin 

47 

6P2158 

2/2009 

Bridge  rehabilitation  on  the  Missouri  River  Bridge  in  Washington. 

$5,971 

$5,780 

$1 ,696 

Franklin 

50 

6P1948B 

2/2008 

Pavement  treatment  on  Rte.  50  from  east  of  Gerald  to  Rte.  47  South  in  Union  and  Rte. 
47  from  Miller  Drive  to  Commercial  Avenue  in  St.  Clair. 

$3,886 

$2,443 

$2,612 

Franklin 

50 

6P1993 

6/2009 

Construct  turn  lanes  at  the  intersection  of  Denmark  Road/Progress  Parkway. 

$988 

$865 

$30 

Franklin 

50 

6P2053C 

7/2008 

Improve  traffic  flow  and  signal  interconnects  from  Independence  Drive  to  Prairie  Dell 
Road  in  Union. 

$540 

$498 

$272 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Franklin 

50 

6P2075 

6/2009 

Widen  from  two  to  five  lanes  from  Rte.  47  South  to  west  of  Denmark  Road. 

$7,705 

$6,020 

$1,561 

Franklin 

AP 

6L0900F 

4/2009 

Thin  lift  pavement  treatment  from  the  beginning  of  state  maintenance  to  Rte.  NN. 

$65 

$44 

$1 

Franklin 

C 

6B0801L 

6/2009 

Bridge  rehabilitation  on  Rte.  C  over  Boeuf  Creek. 

$983 

$631 

$0 

Franklin 

PP 

6B0801C 

5/2009 

Bridge  rehabilitation  on  Rte.  PP  over  Hoosier  Creek. 

$419 

$258 

$6 

Jefferson 

110 

6S1984 

1/2009 

Resurfacing  and  upgrade  shoulders  from  Rte.  21  to  Rte.  CC  and  add  turn  lanes  at 
Athena  School  Road,  East  Upper  Plattin  Road,  and  Upper  Plattin  Road. 

$3,296 

$2,127 

$1,847 

Jefferson 

21 

6P0876E 

6/2007 

Paving  from  0.3  mile  north  of  Lake  Lorraine  Road  to  Hayden  Road.  Amendment  3 
project. 

$9,408 

$7,493 

$8,064 

Jefferson 

21 

6P1788 

2/2009 

Thin  pavement  treatment  on  3  disconnected  sections  from  south  of  new  Rte.  M  to  Old 
Rte.  M  and  north  of  Lake  Lorraine  to  Rte.  A. 

$1,870 

$850 

$99 

Jefferson 

21 

6P1909 

4/2009 

Resurface  bridge  deck  over  the  Meramec  River. 

$2,379 

$2,207 

$276 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jefferson 

30 

6B0801D 

11/2008 

Bridge  rehabilitation  on  Rte.  30  over  Dulin  Creek. 

$767 

$471 

$463 

Jefferson 

30 

6P1803 

2/2008 

Add  left-turn  lanes  for  eastbound  and  westbound  Rte.  30,  extend  box  culvert,  upgrade 
signals,  signing,  and  lighting  at  Little  Brennan  Road. 

$2,226 

$1,441 

$1,415 

Jefferson 

30 

6S1962 

1/2009 

Resurfacing  cold-in-place  from  the  Franklin  Co.  line  to  the  four-lane  section  west  of 
Rte.  B,  add  left  turn  lane  at  Rte.  Y  and  add  centerline  and  edgeline  rumble  strips  from 
the  Jefferson  Co.  line  to  Rte.  K  in  Franklin  Co. 

$4,621 

$3,512 

$428 

Jefferson 

30 

6S2184 

4/2009 

Signal  and  lighting  improvements  at  Delores  Road. 

$317 

$257 

$43 

Jefferson 

30 

6S2248 

6/2009 

Signal  improvements  and  construct  southbound  right  turn  lane  at  Rte.  PP  intersection. 

$321 

$259 

$68 

Jefferson 

55 

6B0801B 

11/2008 

Bridge  rehabilitation  on  I-55  over  Rte.  61  and  Isle  Dubois  Creek. 

$2,199 

$1,150 

$997 

Jefferson 

55 

611416 

11/2008 

Construct  half  diamond  interchange  at  Rte.  TT.  MoDOT  Economic  Development/Cost 
Share  project  with  the  Holcim  Plant  in  Ste.  Genevieve  County.  Project  involves  bridge 
A1990. 

$4,727 

$3,414 

$3,260 

Jefferson 

55 

611923 

10/2008 

Structural  steel  painting  under  all  expansion  device  locations,  seal  abutment  on  beam 
cap  and  vertical  face  of  back  wall  on  both  northbound  and  southbound  bridges  over 
the  Meramec  River. 

$630 

$584 

$577 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jefferson 

55 

612016 

6/2009 

Ultra-thin  bonded  asphalt  wearing  surface  (UBAWS)  overlay  from  Rte.  Z  to  the  Ste. 
Genevieve  County  line. 

$4,950 

$4,444 

$29 

Jefferson 

61 

6S1961 

11/2008 

Resurfacing,  roadway  improvements  and  rehabilitate  2  bridges  from  I-55  at  Airport 
Road  to  Rte.  OO  in  Ste.  Genevieve  County. 

$8,926 

$7,035 

$510 

Jefferson 

61 

6S2064 

10/2007 

Signal  interconnects  at  Rte.  61/67  from  north  of  Meramec  River  to  Rte.  231 ,  I-55  at 
Richardson  Road  interchange,  I-55  at  Imperial  Main  interchange,  and  I-55  from  Rte. 
61/67  to  Windsor  Harbor. 

$1,164 

$906 

$966 

Jefferson 

61 

6S2197 

11/2008 

Signal  improvements  at  Rte.  231. 

$244 

$253 

$265 

Jefferson 

67 

6S2202 

6/2008 

Add  guardrail,  eliminate  crossovers  and  turn  lane  improvements  from  Rte.  61  to  the 
St.  Francois  County  line. 

$1,099 

$1,041 

$848 

Jefferson 

BB 

6L0900E 

4/2009 

Thin  lift  pavement  treatment  from  Old  Rte.  21  to  Rte.  30. 

$785 

$513 

$356 

Jefferson 

MM 

6S2027 

2/2009 

Improve  vertical/horizontal  alignments  and  add  shoulders/turn  lanes  from  500'  e/o 
Geerdes  to  w/o  Miller  Rd.  and  e/o  Sycamore  Springs  Rd.  to  w/o  Buckeye  Valley  Rd. 

$19,375 

$9,970 

$5,058 

Jefferson 

N 

6S1981 

1/2009 

Resurface  from  Rte.  21  to  Thomas  St.  and  full  depth  pavement  replacement  from 
Thomas  St.  to  Donnelly  St. 

$785 

$638 

$600 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jefferson 

NN 

6L0900B 

4/2009 

Thin  asphalt  overlay  from  Rte.  30  to  Rte.  O. 

$860 

$560 

$37 

Jefferson 

Old  Hwy 
21 

6P2112 

2/2009 

Replace  bridge  deck  over  Sandy  Creek. 

$673 

$542 

$263 

Jefferson 

Ols  Hwy. 
21 

6P0876I 

6/2007 

Grading,  drainage,  and  4  new  bridges  from  0.3  mile  north  of  Lake  Lorraine  Road  to 
Hayden  Road.  Amendment  3  project. 

$29,428 

$22,891 

$21 ,269 

St.  Charles 

40 

6P0672C 

5/2007 

Interchange,  new  pavement,  grading,  drainage,  and  bridges  from  I-70  to  0.2  mile  west 
of  Lake  St.  Louis  Blvd.  Major  project  made  possible  by  Amendment  3. 

$35,816 

$36,156 

$32,982 

St.  Charles 

61 

6P1527 

1/2009 

Resurface  outer  roads,  commuter  parking  lot  improvements,  intersection  lighting,  and 
turn  lanes  at  Rte.  P. 

$1,303 

$581 

$508 

St.  Charles 

70 

611735 

6/2005 

Install  Intelligent  Transportation  Systems  (ITS)  Devices  from  I-270  in  St.  Louis  County 
to  Rte.T  in  St.  Charles  County. 

$7,096 

$4,844 

$5,973 

St.  Charles 

70 

611863 

1/2009 

Resurface  from  east  of  Lake  St.  Louis  Blvd.  to  Rte.  K. 

$2,698 

$1,786 

$300 

St.  Charles 

70 

611982 

6/2009 

Resurfacing  on  the  north  and  south  outer  roads  from  Rte.  K  to  Rte.  79. 

$1 ,345 

$1,135 

$19 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

St.  Charles 

70 

6I2059 

10/2008 

Provide  signal  networking  from  Rte.  40/61  to  5th  Street. 

$1 ,425 

$686 

$246 

St.  Charles 

94 

6S1529 

2/2009 

Resurface  and  widening  for  3  lanes  from  north  of  Rte.  370  to  Rte.  B. 

$1,551 

$1,077 

$758 

St.  Charles 

94 

6S1529B 

6/2009 

Resurface  from  Clark  Street  to  south  of  Rte.  370. 

$749 

$644 

$5 

St.  Charles 

94 

6S1946 

6/2009 

Rehabilitate  bridge  over  Femme  Osage  Creek. 

$624 

$495 

$51 

St.  Charles 

94 

6S1955 

4/2009 

Pavement  overlay  and  add  shoulders  from  Rte.  H/J  intersection  to  Rte.  67. 

$2,942 

$1,607 

$38 

St.  Charles 

94 

6U1028E 

7/2007 

Grading,  drainage,  paving,  one-way  outer  roads,  bridges,  retaining  walls,  signing, 
signals,  and  lighting,  0.5  mile  west  of  Harvester  Drive  to  0.4  mile  east  of  Harvester 
Drive.  Major  project  made  possible  by  Amendment  3. 

$38,471 

$24,895 

$19,766 

St.  Charles 

A 

6S1942 

6/2009 

Bridge  rehabilitation  and  pavement  improvements  from  Rte.  61  to  I-70. 

$3,123 

$2,619 

$76 

St.  Charles 

C 

6L0700C 

6/2009 

Thin  lift  asphalt  overlay  from  Mid  Rivers  Mall  Drive  to  end  of  state  maintenance. 

$678 

$538 

$7 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

St.  Charles 

D 

6S2119 

6/2008 

Widen  shoulders  from  1 .2  miles  west  of  Callaway  Fork  Road  to  Callaway  Fork  Road. 

$593 

$505 

$137 

St.  Louis 

100 

6S1990B 

11/2006 

Signal  upgrades  on  Rte.  100  from  Big  Bend  Road  to  McKnight  Road  and  on  Rte.  67 
from  Rte.  D  to  Rte.  100. 

$1,092 

$900 

$1,102 

St.  Louis 

109 

6S2173 

7/2008 

Replace  span-wire  signal  with  mast  arm  system  at  Augustine  Road. 

$294 

$354 

$341 

St.  Louis 

141 

6P2149 

2/2009 

Bridge  improvements  at  Meramec  Station  Road  over  Grand  Glaize  Creek. 

$303 

$301 

$324 

St.  Louis 

141 

6P2254 

6/2009 

Add  right  turn  lane  at  Centurion. 

$70 

$66 

$26 

St.  Louis 

170 

611 081 B 

6/2006 

Grading,  replace  pavement,  bridges,  signals,  lighting,  and  replace  Olive  Road 
interchange  from  north  of  Olive  Road  to  north  of  Delmar  Boulevard. 

$27,940 

$34,654 

$35,004 

St.  Louis 

170 

6Q1833 

6/2008 

Install  ITS  devices  from  I-270  to  I-64. 

$6,968 

$5,172 

$6,022 

St.  Louis 

180 

6S2188 

6/2009 

Provide  pedestrian  accommodations  at  Lackland  Road  and  Hanley  Road  and  at  Rte. 
D  and  Ashby  Road. 

$456 

$487 

$81 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

St.  Louis 

21 

6S2063 

10/2007 

Signal  interconnects  at  Rte.  21  from  Rte.  30  to  Rte.  61  and  Rte.  30  from  St.  Louis  City 
to  I-270. 

$1,142 

$883 

$958 

St.  Louis 

231 

611687 

4/2007 

Replace  two  bridges  with  one  bridge,  addition  of  northeast  loop  ramp,  and 
modifications  to  southeast  and  southwest  ramps  over  I-255. 

$8,009 

$8,681 

$9,276 

St.  Louis 

231 

6S2063B 

10/2007 

Signal  interconnects  at  Rte.  231  from  north  of  I-255  to  Hoffmeister,  Rte.  267  from  Rte. 
61  to  Military  Road  and  Rte.  366  from  Rte.  P  to  Rte.  30. 

$1,019 

$784 

$799 

St.  Louis 

231 

6S2153 

6/2009 

Ultra-thin  bonded  asphalt  wearing  surface  from  Christopher  Road  to  the  Meramec 
River. 

$964 

$875 

$29 

St.  Louis 

255 

611960 

4/2009 

Resurfacing  and  roadway  improvements  from  Rte.  61/67  to  Koch  Road. 

$2,066 

$1 ,524 

$59 

St.  Louis 

30 

6S1784 

10/2008 

Replace  bridge  over  Gravois  Creek  and  add  outside  lane  and  shoulder  from  west  of 
Gravois  Creek  to  east  of  Gravois  Creek. 

$3,094 

$2,890 

$3,068 

St.  Louis 

340 

6S1990 

11/2006 

Signal  upgrades  from  I-270  to  1-170. 

$792 

$835 

$944 

St.  Louis 

364 

6U0803N 

11/2001 

Paving,  signals,  signing,  and  lighting  along  the  Page  Avenue  extension  from  Missouri 
River  to  east  of  Amiot  Drive  in  St.  Louis  area. 

$22,693 

$21,074 

$20,823 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

St.  Louis 

40 

6P2147 

5/2009 

Construct  westbound  exit  ramp  and  eastbound  entrance  ramp  at  the  Spirit  of  St.  Louis 
Boulevard. 

$2,260 

$1 ,844 

$231 

St.  Louis 

44 

611796 

7/2006 

Replace  existing  lighting  facilities  and  install  high  mast  lighting  from  Elm  Avenue  to 
north  of  I-55. 

$918 

$2,109 

$2,107 

St.  Louis 

44 

611881 

3/2009 

Rehabilitate  westbound  bridges  over  the  Meramec  River  west  of  Lewis  Road. 

$2,823 

$2,631 

$299 

St.  Louis 

44 

611979 

3/2009 

Replace  bridge  deck  at  Lewis  Road  interchange. 

$1,278 

$1,246 

$283 

St.  Louis 

44 

6I2078 

4/2009 

Pavement  treatment  on  north  outer  road  from  Rte.  141  to  end  of  state  maintenance 
and  south  outer  road  from  Rte.  141  to  Rudder  Road. 

$1,192 

$1,060 

$933 

St.  Louis 

44 

612107 

7/2007 

Restripe  existing  roadway  to  provide  five  lanes  in  each  direction  from  I-270  to  Grand 
Avenue. 

$2,940 

$3,028 

$3,272 

St.  Louis 

44 

612123 

6/2009 

Asphalt  shoulder  repair  from  I-270  to  Rte.  1 09. 

$455 

$307 

$11 

St.  Louis 

44 

6I2208 

6/2008 

Pavement  treatment  from  Williams  Road  to  I-270. 

$1,685 

$2,098 

$1,797 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

St.  Louis 

55 

611 541 B 

6/2009 

Replace  3  bridges  and  rehabilitate  3  bridges,  resurface  ramps,  upgrade  signals, 
lighting,  fencing,  signing,  and  sidewalks  from  Rte.  61/67  (Lindbergh  Blvd.)  to  4500 
Broadway. 

$11,871 

$8,375 

$1,086 

St.  Louis 

55 

6I2056 

3/2008 

Add  shared  left/right  lane  to  existing  dedicated  left-turn  lane.  The  existing  right-turn 
lane  will  become  a  dedicated  right-turn  lane  at  Reavis  Barracks  Road  interchange. 

$630 

$457 

$606 

St.  Louis 

64 

6I0978 

12/2006 

Design/Build  project.  15  interchanges,  41  bridges,  bike/ped  on  cross  St.,  ITS,  urban 
design,  soundwalls,  retaining  walls,  and  arterial  route  improvements  from  west  of 
Spoede  to  west  of  Sarah.  Project  costs  for  the  Design/Build  project  total  $535  million. 

$548,694 

$529,867 

$441,294 

St.  Louis 

67 

6P1538 

5/2006 

Rehabilitate  Missouri  River  Bridge  at  the  St.  Louis/St.  Charles  County  line. 
Amendment  3  project. 

$7,622 

$4,187 

$4,475 

St.  Louis 

67 

6P1828 

6/2008 

Add  turn  lanes  and  improve  access  control  at  Patterson  Road  and  Lindsay  Lane 
intersections. 

$746 

$886 

$836 

St.  Louis 

67 

6P1829 

6/2008 

Pavement  treatment  from  I-270  to  Rte.  AC. 

$9,245 

$7,428 

$6,167 

St.  Louis 

67 

6Q2037G 

6/2008 

Provide  signal  network  system  and  connect  to  the  Transportation  Management  Center 
from  I-270  to  Rte.  AC. 

$1,131 

$1,108 

$909 

St.  Louis 

67 

6S2060 

6/2008 

Upgrade  the  signal  system  from  Whitehall  Manor  to  Rte.  100. 

$896 

$616 

$711 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

St.  Louis 

67 

6S2109 

6/2008 

Replace  signal  facilities  at  White  Hall  Manor  Drive. 

$295 

$259 

$224 

St.  Louis 

67 

6S2133 

5/2009 

Construct  sidewalk  ramps  from  Old  St.  Charles  Road  to  Rte.  100. 

$2,872 

$1,545 

$243 

St.  Louis 

70 

611956 

5/2009 

Pavement  repair  and  resurface  shoulders  at  Earth  City  Expressway  ramps  and 
mainline. 

$567 

$463 

$34 

St.  Louis 

70 

612001 

5/2009 

Install  mast  lighting  facilities  at  the  1-170  interchange. 

$1,519 

$1,133 

$137 

St.  Louis 

70 

612106 

7/2007 

Restripe  existing  roadway  to  provide  four  lanes  each  direction  from  I-270  to  1-170. 

$3,761 

$2,464 

$2,022 

St.  Louis 

AC 

6S2174 

6/2008 

Replace  span-wire  signal  with  mast  arm  system  at  I-270. 

$430 

$464 

$502 

St.  Louis 

D 

6S1990C 

11/2006 

Signal  upgrades  on  Rte.  D  from  I-270  to  1-170  and  1-170  from  Rte.  D  to  Ladue  Road. 

$716 

$572 

$757 

St.  Louis 

D 

6S2169 

2/2009 

Bridge  rehabilitation  at  Westport  Plaza  Drive  overpass. 

$632 

$408 

$410 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

St.  Louis 

Rudder 
Rd. 

611959 

4/2009 

Pavement  treatment  and  shoulders  from  the  Rudder  Rd.  and  I-44  exit  ramp  to  the 
Meramec  River  in  Fenton  and  Yarnell  Road  under  I-44. 

$592 

$437 

$317 

St.  Louis 

Various 

611935 

9/2006 

Install  33  closed  loop  signal  connections  at  various  locations  within  St.  Louis  County 
and  St.  Charles  County. 

$837 

$991 

$1,064 

St.  Louis  City 

30 

600026 

11/2008 

Reconstruct  signal  at  Loughborough  Avenue. 

$256 

$278 

$139 

St.  Louis  City 

30 

600027 

11/2008 

Reconstruct  signal  at  Grand  Avenue. 

$339 

$364 

$187 

St.  Louis  City 

30 

600028 

11/2008 

Reconstruct  signal  at  Jefferson  Avenue. 

$383 

$461 

$383 

St.  Louis  City 

44 

611989 

3/2008 

Replace  retaining  wall  to  improve  sight  distance  on  Hampton  Avenue  under  the  bridge 
at  I-44. 

$560 

$490 

$541 

St.  Louis  City 

44 

6I2055 

3/2008 

Improve  interchange  at  Hampton  Avenue  between  the  I-44  on  and  off-ramps 
intersections. 

$3,748 

$1,505 

$1,585 

St.  Louis  City 

44 

6I2247 

6/2009 

Add  left  turn  lane  from  Southwest  Avenue  to  eastbound  I-44  on  ramp. 

$230 

$151 

$18 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

St.  Louis  City 

55 

611838 

7/2007 

Install  ITS  devices  on  I-55  from  I-70  to  Rte.  M  and  I-64  from  1-170  to  Sara  Street. 

$7,630 

$6,089 

$7,122 

St.  Louis  City 

55 

611890 

3/2009 

Rehabilitate  bridge  decks  and  install  fencing  and  lighting  to  bridges  at  12th,  Gravois, 
Sidney,  Petalozzi,  Arsenal  and  Utah  Streets. 

$5,207 

$2,357 

$555 

St.  Louis  City 

55 

611894 

3/2009 

Rehabilitate  bridge  at  Lafayette  Avenue  over  I-55. 

$1,235 

$791 

$374 

St.  Louis  City 

64 

611708 

6/2009 

Coldmill  and  resurface,  guardrail,  barrier  and  signing  upgrades  from  Taylor  to 
Vandeventer. 

$4,567 

$3,494 

$143 

St.  Louis  City 

70 

611581 

12/2002 

Enhancements  to  I-70;  landscaping  and  retaining  walls  in  the  city  of  St  Louis, 
Goodfellow  to  the  Poplar  Street  Bridge. 

$6,038 

$4,919 

$5,318 

St.  Louis  City 

70 

6I2058 

10/2008 

Add  new  signals  at  Grand  Avenue  and  Broadway  Street. 

$924 

$1,058 

$989 

St.  Louis  City 

70 

612157 

6/2009 

Bridge  improvements  from  Biddle  Street  to  Washington  Street  (Broadway-Cole  Street 
Viaduct  in  front  of  Edward  Jones  Dome). 

$2,402 

$2,219 

$27 

St.  Louis  City 

70 

612189 

6/2009 

Replace  bridges  over  I-70  at  Madison  and  St.  Louis  Avenue. 

$7,712 

$4,881 

$3 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

St.  Louis  City 

70 

6U1101 

12/1998 

Rehabilitate  the  Eads  Bridge  over  the  Mississippi  River  in  St.  Louis. 

$18,201 

$23,238 

$0 

Various 

Various 

2I2161M 

4/2009 

On-call  interstate  concrete  pavement  repair  at  various  locations  in  St.  Louis  Metro. 

$422 

$426 

$88 

Various 

Various 

2121 61 N 

4/2009 

On-call  interstate  asphalt  pavement  repair  contract  at  various  locations  in  Franklin  and 
Jefferson  counties. 

$422 

$426 

$47 

Various 

Various 

2121610 

4/2009 

On-call  interstate  asphalt  pavement  repair  contract  at  various  locations  in  St.  Charles 
and  St.  Louis  counties  and  St.  Louis  City. 

$422 

$426 

$0 

Various 

Various 

5I2153M 

4/2008 

On-call  interstate  concrete  pavement  repair  at  various  locations  in  St.  Louis  Metro. 

$811 

$663 

$1,013 

Various 

Various 

5121 53N 

4/2008 

On-call  interstate  asphalt  pavement  repair  contract  at  various  locations  in  Franklin  and 
Jefferson  Counties. 

$664 

$543 

$1,403 

Various 

Various 

5121530 

4/2008 

On-call  interstate  asphalt  pavement  repair  contract  at  various  locations  in  St.  Charles 
and  St  Louis  Counties  and  St.  Louis  City. 

$663 

$542 

$0 

Various 

Various 

612170 

3/2009 

Bridge  maintenance  at  various  locations  in  St.  Louis  County,  St.  Louis  City  and 
Jefferson  County. 

$1,180 

$990 

$191 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Various 

Various 

6P2145 

0/2007 

3M  tape  installation  at  various  locations  throughout  District  6. 

$666 

$504 

$632 

Various 

Various 

6S2065 

10/2008 

Signal  improvements  on  various  routes  and  locations. 

$2,883 

$1,225 

$531 

Barry 

60 

7P0769 

1/2008 

Reimbursement  of  $4.65  million  in  SFY  201 1  to  the  City  of  Monett  for  previously 
awarded  cost-share  project. 

$9,306 

$6,564 

$1,334 

Barry 

60 

7P0824B 

2/2009 

Construct  alternating/intermittent  passing  lanes  from  0.6  mile  east  of  Bus.  60  West  in 
Monett  to  0.3  mile  east  of  Rte.  14.  "Economic  Recovery  Project* 

$3,656 

$2,015 

$634 

Barry 

60 

7P0869 

2/2009 

Construct  alternating/intermittent  passing  lanes  from  east  of  Chapell  Drive  in  Monett  to 
Kansas  Avenue  in  Republic.  'Economic  Recovery  Project* 

$19,172 

$7,796 

$2,043 

Barry 

86 

3S2009N 

3/2009 

Pavement,  shoulder  improvements  and  rumble  stripes  from  Rte.  F  to  2.9  miles  east  of 
Rte.  H.  'Economic  Recovery  Project* 

$1,530 

$1,046 

$1 

Barry 

Various 

702146 

1/2008 

Grading,  drainage,  and  paving  for  frontage  and  backage  roads. 

$1,207 

$911 

$0 

Barton 

160 

7P0844 

12/2008 

Resurface  from  Rte.  71  to  0.2  mile  east  of  Rte.  E. 

$1,187 

$546 

$504 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Barton 

71 

7P0589 

5/2009 

Convert  at-grade  intersection  at  Rte.  126  to  an  interchange  as  part  of  the  upgrade  to  I- 
49.  "Economic  Recovery  Project* 

$6,740 

$5,159 

$195 

Barton 

71 

7P0797C 

5/2009 

Convert  at-grade  intersections  at  Rtes.  DD  and  EE  interchanges  as  part  of  the 
upgrade  to  I-49.  'Economic  Recovery  Project* 

$6,490 

$4,218 

$184 

Barton 

71 

7P0797D 

5/2009 

Convert  at-grade  intersections  at  Rtes.  V  and  C  to  interchanges  as  part  of  the  upgrade 
to  I-49.  'Economic  Recovery  Project* 

$5,706 

$4,286 

$236 

Bates 

52 

1S3009O 

5/2009 

Thin  lift  overlay  from  Rte.  BB  to  1.6  miles  east  of  Rte.  W.  "Economic  Recovery  Project* 

$293 

$234 

$1 

Bates 

71 

7P0590 

5/2009 

Convert  at-grade  intersection  at  Rte.  52  (south)  to  interchange  as  part  of  the  upgrade 
to  I-49.  "Economic  Recovery  Project* 

$7,868 

$6,035 

$432 

Bates 

71 

7P0860 

12/2008 

Resurface  from  Rtes.  A  and  B  in  Cass  County  to  Rtes.  A  and  B  in  Bates  County. 

$7,923 

$10,199 

$50 

Bates 

71 

7P2165 

4/2009 

Resurface  disconnected  sections  of  northbound  lanes  from  Rte.  18  to  Rtes.  A/B. 

$3,721 

$3,261 

$4 

Bates 

D 

7B0801B 

1/2009 

Bridge  rehabilitation  on  Rte.  D  over  Stewart  Creek  and  Ladies  Bridge  on  Rte.  M. 

$809 

$601 

$388 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 

9/29/2009  MODOT 


Page  57  of  89 


Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Cedar 

32 

7P0591 

10/2008 

Roadway  improvements  on  disconnected  sections  from  0.8  mile  east  of  Rte.  A  to  Rte. 
RA. 

$3,431 

$2,910 

$1,727 

Cedar 

54 

7P0855 

12/2008 

Resurface  from  0.1  mile  east  of  Rte.  32  in  Cedar  County  to  0.3  mile  east  of  Rte.  MM  in 
St.  Clair  County. 

$3,609 

$3,118 

$2,848 

Dade 

N 

7B0801E 

5/2009 

Bridge  rehabilitation  on  Rte.  N  over  Muddy  Creek  and  Rte  O  in  Jasper  County  on  Buck 
bridge. 

$1 ,364 

$723 

$3 

Dade 

Z 

7B0801D 

2/2009 

Bridge  rehabilitation  on  Rte.  Z  over  Limestone  Creek  and  Glass  Hollow  bridge  and 
Rte.  B  at  Campbell  bridge. 

$1,848 

$1,196 

$735 

Jasper 

43 

7S0857 

12/2008 

Resurface  from  north  of  Rte.  171  to  0.1  mile  south  of  Murphy  Blvd.  in  Joplin. 

$881 

$896 

$737 

Jasper 

F 

7S0719 

11/2008 

Replace  bridge  over  Cave  Spring  Branch  3.6  miles  east  of  Rte.  37. 

$632 

$585 

$347 

Jasper 

FF 

7S0770 

3/2009 

Intersection  improvements  at  Main  Street  in  Joplin. 

$7,021 

$3,830 

$2,663 

Jasper 

FF 

7S2161 

6/2009 

Construct  turn  lanes  and  improved  geometries  at  the  intersection  of  Rte.  FF  and 
Prigmor  Avenue  and  widen  Rte.  FF  to  include  a  center  two-way  left-turn  lane  from  US 
71  to  Prigmor  Avenue.  "Economic  Recovery  Project* 

$2,285 

$2,016 

$73 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Jasper 

FF 

7U0605B 

6/2009 

Construct  turn  lanes  and  improved  geometries  at  the  intersection  of  Rte.  FF  and 
Prigmor  Avenue  and  widen  Rte.  FF  to  include  a  center  two-way  left-turn  lane  from  US 
71  to  Prigmor  Avenue.  "Economic  Recovery  Project* 

$2,235 

$1,509 

$355 

Jasper 

JJ 

1S3009V 

3/2009 

Thin  lift  overlay  from  Rte.  Z  to  Rte.  P.  "Economic  Recovery  Project* 

$332 

$198 

$178 

Jasper 

P 

1S3009U 

3/2009 

Thin  lift  overlay  from  Rte.  J  to  Rte.  66.  'Economic  Recovery  Project* 

$271 

$248 

$221 

Jasper 

Z 

7S0883C 

12/2008 

Resurface  from  Rte.  YY  to  Rte.  171  in  Carl  Junction. 

$152 

$222 

$186 

Lawrence 

39 

1S3009R 

3/2009 

Thin  lift  overlay  from  Rte.  60  to  1 .5  miles  north  of  Rte.  248.  "Economic  Recovery 
Project* 

$752 

$548 

$0 

Lawrence 

39 

7P0852 

5/2009 

Intersection  improvements  at  Prospect  Street  in  Aurora. 

$357 

$287 

$61 

Lawrence 

44 

7I0599 

9/2008 

Replace  interchange  at  Rte.  39  in  Mount  Vernon. 

$15,326 

$10,554 

$6,129 

Lawrence 

44 

7I0872 

12/2008 

Resurface  from  0.5  mile  east  of  Rte.  39  to  1 .6  miles  east  of  Rte.  96. 

$9,428 

$6,746 

$415 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Lawrence 

44 

7I0884 

12/2008 

Resurface  from  Rte.  H  to  0.1  mile  east  of  East  Avenue  in  Mt.  Vernon. 

$721 

$620 

$126 

Newton 

43 

7S2148 

3/2009 

Intersection  improvements  at  Douglas  Fir  Road. 

$589 

$314 

$59 

Newton 

44 

2121 61 Q 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  from  the  Oklahoma  state  line  to 
Greene  County. 

$422 

$426 

$0 

Newton 

44 

5121 53Q 

4/2008 

On  call  asphalt  patching  contract  in  Jasper,  Newton,  and  Lawrence  Counties  from 
Oklahoma  state  line  to  Greene  County  line. 

$397 

$667 

$277 

Newton 

59 

7S0883B 

12/2008 

Resurface  from  Bus.  71 /Rte.  AA  in  Newton  County  to  the  Arkansas  state  line. 

$1 ,246 

$1,227 

$930 

Newton 

60 

7P0828 

12/2008 

Resurface  from  the  Oklahoma  state  line  to  0.1  mile  east  of  Rte.  71 . 

$2,132 

$1,897 

$776 

Newton 

60 

7P0849 

3/2009 

Construct  new  intersection  at  Howard  Bush  Drive  1  mile  east  of  Bus.  71  in  Neosho. 

$528 

$429 

$123 

Newton 

60 

7S0856 

12/2008 

Resurface  disconnected  sections  from  Bus.  71  to  Hickory  Creek  in  Neosho. 

$601 

$661 

$195 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 

9/29/2009  MODOT 


Page  60  of  89 


Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Newton 

86 

3S2009M 

3/2009 

Pavement,  shoulder  improvements  and  rumble  stripes  from  Rte.  P  to  0.2  mile  west  of 
Rte.  71 .  "Economic  Recovery  Project* 

$1,225 

$932 

$10 

Newton 

Various 

702164 

3/2009 

Construct  connections  to  new  Rte.  60  intersection  on  High  Street  and  Howard  Bush 
Drive  in  Neosho. 

$170 

$209 

$16 

Newton 

W 

7B0801C 

1/2009 

Bridge  rehabilitation  on  Rte.  W  over  Shoal  Creek  and  Rte.  O  over  Turnback  Creek. 

$1,156 

$720 

$357 

St.  Clair 

52 

1S3009P 

5/2009 

Thin  lift  overlay  from  1 .0  mile  west  of  Rte.  P  to  1 .8  miles  east  of  Rte.  A.  "Economic 
Recovery  Project* 

$256 

$212 

$1 

Various 

Various 

7P0822 

7/2006 

On-call  guard  rail  and  guard  cable  repair  at  various  locations  on  various  routes  in  the 
Southwest  Missouri  area. 

$735 

$579 

$796 

Various 

Various 

7P2145 

0/2007 

3M  tape  installation  at  various  locations  throughout  District  7. 

$462 

$433 

$590 

Vernon 

54 

7P2159 

5/2009 

Signal  improvement  at  Bus.  71  (east)  in  Nevada. 

$222 

$126 

$24 

Vernon 

BB 

1S3009T 

3/2009 

Thin  lift  overlay  from  Rte.  54  to  Rte.  F.  'Economic  Recovery  Project* 

$384 

$310 

$277 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Vernon 

K 

1S3009Q 

3/2009 

Thin  lift  overlay  from  Bus.  71  to  County  Road  507.  'Economic  Recovery  Project* 

$165 

$138 

$119 

Vernon 

W 

1S3009S 

3/2009 

Thin  lift  overlay  from  Rte.  54  to  .9  mile  north  of  Highland.  'Economic  Recovery 
Project* 

$138 

$150 

$114 

Vernon 

WW 

7B0801F 

5/2009 

Bridge  rehabilitation  on  Rte  WW  over  Townsend  Slough  bridge. 

$549 

$295 

$22 

Christian 

14 

8P0588F 

6/2008 

Improve  interchange  capacity  at  Rte.  65  in  Ozark. 

$6,976 

$7,926 

$5,969 

Christian 

14 

8P2189 

3/2009 

SFY  2009  installation  of  guardrail  and  replacement  of  nonstandard  guardrail  at  bridge 
J0450  over  Spring  Branch  east  of  Nixa. 

$60 

$44 

$2 

Christian 

160 

8P0886E 

5/2009 

Resurface,  diamond  grind  pavement  and  seal  shoulders  from  Rte.  EE  to  Rte.  176. 

$1,244 

$745 

$19 

Dallas 

65 

8P0591 

12/2007 

Grading,  paving,  bridges,  and  upgrade  to  expressway  from  0.2  mile  north  of  Rte.  EE  to 
Rte.  125.  Major  project  made  possible  by  Amendment  3. 

$32,431 

$22,098 

$18,545 

Dallas 

65 

8P0833 

7/2008 

Construct  four-lane  roadway  to  improve  congestion  and  safety  from  south  of  Truman 
Road  in  Buffalo  to  Rte.  EE  near  Foose. 

$18,385 

$15,849 

$5,200 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Dallas 

65 

8P0844 

12/2007 

Improve  pavement  on  existing  two  lanes  (future  northbound  lanes)  from  0.2  mile  north 
of  Rte.  AA  in  Dallas  County  to  Rte.  125  in  Greene  County. 

$258 

$218 

$19 

Dallas 

73 

8L0800B 

3/2009 

Thin  pavement  treatment  from  Grant  St.  to  Rte.  32  in  Buffalo. 

$142 

$100 

$5 

Dallas 

73 

8S0853 

3/2009 

Construct  new  two-lane  roadway  for  Rte.  73  relocation  from  2.0  miles  north  of  Rte.  32 
in  Buffalo  to  Rte.  65. 

$1,560 

$1,117 

$227 

Greene 

13 

8P0596 

6/2008 

Relocate  northbound  lanes  from  Pinewood  Drive  north  of  Rte.  WW  to  FR  6  connector 
just  south  of  Polk  County  line. 

$12,908 

$8,798 

$7,277 

Greene 

13 

8P0841 

12/2008 

Construct  Diverging  Diamond  Interchange  improvements  at  I-44  and  Kansas 
Expressway  in  Springfield. 

$4,662 

$3,718 

$2,635 

Greene 

160 

8P2194 

6/2009 

Geometric  improvements  and  signal  at  Jackson  Street  in  Willard. 

$452 

$382 

$0 

Greene 

160 

8U0535 

12/2005 

Widen  to  4  lanes  with  designated  left  turn  lanes,  remove  two  railroad  bridges,  access 
management  from  Kearney  Street  to  Chestnut  Expressway  in  Springfield. 

$1 1 ,923 

$17,304 

$18,632 

Greene 

266 

1S4009B 

5/2009 

Thin  lift  overlay  from  Rte.  AB  to  Farm  Road  107.  'Economic  Recovery  Project* 

$129 

$100 

$2 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Greene 

266 

8S0851 

12/2007 

Improve  capacity  on  Chestnut  Expressway  at  the  I-44  interchange  and  between  I-44 
and  Farm  Road  107. 

$1 1 ,798 

$7,514 

$7,639 

Greene 

44 

212161 Y 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  in  Greene  County. 

$152 

$153 

$0 

Greene 

44 

8I0904 

2/2009 

Resurface  eastbound  lanes  from  Strafford  to  Greene/Webster  County  line. 

$526 

$230 

$6 

Greene 

60 

8P0683C 

3/2009 

Construct  flyover  ramps,  bridges  over  the  BNSF  railway  at  the  Rte.  60  (James  River 
Freeway)  and  Rte.  65  interchange.  Major  project  made  possible  by  Amendment  3. 

$55,124 

$51,871 

$5,436 

Greene 

60 

8P0692C 

9/2007 

Roadway  improvements  at  the  James  River  Freeway/Glenstone  Avenue  interchange 
in  Springfield. 

$6,575 

$5,757 

$6,203 

Greene 

60 

8P0898 

3/2009 

Rebuild  WB  bridge  L51 42  bridge  deck  and  widen  EB  bridge  A1 21 8  over  the  James 
River/Lake  Springfield. 

$1 1 ,788 

$8,348 

$349 

Greene 

65 

8P0570 

4/2007 

Grading,  paving  and  bridges  to  upgrade  to  expressway  from  Rte.  125  to  Valley  Water 
Mill  Road.  Amendment  3  project. 

$27,579 

$18,733 

$18,474 

Greene 

65 

8P0789 

2/2008 

Add  dual  left-turn  lanes,  improve  right-turn  lane  capacity  at  the  Primrose  Street 
intersection  with  Glenstone  Avenue  in  Springfield. 

$3,752 

$1,217 

$1,334 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Greene 

65 

8P0832 

4/2007 

Diamond  grind  and  pavement  repair  on  existing  two  lanes  (future  northbound)  to 
provide  smoother  pavement  from  Rte.  125  to  Valley  Water  Mill  Road. 

$912 

$611 

$463 

Greene 

65 

8P0897 

3/2009 

Rebuild  NB  bridge  A0647  to  replace  a  deficient  bridge  and  replace  deck  and 
superstructure  on  SB  bridge  A2072  to  improve  vertical  clearance  at  the  Route  60 
interchange  in  Springfield. 

$6,916 

$6,784 

$208 

Greene 

65 

8U0548B 

5/2006 

Grading,  paving,  bridge  and  retaining  walls  to  reconstruct  cloverleaf  ramps  at  I-44  and 
Rte.  65  in  Springfield.  Amendment  3  project. 

$24,014 

$30,471 

$29,936 

Greene 

744 

8P0879B 

5/2009 

Thin  pavement  treatment  on  Kearney  Street  west  of  Rte.  13. 

$987 

$981 

$22 

Greene 

744 

8S0852 

6/2007 

Mill  and  resurface  roadway  between  Route  65  and  Route  OO. 

$488 

$363 

$337 

Greene 

744 

8S0919 

9/2008 

Widen  to  five  lanes  between  Rte.  65  and  LeCompte  Avenue. 

$2,199 

$3,067 

$1 ,936 

Greene 

744 

8S2152 

9/2008 

Rehabilitate  Kearney  Street  bridge  over  Rte.  65. 

$509 

$603 

$99 

Greene 

AB 

1S4009C 

5/2009 

Thin  lift  overlay  from  Rte.  160  to  Rte.  266.  "Economic  Recovery  Project* 

$408 

$329 

$2 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Greene 

Airport 
Blvd. 

8S0795 

12/2007 

Construct  roadway  connection  to  serve  new  Midfield  Terminal  at  Springfield/Branson 
National  Airport. 

$6,774 

$6,136 

$6,047 

Greene 

D 

8S2153 

2/2009 

Relocate  Bedford  Avenue  intersection  to  the  west  to  connect  with  Eastgate  Avenue 
0.2  mile  east  of  Rte.  65  in  Springfield. 

$537 

$293 

$223 

Greene 

EE 

1S3009W 

5/2009 

Thin  lift  overlay  from  Rte.  AB  to  Rte.  160.  'Economic  Recovery  Project* 

$397 

$268 

$2 

Greene 

H 

1S4009F 

5/2009 

Thin  lift  overlay  from  south  of  Rte.  KK  to  north  of  Valley  Water  Mill  Rd.  "Economic 
Recovery  Project* 

$518 

$388 

$4 

Greene 

H 

8S0724 

11/2008 

Replace  bridges,  reconstruct  as  standard  diamond  interchange  and  widen  Glenstone 
Avenue  from  north  of  Valley  Water  Mill  Road  to  I-44. 

$11,607 

$10,669 

$4,833 

Greene 

M 

8S0835 

1/2009 

Construct  turn  lanes  and  signalize  Rte.  M  and  Rte.  ZZ  intersection  at  Republic  High 
School. 

$1 ,843 

$1,035 

$430 

Laclede 

44 

8U0576 

6/2007 

Improve  Business  Loop  44  west  interchange  in  Lebanon. 

$6,809 

$6,828 

$7,107 

Laclede 

5 

8P2155 

1/2009 

Signalize  the  Rte.  YY  intersection  in  Lebanon. 

$734 

$723 

$365 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Laclede 

Various 

8P0918 

12/2007 

SFY  2008  on-call  asphalt  pavement  repair  on  major  routes  in  Laclede  County. 

$83 

$13 

$63 

Ozark 

160 

8L0900B 

2/2009 

Thin  pavement  treatment  from  Rte.  5  to  Rte.  181  through  Gainesville. 

$609 

$600 

$552 

Ozark 

5 

8L0900C 

2/2009 

Thin  pavement  treatment  from  Gainesville  north  city  limits  to  Rte.  160. 

$89 

$109 

$110 

Polk 

13 

8P0592C 

9/2006 

Install  sleeve  for  sewer  line  0.25  mile  north  of  Route  32. 

$155 

$405 

$379 

Polk 

13 

8P0597 

9/2008 

Relocate  northbound  lanes  of  Rte.  13  to  improve  safety  from  565th  County  Road  near 
Greene/Polk  County  line  to  490th  County  Road  south  of  Bolivar. 

$16,878 

$12,635 

$1,927 

Polk 

215 

1S4009E 

5/2009 

Thin  lift  overlay  from  Rte.  123  to  Rte.  13.  "Economic  Recovery  Project* 

$564 

$480 

$3 

Polk 

AA 

8B0801B 

1/2009 

Bridge  rehabilitation  on  Rte.  AA  over  Hominy  Creek  and  Rte.  32  over  the  Niangua 
River. 

$1,201 

$653 

$358 

Polk 

H 

3S2009O 

5/2009 

Pavement  and  shoulder  improvements  from  Rte.  32  to  Rte.  WW.  "Economic 
Recovery  Project* 

$2,973 

$2,202 

$10 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Stone 

13 

8P0452D 

5/2006 

Grading  and  paving  for  2-lane  relocation  on  Rte.  13  with  left  turn  lanes.  Grade  for 
future  4-lane,  delineated  left  turn  lanes,  and  access  from  1 .08  miles  north  of  Rte.  76 
south  junction  to  1 .26  miles  south  of  Rte.  76  south  junction.  Amendment  3  project. 

$24,782 

$20,669 

$22,233 

Stone 

13 

8P0886C 

6/2009 

Thin  pavement  treatment  from  south  of  Rte.  OO  at  Joe  Bald  Rd.  to  Rte.  86. 

$2,865 

$1,549 

$25 

Stone 

13 

8P0886D 

5/2009 

Diamond  grind  pavement  and  seal  shoulders  from  Rte.  160  to  north  of  Branson  West. 

$366 

$247 

$12 

Stone 

265 

1S4009D 

3/2009 

Thin  lift  overlay  from  Rte.  76  to  Rte.  165.  'Economic  Recovery  Project* 

$364 

$324 

$297 

Stone 

76 

8P0892B 

8/2007 

Resurface  roadway  from  Rte.  13  to  Rte.  465. 

$1,512 

$835 

$847 

Taney 

160 

8P0813B 

4/2009 

Improve  intersection  capacity  and  safety  at  Coy  Boulevard  in  Forsyth. 

$457 

$405 

$91 

Taney 

248 

8L0900D 

2/2009 

Thin  pavement  treatment  from  Rte.  160  to  north  of  Shepherd  of  the  Hills  Expressway 
in  Branson. 

$461 

$497 

$468 

Taney 

65 

8P0798B 

3/2009 

Demolish  structure(s)  on  right-of-way  at  Rte.  248  interchange  in  Branson. 

$50 

$36 

$60 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Taney 

76 

8S0719 

9/2006 

Add  turn  lanes  and  coordinate  traffic  signals  at  two  locations,  at  Roark  Valley  Road 
and  Rte.  65  intersections  in  Branson. 

$1,590 

$2,474 

$2,613 

Taney 

86 

8P2176 

3/2009 

SFY  2009  installation  of  guardrail  and  replacement  of  nonstandard  guardrail 
throughout  non-metropolitan  District  8. 

$337 

$209 

$203 

Various 

Various 

8I0869 

5/2007 

SFY  2008  on-call  guardrail  and  guard  cable  repair  in  the  Ozarks  Transportation 
Organization  area. 

$369 

$168 

$133 

Various 

Various 

8I0870 

5/2008 

SFY  2009  on-call  guardrail  and  guard  cable  repair  in  the  Ozarks  Transportation 
Organization  area. 

$218 

$187 

$2 

Various 

Various 

8P0856 

5/2009 

SFY  2010  on-call  guardrail  and  guard  cable  repair  in  the  Ozarks  Transportation 
Organization  area. 

$217 

$147 

$1 

Various 

Various 

8P0857 

5/2009 

SFY  2010  on-call  guardrail  and  guard  cable  repair  throughout  non-metropolitan  District 
8. 

$351 

$295 

$1 

Various 

Various 

8P0873 

5/2007 

SFY  2008  on-call  guardrail  and  guardcable  repair  throughout  non-metropolitan  District 
8. 

$279 

$231 

$314 

Various 

Various 

8P0874 

5/2008 

SFY  2009  on-call  guardrail  and  guard  cable  repair  throughout  non-metropolitan  District 
8. 

$277 

$218 

$2 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Various 

Various 

8P0915 

12/2007 

SFY  2008  on-call  asphalt  pavement  repair  on  major  routes  throughout  non- 
metropolitan  Christian,  Greene  and  Taney  counties. 

$83 

$25 

$51 

Various 

Various 

8P0916 

12/2007 

SFY  2008  on-call  asphalt  pavement  repair  on  major  routes  throughout  the  Ozarks 
Transportation  Organization  area. 

$219 

$22 

$204 

Various 

Various 

8P2145 

0/2007 

3M  tape  installation  at  various  locations  throughout  urban  District  8. 

$131 

$118 

$160 

Various 

Various 

8P2145B 

0/2007 

3M  tape  installation  at  various  locations  throughout  rural  District  8. 

$225 

$186 

$111 

Various 

Various 

8P2190 

4/2009 

SFY  2009  on-call  asphalt  pavement  repair  on  major  routes  in  the  Ozarks 
Transportation  Organization  area. 

$219 

$221 

$1 

Various 

Various 

8P2191 

4/2009 

SFY  2009  on-call  asphalt  pavement  repair  on  major  routes  throughout  non- 
metropolitan  District  8. 

$83 

$83 

$1 

Webster 

38 

8S0820 

7/2007 

Widening,  signals  and  intersection  improvements  on  Marshfield  Spur  between  I-44 
and  Rte.  CO 

$6,561 

$3,932 

$4,429 

Webster 

44 

2I2161T 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  in  Webster  and  Laclede  counties. 

$270 

$273 

$0 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Webster 

44 

8I0750 

2/2009 

Resurface  westbound  lanes  from  Laclede/Webster  County  line  to  west  of  Bowen 
Creek  bridge. 

$1,300 

$789 

$27 

Webster 

44 

8I0837 

5/2008 

Construct  new  welcome  center  west  of  Conway. 

$13,758 

$12,315 

$12,158 

Webster 

44 

8I0903 

2/2009 

Resurface  eastbound  lanes  from  Greene/Webster  County  line  to  Northview. 

$1,493 

$610 

$4 

Webster 

B 

1S3009Z 

5/2009 

Thin  lift  overlay  from  Rte.  AD  to  Bus.  Rte.  60.  "Economic  Recovery  Project* 

$308 

$251 

$1 

Webster 

IS44E 
TO  RTB 

8P0894F 

2/2009 

Thin  pavement  treatment  on  the  I-44  ramps  at  Rte.  B  and  Rte.  38  interchange. 

$517 

$209 

$190 

Webster 

IS44E 
TO 
Sampson 
Rd. 

8P0894E 

2/2009 

Thin  pavement  treatment  on  the  I-44  ramps  at  the  Sampson  Road/Sparkle  Brook 
Road  interchange. 

$259 

$123 

$1 

Webster 

K 

1 S3009Y 

5/2009 

Thin  lift  overlay  from  Rte.  60  to  south  of  railroad.  "Economic  Recovery  Project* 

$87 

$68 

$2 

Webster 

PP 

1 S3009X 

5/2009 

Thin  lift  overlay  from  Rte.  60  to  1 .0  mile  west  of  Rte.  FF.  'Economic  Recovery  Project* 

$108 

$89 

$1 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 

9/29/2009  MODOT 


Page  71  of  89 


Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Webster 

Various 

8P0917 

12/2007 

SFY  2008  on-call  asphalt  pavement  repair  on  major  routes  in  Webster  County. 

$165 

$23 

$23 

Carter 

J 

9S21 76 

5/2009 

Resurface  from  Rte.  60  to  Sinking  Creek  Bridge.  'Economic  Recovery  Project* 

$435 

$560 

$212 

Crawford 

44 

912168 

5/2009 

Pavement  rehabilitation  on  westbound  lanes  from  0.6  mile  west  of  Rte.  H  to  Phelps 
County  line.  "Economic  Recovery  Project* 

$1,030 

$993 

$6 

Crawford 

M 

9B0801B 

1/2009 

Bridge  rehabilitation  on  Rte.  M  over  the  Meramec  River  and  Rte.  185  over  Indian 
Creek. 

$1 ,403 

$691 

$59 

Dent 

19 

9P2172 

6/2009 

Asphalt  overlay  of  Rte.  1 9  (near  and  through  Salem)  from  Rte.  68  to  Rte.  B. 

$405 

$433 

$3 

Dent 

32 

9P0561 

3/2009 

Construct  partial  shoulders  and  partial  relocation  from  County  Road  605  to  Rte.  F. 

$1 ,543 

$1,511 

$510 

Howell 

17 

1 S4009I 

5/2009 

Thin  lift  overlay  from  Rte.  60  in  Mt.  View  to  Rte.  160.  "Economic  Recovery  Project* 

$1,083 

$967 

$0 

Howell 

17 

9B0801C 

1/2009 

Bridge  rehabilitation  on  Rte.  1 7  over  the  Eleven  Point  River  and  the  Harrison  bridge  on 
Rte.  O. 

$1,183 

$557 

$366 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Howell 

60 

9P0364 

2/2007 

Grading,  paving,  and  bridges  to  add  lanes  for  divided  highway  from  0.15  mile  east  of 
County  Road  1550  to  0.2  miles  west  of  County  Road  2990.  Amendment  3  project. 

$17,861 

$18,239 

$18,800 

Howell 

60 

9P0364L 

2/2007 

Grading,  drainage,  paving  and  bridges  to  add  lanes  for  undivided  highway  from  0.2 
miles  west  of  County  Road  2990  to  0.45  miles  east  of  Route  17  North. 

$19,223 

$11,655 

$11,031 

Howell 

60 

9P0381B 

2/2008 

Grading,  paving  and  bridges  for  additional  lanes  from  0.5  mile  east  of  Rte.  17  North  to 
0.3  mile  west  of  County  Road  60-638.  Major  project  made  possible  by  Amendment  3. 

$20,841 

$18,029 

$9,047 

Howell 

63 

9P0566 

1/2008 

Widen  and  construct  passing/climbing  lanes  from  south  of  Rte.  ZZ  to  north  of  Rte.  19 
North. 

$10,009 

$5,832 

$6,886 

Howell 

63 

9P2170 

6/2009 

Asphalt  overlay  of  Bus.  63  (Willow  Springs)  from  south  of  Rte.  60/63  North  to  north  of 
Rte.  60/63  South. 

$283 

$245 

$1 

Howell 

63 

9P2175 

6/2009 

Asphalt  mill  and  fill  from  Rte.  63  to  Broadway  in  West  Plains.  'Economic  Recovery 
Project* 

$539 

$557 

$0 

Iron 

21 

9P2173 

6/2009 

Asphalt  overlay  of  Rte.  21  from  Rte.  E  to  Rte.  49. 

$485 

$389 

$1 

Iron 

221 

9S0557 

1/2008 

Resurface  and  construct  shoulders  from  Rte.  21  in  Iron  County  to  Rte.  67  in  St. 
Francois  County  at  Farmington. 

$7,575 

$5,041 

$6,066 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Iron 

KK 

9S0609 

5/2009 

Asphalt  overlay  from  Rte.  32  to  Rte.  TT  (on  Rte.  KK)  and  from  Rte.  KK  to  Rte.  72  (on 
Rte.  TT). 

$1,094 

$1,082 

$0 

Oregon 

E 

9B0801F 

2/2009 

Bridge  rehabilitation  on  Rte.  E  over  Louse  Creek  and  Rte.  W  over  Brazil  Creek. 

$1,154 

$528 

$319 

Phelps 

44 

2I2161S 

4/2009 

On-call  pavement  repair  on  I-44  from  Rte.  63  to  Rte.  30  in  Franklin  County. 

$422 

$426 

$49 

Phelps 

44 

5121 53S 

4/2008 

On  call  asphalt  patching  contract  in  Phelps,  Crawford,  and  Franklin  Counties  from 
Route  63  to  Route  30. 

$304 

$510 

$357 

Phelps 

44 

9I0574 

6/2008 

Replace  bridge  deck  on  I-44  eastbound  bridge  over  the  Little  Piney  River.  Project 
involves  bridge  G0418. 

$3,098 

$2,998 

$3,030 

Phelps 

44 

912166 

5/2009 

Major  pavement  rehabilitation/reconstruction  on  I-44  WBL  from  Business  Loop  44 
(Rolla)  to  Sugartree  Road  Interchange.  "Economic  Recovery  Project* 

$13,582 

$12,246 

$11 

Phelps 

E 

9S2174 

6/2009 

Asphalt  overlay  on  Rte.  E  from  Rte.  HH  to  north  of  I-44  (Rolla). 

$71 

$64 

$2 

Phelps 

K 

9B0801D 

2/2009 

Bridge  rehabilitation  on  Rte.  K  over  Spring  Creek  and  Rte.  M  over  Corn  Creek. 

$1,049 

$751 

$170 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Pulaski 

17 

9P0468 

3/2009 

Bridge  and  overflow  structure  improvements  north  of  Waynesville  over  Gasconade 
River.  Project  involves  bridges  J0802,  K01 1 2  and  K01 1 3. 

$7,421 

$5,138 

$1,911 

Pulaski 

17 

9P2169 

6/2009 

Resurface  Rte.  17  from  Rte.  133  to  Bus.  Loop  44. 

$731 

$637 

$1 

Pulaski 

28 

9P0546 

2/2009 

Improve  roadway  surface  and  construct  shoulders  from  I-44  to  Rte.  C. 

$3,648 

$2,516 

$2,265 

Pulaski 

44 

212161 R 

4/2009 

On-call  pavement  repair  on  I-44  from  Laclede  County  to  Rte.  63  in  Phelps  County. 

$422 

$426 

$168 

Pulaski 

44 

9I0603 

3/2009 

Resurface  eastbound  lane  pavement  from  Rte.  17  to  1  mile  west  of  Rte.  28. 

$6,574 

$5,529 

$340 

Pulaski 

44 

912148 

7/2008 

Bridge  expansion  joint  repair  on  I-44  bridges.  Project  includes  bridge  numbers  A3061 
EBL,  A3061  WBL,  A3062  EBL,  A3062  WBL,  and  A3053  EBL. 

$1,051 

$869 

$948 

Pulaski 

44 

912156 

3/2009 

Repair  pavement  in  the  eastbound  lane  in  eastern  Pulaski  County  and  western  Phelps 
County. 

$531 

$216 

$0 

Pulaski 

44 

9P2178 

6/2009 

Asphalt  mill  and  fill  on  LP  44  from  Rte.  H  to  SP  44  and  on  Rte.  H  from  LP  44  to  I44. 
'Economic  Recovery  Project* 

$1,332 

$953 

$0 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Ripley 

142 

1 S4009H 

3/2009 

Thin  lift  overlay  from  Rte.  V  west  of  Doniphan  to  Rte.  160  in  Doniphan.  "Economic 
Recovery  Project* 

$811 

$840 

$1 

Shannon 

60 

9P0359B 

8/2007 

Grading,  paving  and  bridges  to  add  lanes  for  divided  highway  from  0.35  miles  east  of 
Rte.  DD  in  Shannon  County  to  3.5  miles  east  of  Rte.  J  in  Carter  County.  Major  project 
made  possible  by  Amendment  3. 

$29,645 

$29,127 

$21,160 

Shannon 

60 

9P0381C 

2/2008 

Grading,  paving  and  bridges  for  additional  lanes  from  0.4  mile  west  of  County  Road  60- 
638  to  0.1  mile  west  of  Rte.  19  South.  Major  project  made  possible  by  Amendment  3. 

$12,890 

$12,780 

$5,267 

Shannon 

60 

9P0381D 

8/2007 

Grading,  paving  and  bridges  for  additional  lanes  from  0.3  mile  west  of  Rte.  19  south  to 
0.4  mile  east  of  Rte.  DD.  Major  project  made  possible  by  Amendment  3. 

$1 1 ,920 

$12,683 

$6,492 

Texas 

17 

1 S4009G 

5/2009 

Thin  lift  overlay  from  Rte.  106  in  Summersville  to  Rte.  60  in  Mt.  View.  'Economic 
Recovery  Project* 

$649 

$602 

$0 

Texas 

60 

9P0579 

6/2008 

Resurface  from  the  West  Branch  of  Piney  Creek  to  0.2  miles  west  of  Business  60  and 
from  Route  63  north  to  1 .5  miles  west  of  Business  60/63  and  from  Rte.  NN  to 
Mountain  View. 

$2,072 

$1,806 

$1,539 

Texas 

60 

9P2171 

6/2009 

Asphalt  overlay  of  Bus.  60  (Cabool)  from  east  of  Rte.  181  to  Rte.  63. 

$113 

$97 

$0 

Various 

19 

9P0565 

1/2009 

Rehabilitate  bridge,  shoulders  and  intersection  improvements  from  the  Gasconade 
County  line  to  I-44  in  Cuba.  Project  involves  bridge  J0581  over  Prairie  Creek. 

$2,093 

$1,931 

$138 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Various 

44 

9I0595 

9/2006 

On  call  guard  cable  repair  for  I-44  in  Pulaski,  Phelps,  and  Crawford  Counties. 

$539 

$585 

$0 

Various 

Various 

9P0607 

8/2007 

On  call  guard  cable  repair  on  various  routes  and  counties  in  the  South  Central  District. 

$1,160 

$714 

$1 

Various 

Various 

9P2145 

0/2007 

3M  tape  installation  at  various  locations  throughout  District  9. 

$220 

$172 

$369 

Various 

Various 

9P2154 

9/2008 

On  call  guard  cable  and  guard  rail  repair  in  South  Central  District. 

$729 

$686 

$0 

Washington 

21 

3S2009P 

5/2009 

Pavement  improvements  from  1 .7  miles  south  of  Rte.  8  in  Potosi  to  Rte.  N. 
"Economic  Recovery  Project* 

$2,908 

$2,543 

$1 

Washington 

21 

9P0541 

1/2009 

Resurface  and  capacity  improvements  from  Big  River  Bridge  to  3.4  miles  south  of  Rte. 
104  West  junction. 

$2,371 

$836 

$34 

Washington 

8 

9P0601 

2/2009 

Resurface  from  Rte.  185  to  Rte.  O  in  Potosi. 

$893 

$620 

$70 

Washington 

U 

9B0801E 

4/2009 

Bridge  rehabilitation  on  Rte.  U  over  Big  River. 

$1,066 

$414 

$107 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Bollinger 

72 

0P0848 

11/2007 

Widen  and  resurface  with  paved  shoulders  from  0.1  mile  east  of  Rte.  51  to  the  Cape 
Girardeau  County  line. 

$5,231 

$5,023 

$4,265 

Bollinger 

72 

0P0917 

4/2009 

Grading  and  paving  to  replace  Little  Whitewater  Creek  bridge  1 .6  miles  west  of  Rte.  51 
to  1 .1  miles  west  of  Rte.  51 . 

$1 ,442 

$1,263 

$121 

Butler 

142 

1S4009M 

3/2009 

Thin  lift  overlay  from  Rte.  WW  in  Poplar  Bluff  to  Rte.  158.  "Economic  Recovery 
Project* 

$356 

$305 

$233 

Butler 

53 

0P0826B 

12/2007 

Widen  existing  pavement  and  stabilize  shoulders  from  Qulin  to  Campbell. 

$5,628 

$4,297 

$5,364 

Butler 

60 

0S0946 

12/2008 

Install  traffic  signals  and  improve  intersection  geometries  at  intersection  of  Bus.  60/67 
and  Crestwood  Dr.  in  the  City  of  Poplar  Bluff. 

$197 

$241 

$215 

Butler 

M 

1S4009L 

3/2009 

Thin  lift  overlay  from  County  Road  462  to  Rte.  67.  "Economic  Recovery  Project* 

$472 

$394 

$6 

Butler 

TT 

0B0801B 

12/2008 

Bridge  rehabilitation  on  Rte.  TT  over  Ten  Mile  Creek. 

$488 

$311 

$323 

Cape  Girardeau 

34 

0U0598C 

3/2008 

Widen  and  resurface  existing  route  and  widen  bridge  from  0.1  mile  west  of  Rte.  34  to 
1 .3  miles  east  of  Rte  34. 

$5,758 

$6,626 

$6,895 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Cape  Girardeau 

55 

0I0767 

8/2006 

Grading,  paving,  bridge  2.4  mi.  N/O  of  Rte  34&61  Int. 

$11,032 

$9,640 

$10,186 

Cape  Girardeau 

55 

0I0978B 

4/2008 

Install  median  cable  barrier  system.  Route  61  at  Fruitland  to  Interstate  57  in  Sikeston. 

$5,988 

$5,186 

$4,849 

Cape  Girardeau 

55 

0P2161D 

2/2009 

Guardcable  repair  from  Rte.  E  to  I-57. 

$28 

$265 

$65 

Cape  Girardeau 

72 

0P0887 

11/2007 

Widen  and  resurface  with  paved  shoulders  from  Bollinger  County  line  to  0.1  mile  west 
of  Rte.  34. 

$4,610 

$3,819 

$3,005 

Cape  Girardeau 

72 

0P0952 

12/2008 

Replace  bridges  over  Whitewater  River  and  Byrd  Creek.  Project  involves  bridges 
G0467  and  G0514,  0.2  mile  west  and  0.3  mile  east  of  Whitewater  River  and  0.2  mile 
west  and  0.2  mile  east  of  Byrd  Creek. 

$5,853 

$4,625 

$1,407 

Cape  Girardeau 

K 

0S2184 

6/2009 

Rehabilitate  pavement  surface  from  Rte.  I-55  to  Kingshighway  in  Cape  Girardeau. 
'Economic  Recovery  Project* 

$493 

$613 

$0 

Dunklin 

164 

0P0376B 

2/2008 

Grading,  paving,  and  replace  bridge  over  Elk  Chute  from  0.1  mile  east  of  County  Road 
709  to  0.5  mile  west  of  Rte.  TT. 

$2,797 

$2,006 

$1,489 

Dunklin 

25 

0P0941B 

2/2009 

Resurface  from  Rte.  53  in  Holcomb  to  Rte.  412  in  Kennett. 

$2,592 

$2,829 

$2,428 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Dunklin 

25 

0P0958 

4/2008 

Install  signals  and  add  left  turn  lane  at  Rte.  25  and  Russell  Street  in  Kennett. 

$283 

$359 

$361 

Madison 

67 

0P0828B 

4/2007 

Resurfacing  pavement  and  asphalt  shoulders  from  1 .0  mile  north  of  Route  A  to  Wayne 
County  Line. 

$5,024 

$3,547 

$3,809 

Madison 

67 

0P0928 

10/2007 

Construct  additional  lanes  (northbound)  and  bridges  to  provide  divided  pavement  from 
Wayne  County  line  to  end  of  four-lane  south  of  Fredericktown.  Major  project  made 
possible  by  Amendment  3. 

$54,577 

$51,416 

$36,541 

Madison 

67 

0P0954 

9/2006 

Demolition  and  asbestos  contract  on  Rte.  67  in  Madison  County.  Amendment  3 
project. 

$991 

$868 

$718 

Madison 

67 

0P2150 

6/2008 

Construct  median  cable  barrier  system  at  Interstate  55  at  Crystal  City  to  Route  E  at 
Fredericktown. 

$8,048 

$5,974 

$4,548 

Madison 

72 

0P0847 

9/2006 

Widen  and  resurface  with  paved  shoulders,  some  new  two-lane  relocation  0.4  mile 
east  of  Castor  River  to  0.6  mile  west  of  Rte.  51 . 

$7,680 

$10,458 

$8,624 

Madison 

72 

0P0851 

9/2006 

Widen  and  resurface  with  paved  shoulders  from  Rte.  OO  to  0.9  mile  west  of  Castor 
River. 

$4,575 

$6,947 

$4,860 

Madison 

72 

0P0884 

11/2007 

Relocation  of  Highway  72  north  of  its  current  intersection  with  Rte.  OO. 

$2,728 

$3,856 

$3,951 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Madison 

72 

0P0884B 

12/2008 

Grading  and  paving  for  relocation  of  Rte.  72  north  of  its  current  location  with  Rte.  OO. 
MoDOT  Economic  Development/Cost  Share  project  with  Madison  County  Commission. 

$6,537 

$5,008 

$1,757 

Madison 

72 

0P0933 

11/2008 

Grading,  paving,  and  replace  bridge  over  Saline  Creek  from  0.1  mile  west  of  Rte.  J  to 
0.3  mile  east  of  Saline  Creek.  Project  involves  bridge  G0437. 

$1 ,775 

$1,397 

$715 

Madison 

Old  Rte. 
72 

0P0906 

2/2006 

Relocation  and  new  bridge  over  Caster  River  0.9  mile  west  of  Caster  River  to  0.4  mile 
east  of  Caster  River. 

$4,948 

$6,070 

$6,068 

Mississippi 

57 

0I0945 

4/2006 

Bridge  maintenance  and  joint  repair  on  Mississippi  River  Bridge  A2000. 

$801 

$486 

$0 

Mississippi 

57 

0I0973 

4/2007 

Overlay  southbound  lanes  of  I-57  from  Mississippi  River  to  2  miles  south  of  Rte.  1 05 
interchange. 

$17,023 

$11,584 

$1 1 ,256 

Mississippi 

57 

0I0983 

2/2009 

Pavement  treatment  (alternate  pavement  treatment  project)  of  Northbound  lanes  from 
west  of  Rte.  105  to  the  Mississippi  River  bridge. 

$11,041 

$10,244 

$948 

Mississippi 

60 

0P0948 

4/2006 

Bridge  maintenance  on  bridge  K0950  at  Rte.  60/62  over  the  Mississippi  River  in 
Mississippi  County. 

$391 

$430 

$430 

Mississippi 

62 

1S4009N 

5/2009 

Thin  lift  overlay  from  Rte.  B  in  Bertrand  to  the  City  of  Charleston.  "Economic 
Recovery  Project* 

$367 

$355 

$0 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 

9/29/2009  MODOT 


Page  81  of  89 


Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

New  Madrid 

55 

012160 

1/2009 

Interchange  lighting  at  Rtes.  62,  and  EE  in  New  Madrid  County  and  Rte  164  in 
Pemiscot  county. 

$505 

$309 

$263 

New  Madrid 

60 

0P0989 

5/2008 

Rehabilitate  pavement  of  WBL  from  I-55  to  Stoddard  Co.  line  and  EBL  from  Rte.  25  to 
one  mile  east. 

$2,476 

$2,966 

$3,572 

New  Madrid 

D 

0S0349 

4/2008 

Grading,  paving,  drainage  and  replace  bridge  from  0.5  to  1 .1  miles  west  of  Rte.  MM 
near  Lilbourn. 

$1,710 

$1 ,684 

$1,805 

New  Madrid 

W 

0B0801G 

5/2009 

Bridge  rehabilitation  on  Rte.  W  over  Lit  River  Ditch,  on  Rte.  EE  over  Lit  River  Ditch 
#29,  on  Rte  W  over  Drain  Ditch  #45  and  Rte.  B  over  Little  Muddy  Creek. 

$2,374 

$1,233 

$0 

Pemiscot 

164 

1S4009P 

5/2009 

Thin  lift  overlay  from  Rte.  D  to  Rte.  DD.  'Economic  Recovery  Project* 

$126 

$119 

$102 

Pemiscot 

55 

012171 

5/2009 

Pavement  rehabilitation  of  north  bound  lane  of  Rte.  I-55  in  Pemiscot  County. 
Arkansas  state  line  to  2.0  miles  south  of  Rte.  1-155.  "Economic  Recovery  Project* 

$16,270 

$17,706 

$90 

Pemiscot 

55 

012173 

2/2009 

Pavement  rehabilitation  of  north  and  south  bound  lanes  From  Rte.  84  to  Scott  County 
in  north  bound  lane.  From  Scott  County  to  Arkansas  line  in  south  bound  lane. 
"Economic  Recovery  Project* 

$18,550 

$20,275 

$330 

Pemiscot 

55 

5121 53W 

4/2008 

On  call  asphalt  patching  contract  from  Route  60  in  Scott  County  to  Arkansas  State 
Line  and  all  of  Route  1-155. 

$170 

$570 

$358 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Pemiscot 

D 

1S4009O 

5/2009 

Thin  lift  overlay  from  Rte.  U  to  Rte.  164.  "Economic  Recovery  Project* 

$438 

$403 

$478 

Pemiscot 

DD 

1S4009Q 

5/2009 

Thin  lift  overlay  from  Rte.  164  to  the  Arkansas  State  line.  "Economic  Recovery 
Project* 

$552 

$519 

$377 

Perry 

51 

0P2166 

9/2008 

Thin  pavement  treatment  from  McBride  to  the  Mississippi  River  bridge. 

$287 

$285 

$300 

Perry 

51 

3S2009Q 

5/2009 

Pavement  improvements  from  I-55  to  Rte.  72.  'Economic  Recovery  Project* 

$1,858 

$1,895 

$2 

Perry 

55 

5121 53U 

4/2008 

On  call  asphalt  patching  contract  from  Rte.  67  in  Jefferson  County  to  Rte.  51  in  Perry 
County. 

$201 

$671 

$121 

Perry 

55 

512153V 

4/2008 

On  call  asphalt  patching  contract  from  Route  51  in  Perry  County  to  Route  60  in  Scott 
County  and  all  of  Route  I-57. 

$164 

$547 

$311 

Perry 

N 

0B0801F 

1/2009 

Bridge  rehabilitation  on  Rte  N  over  Goose  Creek,  Rte.  BB  over  Main  Drainage  Ditch, 
Rte.  AE  over  Drain  Ditch  #14. 

$1,010 

$683 

$607 

Scott 

55 

0P2161C 

2/2009 

Guardrail  repair  on  I-55  from  I-57  to  the  Arkansas  State  line  and  all  of  1-155. 

$28 

$108 

$0 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Scott 

55 

2I2161W 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  (concrete  only)  from  Rte.  60  in 
Scott  County  to  the  Arkansas  state  line  and  all  of  1-1 55. 

$315 

$318 

$0 

Scott 

55 

2I2161X 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  (asphalt  only)  from  Rte.  60  in 
Scott  County  to  the  Arkansas  State  line  and  all  of  1-155. 

$315 

$318 

$0 

Scott 

61 

0P2170 

4/2009 

Widen  and  resurface  to  construct  a  left  turn  lane  with  storage  from  County  Road  472 
to  0.5  mi.  N/O  Rte.  HH/ZZ. 

$433 

$389 

$64 

Scott 

A 

0S0817 

2/2009 

Grading,  paving,  and  replace  bridge  over  Caney  Creek  0.3  mile  north  of  New 
Hamburg. 

$548 

$618 

$470 

Scott 

K 

0S2169 

4/2009 

Adding  right  turn  lane  onto  northbound  ramp  of  I-55  and  dual  use  turn  lane  from 
northbound  Route  61  to  Route  M  At  Route  K/M/l-55  interchange  in  Scott  City. 

$447 

$224 

$81 

St.  Francois 

47 

1S4009J 

5/2009 

Thin  lift  overlay  from  the  Washington  County  line  to  the  City  of  Bonne  Terre. 
"Economic  Recovery  Project* 

$261 

$188 

$0 

St.  Francois 

47 

1S4009K 

5/2009 

Thin  lift  overlay  from  City  of  Bonne  Terre  to  Rte.  67.  'Economic  Recovery  Project* 

$173 

$141 

$0 

St.  Francois 

67 

0B0801D 

2/2009 

Bridge  rehabilitation  on  Rte.  67  over  Big  River  and  over  St.  Francis  River,  Rte.  O  over 
Koen  Creek,  and  Rte  F  over  Wolf  Creek. 

$4,224 

$2,674 

$841 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 

9/29/2009  MODOT 


Page  84  of  89 


Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

St.  Francois 

67 

0P0591I 

8/2006 

Phase  two  construction  of  Fairgrounds  interchange,  bridge  and  ramps,  1 .8  miles  south 
of  Rte.  67-32  north  interchange  at  Leadington.  Major  project  made  possible  by 
Amendment  3. 

$6,887 

$9,445 

$9,318 

St.  Francois 

67 

0P0591L 

2/2008 

Grading,  drainage  and  paving  on  Outer  Road  2  0.9  miles  south  of  Rte.  47  and  Rte.  K 
interchange  at  Bonne  Terre.  $3.2  million  SAFETEA-LU  earmark. 

$10,670 

$9,320 

$8,706 

St.  Francois 

67 

0P2161E 

2/2009 

Guardrail  and  guardcable  repair  from  the  Jefferson  County  line  to  Rte.  E  in  Madison 
County. 

$28 

$252 

$27 

Ste.  Genevieve 

55 

0P2161B 

2/2009 

Guardrail  repair  on  I-55  from  Rte.  32  to  I-57  and  all  of  I-57. 

$28 

$118 

$1 

Ste.  Genevieve 

55 

2121 61 U 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  (concrete  repair  only)  from  Rte. 
32  in  Ste.  Genevieve  County  to  Rte.  60  in  Scott  County.  All  of  I-57  in  Mississippi 
County. 

$315 

$318 

$0 

Ste.  Genevieve 

55 

212161V 

4/2009 

On-call  preventive  maintenance  and  pavement  repair  (asphalt  only)  from  Rte.  32  in 
Ste.  Genevieve  County  to  Rte.  60  in  Scott  County.  All  of  I-57  in  Mississippi  County. 

$315 

$318 

$0 

Ste.  Genevieve 

61 

0P0673 

2/2009 

Grading,  paving  and  replace  bridge  over  Establishment  Creek  0.3  mile  north  of  Rte.  V. 
Mitigation  agreement  with  Bloomsdale  Volunteer  Fire  Department  in  the  amount  of 
$50,000. 

$2,135 

$1,622 

$873 

Ste.  Genevieve 

61 

0P0934 

2/2009 

Resurface  roadway  from  Rte.  OO  in  Ste.  Genevieve  Co.  to  Rte.  25  in  Cape  Girardeau 
Co. 

$4,773 

$4,531 

$433 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Ste.  Genevieve 

61 

0P2164 

2/2009 

Shoulder  widening,  paving,  and  rumble  stripes  from  Rte.  OO  in  Ste.  Genevieve  County 
to  Rte.  25  in  Cape  Girardeau  County. 

$2,497 

$2,844 

$273 

Ste.  Genevieve 

H 

1 S4009R 

5/2009 

Thin  lift  overlay  from  Rte.  51  to  Rte.  61 .  "Economic  Recovery  Project* 

$429 

$361 

$0 

Ste.  Genevieve 

N 

0B0801E 

3/2009 

Bridge  rehabilitation  on  Rte.  N  over  Saline  Creek  and  Rte.  177  over  Indian  Creek. 

$1,340 

$726 

$358 

Ste.  Genevieve 

00 

0S2152 

11/2008 

Widening,  paving  and  grading  from  I-55  to  Rte.  61 . 

$1 ,746 

$811 

$581 

Stoddard 

25 

0P0942 

2/2009 

Capacity  improvements  from  Rte.  91  to  0.2  mile  south  of  Rte.  O  in  Advance. 

$391 

$382 

$131 

Stoddard 

60 

0P0572E 

1/2008 

Construct  bridge  over  Rte.  60  for  diamond  interchange  0.5  mile  east  of  the  St.  Francis 
River.  Project  involves  bridge  A7029. 

$2,596 

$1 ,674 

$1,725 

Stoddard 

60 

0P0572F 

10/2008 

Paving  and  signing  to  complete  interchange  0.5  mile  east  of  the  St.  Francis  River. 
Grading  complete  on  0P0572E. 

$3,431 

$3,125 

$721 

Stoddard 

60 

0P0883 

1/2008 

Pavement  rehabilitation  from  Rte.  F  to  Rte.  AD. 

$471 

$641 

$1 ,745 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Stoddard 

60 

0P0969 

1/2008 

Pavement  rehabilitation  from  Rte.  AD  to  the  New  Madrid  County  line. 

$5,878 

$3,646 

$3,426 

Stoddard 

Y 

0S0963 

4/2009 

Widen  and  resurface  pavement  from  Rte.  25  to  Union  Pacific  Railroad  crossing. 

$1,909 

$2,056 

$353 

Various 

Various 

0P2145 

0/2007 

3M  tape  installation  at  various  locations  throughout  District  10. 

$712 

$691 

$721 

Wayne 

67 

0P0877B 

4/2007 

Resurface  existing  lanes  and  provide  paved  shoulders  Madison  County  Line  to  4.0 
miles  south  of  Butler  County  line. 

$7,204 

$5,045 

$4,548 

Wayne 

67 

0P0929 

6/2008 

Construct  additional  lanes  and  bridges  to  provide  divided  highway  from  0.8  mile  south 
of  Rte.  34  to  the  Madison  Co.  line.  Major  project  made  possible  by  Amendment  3. 

$36,139 

$29,078 

$9,216 

Wayne 

67 

0P0930 

12/2007 

Grading  and  paving  for  additional  lanes  to  provide  divided  highway  from  2  miles  south 
of  Rte.  F  in  Wayne  County  to  Rte.  O  in  Butler  County.  Major  project  made  possible  by 
Amendment  3. 

$25,486 

$21,260 

$16,964 

Wayne 

67 

0P0930A 

8/2007 

Construct  bridges  (NB)  to  provide  for  divided  highway  from  2  miles  south  of  Rte.  F  in 
Wayne  County  to  Rte.  O  in  Butler  County.  Amendment  3  project. 

$4,657 

$4,092 

$3,977 

Wayne 

67 

0P0931 

3/2008 

Construct  additional  lanes  (involves  grading,  paving,  and  bridges)  to  provide  divided 
pavement  0.1  mile  north  of  Frazier  Creek  to  1 .6  miles  south  of  Rte.  F.  Major  project 
made  possible  by  Amendment  3. 

$45,972 

$43,042 

$23,198 

*Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 

9/29/2009  MODOT 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

Wayne 

67 

0P0931A 

3/2007 

Build  new  4-lane  bridge  over  St.  Francis  River/Wappapello  Lake  (grading  and  bridge 
only).  Includes  the  earthwork  for  the  bridge  approaches  0.2  mile  N/O  Rte.  FF  at  Old 
Greenville.  Amendment  3  project. 

$11,088 

$11,234 

$10,724 

Wayne 

67 

0P0931E 

7/2007 

Clear  and  grub  to  prepare  for  0P0931  grading  and  paving  project  0.1  mile  north  of 
Frazier  Creek  to  1 .6  miles  south  of  Rte.  F.  Amendment  3  project. 

$1,431 

$1,158 

$1,148 

Wayne 

67 

0P0988 

6/2008 

Grading  and  bridge  construction  for  new  interchange  of  Routes  67  and  34  in  Wayne 
County  near  Silva.  Part  of  a  $1 5  million  SAFETEA-LU  earmark  applied  to  fully  fund 
this  project. 

$9,861 

$10,495 

$4,321 

"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Construction  Work  in  Progress  in  SFY  2009 

RSMo  21.795.3(4) 

 (Dollars  are  in  Thousands) 


County 

Route 

Job  No. 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate  * 

Project  Cost 
at  Award  * 

Cost  through 
SFY  2009 

$4,535,916         $4,221,376  $2,480,725 

Total  Count  of  Projects:  699 


The  completion  date  of  a  project  is  determined  by  the  date  the  final  transaction  has  been  made  on  a  project.  This  date  is  determined  by  the  Controller's  office  and  is  captured  in  the  construction 
database,  Site  Manager. 

The  completion  date  of  a  project  is  determined  by  ,  the  field  "LASTMODDATE'  from  site  manager,  which  is  determined  by  FMS.  A  project  is  not  considered  to  be  completed  until  the  final  approval. 

Estimate:  Estimate  is  the  sum  of  preliminary  engineering,  construction  engineering,  construction  contingencies,  right  of  way  incidentals,  right  of  way  acquired,  utilities,  and  construction  estimate. 
Award  Cost:  Award  cost  is  the  sum  of  the  award  cost  plus  10%  (for  the  construction  engineering  and  construction  contingencies)  and  the  actual  costs  of  both  right  of  way  and  preliminary  engineering. 

'The  Missouri  Department  of  Transportation  has  implemented  Statement  No.  34  of  the  Governmental  Accounting  Standards  Board  as  required  by  accounting  principles  generally  accepted  in  the  United 
States  of  America.  Accordingly,  the  Department  has  developed  a  capitalization  policy  defining  costs  to  be  capitalized. 

"Depreciable  assets  (roads  and  bridges)  are  valued  separate  from  other  assets  (right  of  way  land). 

'The  STIP  report  covers  the  right  of  way  and  construction  program.  Some  STIP  projects  are  for  the  purpose  of  maintaining  pavement  condition  to  reach  the  original  useful  life  of  the  asset  (ex.  bridge 
painting).  The  STIP  also  includes  projects  not  capitalized  that  provide  safety  improvements  and  other  off-system  enhancements  (local  system  improvements). 
To  obtain  a  copy  of  the  reconciliation,  contact  the  Director  of  Transportation  Planning  at  573-526-1374. 

Access:  T:\Planning\OTPM\Reports\Accountability\2009\  Rpt  Construction  Work  in  Progress  SFY  2009.mdb;  Query:  Qry  Work  in  Progress  SFY  2009;  Table:  Final  Work  in  Progress  For  SFY  2009 
Tables:  TMS_STIP_ALLJOBS_CURFt  (parent);  TMS_PROJECT_VW;  TMS_PRJ_ACTL_COST_TOT_VW 
Work  Type  <>'Z';  CNAWDCST  >0;  Award  year  between  SFY  1992  and  SFY  2009 


"Includes  preliminary  engineering,  right  of  way,  construction,  and  construction  engineering. 
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Schedule  of  Funds  Expended  by  Project  for 
Construction  Work  in  Progress  in  FY  2009 

(Multimodal  part) 

For  other  modes  of  transportation,  the  estimate  for  capital  projects  in  progress  during  state  fiscal 
year  2009  totaled  $87,239,152.  The  actual  contract  costs  for  these  projects  is  $87,741,099  which 
represents  an  overage  of  $501,947  or  less  than  1  percent  over  estimate.  However,  these  projects 
are  not  complete  and  additional  charges  may  occur  before  the  projects  are  finished.  These 
numbers  do  not  include  operating  assistance  for  the  other  modes,  such  as  Amtrak,  OATS, 
Missouri  Elderly  and  Handicapped  Transportation  Assistance  Program  and  traffic  control  tower 
operating  assistance. 


Construction  Work  in  Progress  in  SFY  2009 
RSMo  21.795.24.(4) 


AVIATION 


County 

Airport 

Project  No. 

Award  Year 

Description 

STIP  Estimate 

Award  Cost 

Cost  thru  SFY  09 

Lawrence 

Aurora 

AIR  096-91 B 

2009 

Land  acquisition 

864,000 

436,420 

334,617 

Douglas 

Ava 

AIR  066-1 02A 

2006 

ALP,  seal  runway,  taxiway  and  apron  and  obstruction 

594,000 

575,245 

561,410 

removal 

Pike 

Bowling  Green 

AIRE  055-51A 

2005 

Land  acquisition  and  obstruction  removal  for  runway 

1,068,000 

930,000 

910,405 

AIRE  065-51A 

13/31 

A  IPC  nVC  Ci  A 

Mint  U / D-0  I M 

AIR  OTfi-^l  A 

Stone 

Branson  West 

AIR  035-99A1 

2005 

Land  acquisition,  site  preparation,  grading  for  new 

6,602,933 

6,653,924 

7,058,791 

AIRS  0354-99A1 

airport 

AIR  065-99A 

AIR  066-99A 

Stone 

Branson  West 

08-099A-6 

2008 

Paving  of  new  airport  (Phase  II) 

7,507,500 

9,027,434 

433,885 

Camden 

Camdenton 

AIR  096-45B 

2008 

Install  perimeter  fence,  obstruction  removal,  update 

787,500 

643,197 

358,189 

08-045B-2 

Exhbit  "A",  land  acquisition 

Scott 

Cape  Girardeau 

IAR  096-77A2 

2009 

Air  service  promotion 

67,500 

67,500 

0 

Carroll 

narrnlltnn 

WUl  1  UN  LUI  1 

AIR  076-1 6A 

2007 

Feasibility  study/update  ALP/MP 

45,000 

66  330 

45,960 

Carroll 

npurolltnn 

V^Cll  1  vll  LUI  1 

AIR  096-1 6A 

2009 

Runway  pavement  maintenance 

54,000 

63,1 15 

7,155 

Micciccirtni 
lvlloblbolfJ|JI 

f^hnrlpQtnn 

1  CM  ICO IVJ 1  1 

AIR  086-7RA 

2008 

Airnnrf  I  avmit  Plan 

nil  pui  I  i_ayvjui  I  leal 

67  500 

67  500 

62  572 

(Mississippi  County) 

DUUI  It? 

nnh imhia  Rpn 

V^VJ  1  U  1  1  1  KJ  1  O    1  l^U 

AIR  096-37A 

2009 

Air  service  promotion 

81 ,000 

81 ,000 

22,871 

Ipffprcnn 

UCI ICI  OUI  1 

AIR  056-1 1 4A 

2005 

Al  P  iinriatp  fpn^ihilitv  <sti  iHu  anH  airfiplH  naupmpnt 

135  oon 

71  352 

6fi  060 

ici  vv  ay 

Fulton 

AIR  flRC  ylflA 

2006 

Qpal  mat  ninwflu  R/PT"  rphahilitatp  anrnn  taviwav  anrl 

can  nnn 

COO  -1  OQ 

08-040A-1 

taxilanes; 

Camden 

Osage  Beach  (Grand 

AIR  056-45A 

2005 

Airport  Layout  Plan 

54,000 

47,700 

45,619 

Glaize) 

Callaway 

Jefferson  City 

AIR  066-81 A 

2005 

Construct  taxiways  A  and  A2  and  apron  modifications, 

2,252,500 

2,260,242 

2,456,550 

AIRS  0653-40B 

new  lighting 

AIR  065-40B 

AIRE  065-40B 

Jasper 

Joplin 

AIR  096-90A 

2009 

Air  service  promotion 

68,400 

68,400 

20,411 

Adair 

Kirksville 

08-028A-1 

2008 

Perimeter  fence 

375,250 

364,998 

0 

Jackson 

Lee's  Summit 

AIR  025-1 09A 

2002 

Extend,  mark,  light  runway  18/36;  design,  land, 

23,190,000 

24,035,984 

17,937,481 

AIR  025-1 09A2 

grading,  site  prep,  awos  installation.  Land  acquisition 

AIRE  01 5-1 09A 

is  on-going  and  dependent  on  federal  discretionary 

AIRE  025-1 09A 

funding. 

AIRE  035-1 09A 

AIR  035-1 09A 

AIR  045-1 09A 

AIRE  045-1 09A 

AIRE  055-1 09A 

Lincoln 

Lincoln  County 

AIR  076-053A 

2007 

Airport  feasibility  and  site  selection  study,  Airport 

180,000 

180,000 

127,350 

MoDOT 
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Construction  Work  in  Progress  in  SFY  2009 
RSMo  21.795.24.(4) 


County 

Airport 

Project  No. 

Award  Year 

Description 

STIP  Estimate 

Award  Cost 

Cost  thru  SFY  09 

Saline 

Marshall 

AIRE035-18B 
AIRE045-18B 
AIRE055-18B 
AIRE065-18B 
AIRE075-18B 
AIR  0753-1 8B 
AIR  075-1 8B 

2003 

Overlay  runway  and  lighting 

2,142,239 

2,014,916 

2,028,436 

Nodaway 

Maryville  (Northwest 
Missouri  Regional) 

AIRE  035-02A 
AIRE  045-02A 
AIRE  055-02A 
AIRS  0554-02A 
AIR  055-02A 
AIRE  065-02A 

2003 

Extend  runway,  expand  apron  andtaxiways,  lighting, 
entrance  road  and  parking  lot 

1 ,884,999 

1 ,788,687 

1,502,681 

Clay 

Mosby  (Midwest 
National  Air  Center) 

AIR  015-107B 
AIRE  015-107B 
AIRE  025-1 07B 
AIRE  035-1 07B 
AIR  035-1 07B 
AIRE  045-1 07B 
AIRE  055-1 07B 
AIRE  065-1 07B 
AIRE  075-1 07B 

2001 

Land,  extend  runway,  parallel  taxiway,  install  runway 
liqhting,  overlay  and  strengthen  existing  runway, 
taxiway  and  apron,  design  and  construct  hangar 
taxiways,  wetland  mitigation,  remove  obstructions 

8,323,039 

8,063,553 

6,630,346 

Vernon 

Nevada 

AIRE  045-82A 
AIRE  055-82A 
AIRE  065-82A 
AIRS  0653-82A 
AIR  065-82A 
Alrit  U/D-o^A 

2004 

Rehabilitate  runway  2/20,  upgrade  lighting 

2,890,807 

2,583,890 

2,353,218 

Wayne 

Piedmont 

AIR  086-70A 

2008 

Repair  to  lighitng,  REIL  and  AWOS  -  flood  damage 

180,000 

180,000 

173,351 

Maries 

Rolla 

AIR  076-56A 

2007 

Update  ALP 

90,000 

120,424 

106,996 

St.  Charles 

St.  Charles  Smartt 

AIR  086-1 1 1 A 

2008 

Apron  rehabilitation,  runway  safety  area  grading 

1,350,000 

1,295,404 

513,185 

Saint  Louis 

Saint  Louis  Lambert 

AIR  096-1 13C 

2009 

Air  service  promotion 

646,850 

646,850 

52,882 

Saint  Louis 

Saint  Louis  (Spirit) 

AIR  076-1 13A 

2007 

Construct  partial  parallel  taxiway  from  taxilane  1  to 
runway  8L;  land  acquisition 

2,250,000 

2,231,207 

2,123,049 

Saint  Louis 

Saint  Louis  (Spirit) 

AIR  086-1 13A 

2008 

Update  Master  Plan 

270,000 

288,000 

79,200 

MoDOT 
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Construction  Work  in  Progress  in  SFY  2009 
RSMo  21.795.24.(4) 


County 

Airport 

Project  No. 

Award  Year 

Description 

STIP  Estimate 

Award  Cost 

Cost  thru  SFY  09 

Pettis 

^pHpMp 

AIRE  n35-20A 

AIRE  045-20A 

i  \  1 1  1 1     u"J  ^un 

AIRE  055-20A 
AIRE  065-20A 
AIRE  075-20A 
AIR  086-20A 

2003 

Land  acquisition 

q^n  000 

894  068 

91 1  98R 

Greene 

Springfield-Branson 
Reg 

AIR  096-92A 

2009 

Air  service  promotion 

123,750 

123,750 

8,856 

Cedar 

Stockton 

AIR  086-86B 

2008 

Seal  and  mark  runway,  safety  area  grading 

225,000 

70,811 

16,871 

Taney 

Taney  County  (M 
Graham  Clark) 

AIR  076-101A 

2007 

Airprot  Layout  Plan 

72,000 

75,557 

60,763 

Oregon 

Thayer 

AIR  075-1 05A 

2007 

Sealcoat  and  mark  runway,  taxiway  and  apron  (issued 

nnrtipl  nnrppmpnt  fnr  thp  Hp^inn  nnl\/  Pt  thiQ  timp^ 

81,000 

17,672 

12,540 

Pulaski 

Waynesville  (US 
Army) 

AIRE  035-57B 
AIRE  045-57B 
AIRE  055-57B 
AIRE  065-57B 
AIR  065-57B 
AIR  075-57B 

2003 

Master  Plan  and  ALP  update,  fuel  facility,  construct 
new  t-hangars,  design  and  construct  general  aviation 
terminal  arrea 

1,905,790 

2,105,604 

2,094,151 

Morgan 

Versailles 

AIR  096-41 A 

2009 

Seal  coat  runway  7-25  and  connecting  taxiway 

450,000 

48,856 

9,639 

Johnson 

UCM  Max  B  Swisher 

AIR  086-1 9A 

2008 

Terminal  Area  Relocation 

270,000 

258,930 

141,398 

Johnson 

UCM  Max  B  Swisher 

AIR  086-1 9A1 
07-1 9A-6 

2008 

Grading  for  terminal  area  development  and  access 
road 

1,800,000 

1 ,593,428 

1 ,590,037 

Washington 

Washington  County 

AIR  096-60A 

2009 

Seal  runway,  connecting  taxiways,  apron  and  taxilane; 

162,000 

113,963 

13,920 

Pulaski 

Waynesville  (US 
Army) 

AIR  096-57B 

2009 

Air  service  promotion 

63,000 

63,000 

26,527 

TOTAL 

69,630,557 

70,164,619 

50,799,377 

The  STIP  estimate  reflects  the  federal  and  state  funding  share  programmed  for  the  project 

MoDOT  aviation  also  administers  a  general  aviation  airport  entitlement  program.  MoDOT  acts  as  a  pass  through  agency  for  these  funds. 
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Construction  Work  in  Progress  in  SFY  2009 
RSMo  21.795.24.(4) 


RAIL 


/""» 1  |  MTV 

UU  1  ff 

Project  No. 

Award  Year 

Description 

CTI 1  J   ^a4|  im 

o  i  ir  tstimate 

Award  Cost 

oost  tnru  orY  uy 

Knox 

UUo  Uo^J 

ddd  nnno/oo^\ 
nnr-UUUb(^o4) 

New  lights  and  gates  installation 

£lUU,UUU 

OCH  TOO 

CO  701 

bo,  /yi 

Macon 

UUo  1  Ublvl 

ddd  nnno/ooo\ 
nnr-UUl)o(^o) 

Permanent  Stop  Sign 

c  r\r\r\ 
b,UUU 

i    A  ~7  A 
1  ,4/4 

n 
U 

Macon 

nnc  -i  o-i  d 
UUo  1  cA  r 

ddd  nnno/ooo\ 
nnr-UU(Jo(^o) 

onn~7 

New  lights  and  gates  installation 

ono, 

i  oosy*to 

Chariton 

UUo  ^obM 

ddd  nnnG/o-i^\ 
nnr-UUUb(^l  4) 

onnc 
£UUb 

Permanent  Stop  Sign 

~7CA 

/04 

~7CA 

/04 

n 
U 

Carroll 

uuo  ouyb 

ddd  nnnG/o-i^\ 
nnr-UUUb(^l  4) 

Permanent  Stop  Sign 

/04 

/04 

n 
U 

Ray 

nnc  Q07D 
UUo  6d.fr 

DDD  nnnG/o-i^\ 
nnr-UUUb(^l  4J 

Oflfl7 

Permanent  Yield  Sign 

ceo 
bbo 

TO  A 

i  o4 

n 
U 

uiarK 

Ubo  bb4M 

ddd  nnnc/oi  o\ 
nnr-UUUb(^l  o) 

Oflfl7 

Permanent  Stop  Sign 

/04 

/04 

n 
U 

Lincoln 

Ubo  /b^V 

DDD  nnnG/0/iQ\ 
nnr-UUUb(^4o) 

£UUo 

New  lights  and  gates  installation 

^ou,uuu 

•i  CO  CI  c 

1  bo,bl  b 

7C  /I  TO 

/0,4/y 

Carroll 

flCQ  Q  i  A  \f 

Ubo  ol  4r\ 

ddd  nnno/ooT\ 
nnr-UUUb(^o/J 

New  lights  and  gates  installation 

£:UU,UUU 

HOH  TOO 

i  yi ,  /  d\d 

or\A  100 
^U4,  /oo 

Unit 

HOIt 

r\ir\  -i  ct/""1 
U/U  Ib/O 

ddd  nnnO  ioo~7\ 
ririr-UUUo  (^o/) 

£UUo 

New  lights  and  gates  installation 

onn  nnn 
tUUjUUU 

OC-j  QOA 

oo  i  ,yo^f 

oco  onR 
^Oo,^-UO 

ot.  onaries 

OTO  Q/IOT 

U/^i  o4y  1 

DDD  nnnG/oco\ 
nnr-UUUb(<iOo) 

^uuy 

New  lights  and  gates  installation 

i  /y,uyu 

i  t  ono 

i  /,yuy 

U 

HOIt 

noo  Tnov 
Uoo  /U^Y 

ddd  nnno  /oqt\ 
nhr-UUUb  U-O/) 

£UUo 

New  lights  and  gates  installation 

onn  nnn 

1  O  1  ,00^ 

1  AA 

\  **** ,OoO 

Audrain 

^yo  ooua 

ddd  nnnc  /ooo\ 
nrir-UUUb  U-0<£) 

New  lights  and  gates  installation 

ocn  nnn 

I  OD,H-  /  H 

CO  QTO 

oo,y  /  d. 

Audrain 

tdvo  oooV 

ddd  nnnO  /oon\ 
nrtr-UUUo  (^o<£) 

New  lights  and  gates  installation 

ocn  nnn 
^:OU,UUU 

I  Od,£L\JD 

CO  P1Q 

oy,o  1 0 

Audrain 

OOO  OCC  1 

ddd  nnno/ono\ 
KKr-UUUb(ZUo) 

onnc 
^UUb 

New  lights  and  gates  installation 

h  a  a  nnn 
1 44,UUU 

7  h  n  OTO 

1  1  0,eLl  d 

Tn  OTn 
/U,^/U 

Audrain 

^yj  ooot 

ddd  nnno/ono\ 
nnr-UUUb(^UOj 

onnc 
^UUb 

New  lights  and  gates  installation 

■i  a  a  nnn 
1 44,UUU 

h  on  TOG 

i  ^u,  /yb 

oc  a  on 
yb,4oU 

Cass 

nnn  OQ7D 

o^y  oo/r 

ddd  nnnc/i oc\ 
rinr-UUUb(l  yb) 

onnc 

New  lights  and  gates  installation 

■i  on  nnn 
1  oU,UUU 

i  oc  n^  i 
1  ob,U41 

H  C\A  OTO 

i  U4,^/y 

Bates 

oVy  obbA 

ddd  nnnc/onni 
nnr-UUUb(^UU) 

onnc 
^UUb 

New  lights  and  gates  installation 

■i  a  a  nnn 
1 44,UUU 

H  CO  OCO 

1  O£i,oby 

OC  coo 

Bates 

onn  Q7nD 
o^y  o/Ur 

ddd  nnno/ono\ 
nnr-UUUb(^UOj 

onnc 
^UUb 

New  lights  and  gates  installation 

■i  a  a  nnn 
1 44,UUU 

■i  AC  COO 

1 4b,0o^ 

■i  nc  ono 
1  UO,oUo 

Bates 

ovy  o/  tdu 

ddd  nnno/ono\ 
nnr-UUUb(^UOj 

onnc 
^UUb 

New  lights  and  gates  installation 

■i  a  a  nnn 
1 44,UUU 

H  70  OTT 
1  / O,o/  / 

■i  AO  oon 

1 4o,yoU 

Cass 

oon  oonD 

o^y  yyub 

ddd  nnnc  /nnn\ 
nnr-UUUb  (<^Uy) 

onnc 
^UUb 

New  lights  and  gates  installation 

1  aa  nnn 

1  O  1  jOUf 

I  tlOjOOO 

Bates 

oon  once 

o^y  oybo 

ddd  nnnc  /ono\ 
nnr-UUUb  (<^Uy) 

onnc 
^UUb 

New  lights  and  gates  installation 

1  wn  nnn 

I  OUjUUU 

i  /  c.  ,ooy 

1  nfi  4.97 

Bates 

oon  otoi  i 

o^y  y/uu 

ddd  nnnO/ono\ 
nnr-UUUb  (^Uoj 

onnc 

Closure 

c  nnn 
0,UUU 

1  o,ol  0 

n 
U 

oaiawen 

OTE  /I7H  D 
O/O  4/1 D 

ddd  nnr>o/ooc\ 
nnr-UUUb(^b) 

onn~7 

New  lights  and  gates  installation 

1  an  nnn 

I  OUjUUU 

OOO 

OOT  /I1C 

<io/,41  b 

oaioweii 

Q7J-  A~70D 

o/O  4/or 

DDD  nnnO/ooc\ 
nnr-UUUb(^b) 

onn~7 

New  lights  and  gates  installation 

1  an  nnn 

I  OUjUUU 

1Q1  QAQ 

i  y  i  ,yoy 

1  77  4Rfi 
I  /  /  jHOO 

Vernon 

i  nOQD 

41 1  UZob 

ddd  nnnc/ooc\ 
nnr-UUUb(^O) 

onn~7 

Permanent  Yield  Sign 

OUU 

i  yo 

n 

U 

Vernon 

41 1  u^yn 

ddd  nnr>c/ooc\ 
nnr-UUUb(^^O) 

onn~7 

Permanent  Yield  Sign 

OUU 

i  yo 

n 
U 

Vernon 

411  votdri 

ddd  nnnc/ooc\ 
nnr-UUUb(^O) 

onn~7 

Permanent  Stop  Sign 

OUU 

i  yo 

n 
U 

Vernon 

A  4  -\  no  A  c 
411  Uo4b 

ddd  nnnc/ooc\ 
nnr-UUUb(^O) 

onn~7 

Permanent  Yield  Sign 

OUU 

i  yo 

n 

U 

Vernon 

41 1  UoOL 

ddd  nnnc/ooc\ 
nnr-UUUb(^O) 

onn~7 

Permanent  Yield  Sign 

OUU 

i  yo 

n 
u 

Vernon 

41 1  Uoob 

ddd  nnnc/ooc\ 
nnr-UUUb(^O) 

onn~7 

Permanent  Yield  Sign 

OUU 

i  yo 

n 
u 

Vernon 

A  -i  -i  Pi  a  nui 

41 1  U4UH 

ddd  nnnc/ooc\ 
nnr-UUUb(^O) 

onn"7 

Permanent  Yield  Sign 

OUU 

i  yo 

n 
u 

vernon 

4  I  I  U40U 

ppp  nnnQ/99c;\ 
nnr-uuuo^^Oj 

onn.7 

rermanem  iieio  oign 

^nn 

1  cm 

n 

Vernon 

41 1  044K 

RRP-000S(225) 

2007 

Permanent  Yield  Sign 

500 

195 

0 

Vernon 

411  046 Y 

RRP-000S(225) 

2007 

Permanent  Yield  Sign 

500 

195 

0 

Vernon 

411  051V 

RRP-000S(225) 

2007 

Permanent  Yield  Sign 

500 

195 

0 

Vernon 

41 1  052C 

RRP-000S(225) 

2007 

Permanent  Yield  Sign 

500 

195 

0 

Vernon 

41 1  053J 

RRP-000S(225) 

2007 

Closure 

5,000 

2,500 

0 

St.  Louis  City 

424  961 E 

RRP-000S(211) 

2007 

New  lights  and  gates  installation 

120,000 

168,548 

168,548 

Lawrence 

435  117L 

RRP-000S(237) 

2008 

New  lights  and  gates  installation 

175,000 

184,956 

0 

MoDOT 
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Construction  Work  in  Progress  in  SFY  2009 
RSMo  21.795.24.(4) 


f*f\l  IMTV 

UU  1  ff 

Project  No. 

Award  Year 

Description 

CTI  D  Crti  mntn 

o  i  ik  tstimate 

Award  Cost 

r»n„t  ikm  ccv  no 

oost  triru  ori  uy 

Johnson 

a  a  o  nnci 
44*i  UUbL 

ddd  nnnc/ooo^ 
nnr-UUUo(^y) 

onno 

New  lights  and  gates  installation 

ooc  ocn 
^^b,^oU 

Qn  i  "7/1 

oU,l  /4 

Cooper 

A  A  O  17/lC 

44*i  1  /  4b 

nnr-UUUb(^l  I) 

New  lights  and  gates  installation 

■i  a  a  nnn 
1 44,UUU 

i  no  O/l  i 

i  yy,o4i 

H  Q7  A  Q~7 

1  o/ ,4o/ 

Moniteau 

A  A  O  i  nci/ 

44*1  1  yor\ 

ddd  nnno/oi  7\ 
nrir-UUUb(^l  /) 

onno 

New  lights  and  gates  installation 

■i  a  a  nr\r\ 
\  44,UUU 

H  7o  on/i 

i  /o,oy4 

i  cn  ncn 

i  ou,you 

Moniteau 

/i  a  o  oncw 
44*i  <i(JbV 

ddd  nnno/oi  7\ 
r\rir-UUUo(^l  I) 

onno 

New  lights  and  gates  installation 

■i  a  a  nnn 
1 44,UUU 

H  TO  OO/I 

i  /^,oy4 

■i  Af\  a  no 
1 41), 41)^ 

Moniteau 

A  A  O  OIOD 

44*i  <il  or 

ddd  nnno/oi  7\ 
ririr-UUUo(^l  I) 

onno 

New  lights  and  gates  installation 

■i  a  a  nnn 
1 44,UUU 

•i  co  no"7 
1  bo,Uo/ 

H  OO  CHO 

i  oo, oi  y 

Moniteau 

/I  /I  O  OO  i  R 

44.i  ^ol  U 

ddd  nnno i or\~7\ 
nrir-UUUo(^U/J 

onno 

New  lights  and  gates  installation 

■i  a  a  nnn 
1 44,UUU 

OCO  70C 

^b^,  /  oo 

oa  n  ono 
^4U,oUo 

Moniteau 

/I  /I  O  oooO 

44*i  tdooo 

ddd  r\r\r\d /or\~7\ 
nrir-UUUo(^U/J 

onno 

New  lights  and  gates  installation 

■i  a  a  nnn 
1 44,UUU 

O7o  one 
^/o,oUb 

O/i /i  ncn 
<^44,ybU 

Bates 

a  ao  none 
44o  Uoyh 

ddd  nnnc/oo/n 
nrir-UUUo(^<i4J 

onno 

New  lights  and  gates  installation 

c  nnn 

i  oi  ,ybi 

C"7  QCO 
b/  ,00£l 

Bates 

a  ao  nnn  a 
44o  UyUA 

ddd  r\r\r\C/ooA\ 
Knr-UUUb(^<i4) 

^UUo 

Closure 

\  til  ,OUU 

H  07C 

i  ,y /o 

U 

Bates 

A  AO  nfl  H  O 

44o  uyi  O 

ddd  r\r\r\dooA\ 
Knr-UUUb(^4) 

^UUo 

New  lights  and  gates  installation 

h  07  enn 
\  til  ,OUU 

i  oi  ,ybi 

c"7  nnn 

b/ ,uuy 

Bates 

A  AO  nooM 
44o  Uy^N 

ddd  r\r\r\dooA\ 
nrir-UUUo(^<i4J 

onno 
^UUo 

New  lights  and  gates  installation 

h  07  enn 
\  til  ,OUU 

i  oi  ,ybi 

U 

Bates 

A  AO  noo\/ 

44o  uyov 

ddd  r\r\r\dooA\ 
Knr-UUUb(^4) 

New  lights  and  gates  installation 

c  nnn 

o,uuu 

i  qc  on^ 
1  oo,oU4 

cn  cno 

by,oyo 

Bates 

A  AO  noc  1 

44o  uyoj 

ddd  r\r\r\C/ooA\ 
Knr-UUUb(^4) 

^UUo 

Closure 

c  nnn 

o,uuu 

i  ,b/y 

n 
U 

Bates 

A  AO  nocD 
44o  (jybn 

ddd  r\r\r\dooA\ 
Knr-UUUb(^4) 

^UUo 

New  lights  and  gates  installation 

c  nnn 

o,uuu 

H  OO  OOQ 

1  oo,ooo 

C"7  OC7 

b/ ,ob/ 

Bates 

A  AO  ntl7V 

44o  uy /A 

ddd  r\r\r\C/ooA\ 
KKr-UUUb(^4) 

^UUo 

Closure 

h  07  enn 

h  c"7n 

i  ,b/y 

U 

Bates 

/i  /i  o  nnoc 
44o  (jyob 

ddd  r\r\r\dooA\ 
KKr-UUUb(^4) 

onno 
^UUo 

Closure 

c  nnn 

o,uuu 

h  c"7n 

i  ,b/y 

U 

Butler 

/l  A  O  COQU 

44o  ooorl 

ddd  nnno/OT3\ 
HHr-UUUb(^^o) 

onno 
^UUo 

New  lights  and  gates  installation 

•\  on  nnn 
\  o(J,UUU 

O/in  0"7Q 

^4y,^/o 

oni  enn 

^ui  ,buy 

Wayne 

a  ac  ha  nr* 
44b  U4Uo 

DDD  nnnC/01  7\ 
HHr-UUUb(^l  /) 

onno 
^UUo 

New  lights  and  gates  installation 

i  on  nnn 
\  oU,UUU 

^o-i  a  no 
1  ol  ,4Uo 

H  70  "7n/1 

I/O,  /U4 

otoooara 

/i a c  o/in\/ 
44b  o4UV 

ddd  nnnc/ioi\ 
HHr-(J(JUb(l  ol ) 

onno 
^UUo 

New  lights  and  gates  installation 

i  on  nnn 
\  oU,UUU 

oc  nnn 
^b,UUU 

U 

otoooara 

A  AC  O  A  CI 

44b  o4bl_ 

ddd  nnnc/o/ic\ 
HHr-UUUb(^4o) 

onnn 

^uuy 

New  lights  and  gates  installation 

onn  nnn 
^UU,UUU 

on/i  nno 

^y4,yyo 

U 

Of     1    ni  iln 

bt.  LOUIS 

4ou  ^y^w 

ddd  nnnO/i  co\ 
nrir-(J(J(Jb(l  oo) 

i  yyy 

New  lights  and  gates  installation 

oon  nnn 

"7  /I  QO 

/  ,4oo 

U 

Marion 

/i  on  cnoi 
4oU  bUyL 

ddd  nnnO/ooo\ 
nHr-(JUUb(£ioo) 

^UUo 

New  lights  and  gates  installation 

onn  nnn 
^(JU,UUU 

H  oq  on/i 

i  oo,^y4 

i  n  cr\A 
1  U,bU4 

nans 

A  OC\  C07D 

4oU  bo/r 

ddd  nnnC/ooo\ 
rinr-UUUb(^oo) 

^UUo 

New  lights  and  gates  installation 

i  cn  nnn 

OO/i  one 

^o4,yub 

OO/I  QD/1 

^o4,oo4 

Hans 

A  OH  CA  A  A 

4oU  b44A 

ddd  nnnC/ocn\ 
nnr-UUUb(^oU) 

onno 

New  lights  and  gates  installation 

onn  nnn 
^(JU,UUU 

one  ooh 

^yb,ool 

■\  ~7-\  AAA 

1/1 ,444 

Boone 

/I  Qfl  "70"7I  1 

4oU  /o/U 

ddd  nnnC/oo7\ 
nrir-IJUUb(^^/) 

Permanent  Yield  Sign 

ETC 
O/O 

ccn 
ODU 

n 
U 

Boone 

ylQfl  70QD 

4oU  /oob 

ddd  nnno/oo7\ 
nrtr-UUUb(^^/ J 

^UU/ 

Permanent  Yield  Sign 

ETC 
O/O 

ccn 
ODU 

n 
U 

Boone 

/i  on  "7^  n/"* 
4oU  /4UO 

ddd  nnnC/oo7\ 
nrir-IJUUb(<i^/) 

Permanent  Yield  Sign 

O/O 

ODU 

n 
U 

Boone 

/i  on  i a  -\  i 
4oU  /41J 

ddd  nnnc/oo7\ 
nKr-uUUb(^*i /) 

^UU/ 

Permanent  Yield  Sign 

C7C 
O/O 

ccn 
ODU 

n 
U 

Boone 

a  on  "7/i  c~r 
4oU  / 4b  1 

ddd  nnnC/oo7\ 
nrir-IJUUb(<i^  / ) 

Permanent  Yield  Sign 

C7C 
O/O 

ccn 
ODU 

n 
U 

Boone 

a  on  1 A  1  A 
4oU  /4/A 

ddd  nnno/oo7\ 

Permanent  Yield  Sign 

C7C 
O/O 

ccn 
ODU 

n 
U 

Boone 

/I  Qfl  "7/1  OM 

4oU  /4yiNI 

DDD  flAA0/007\ 

nrir-IJUUb(<i^/) 

Permanent  Yield  Sign 

C7C 
O/O 

ccn 
ODU 

n 
U 

Boone 

/ion  "7cni_i 
4oU  /oUH 

ddd  nnno/oo7\ 
nnr-uUUb(^^/) 

Permanent  Yield  Sign 

O/O 

ccn 
ODU 

n 
U 

Boone 

/I  Qfl  "7C/1  l/- 

4oU  /o4rv 

ddd  nnnC/oo7\ 
nrtr-IJUUb(^^/) 

Permanent  Yield  Sign 

C7C 
O/O 

ccn 
ODU 

n 
U 

Boone 

A  Qfl  7COI  1 

4ou  /oyu 

DDD  AAA0/007\ 

Knr-U(JUb(^/) 

^UU/ 

Permanent  Yield  Sign 

C7C 
O/O 

ccn 
ODU 

n 
U 

Boone 

4oU  iOd\s 

OC\C\1 
^iUU  / 

rermanem  rieia  oiyn 

ODU 

n 

Boone 

480  767L 

RRP-000S(227) 

2007 

Permanent  Yield  Sign 

575 

560 

0 

Boone 

480  768T 

RRP-000S(227) 

2007 

Permanent  Yield  Sign 

575 

560 

0 

Boone 

480  770U 

RRP-000S(227) 

2007 

Permanent  Yield  Sign 

575 

560 

0 

Boone 

480  775  D 

RRP-000S(227) 

2007 

Permanent  Yield  Sign 

575 

560 

0 

Boone 

480  776K 

RRP-000S(227) 

2007 

Permanent  Yield  Sign 

575 

560 

0 

Boone 

480  778Y 

RRP-000S(260) 

2009 

Upgrade  lights  from  incandescent  to  LEDs 

25,000 

20,881 

0 

MoDOT 
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Construction  Work  in  Progress  in  SFY  2009 
RSMo  21.795.24.(4) 


f*f\l  IMTV 

UUUIN  1  Y 

UU  1  ff 

Project  No. 

Award  Year 

Description 

o  i  ir  estimate 

Award  Cost 

r»n„t  ikm  ccv  no 

uost  triru  ori  uy 

Boone 

4ou  /yi  ivi 

r\nr-UUUb(^/) 

onn7 

dWf 

Permanent  Yield  Sign 

c.7c 

0/0 

c.^n 
Obu 

n 
U 

Boone 

a  on  7no  d 
4oU  /yob 

r\nr-UUUb(^/) 

^UU/ 

Permanent  Yield  Sign 

c.7c 

0/0 

cpn 
Obu 

n 
U 

Boone 

A  Qfl  "700C 

4ou  /yyo 

ddd  nr\r\0 /nn~7\ 
r\rfr-UUUb(^/) 

onr\7 
dUU/ 

Permanent  Yield  Sign 

c.7c 

0/0 

c.pn 
Obu 

n 
U 

Boone 

a  on  oni  d 
4oU  oUI  H 

ddd  nnnc/oo7\ 
r\nr-UUUb(^/) 

onn~7 

^UU/ 

Permanent  Yield  Sign 

c.7c 

0/0 

c^n 
Obu 

n 
U 

Bates 

4oo  UooY 

ddd  nnno/oo/n 
r\nr-UUUb(^4) 

^UUo 

Closure 

c  nnn 
0,UUU 

1  ,y /o 

n 
U 

Audrain 

,1  QO  C  A  Ci\  1 

4oo  b4yu 

ddd  nnno  /ooo\ 
rtrtr-UUUb  \d-od.) 

^UU/ 

New  lights  and  gates  installation 

onn  nnn 

£:UU,UUU 

I  0  I  ,4  I  D 

1  oc  nnc 
I  00,UUO 

Audrain 

AQO  CCOP 

4oo  bo^O 

ddd  nnno  /ooo\ 
rtrtr-UUUb  \d-od.) 

^UU/ 

New  lights  and  gates  installation 

onn  nnn 
£:UU,UUU 

1  AC.  n«Q 

1 4o,uoy 

1  h  o  oon 
I  IO,*:oU 

Chariton 

4oo  / /Ub 

ddd  r\r\r\a /oaq\ 
rtrtr-UUUb(Z4o) 

onno 

Upgrade  active  warning  devices 

h  cn  nnn 
\  OU,UUU 

CQ  COC 
00,000 

n 
U 

Chariton 

4oo  /  /  4b 

ddd  r\r\r\C i a  o\ 
rtnr-UUUb(Z4o) 

onno 

New  lights  and  gates  installation 

h  cn  nnn 
1  OU,UUU 

i  oc  no  -i 

\  oo,yoi 

n 
U 

Greene 

CCA  i  nop 
bb4  lU^O 

ddd  nnno/oci^ 
rtnr-UUUb(^01  J 

onno 

Upgrade  lights  from  incandescent  to  LEDs 

oc  nnn 
*:o,UUU 

OH    H  "70 

ill  ,1  to 

i  C  7QQ 

1  o,  /bo 

Crawford 

bb4  41 4r\ 

ddd  nnnc/oco\ 
rtrtr-UUUb(^bo) 

^uuy 

New  lights  and  gates  installation 

onn  nnn 
*:UU,UUU 

1  by,oo4 

n 
U 

Phelps 

CCA  C~7"7I  1 

bb4  0/  /U 

rtrtr-UUUb(^4y) 

onno 
£iUUo 

Closure 

o  nnn 
^,UUU 

H  COO 

1  ,boo 

n 
U 

Phelps 

bb4  o/yH 

ddd  nnno/o^o\ 
HHr-UUUb(^4y) 

Upgrade  active  warning  devices 

h  nn  nnn 
\  UU,UUU 

H  OC  Oi  C 

CC  A  "7C 

Ob,4/b 

Phelps 

bb4  OoUO 

ddd  r\r\r\C /oaci\ 
HHr-UUUb(^4y) 

onno 

Upgrade  active  warning  devices 

h  nn  nnn 
\  UU,UUU 

n  17  ■(  nc 
1 1  /  ,1  U0 

^  C  "7C  i 

4b,  /ol 

Phelps 

CCA    CQH  1 

bb4  ool  J 

ddd  nnnc/o^o\ 
KKr-UUUb(^4y) 

^UUo 

Upgrade  active  warning  devices 

h  nn  nnn 
\  UU,UUU 

H  07  ccn 

1  o/,bby 

C/1  COO 

04, boy 

New  Madrid 

bbo  bU/M 

ddd  nnno  /o>m\ 
rtrtr-UUUb  (^4(J) 

onno 

New  lights  and  gates  installation 

onn  nnn 
^:UU,UUU 

1  CO  oop 
I  00,000 

I  £L£L,O00 

Webster 

CC7  COO  1 

bb/  boo  J 

ddd  nnnc  /o/i -i  \ 
nHr-UUUb  (<i41 ) 

onno 
^UUo 

New  lights  and  gates  installation 

onn  nnn 
^UU,UUU 

1  C7  «C3 

I  0/  ,000 

1  OQ  QQQ 

i  oo,yoy 

Webster 

CC7  C  yi  n  1  1 

bb  /  b4UU 

ddd  nnnc  /ooc\ 
nHr-UUUb  (^ob) 

onno 
^UUo 

New  lights  and  gates  installation 

onn  nnn 

1  CQ  /I  CQ 

i  oy,4oo 

1  o.Q  ocn 
i  oy,you 

Oregon 

CC7  OnOD 

bb/  oUob 

ddd  nnnO/ocn\ 
HHr-UUUb(^oy) 

onno 

^uuy 

Close  crossing,  replace  bridge 

■i  nn  nnn 

i  yu,uuu 

h  07  onn 
1  o/,^UU 

n 

u 

Newton 

bbo  00/  1 

ddd  nnnC/occ\ 
rtrtr-UUUb(^OO) 

onno 

^uuy 

New  lights  and  gates  installation 

■\  cn  nnn 

1  ou,uuu 

1 4i  ,4yi 

OC  CTO 

^b,b/£i 

Newton 

CCO  Q7nD 

bbo  o/Ub 

ddd  nnnC/occ\ 
rtrtr-UUUb^OO) 

onno 

^uuy 

New  lights  and  gates  installation 

4  cn  nnn 

1  ou,uuu 

■\  A  a  no~7 
1 44,U<i/ 

on  i  oo 

ou,i  oy 

Webster 

C"70  OOOD 

b/o  d.tL\dr 

ddd  nnnc  /ooc\ 
HHr-UUUb  [doo) 

onno 
^UUo 

New  lights  and  gates  installation 

onn  nnn 
^UU,UUU 

HCH  OQO 

i  b  i  ,^yo 

i  <io,oyb 

Lawrence 

c~7o  once 
b/o  oUor 

ddd  nnnc  /ooc\ 
HHr-UUUb  [doo) 

onno 

New  lights  and  gates  installation 

onn  nnn 
^UU,UUU 

I  04,  I  DO 

117  rqc; 

i  i  /  ,oyo 

Barry 

C"70  OC"7H 

b/o  ob/U 

ddd  nnnC/ioni 
HHr-UUUb(l  yU) 

onnc 
^UUO 

Safety  improvements 

cc  nnn 
O0,UUU 

q  ocyl 

o,^b4 

n 

u 

Greene 

C"7C  CO/1V 

b/b  by4Y 

ddd  nnnC/oon\ 
rtrtr-UUUb(^U) 

^uu/ 

Permanent  Yield  Sign 

9  nnn 

1  70Q 

1  A1  « 
I  ,4  I  O 

Greene 

C"7C  CfiCC 

b/b  byor 

ddd  nnno/oon\ 
KKr-UUUb(^U) 

onno 
^UUo 

Permanent  Yield  Sign 

enn 
OUU 

ocn 

oby 

n 

u 

Greene 

b/b  by b IVI 

ddd  nnno/oon\ 
rtrtr-UUUb(^U) 

onno 
^UUo 

Permanent  Yield  Sign 

enn 
OUU 

ocn 

oby 

n 

u 

Greene 

C"7C  CO"7l  1 

b/b  by/U 

ddd  nnnC/oon\ 
rtrtr-UUUb(^U) 

^UUo 

Permanent  Yield  Sign 

enn 
OUU 

ocn 

oby 

n 

u 

ocon 

"7P7  QQRR 

/o/  yyoD 

rtr\r-UUUo^40J 

£iuuy 

NKW  IICjMlb  dlld  ydlfcJb  IllbldlldUOll 

oon  nnn 

OoU,UUU 

OQA  CQC 

oy4,oyo 

n 
U 

Boone 

913  234B 

RRP-000S(227) 

2007 

Permanent  Yield  Sign 

575 

560 

0 

Newton 

919  240A 

RRP-000S(191) 

2006 

lights  and  gates;  close  3  crossings 

500,000 

473,969 

100,484 

Phelps 

929  007T 

RRP-000S(249) 

2008 

New  lights  and  gates  installation 

100,000 

179,123 

59,366 

RAIL  TOTAL 

10,798,595 

10,766,480 

6,002,333 

MoDOT 
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Construction  Work  in  Progress  in  SFY  2009 
RSMo  21.795.24.(4) 


WATERWAYS 


County 

Port 

Project  No. 

Award  Year 

Description 

STIP  Estimate 

Award  Cost 

Cost  thru  SFY09 

Pemiscot 

Pemiscot  County  Port 
Authority 

WCI09000111 

2009 

Rail  construction 

$3,226,000 

$3,226,000 

$1,601,045 

New  Madrid 

New  Madrid  County 
Port  Authority 

WCI09000101 

2009 

Warehouse  and  rail  extension 

$1,150,000 

$1,150,000 

$1,092,720 

Buchanan 

St.  Joseph  Regional 
Port  Authority 

WCI09000141 

2009 

Service  road  improvements,  land  acquisition  and  truck 
scales 

$528,442 

$528,442 

$344,498 

Howard 
Cooper 

Howard/Cooper 
County  Regional  Port 
Authority 

WCI09000022 

2009 

Truck  scale  and  foundation  for  grain  bin 

$84,000 

$84,000 

$0 

Ste.  Genevieve 

New  Bourbon  Regiona 
Port  Authority 

WCI09000121 

2009 

Phase  1  harbor  construction  and  ferry  equipment 
upgrade 

$550,000 

$550,000 

$80,277 

Cape 

Girardeau/ 

Southeast  Missouri 
Regional  Port  Authority 

WCI09000081 

2009 

Rail  improvements 

$1,046,558 

$1,046,558 

$964,892 

St.  Louis  City 

City  of  St.  Louis  Port 
Authority 

WCI09000051 

2009 

Municipal  dock  improvements 

$225,000 

$225,000 

$127,731 

WATERWAYS  TOTAL 

$6,810,000 

$6,810,000 

$4,211,163 

AVIATION 

69,630,557 

70,164,619 

50,799,377 

RAIL 

10,798,595 

10,766,480 

6,002,333 

WATERWAYS 

6,810,000 

6,810,000 

4,211,163 

DIVISION  TOTAL 

$87,239,152.00 

$87,741,099.00 

$61,012,873.00 

MoDOT 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  in  2009 

RSMo  21.795.3(5,6) 


Introduction 

The  information  in  this  section  is  in  accordance  with  the  following  sections 
of  the  reporting  statute.  "(5)  The  current  status  as  to  completion,  by  project, 
of  the  fifteen-year  road  and  bridge  program  adopted  in  1992.  The  first 
written  report  submitted  pursuant  to  this  section  shall  include  the  original 
cost  estimate,  updated  estimate  and  final  completed  cost  by  project.  Each 
written  report  submitted  thereafter  shall  include  the  cost  estimate  at  the 
time  the  project  was  placed  on  the  most  recent  five-year  highway  and 
bridge  construction  plan  and  the  final  completed  cost  by  project;  (6)  The 
reasons  for  cost  increases  or  decreases  exceeding  five  million  dollars  or  ten 
percent  relative  to  cost  estimates  and  final  completed  costs  for  projects  in 
the  state  highway  and  bridge  construction  program  or  any  other  projects 
relating  to  other  modes  of  transportation  completed  in  the  preceding  state 
fiscal  year.  Cost  increases  or  decreases  shall  be  determined  by  comparing 
the  cost  estimate  at  the  time  the  project  was  placed  on  the  most  recent  five- 
year  highway  and  bridge  construction  plan  and  the  final  completed  cost  by 
project.  The  reasons  shall  include  the  amounts  resulting  from  inflation, 
department-wide  design  changes,  changes  in  project  scope,  federal 
mandates,  or  other  factors; ... "  Section  21.795.3(5)  and  (6),  RSMo  Supp. 
2002  (L.  2003  TAFP  HB  668). 

The  programmed  cost  estimates  and  completed  costs  are  compared  in  this  section.  Included  in 
the  estimate  and  award  costs  are  costs  for  preliminary  engineering  (developing  the  roadway  and 
bridge  plans),  right  of  way,  construction  engineering  (inspecting  the  project  during  construction) 
and  construction.  The  programmed  cost  on  the  most  recent  Five-Year  Highway  and  Bridge 
Schedule  is  compared  with  the  total  cost  of  each  project  completed  in  fiscal  year  2009. 
Explanations  are  provided  for  projects  that  indicate  a  difference  of  more  than  10  percent  or  $5 
million  between  the  programmed  cost  estimate  and  the  actual  amount  spent  on  the  project. 


MoDOT  is  delivering  transportation  projects  within  a  reasonable  deviation  from  the  most 
recently  programmed  estimates.  A  total  of  41 1  projects  were  completed  in  fiscal  year  2009.  The 
project  estimates  equaled  $1,588,013,000.  The  cost  to  complete  the  projects  totaled 
$1,592,980,000.  The  difference  of  $4,967,000  represents  an  increase  of  0.31%.  The  historical 
deviations  over  the  last  twelve  years  are  shown  below. 


Percent  Deviation  of  Program  Estimates 
Compared  to  Costs  of  Projects  Completed 
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□  %  Deviation  of  Program  Estimates  Compared  to  Costs  of  Projects  Completed 


For  other  modes  of  transportation,  the  estimate  for  capital  projects  in  progress  completed  in  state 
fiscal  year  2009  equaled  $24,165,033.  The  actual  cost  to  complete  these  projects  is  $23,302,161, 
which  is  a  savings  of  $862,872  or  4  percent  less  than  the  project  estimate.  These  numbers  do  not 
include  operating  assistance  for  the  other  modes,  such  as  Amtrak,  OATS,  Missouri  Elderly  and 
Handicapped  Transportation  Assistance  Program  and  traffic  control  tower  operating  assistance. 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  in  SFY  2009 

RSMo  21.795.3(6) 
KEY 

County  Job  number  used  Project  estimate  Percent  difference 

location  of  to  track  project  from  the  most  between  estimate  and 

project  costs  recent  program  cost  to  complete 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Location/Improvement 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Reason(s): 

$  Difference 

Route 
location 
of  project 


Month  and 
year  in  which 
work  was 
started 


Project  description  and  location 


Project  cost  to 
complete 


Dollar  difference 
between  estimate  and 
cost  to  complete 


Reason  for  increase  or  decrease,  if  cost  to  complete  varies  from  estimate  by  more  than  10%  or  $5  million 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Andrew 


29 


51 2153C 


Completion 

5/20/2009 


4/2008 


Reason(s): 


On-call  preventive  maintenance  and  pavement  repair  on 
I-29  from  Rte.  Kto  Rte.  92  in  Platte  County.  Also 
includes  I-229  in  Andrew  and  Buchanan  Counties. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$243 

$0 
$16 
$227 
$0 


$0 
$0 
$0 


$259 

$o 

$21 
$238 

$o 
$o 

$0 
$0 
$0 
$0 


6.58% 


$  Difference 
$  16 


CN  Award 

Cost  +  Cont.  $553 


Andrew 


48 


1L1000B 


Completion 

12/19/2008 


5/2008 


Reason(s): 


Thin  pavement  treatment  from  Rte.  71  to  Rte.  M. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components,  and  lower  than  expected  engineering 
costs. 


$919 

PE 

$2 

CE: 

$59 

CN: 

$858 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract  $0 

Other: 

Budget  Transfer: 

$1,426 

PE 

$29 

CE: 

$90 

CN: 

$1,307 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

$810 

$0 
$13 
$796 

$o 
$o 

$0 
$0 
$0 


-11.86% 


$  Difference 
$  -109 


CN  Award 

Cost  +  Cont.  $658 


Andrew 


59 


1S2151 


Completion 

4/6/2009 


7/2008 


Reason(s): 


Resurface  driving  lanes  and  shoulders  from  1-29 
interchange  to  LP  29  intersection  (North  Belt  Highway) 
near  St.  Joseph. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


NonContract 
Other: 

Budget  Transfer. 


$0 


$1,435 

$32 
$56 
$1,347 

$o 
$o 

$0 
$0 
$0 
$0 


0.63% 

$  Difference 
$  9 


CN  Award 

Cost  +  Cont.  $1,271 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Andrew 

71 

1S2152 

7/2008 

Resurface  driving  lanes  from  Price  Street  in  Savannah 
to  the  1-29  interchange  north  of  St.  Joseph. 

$2,016 

$1,818 

-9.82% 

Completion 

4/6/2009 

PE  $29 
CE :  $128 

$17 
$85 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,859 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1, 717 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  Z77 
cost  -r  (~onu.  J>-L,  /JJ 

Atchison 

29 

5I2153B 

4/2008 

On-call  preventive  maintenance  and  pavement  repair 
from  the  Iowa  State  Line  to  Route  K  in  Andrew  County. 

$334 

$411 

23.05% 

Completion 

5/20/2009 

PE  $0 
CE :  $22 

$0 
$14 

$  Difference 

£  "7"7 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
this  being  an  on-call  repair  project.  The  need  for 
repairs  was  higher  than  estimated. 

CN:  $312 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$398 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  T  L^OIlL.    ~P  s  JZ? 

Buchanan 

169 

1P0965 

6/2008 

Preventative  maintenance  treatment  on  driving  lanes 
from  Rte.  FF  in  St.  Joseph  to  Clay  County  line. 

$1,061 

$865 

-18.47% 

Completion 

2/4/2009 

PE  $9 
CE :  $68 

$28 
$70 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components. 

CN:  $984 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$767 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $782 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Buchanan 

229 

II 0968 

4/2007 

Rpnlapp  oynancinn  iointc  fl  m  milp  cmith  nf  RtP  RQ 
nouidut;  cAUdi  ibiui  i  juniio  u.  i  j  Mint;  ouun  i  ui  rue.  J3 

Ramp,  in  St.  Joseph.  Project  involves  bridge  A2225 
(northbound  and  southbound  lanes). 

$3,044 

$2,202 

-27.66% 

PE 

$10 

$56 

$  Difference 

Completion 

12/19/2008 

CE: 

$195 

$150 

Reason(s): 

1  lit;  oubl  Colli  1  Idle  UcvldleU  IIUI1I  Ule  dUlUdl  OUol  UUu  lu 

recent  changes  in  market  prices  for  project 
components. 

CN: 

RWlnc: 

RW: 

Utilities 

$2,839 
$0 
$0 
$0 

$1,996 

$o 
$o 

$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£?  n^iP 
cost  -r  (~onu.  3>^,  l/ji? 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Buchanan 

229 

11 0969 

4/2007 

Rpnlanp  PYnariQinn  inintQ  0  R  milp  Qni  ith  nf  thp  Rtp  '-Ifi 

nC|JldOC  CAJJcU  lolUI  1  JUIIILo  U.U  IIMIC  oUUlll  UI  LI  ic  nit?,  ou 

interchange,  in  St.  Joseph.  Project  involves  bridge 
A3032. 

$632 

$489 

-22.63% 

PE 

$10 

$14 

$  Difference 

Completion 

12/19/2008 

CE: 

$40 

$23 

;p  -113 

Reason(s): 

Thp  Anct  actimcitp  Hp\/i3fpH  frnm  thp  nntiicil  met  Hi  ip  tn 

1  lit?  LiUol  obllllldLo  UtJVIdltJU  IIUIII  U  It?  dULUdl  UUol  UUtr  IU 

recent  changes  in  market  prices  for  project 
components  and  lower  than  expected  inspection  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$582 
$0 
$0 
$0 

$453 

$o 
$o 

$0 

CN  Award 

COST  t  L^OnC.  ■P'-tUi+ 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Buchanan 

229 

11 0972 

4/2007 

Ronlaro  oynancinn  inintc  nn  ramn  from  cmithhminH  1- 

ntrpidUtr  tJAUdl  lolUI  1  JUIIILo  UN  IdlllU  IIUIII  oUUll  IUUUI  IU  1 

229  to  eastbound  Rte.  36  in  St.  Joseph.  Project  involves 
bridge  A2232. 

$311 

$270 

-13.18% 

PE 

$10 

$34 

$  Difference 

Completion 

12/19/2008 

CE: 

$19 

$10 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components. 

CN: 

RWlnc: 

RW: 

Utilities 

$282 
$0 
$0 
$0 

$226 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $232 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Buchanan 

36 

1P0970 

4/2007 

Replace  expansion  joints  0.2  mile  east  of  the  Missouri 
River  in  St.  Joseph.  Project  involves  bridge  L0319. 

$763 

$719 

-5.77% 

Completion 

12/19/2008 

PE  $10 
CE :  $48 

$22 
$43 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $705 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$654 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~r?-  <zr*n& 

Buchanan 

36 

1P0971 

4/2007 

Replace  expansion  joints  on  Pony  Express  Bridge  over 
the  Missouri  River,  in  St.  Joseph.  Project  involves  bridge 
A3664.  MoDOT  will  bid  and  award  project  with  KDOT  to 
reimburse  50%  of  costs  per  cost  share  agreement. 

$321 

$750 

133.64% 

Completion 

12/19/2008 

PE  $10 
CE :  $19 

$11 
$45 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
some  of  the  work  originally  included  in  project  1 P1008 
was  completed  under  project  1 P0971 . 

CN:  $292 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$695 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

cost  -j-  L^onc.  ~pt->^>^+ 

Buchanan 

36 

1P1008 

4/2007 

Replace  expansion  joints  on  eastbound  and  westbound 
bridges  east  of  the  Missouri  River  near  Kansas  State 
line.  KDOT  to  reimburse  50%  of  costs  per  cost  share 
agreement.  Project  involves  bridges  A3665  and  A3666. 

$865 

$482 

-44.28% 

Completion 

12/19/2008 

PE  $10 
CE :  $55 

$3 
$24 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
some  of  the  work  originally  included  in  this  project  was 
accomplished  with  1 P0971 . 

CN:  $800 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$455 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $454 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Caldwell 

36 

1P0913 

2/2008 

Resurface  driving  lanes  and  shoulders  on  westbound 
lane  from  east  of  Rte.  13  to  Livingston  County. 

$4,499 

$2,646 

-41.19% 

Completion 

3/4/2009 

PE  $160 
CE :  $279 

$40 
$141 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  then  expected  engineering  costs. 

CN:  $4,060 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,465 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£? 

Caldwell 

A 

1L0900B 

5/2008 

Pavement  treatments  from  Rte.  1 16  to  Ray  County. 

$316 

$320 

1.27% 

Completion 

1/7/2009 

PE  $3 
CE :  $20 

$0 
$20 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $293 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$300 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  T  L^OllL.  -p^OU 

Clinton 

69 

1S0869 

9/2007 

Widen  driving  lanes,  resurface  and  improve  shoulders 
from  Rte.  1 16  to  Clay  County  line. 

$2,708 

$2,072 

-23.49% 

Completion 

11/19/2008 

PE  $176 
CE :  $163 

$20 
$123 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
change  in  project  scope,  and  lower  than  expected 
engineering  costs. 

CN:  $2,369 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,930 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,965 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Daviess 

35 

51 2153E 

4/2008 

On-call  preventive  maintenance  and  pavement  repair 
from  Rte.  6  to  Rte.  92  in  Clay  County. 

$229 

$228 

-0.44% 

Completion 

5/20/2009 

PE  $0 
CE :  $15 

$0 
£14 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $214 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$214 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  ^^Pn 
cost  -r  (~onu.  j>j*ziy 

Daviess 

6 

1P0760 

2/2007 

Replace  bridges  over  Muddy  Creek,  Muddy  Creek 
Channel  and  Brushy  Creek;  widen  shoulders  and  extend 
box  culvert  at  Thompson  Creek  from  east  of  Rte.  13 
north  junction  to  west  of  Rte.  V  near  Gallatin.  Project 
involves  bridges  F01 00,  F1 1 36,  F01 02  and  K0224. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  changes  in  project  scope  after  estimates 
were  established,  higher  than  expected  engineering, 
utility,  and  right  of  way  costs. 

$7,221 

$8,762 

21.34% 

Completion 

11/19/2008 

PE  $505 
CE :  $404 

$1,197 
$381 

$  Difference 

Reason(s): 

CN:  $5,891 
RWInc:  $0 
RW:  $173 
Utilities  $248 
NonContract  $0 
Other: 

Budget  Transfer: 

$6,435 
$90 
$267 

$386 
$2 
$3 
$0 

CN  Award 

1     /"/ifit-      (tfZ  ~7~7~7 

l^osl  -f-  L^onc.  •pu,  /  /  / 

Daviess 

6 

1P0950 

12/2007 

Resurface  driving  lanes  and  improve  shoulders  from  1.9 
miles  west  of  Rte.  13  south  to  Rte.  13  north  near 
Gallatin. 

$2,346 

$1,296 

-44.76% 

Completion 

1/7/2009 

PE  $92 
CE :  $145 

$23 
$82 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
a  change  in  project  scope,  and  lower  than  expected 
engineering  costs. 

CN:  $2,109 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,191 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,189 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Daviess 

M 

1L0900C 

5/2008 

Thin  nG\/omont  troatmDnt  frnm  RtP   1  *3  tn  RtP 

1  Mill  (JctvfcJI  1  ItJI  1 I  LlfcidLllltrllL  IIUIII  n  Ltr .    IO  LU  n  Lfc? .  OO  . 

$793 

$751 

-5.30% 

PE 

$5 

$0 

$  Difference 

Completion 

1/7/2009 

CE: 

$51 

$34 

Reason(s): 

I  lit;  (JIUJcUl  UUbl  LU  UUIIl|Jlt;lc  Wdb  Will  Ml  I  +/     IU  UfcJiUUill 

of  the  estimate. 

CN: 

RWlnc: 

RW: 

Utilities 

$737 
$0 
$0 
$0 

$717 

$o 
$o 

$0 

CN  Award 

r>icf-  -l.  r>it~rt-  ^fit-in 
cost  -r  (~onu.  3>oJV 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Dekalb 

36 

1P0876 

1/2007 

Rpciirf's^p  pacthminH  Isnp  n3\/pmpnt  vwith  ^  ^KiA"  pQnhalt 
ncoui  icioc  cdbiuuuiiu  idi  ic  (JdvciiidiL  wiui  o  o/h  aojjiidii 

from  0.2  mile  west  of  Rte.  33  north  to  1 .4  miles  east  of 
Rte.  33  north  near  Cameron. 

$1,784 

$1,517 

-14.97% 

PE 

$73 

$26 

$  Difference 

Completion 

7/7/2008 

CE: 

$110 

$66 

^>  -ZD/ 

Reason(s): 

Thp  ^nct  pctimcitp  Hp\/i3tpH  frr\m  thp  firtiisil  met  Hi  ip  tn 
1  lit?  UUbl  obllllldLo  UtJVIdltJU  IIUIII  lilt?  dULUdl  UUbl  UUtr  IU 

recent  changes  in  market  prices  for  project 
components  and  lower  than  expected  engineering 
costs. 

CN:  $1,601 
RWlnc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 

$1,424 

$o 
$o 

$0 
$0 

CN  Award 

COST  T  L^OilL.  Z>-L,<?-^-> 

Other: 

$0 

Budget  Transfer: 

$0 

Dekalb 

36 

1P0920 

1/2007 

Roci  i rf  q^c^  \A/octhni  in/H  l3n&  nnvomtint  with  *5  ^/A"  3cnhnlt 
nciui  la^c  vvcolUUUI  IU  lal  IG  pavcl  1  lei  1 1  will  1  O  O/^t    abfjl  lall 

from  Rte.  33  north  to  west  of  Bus.  36  near  Cameron. 

$2,566 

$1,696 

-33.90% 

PE 

$90 

$27 

$  Difference 

Completion 

7/7/2008 

CE: 

$159 

$88 

;p  -o/u 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components  and  lower  than  expected  engineering 
costs. 

CN:  $2,316 
RWlnc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 

$1,581 

$o 
$o 

$0 
$0 

CN  Award 

Cost  +  Cont.  $1,487 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 


Page  7 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Dekalb 

36 

1P0921 

5/2007 

Resurface  eastbound  lanes  and  shoulders  with  5" 
asphalt  from  1 .5  miles  east  of  Rte.  31  (north)  to  Rte.  33 
(north),  near  Stewartsville. 

$6,330 

$3,340 

-47.24% 

Completion 

8/21/2008 

PE  $222 
CE :  $392 

$37 
$143 

$  Difference 

<c  "loon 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  than  expected  engineering  costs. 

CN:             $5, 716 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,160 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-        1  nft 
cost  -r  (~onu.  J>-3,  -t  I/O 

Gentry 

136 

1P1035 

12/2007 

Preventative  maintenance  treatment  on  driving  lanes 
and  shoulders  from  east  of  Rte.  169  (east  junction)  to 
west  of  Rte.  C  in  Albany. 

$348 

$141 

-59.48% 

Completion 

8/6/2008 

PE  $5 
CE :  $22 

$0 
£12 

$  Difference 

£  "3fV7 
q>  -tU/ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
changes  in  project  requirements  after  estimates  were 
established,  and  changes  in  market  prices  for  project 
components. 

CN:  $321 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$129 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Harrison 

35 

11 0926 

2/2007 

Grading,  drainage,  paving  and  structure  work  for 
Welcome  Center  along  southbound  I-35  in  Harrison 
County  near  Iowa  State  line.  Funding  by  statewide 
enhancement  funds. 

$5,305 

$5,762 

8.61% 

Completion 

2/19/2009 

PE  $363 
CE :  $306 

$177 
$355 

$  Difference 

q>  43/ 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $4,457 
RWInc:  $0 
RW:  $130 
Utilities  $49 
NonContract  $0 
Other: 

Budget  Transfer: 

$5,126 
$4 
$80 
$19 
$1 
$0 
$0 

CN  Award 

Cost  +  Cont.  $5,176 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Harrison 

35 

II 0966 

3/2007 

Resurface  existing  pavement  with  2"  hot-in-place 
recycled  material  and  resurface  with  1  3/4"  asphalt  from 
the  Iowa  State  line  to  Rte.  136  in  Bethany. 

$16,524 

$14,050 

-14.97% 

Completion 

6/19/2009 

PE  $585 
CE  :            $1, 024 

$161 
$648 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
a  value  engineering  study  (cost  savings),  recent 
changes  in  market  prices  for  project  components,  and 
lower  than  anticipated  engineering  costs. 

CN:  $14,915 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$13,241 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <f  7  7  77  ^ 

Harrison 

35 

51 2153D 

4/2008 

On-call  preventive  maintenance  and  pavement  repair 
from  the  Iowa  State  Line  to  Rte.  6  in  Daviess  County. 

$264 

$142 

-46.21% 

Completion 

5/20/2009 

PE  $0 
CE  :  $17 

$0 
£6 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
this  being  an  on-call  repair  project.  The  need  for 
repairs  was  lower  than  estimated. 

CN:  $247 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$136 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  T  L^OllL.  -PCfUJ. 

Harrison 

H 

1L0800C 

11/2007 

Thin  pavement  treatment  from  I-35  east  to  Rte.  146. 

$453 

$431 

-4.86% 

Completion 

9/5/2008 

PE  $5 
CE :  $29 

$0 
£17 

$  Difference 

q>      -  £.£. 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $419 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$414 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $383 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Holt 

159 

1P0954 

1/2008 

Resurface  pavement  from  the  Nebraska  State  line  to  1- 
29. 

$1,672 

$1,696 

1.44% 

Completion 

9/18/2008 

PE  $15 
CE :  $106 

$9 
£74 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,551 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,614 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  APifi 
cost  -r  (~onu.  ^>±,^uu 

Nodaway 

E 

1L0800B 

11/2007 

Thin  pavement  treatment  from  Rte.  246  to  Rte.  136. 

$752 

$674 

-10.37% 

Completion 

3/19/2009 

PE  $5 
CE :  $48 

$0 
$18 

$  Difference 

q>  -to 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components  and  lower  than  expected  engineering 
costs. 

CN:  $699 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$655 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Nodaway 

M 

1L1000C 

5/2008 

Thin  pavement  treatment  from  Rte.  71  to  Rte.  AH. 

$419 

$422 

0.72% 

Completion 

12/19/2008 

PE  $5 
CE :  $27 

$0 

$  Difference 

$  3 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $387 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$408 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $402 

9/29/2009 

MoDOT 

Page  10 

Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Various 

Various 

1Q2160 

4/2008 

Installation  of  dynamic  message  signs  at  various 
locations  on  1-29  and  1-35.  Funded  by  Central  Office 
Traffic  Division  ($1 .6  million)  and  an  Amber  Alert  grant 
($400,000). 

$237 

$260 

9.70% 

Completion 

4/6/2009 

PE  $10 
CE :  $15 

$10 
$40 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $212 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$210 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <kl£tl 

Adair 

63 

2P0747 

1/2007 

Widen  to  four  lanes  from  1.1  miles  south  of  Rte.  KK  to 
Rte.  1 1  south  near  Kirksville. 

$6,424 

$7,099 

10.51% 

Completion 

3/19/2009 

PE  $574 
CE :  $245 

$499 
$505 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components  and  higher  than  expected  inspection 
costs. 

CN:             $3, 735 
RWInc:  $60 
RW:  $1,255 
Utilities  $555 
NonContract  $0 
Other: 

Budget  Transfer: 

$5,192 
$62 
$569 

$272 
$0 
$0 
$0 

CN  Award 

Adair 

63 

2P0773 

12/2007 

Resurface  pavement  and  redeck  bridge  A0133  from 
south  of  Rte.  6  in  Adair  County  to  Rte.  M  in  Macon 
County. 

$8,207 

$6,877 

-16.21% 

Completion 

5/6/2009 

PE  $20 
CE :  $526 

$47 
$288 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  inspection  costs. 

CN:  $7,661 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$6,541 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $6,548 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Carroll 


24 


2P0417 


Completion 

4/6/2009 


5/2008 


Reason(s): 


Right  of  way  acquisition  and  replace  bridge  over  Wild 
Cat  Creek  1 .5  miles  east  of  Rte.  139.  Project  involves 
bridge  H0423. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors. 


PE 
CE: 
CN: 

RWInc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$836 

$157 
$39 
$572 
$11 
$18 
$39 
$0 


$599 

$114 
$61 

$314 
$7 
$17 
$87 

$o 

$0 
$0 


-28.35% 


$  Difference 
$  -237 


CN  Award 

Cost  +  Cont.  $329 


Carroll 


65 


2P2149 


Completion 

6/5/2009 


9/2008 


Reason(s): 


Intersection  improvements  into  American  Energy  Bio- 
diesel  plant  at  CR  170.  Cost  Share  Project  with 
American  Energy  Producers,  Inc. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  design  costs  and  recent  changes 
in  market  prices  for  project  components. 


PE 

CE: 
CN: 

RWInc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$425 

$25 
$22 
$321 
$3 
$4 
$50 
$0 


$543 

$127 
$6 

$352 
$3 
$1 
$55 

$o 

$0 
$0 


27.76% 


$  Difference 
$  118 


CN  Award 

Cost  +  Cont.  $355 


Carroll 


65 


2P2154 


Completion 

4/6/2009 


6/2008 


Reason(s): 


Lighting  improvements  at  Rte.  24  interchange  at 
Carrollton. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors. 


$163 

PE 

$10 

CE: 

$io 

CN: 

$143 

RWInc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 


$140 

$9 
$34 
$97 

$o 
$o 

$0 
$0 
$0 
$0 


-14.11% 

$  Difference 
$  -23 


CN  Award 

Cost  +  Cont.  $103 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Chariton 


129 


2P0768 


Completion 

3/19/2009 


1/2008 


Reason(s): 


Rehabilitate  bridge  2.2  miles  south  of  Rte.  24.  Project 
includes  bridge  A2035. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  inspection  costs. 


$351 

PE 

$30 

CE: 

$20 

CN: 

$298 

RWInc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$3 

Other: 

Budget  Transfer: 


$417 

$34 
$70 
$312 

$o 
$o 

$0 
$0 
$0 
$0 


18.80% 


$  Difference 
$  66 


CN  Award 

Cost  +  Cont.  $294 


Chariton 


2P0723 


Completion 

9/5/2008 


4/2007 


Reason(s): 


Right  of  way  acquisition  and  bridge  replacement  over 
Shannon  Creek  0.5  mile  south  of  Rte.  WW.  Project 
involves  bridge  H0647. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


$1,495 

PE  $54 
CE:  $74 
CN:  $1,084 
RWInc:  $10 
RW:  $35 
Utilities  $238 
NonContract  $0 
Other: 

Budget  Transfer: 


Resurface  pavement  and  rehabilitate  bridges  to  provide 
smoother  pavement  from  2  miles  west  of  Rte.  1 1  east  to 
Macon  County  line.  Project  involves  bridges  G0657, 
G0659  and  G0815. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  inspection  costs. 


$1,588 

$279 
$199 
$918 
$28 
$27 
$137 

$o 

$0 


6.22% 


$  Difference 
$  93 


CN  Award 

Cost  +  Cont.  $936 


Linn 


36 


2P0750 


Completion 

1/22/2009 


2/2007 


Reason(s): 


$4,823 

$80 
$305 
$4,437 
$0 


PE 
CE: 
CN: 

RWInc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$o 
$o 
$1 


$3,871 

$45 
$231 
$3,595 

$o 
$o 

$0 
$0 
$0 
$0 


-19.74% 

$  Difference 
$  -952 


CN  Award 

Cost  +  Cont.  $3,636 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Linn 

36 

2P2150 

6/2008 

FacthniinH  na\/&m&nt  i m n rnvo m o ntc  from  \/an  [""lnrcon 

L_db  LUU  U  I  IU  [JdVcl  1  IfcJI  IL  II  llfJI  Uvcl  1 ICI  lib  IIUIII   vdll  1— 'UlbCll 

Creek  to  the  Macon/Linn  County  line. 

$472 

$524 

11.02% 

PE 

$5 

$7 

$  Difference 

Completion 

4/6/2009 

CE: 

$30 

$32 

Reason(s): 

1  lit?  UUol  obllllldLo  UfcJVIdltJU  MUNI  U  It?  dlslUdl  UUol  UUc  IU 

additional  requirements  after  estimates  were 
established. 

CN: 

RWlnc: 

RW: 

Utilities 

$437 
$0 
$0 
$0 

$485 

$o 
$o 

$0 

CN  Award 

r>icf-  -l.  r>itnf-  <kAQn 
cost  -r  (~onu.  j>*f^ty 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Livingston 

190 

2S2153 

5/2008 

Pytpnrl  ti  irn  Innp  nnrl  nlppp  Qphnnl  flpQhpr  Qinn  pt  Hornpt 
l_alci  iu  iui  1 1  idi  ic  di  iu  |jiduu  oui  iuui  iidoi  ici  biyi  i  di  nui  i  icl 

Drive. 

$51 

$80 

56.86% 

PE 

$5 

$1 

$  Difference 

Completion 

5/6/2009 

CE: 

$3 

£7 

q>  £.13 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
no  historical  data  for  estimating  (solar-powered 
flasher). 

CN: 

RWlnc: 

RW: 

Utilities 

$43 
$0 
$0 
$0 

$72 

$o 
$o 

$0 

CN  Award 

cose  -t-  conr,  •p/j 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Livingston 

36 

2P0733 

12/2006 

ncoUl  IdUU  UdVfcrl  1  ItJI  11  dl  IU  1  ol  IdUlllldlC  Ul  IULJ Co   1  . U  1 1  lllti 

east  of  Rte.  65  to  0.7  mile  east  of  Brookfield.  Bridges 
A4639,  A4640,  A0845,  A0793,  A1047,  A5498,  A5499, 
A5500,  A1 1 66,  A1 1 67,  A3253,  A4434,  G0608,  L01 58, 
A1 1 69,  A1 1 70,  A1 1 71 ,  A1 1 72,  A3254,  A3255,  A3256. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  engineering  costs. 

$27,560 

$23,362 

-15.23% 

Completion 

10/6/2008 

PE 

CE: 

SI,  553 
$1,670 

$284 

$1,  ooo 

$  Difference 

Reason(s): 

CN: 

RWlnc: 

RW: 

Utilities 

$24,337 
$0 

SO 
So 

$22,078 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.$22,237 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Livingston 

36 

2P0751 

3/2007 

Resurface  pavement  to  provide  smoother  pavement 
from  Caldwell  County  line  to  Rte.  65  in  Chillicothe. 

$4,614 

$2,815 

-38.99% 

Completion 

2/19/2009 

PE  $125 
CE :  $288 

$13 
$105 

$  Difference 

<fc        1 7QQ 

q>  -1/33 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  engineering  costs. 

CN:  $4,198 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $3 
Other: 

Budget  Transfer: 

$2,697 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£?  fal? 
cost  -r  (~onu.  j>^,  vjy^ 

Livingston 

65 

2P0768B 

1/2008 

Rehabilitate  bridges  on  Rte.  65  north  of  Chillicothe. 
Project  involves  bridges  A3595,  A3596,  and  A3597. 

$437 

$389 

-10.98% 

Completion 

11/5/2008 

PE  $36 
CE :  $26 

$4 
$54 

$  Difference 

£  Aft 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders. 

CN:  $375 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$331 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COSt  T  L^OllL.  ~p~>OU 

Livingston 

65 

2P2146 

5/2008 

Advanced  construction  funded  by  the  City  of  Chillicothe 
for  signals  and  geometric  revisions  at  County  Road  228. 
To  improve  intersection  condition.  Cost  Share  Project. 

$382 

$418 

9.42% 

Completion 

5/6/2009 

PE  $40 
CE :  $22 

$44 
£47 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $316 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $4 
Other: 

Budget  Transfer: 

$328 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $333 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Macon 

36 

2P0769 

2/2007 

Diamond  grind  and  overlay  pavement  to  provide 
smoother  pavement  and  rehabilitate  bridges  A2041  and 
L0569  from  Middle  Fork  Chariton  River  to  end  of  dual 
lanes  east  of  Macon. 

$5,452 

$4,008 

-26.49% 

Completion 

2/4/2009 

PE 
CE: 

$249 
$334 

$41 
$217 

$  Difference 

1  AAA 
O  -±444 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  engineering  costs. 

CN:  $4,869 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3, 749 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  ~71£t 
cost  -r  (~onu.  J>-3,  /-DO 

Macon 

63 

2P0748 

2/2007 

Construction  of  dual  lanes  undivided  and  three  lanes 
with  two  way  left  turn  from  existing  dual  lanes  north  of 
63/36  interchange  to  0.3  miles  north  of  Rte.  DD. 

$6,698 

$7,109 

6.14% 

Completion 

3/4/2009 

PE 
CE: 

$792 
$212 

$917 
$580 

$  Difference 

3>  4JLJL 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,225 
RWInc:  $129 
RW:  $2,000 
Utilities  $340 
NonContract  $0 
Other: 

Budget  Transfer: 

$4,809 
$130 
$564 
$108 

$o 

$0 
$0 

CN  Award 

Macon 

63 

2P0770 

12/2007 

Resurface  pavement  from  divided  four-lane  highway 
south  of  Macon  to  Jacksonville. 

$3,108 

$2,768 

-10.94% 

Completion 

5/6/2009 

PE 

CE: 

$90 
$194 

$29 
$134 

$  Difference 

;p  -34U 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  engineering  costs. 

CN:  $2,824 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,605 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $2,203 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Mercer 

136 

2P0442B 

11/2006 

Replace  bridge  and  roadway  resurfacing.  Project 
involves  bridges  J0027  and  L0073  from  Rte.  65 
intersection  to  0.4  miles  east  of  Union  Pacific  Railway 
bridqe.  2P0445  has  been  added  to  this  project. 

$4,081 

$3,815 

-6.52% 

Completion 

10/6/2008 

PE  $517 
CE :  $207 

$440 
$348 

$  Difference 

q>  -zoo 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,022 
RWInc:  $63 
RW:  $191 
Utilities  $81 
NonContract  $0 
Other: 

Budget  Transfer: 

$2, 718 
$80 
$78 

$151 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£?  QA~? 
cost  -r  (~onu.  J>*:,?7^^ 

Mercer 

E 

2S2148 

2/2008 

Bridge  replacement  project  over  Muddy  Creek  1.5  miles 
west  of  Rte.  Y. 

$807 

$750 

-7.06% 

Completion 

11/5/2008 

PE  $2 
CE :  $73 

$60 
$80 

$  Difference 

q>  -3/ 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $731 
RWInc:  $1 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$609 
$1 

$o 

$0 
$0 
$0 
$0 

CN  Award 

Putnam 

136 

2P0448 

3/2008 

Replace  bridge  over  Chariton  River,  and  replace 
overflow  bridges  from  approx.  0.1  mile  west  of  Rte.  N  to 
approx.  0.6  mile  east  of  Putnam-Schuyler  County  line. 
Project  involves  bridges  K0026,  K0025  and  K0060. 

$1,585 

$1,982 

25.05% 

Completion 

4/20/2009 

PE  $217 
CE :  $87 

$226 
$157 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components  and  higher  than  expected  engineering 
costs. 

CN:  $1,262 
RWInc:  $0 
RW:  $0 
Utilities  $19 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,599 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,617 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Randolph 

24 

2P0315 

1/2008 

Rpnlapp  hrirlnpQ  o\/pr  PpQt  Fork  f.hpritnn  Ri\/pr  1  ft  and 
riC|jiaoc  ui  luyco  uvci  ^aoi  rui  r\  \^  \  icu  i  lui  i  nivci   i.o  ctiiu 

1 .1  miles  east  of  Rte.  3  north  junction.  Project  involves 
bridges  F0403R1  and  F0529R1 . 

$4,300 

$2,895 

-32.67% 

PE 

$454 

$410 

$  Difference 

Completion 

6/19/2009 

CE: 

$240 

$360 

<fc     i ahr 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors,  lower  than  expected 
right  of  way,  and  lower  utility  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$3,504 
$8 
$63 
$28 

$2,105 
$11 
$7 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£?  P 1A 
cost  -r  (~onu. 

NonContract  $3 

$1 

Other: 

$0 

Budget  Transfer: 

$0 

Randolph 

63 

2P0487 

8/2004 

(^rnrlinn  anrl  nn\/inn  from  north  nf  Inr^Ucr^nv/illp  tn  nnrth 

VJIdUlliy  dllU  (JaVIIILJ  llUIII  IIUILII  UI  JdL<r\bUI  IVIIIc  LU  IIUILII 

Bus.  Rte.  63,  including  interchange  at  north  Bus.  Rte. 
63.  2U0488G  combined  into  this  project.  Add  lanes  for 
dual  with  freeway  right  of  way.  Partially  funded  by 
MoDOT  Economic  Development. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
excavation  changes  and  higher  right  of  way  and  utility 
costs. 

$29,151 

$35,976 

23.41% 

Completion 

8/6/2008 

PE 

CE: 

$1,891 
$1,514 

$940 
$1, 841 

$  Difference 

DOZD 

Reason(s): 

CN: 

RWlnc: 

RW: 

Utilities 

$22,273 
$0 
$2,373 
$1,100 

$26,108 
$573 
$4,546 
$1,952 

CN  Award 

cost  -j-  L^onL,~p-^-J,  jj-L 

NonContract  $0 

$15 

Other: 

$0 

Budget  Transfer: 

$0 

Randolph 

63 

2P0727 

8/2004 

ncbui  Ictuc  u  Ifcr  GAIblll  ly  Idl  Ico  Ullllzlou  do  pal  LUI  LI  It?  IUUI 

lane  section  from  north  of  Jacksonville  to  North 
Business  Rte.  63  interchange  at  North  Business  Rte. 
63.  Actual  length  to  be  resurfaced  is  approximately  5.4 
miles. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors,  unexpected  change 
orders,  and  lower  than  expected  engineering  costs. 

$2,633 

$1,426 

-45.84% 

Completion 

8/6/2008 

PE 
CE: 

$130 
$164 

$48 
$18 

$  Difference 

Reason(s): 

CN: 

RWlnc: 

RW: 

Utilities 

$2,339 
$0 
$0 
$0 

$1,360 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $1,818 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Randolph 

63 

2P0771 

12/2007 

Resurface  pavement  and  provide  edge  line  rumble 
strips  from  Rte.  24  to  Boone  County  line. 

$4,615 

$4,486 

-2.80% 

Completion 

5/6/2009 

PE  $68 
CE :  $292 

$18 
$220 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $4,255 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$4,248 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  A^i^t 
cost  -r  (~onu.  3>J>,*+JJ 

Saline 

65 

2P0752 

7/2007 

Safety  improvement  of  curve  near  Rte.  N. 

$999 

$1,221 

22.22% 

Completion 

9/5/2008 

PE  $65 
CE :  $47 

$120 
£72 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  higher  engineering  costs. 

CN:  $682 
RWInc:  $11 
RW:  $47 
Utilities  $144 
NonContract  $3 
Other: 

Budget  Transfer: 

$859 
$17 
$43 

$110 
$0 
$0 
$0 

CN  Award 

Saline 

65 

2P0786 

6/2007 

Install  permanent  signals  at  intersection,  add  turn  lanes 
to  College  Street  and  right  turn  lanes  to  Rte.  65  at 
intersection  within  the  city  limits  of  Marshall. 

$467 

$538 

15.20% 

Completion 

9/5/2008 

PE  $36 
CE :  $28 

$37 
$70 

$  Difference 

q>       /  J. 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  inspection  costs. 

CN:  $403 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$431 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $336 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Saline 


70 


21 2147 


Completion 

12/19/2008 


12/2007 


Reason(s): 


Bridge  rehabilitation  1 .1  miles  east  of  Rte.  65.  Project 
involves  Bridge  A0207. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  inspection  costs  and  recent 
changes  in  market  prices  for  project  components. 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$185 

$8 
$11 
$166 
$0 


$0 
$0 
$0 


$250 

$2 
$60 
$187 

$o 
$o 

$0 
$0 
$0 
$0 


35.14% 


$  Difference 
$  65 


CN  Award 

Cost  +  Cont.  $190 


Saline 


70 


4P2236C 


Completion 

1/22/2009 


4/2008 


Reason(s): 


Striping  on  1-70  within  Saline  County. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  engineering  costs. 


$86 

PE 

$7 

CE: 

$5 

CN: 

$74 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 

$891 

PE 

$10 

CE: 

$57 

CN: 

$824 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

$69 

$1 
$1 
$67 

$o 
$o 

$0 
$0 
$0 


■19.77% 


$  Difference 
$  -17 


CN  Award 

Cost  +  Cont.  $70 


Sullivan 


2P0768D 


Completion 

6/5/2009 


5/2008 


Reason(s): 


Bridge  improvements  over  West  Yellow  creek  3.0  miles 
west  of  Route  129.  Project  involves  bridge  L0797. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  engineering  costs. 


Budget  Transfer: 


$1,057 

$102 
$165 
$790 

$o 
$o 

$0 
$0 
$0 
$0 


18.63% 

$  Difference 
$  166 


CN  Award 

Cost  +  Cont.  $859 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Audrain 

54 

3P0664 

5/2008 

Imnrnuo  intprcpptinn       RtP         nnH  Rto  1  Q  rmrth 
llllUlUVtr  1 1  I  Lfcrl  bcOUUI  I  dL  I  i  Lfc; .  OH-  dl  IU  rut;.    I  c?  I  IUI  LI  I 

junction. 

$324 

$570 

75.93% 

PE 

$31 

$130 

$  Difference 

Completion 

4/6/2009 

CE: 

$19 

$33 

Reason(s): 

Thp  ^nct  actimcitp  HpviatpH  frnm  thp  anti  ol  met  Hi  ip  tn 

I  lit?  UUol  obllllldLo  UfcJVIdltJU  MUNI  U  It?  dlslUdl  UUol  UUc  IU 

recent  changes  in  market  prices  for  project 
components  and  redesigns. 

CN: 

RWlnc: 

RW: 

Utilities 

$270 
$0 
$3 
$0 

$379 
$9 
$19 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  ^777 

NonContract  $1 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Audrain 

54 

3P0687 

4/2007 

Rpci  irfapinn  njn/pmpnt  anrl  QhmilHprc:  frnm  0.  ^  milp  wpqt 
ncoui  i  do  1 1  ly  Uuvci  i  iui  it  di  iu  oi  iuuiuci  o  1 1  ui  1 1  vj  .\j  1 1 1 1  ic  vvcoi 

of  Rte.  P  to  Rte.  79  (2  disconnected  sections). 

$858 

$2,982 

247.55% 

PE 

$35 

$67 

$  Difference 

Completion 

9/5/2008 

CE: 

$51 

$179 

Jp      Z  JLZ4 

Reason(s): 

Thp  ^nct  actimcitp  Hp\/i3tpH  frnm  thp  nntiicil  met  Hi  ip  tn 

I  lit;  UUbl  obllllldLo  UovldLoU  MUNI  LI  Ic  dULUdl  UUol  UUo  LU 

additional  requirements  after  estimates  were 
established  and  due  to  conditions  deteriorating  faster 
than  expected. 

CN:  $772 
RWlnc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 

$2,736 

$o 
$o 

$0 
$0 

CN  Award 

COST  t  L^OilL.  ~p^-,  tJOJ 

Other: 

$0 

Budget  Transfer: 

$0 

Audrain 

54 

3P0727 

5/2008 

Pawomont  tr^ntmc^ntc  from  Rto   1  Q  nnrth  ii  inftiAn  cuict  tr\ 

0.5  mile  west  of  Rte.  P. 

$2,308 

$3,375 

46.23% 

PE 

$91 

$70 

$  Difference 

Completion 

4/6/2009 

CE: 

$142 

$171 

q>  mo/ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components  and  higher  than  expected  inspection 
costs. 

CIV:  $2,071 
RWlnc:  $1 
RW:  $2 
Utilities  $0 
NonContract  $1 

$3,130 
$3 
$1 
$0 
$0 

CN  Award 

Cost  +  Cont.  $2,674 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Clark 

61 

3P0722 

0/2005 

Stream  stabilization  to  protect  bridge  A4584  5.8  miles 
west  of  Rte.  136  at  Fox  River.  65%  funding  by  Corps  of 
Engineers.  Cost  shown  is  MoDOT's  share.  Joint 
project  with  Corps  of  Engineers.  Will  be  let  by  Corps. 

$78 

$101 

29.49% 

Completion 

9/11/2008 

PE  $3 
CE :  $4 

$4 
£0 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
coordination  with  outside  agencies  and  unexpected 
change  orders. 

CN:  $60 
RWInc:  $1 
RW:  $10 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$94 
$3 
$1 
$0 
$0 
$0 
$0 

CN  Award 

COST  -r  L^Onu.  j>0-L 

Clark 

AA 

3S0653 

3/2008 

Bridge  project  over  Linn  Creek  2.9  miles  south  of  Rte. 
NN.  Project  involves  bridge  N0487. 

$379 

$526 

38.79% 

Completion 

4/6/2009 

PE  $100 
CE :  $18 

$137 
$89 

$  Difference 

q>  ±4/ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  higher  than  expected  inspection  costs. 

CN:  $261 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$300 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Knox 

156 

3S0662 

2/2004 

Stream  stabilization  to  protect  bridge  X0905,  2.1  miles 
east  of  Macon  County  line  at  Salt  River.  65%  funding  by 
Corps  of  Engineers.  Cost  shown  is  MoDOT's  share. 
Joint  project  with  Corps  of  Enqineers.  Will  be  let  by  the 
Corps. 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

$85 

$90 

5.88% 

Completion 

9/11/2008 

PE  $0 
CE :  $0 

$9 
£1 

$  Difference 

Reason(s): 

CN:  $70 
RWInc:  $0 
RW:  $15 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$68 
$5 
$7 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $52 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Knox 

6 

3P0783 

2/2008 

Pavement  treatment  from  Adair  County  line  east  to  Rte. 
15  south  junction. 

$1,481 

$735 

-50.37% 

Completion 

4/6/2009 

PE  $7 
CE :  $95 

$7 
$30 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design. 

CN:  $1,379 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$672 

$o 
$o 

$0 
$26 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  GAft^ 
cost  -r  (~onu. 

Lewis 

61 

3P0424B 

7/2005 

Grading,  bridges  and  paving  for  four-lane  expressway 
from  Clark  County  line  to  Rte.  B.  3P0424  incorporated 
into  this  project. 

$23,836 

$25,885 

8.60% 

Completion 

4/6/2009 

PE  $1,301 
CE:  $1,279 

$3,977 
$1, 028 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $18,631 
RWInc:  $0 
RW:  $1,271 
Utilities  $1,350 
NonContract  $4 
Other: 

Budget  Transfer: 

$18,350 
$128 
$893 
$1,510 

$o 

$0 
$0 

CN  Award 

Lewis 

61 

3P0711 

11/2007 

Rehabilitate  pavement  on  southbound  lanes  from  0.8 
mile  south  of  Clark  County  line  south  to  1 .6  miles  south 
of  Rte.  C.  (4  disconnected  sections) 

$3,768 

$3,541 

-6.02% 

Completion 

10/21/2008 

PE  $97 
CE :  $231 

$95 
$141 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,363 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $77 
Other: 

Budget  Transfer: 

$3,162 

$o 
$o 

$0 
$142 
$0 
$0 

CN  Award 

Cost  +  Cont.  $2, 764 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Lincoln 

61 

3P0596C 

3/2006 

Grading,  paving  and  bridge  for  construction  of 
interchange  at  Moscow  Mills.  $2,428  million 
discretionary  funds  for  preliminary  engineering  and  right 
of  way  acquisition.  Split  from  3P0596. 

$16,969 

$21,629 

27.46% 

Completion 

4/6/2009 

PE  $485 
CE :  $539 

$725 
$853 

$  Difference 

q>  4DOU 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established  and  higher  than  expected  engineering 
costs. 

CN:  $7,853 
RWInc:  $100 
RW:  $7,000 
Utilities  $990 
NonContract  $2 
Other: 

Budget  Transfer: 

$11,577 
$135 
$7,204 

$1,136 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <f  7 n  vnA 

Lincoln 

61 

3P0753 

6/2007 

Intersection  improvements  at  Rte.  U  and  Mette  Road. 

$526 

$1,058 

101.14% 

Completion 

7/21/2008 

PE  $10 
CE :  $33 

$45 
$83 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders  and  higher  than  expected 
engineering  costs. 

CN:  $483 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$930 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Lincoln 

79 

3P0789 

12/2007 

Rehabilitate  pavement  from  the  Pike  County  line  to  0.9 
mile  north  of  Rte.  C. 

$1,705 

$1,668 

-2.17% 

Completion 

1/22/2009 

PE  $20 
CE :  $108 

$29 
$103 

$  Difference 

q>     -  j/ 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,577 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,536 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,316 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Lincoln 

c 

3S0765 

1/2008 

Rehabilitate  bridges  over  Cuivre  River  and  overflow. 
Project  involves  bridges  A1 658  and  A1 659. 

$1,032 

$818 

-20.74% 

Completion 

3/19/2009 

PE  $57 
CE :  $63 

$42 
$69 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
no  historical  data  for  estimating  (hydro-demolition  of 
bridge  deck). 

CN:  $912 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$707 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <k7ny 
cost  -r  (~onu.  j>/L/s 

Marion 

24 

3P0731 

4/2007 

Rehabilitate  pavement  on  northbound  lanes  from  0.5 
mile  north  of  Rte.  6  to  0.3  mile  south  of  Bus.  61  south  of 
Palmyra. 

$3,774 

$3,078 

-18.44% 

Completion 

7/7/2008 

PE  $24 
CE :  $236 

$60 
$80 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  inspection  costs. 

CN:  $3,514 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,850 

$o 
$o 

$0 
$88 
$0 
$0 

CN  Award 

Marion 

36 

3P0790 

11/2007 

Rehabilitate  pavement  on  eastbound  and  westbound 
lanes  from  east  of  Shinn  Lane  to  Central  Avenue  in 
Hannibal. 

$902 

$852 

-5.54% 

Completion 

3/19/2009 

PE  $20 
CE :  $57 

$29 
$37 

$  Difference 

(t 

q>     -  jU 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $825 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$786 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $776 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Marion 

61 

3P0704 

4/2007 

Rehabilitate  pavement  on  southbound  lanes  from  0.9 
mile  west  of  Rte.  KK  south  5.7  miles. 

$2,010 

$1,534 

-23.68% 

Completion 

7/7/2008 

PE  $63 
CE :  $121 

$34 
$28 

$  Difference 

£  AIR 
q>  -two 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  engineering 
costs. 

CN:  $1,826 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,426 

$o 
$o 

$0 
$46 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  77Q 

Marion 

61 

3P0730 

4/2007 

Rehabilitate  pavement  on  the  southbound  lanes  from 
0.5  mile  north  of  Rte.  168  to  0.9  mile  west  of  Rte.  KK. 
Project  involves  bridge  A0556. 

$2,540 

$2,079 

-18.15% 

Completion 

7/7/2008 

PE  $26 
CE :  $161 

$105 
$43 

$  Difference 

£  AR1 
;p  -40± 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  inspection  costs. 

CN:  $2,353 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,898 

$o 
$o 

$0 
$33 
$0 
$0 

CN  Award 

COST  T  L^OnC.  *P-L,OZ7U 

Monroe 

107 

3S0768 

10/2006 

Demolition  of  spans  3  and  4  of  bridge  A3798  over  Mark 
Twain  Lake  0.9  mile  north  of  Rte.  U. 

$635 

$760 

19.69% 

Completion 

9/11/2008 

PE  $2 
CE :  $41 

$0 
$140 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  inspection  costs. 

CN:  $592 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$619 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $592 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Montgomery 

19 

3P0584B 

8/2005 

Replace  bridge  over  the  Missouri  River  at  Hermann. 
TEA-21  High  Priority  project  --  #96  -  $1 .1  million, 
#1644  -  $5  million.  Project  involves  bridge  K-226.  Split 
from  3P0584.  Omnibus  Appropriations  Act  -  FY  03  -  $2 
million,  FY  04  -  $6  million. 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

$35,276 

$33,901 

-3.90% 

Completion 

7/7/2008 

PE  $1,012 
CE :           $2, 199 

$76 
$1,260 

$  Difference 

<fc     1 57>; 

Reason(s): 

CN:  $32,039 
RWInc:  $0 
RW:  $25 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$32,495 
$4 
$7 
$60 
$0 
$0 
$0 

CN  Award 

COST  T"  L^OllL,  *p~>~>,  '-H-tJ 

Montgomery 

19 

3P0584C 

10/2007 

Demolition  of  existing  bridge  over  the  Missouri  River  at 
Hermann.  Project  involves  bridge  K0226. 

$1,773 

$1,556 

-12.24% 

Completion 

5/6/2009 

PE  $25 
CE :  $112 

$37 
$205 

$  Difference 

£  "517 

q>  -£.1.1 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors. 

CN:  $1,635 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$1,313 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COSt  T"  L^OnC.  ■P-L,~>-LtJ 

Montgomery 

70 

4P2236F 

4/2008 

Striping  at  various  locations  on  I-70  in  Montgomery  and 
Warren  Counties. 

$249 

$171 

-31.33% 

Completion 

1/22/2009 

PE  $0 
CE :  $16 

$0 
£3 

$  Difference 

q>  -to 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination. 

CN:  $233 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$168 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $167 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Montgomery 

N 

3S0490 

7/2008 

nouidut;  ui iuyt?o  uvci  oiuuyii  ctiiu  dicuioii  luuuc  mvci 

with  a  box  culvert  3  miles  east  of  1-70.  Project  involves 
bridges  H0214  and  H0234R. 

$305 

$400 

31.15% 

PE 

$98 

$147 

$  Difference 

Completion 

3/19/2009 

CE: 

$13 

$32 

<C  OR 

Reason(s): 

1  lit?  UUol  oblll  1  IdLo  UfcJVIcUtJU  MUNI  U  It?  dlslUdl  UUol  UUc  IU 

higher  than  expected  engineering  and  right  of  way 
costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$192 

$0 

$1 
$0 

$214 
$6 
$2 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  ^yiQ 

NonContract  $1 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Pike 

54 

3P0733 

5/2008 

Paupmpnt  /nntinnpl  n\/prlp\/^  trpatmpntQ  frnm  fi  1  milp 
pclvciiigiil  yujjuui  icii  uveiictyy  li  ccui  i  igi  ilo  iiuiii  u.  i  iiiiic 

east  of  Rte.  154  to  0.1  mile  east  of  Rte.  U  (2 
disconnected  sections). 

$1,801 

$2,095 

16.32% 

PE 

$70 

$55 

$  Difference 

Completion 

4/6/2009 

CE: 

$111 

£97 

Reason(s): 

1  lit;  OUbl  colli  1  laic  UcvldlcU  IIUI1I  U  Ic  dUlUdl  OUol  UUc  IU 

asphalt  cement  price  adjustment  during  construction. 

CN: 

RWlnc: 

RW: 

Utilities 

$1,619 
$0 
$0 
$0 

$1,944 

$o 
$o 

$0 

CN  Award 

COST  t  L^OnC.  -P-L/U/u 

NonContract  $1 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Pike 

61 

3P0501 

3/2007 

01  dun  iu,,  (jdvniy  ai iu  icuiauc  ui  iuyc  uvci  ouuiiuci  oicuis 

0.1  mile  north  of  Pike  County.  Project  involves  bridge 
G0923R. 

$2,354 

$2,099 

-10.83% 

PE 

$218 

$186 

$  Difference 

Completion 

10/21/2008 

CE: 

$137 

$120 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
no  historical  data  for  estimating  (NU  girders  for  the 
bridge). 

CN: 

RWlnc: 

RW: 

Utilities 

$1,998 
$0 
$0 
$0 

$1,793 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $1,828 

NonContract  $1 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Pike 

61 

3P0742 

4/2008 

Improve  roadway  on  northbound  lanes  0.2  mile  north  of 
Rte.  NN. 

$509 

$557 

9.43% 

Completion 

1/22/2009 

PE 

CE: 

$25 
$31 

$81 
$30 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $453 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$446 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

cost  t"  L^oriL.  -p'+j.j 

Pike 

79 

3P2157 

5/2008 

Slide  correction  0.5  mile  south  of  Rte.  TT. 

$285 

$413 

44.91% 

Completion 

12/5/2008 

PE 

CE: 

$10 
$14 

$50 
$47 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
no  historical  data  for  estimating  (welded  wire  form 
baskets). 

CN:  $205 
RWInc:  $1 
RW:  $5 
Utilities  $0 
NonContract  $50 
Other: 

Budget  Transfer: 

$311 
$1 
$4 
$0 
$0 
$0 
$0 

CN  Award 

cost  -j-  L^oriL.  ~p^j—> 

Shelby 

15 

3P0510 

4/2008 

Replace  bridge  over  Messner  Creek  0.7  mile  south  of 
Rte.  M.  Project  involves  bridge  H589R. 

$441 

$460 

4.31% 

Completion 

1/22/2009 

PE 

CE: 

$46 
$25 

$110 
$51 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $365 
RWInc:  $1 
RW:  $4 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$293 
$1 
$5 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $306 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Warren 

47 

3P0708 

11/2007 

Rehabilitate  pavement  from  Lincoln  County  line  south  to 
0.2  mile  north  of  1-70. 

$673 

$651 

-3.27% 

Completion 

12/5/2008 

PE  $40 
CE :  $41 

$38 
$55 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $592 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$558 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  77 
cost  -r  (~onu.  J>JJs 

Cass 

291 

4P1811 

1/2008 

Pavement  and  shoulder  treatments  from  the  north  leg  of 
Rte.  58  to  Crestwood  Drive  in  Harrisonville. 

$2,206 

$1,968 

-10.79% 

Completion 

1/7/2009 

PE  $55 
CE :  $138 

$14 
$238 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  than  expected  design  cost. 

CN:  $2,012 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$1, 716 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cass 

291 

4P1986 

3/2008 

Island  repair  at  various  locations  on  Rte.  291  and  Rte.  2 
in  Harrisonville.  Project  also  includes  enlarging  the 
turning  radius  at  the  intersection  of  Rte.  2  and 
Independence  Street. 

$210 

$229 

9.05% 

Completion 

10/21/2008 

PE  $2 
CE :  $13 

$9 
$29 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $195 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$191 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $180 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Cass 

7 

4P1929 

2/2008 

Various  pavement  and  shoulder  treatments  from  Rte.  Z 
near  Garden  City  to  the  Henry  County  line. 

$2,822 

$2,061 

-26.97% 

Completion 

3/4/2009 

PE  $52 
CE :  $178 

$33 
$78 

$  Difference 

£  "7fil 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  than  expected  engineering  cost. 

CN:  $2,591 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$1,950 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  V?n 
cost  -r  (~onu.  J>-L,  /^u 

Cass 

7 

4S1704 

5/2007 

Addition  of  two-way  left  turn  lane,  sidewalks,  closed 
drainage  system,  and  curb  and  gutter  from  163rd  Street 
to  Rte.  VV  in  Pleasant  Hill.  This  project  is  being  funded 
by  Mid  America  Regional  Council  STP  funds,  MoDOT, 
and  by  the  City  of  Pleasant  Hill. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  right  of  way  costs,  higher  than 
expected  utility  costs,  and  higher  than  expected 
engineering  costs. 

$1,629 

$1,953 

19.89% 

Completion 

10/21/2008 

PE  $100 
CE :  $90 

$182 
$154 

$  Difference 

Reason(s): 

CN:  $1,305 
RWInc:  $33 
RW:  $100 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$1,338 
$28 
$184 
$68 

$o 

$0 
$0 

CN  Award 

COSt  T-  L^OilL.  ■p-L,~>^-L 

Cass 

7 

4S1705 

5/2007 

Addition  of  two-way  left  turn  lane,  sidewalks,  curb  & 
gutter,  and  a  closed  drainage  system  from  Cedar  Street 
to  Richland  Street  in  Pleasant  Hill.  This  project  is  being 
funded  by  Mid  America  Reqional  Council  STP  funds, 
MoDOT,  and  by  the  City  of  Pleasant  Hi 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

$1,414 

$1,423 

0.64% 

Completion 

10/21/2008 

PE  $85 
CE :  $83 

$157 
$116 

$  Difference 

Reason(s): 

CN:  $1,208 
RWInc:  $18 
RW:  $20 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,121 
$16 
$13 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,123 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Cass 

w 

4S1706 

5/2007 

Construct  a  roundabout  at  intersection  of  Lexington 
Road  in  Pleasant  Hill.  This  project  is  being  funded  by 
Mid  America  Regional  Council  STP  funds,  MoDOT,  and 
by  the  City  of  Pleasant  Hill. 

$1,008 

$1,212 

20.24% 

Completion 

10/21/2008 

PE  $113 
CE :  $54 

$146 
$93 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  utility,  right  of  way,  and 
engineering  costs. 

CN:  $789 
RWInc:  $21 
RW:  $10 
Utilities  $20 
NonContract  $1 
Other: 

Budget  Transfer: 

$817 
$16 
$28 
$112 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt- 

cost  -r  (~onu.  3>o^*^ 

Clay 

1 

4S1843 

9/2007 

Pavement  and  shoulder  treatments  from  1-35  to  Rte. 
210  in  the  City  of  Kansas  City. 

$291 

$356 

22.34% 

Completion 

4/20/2009 

PE  $5 
CE :  $18 

$11 

$36 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders  and  higher  than  expected 
engineering  costs. 

CN:  $268 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other- 
Budget  Transfer: 

$309 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Clay 

l 

4S1955 

2/2008 

Pavement  treatments  from  Rte.  1 52  to  64th  Street  in  the 
City  of  Gladstone. 

$636 

$576 

-9.43% 

Completion 

5/6/2009 

PE  $11 
CE :  $40 

$17 
$33 

$  Difference 

(t  Rf\ 

q>  -ou 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $585 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$526 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $498 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Clay 

10 

4S1984 

11/2007 

Pavement  treatments  on  Jesse  James  Road  from  Rte. 
1 0  to  Rte.  69  in  the  City  of  Excelsior  Springs. 

$183 

$159 

-13.11% 

Completion 

2/19/2009 

PE 

CE: 

$3 
$12 

$5 
$15 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed. 

CN:  $168 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$138 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-      7  7  7 

Clay 

152 

4S1952 

2/2008 

Pavement  treatments  from  Rte.  1  to  I-35  in  the  City  of 
Kansas  City. 

$2,234 

$1,760 

-21.22% 

Completion 

5/6/2009 

PE 

CE: 

$11 
$143 

$16 
$95 

$  Difference 

£  A~TA 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  than  expected  inspections  costs. 

CN:  $2,080 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,649 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

cost  T-  L^onc.  -p-t-f  s ~>o 

Clay 

169 

4P1807 

4/2007 

1  3/4"  Resurfacing  from  the  Clinton  County  line  to  Route 
169  spur. 

$688 

$683 

-0.73% 

Completion 

3/19/2009 

PE 

CE: 

$20 
$43 

$25 
$29 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $625 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$629 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $454 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Clay 


169 


4S2224 


Completion 

3/19/2009 


7/2008 


Reason(s): 


Navigation  lighting  access  enhancements  on  the 
Broadway  Bridge  in  Kansas  City.  Project  involves  bridge 
A4649. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established. 


RE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$116 

$7 
$7 
$102 
$0 


$0 
$0 
$0 


$201 

$21 
$2 
$178 

$o 
$o 

$0 
$0 
$0 
$0 


73.28% 


$  Difference 
$  85 


CN  Award 

Cost  +  Cont.  $171 


Clay 


33 


4S1825 


Completion 

3/19/2009 


4/2007 


Reason(s): 


1  3/4"  resurfacing  from  1 9th  Street  to  Rte.  69. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  than  expected  engineering  costs. 


RE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$991 

$27 
$62 
$902 
$0 


$0 
$0 
$0 


$416 

$6 
$30 
$380 

$o 
$o 

$0 
$0 
$0 


-58.02% 


$  Difference 
$  -575 


CN  Award 

Cost  +  Cont.  $741 


Clay 


435 


41 1331 


Completion 

5/6/2009 


6/2007 


Reason(s): 


Resurfacing  of  pavement  and  shoulders  from  Platte 
County  line  to  1 08th  Street. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders. 


$6,268 

$276 
$385 
$5,607 
$0 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$0 
$o 
$0 


$7,160 

$93 
$275 
$6,792 

$o 
$o 

$0 
$0 
$0 
$0 


14.23% 

$  Difference 
$  892 


CN  Award 

Cost  +  Cont.  $5, 707 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Clay 

435 

41 1332 

6/2007 

Doci  irfaoino  of  nauomont  anrl  chni  ilrl^rc  frnm  1  Hfith 

ncbU  I  IdLiI  I  ILJ  Ul  |Jdv  cl  I  I  trl  I L  al  IU  bllUUIUtrlb  IIUIII    I  UOU  I 

Street  to  Rte.  69. 

$8,872 

$6,046 

-31.85% 

PE 

$369 

$93 

$  Difference 

Completion 

5/6/2009 

CE: 

$546 

$212 

Reason(s): 

Th&  ^nct  actimcito  HowisitoH  from  tho  aoti  ol  met  rti  to 
i  lit;  uuoi  coin i laic  ucviaitJU  iiuiii  liic  auiuai  uuoi  uuc  iu 

practical  design  after  the  project  was  programmed  and 
lower  than  expected  engineering  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$7,957 
$0 
$0 
$0 

$5, 741 

$o 
$o 

$0 

CN  Award 

r>icf-  -l.  r>it~rt-  ym 
cost  -r  (~onu.  3>J,  /UJ. 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Clay 

92 

4P1795 

4/2007 

V/nrioi  iq  nflupmpnt  nnrl  Qhni  ilrlpr  trpatmpntQ  from  l-'-l1^  to 

v  al  lUUo  (JdVCMICIIl  al  IU  ollUUIUCI   UCallllCI  llo  IIUIII  1  OJ  IU 

Rte.  69. 

$836 

$1,239 

48.21% 

PE 

$15 

$0 

$  Difference 

Completion 

3/19/2009 

CE: 

$53 

$105 

Reason(s): 

1  lie  OUol  cblllllaLc  UcvlalcU  IIUMI  Ulfci  aUlUal  OUol  UUfcr  IU 

additional  requirements  after  estimates  were 
established,  unexpected  change  orders,  and  higher 
than  expected  inspections  costs. 

CN:  $768 
RWlnc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 

$1,134 

$o 
$o 

$0 
$0 

CN  Award 

COST  t  L^OnC.  -pzrJJ 

Other: 

$0 

Budget  Transfer: 

$0 

Henry 

13 

4P1810 

2/2008 

Pa\/ompnt  anH  c hoi  i IHor  troatm^ntc  from  Rt^   1  R  to  th^ 
r  avcl  I  Itil  II  al  IU  bl  lUUIUfcM  LI  trcUl  1 1  trl  I  Lb  IIUIII  luti.    IO  IU  LI  Ic 

St.  Clair  County  line. 

$2,391 

$1,518 

-36.51% 

PE 

$44 

$16 

$  Difference 

Completion 

3/4/2009 

CE: 

$151 

$110 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  than  expected  engineering  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$2,195 
$0 
$0 
$0 

$1,392 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $1,298 

NonContract  $1 

$0 

Other- 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 


Page  35 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Henry 


4P1934 


Completion 

3/4/2009 


2/2008 


Reason(s): 


Pavement  treatments  from  the  Cass  County  line  to  Rte. 
13  in  Clinton. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  than  expected  engineering  costs. 


PE 

CE: 

CN: 


$8,067 

$123 
$510 
$7,433 


RWInc: 

RW: 

Utilities 

NonContract 

Other: 

Budget  Transfer. 


$0 
$o 
$o 
$1 


$5,110 

$33 
$216 
$4,861 

$o 
$o 

$0 
$0 
$0 
$0 


-36.66% 


$  Difference 
$  -2957 


CN  Award 

Cost  +  Cont.  $4,686 


J  ackson 


291 


4P1998 


Completion 

9/5/2008 


9/2007 


Reason(s): 


Install  video  detection  at  various  locations. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders. 


$214 

PE 

$4 

CE: 

$13 

CN: 

$196 

RWInc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$1 

Other: 

Budget  Transfer: 

$313 

PE 

$38 

CE: 

$18 

CN: 

$257 

RWInc: 

$0 

RW: 

$0 

Utilities 

$0 

$236 

$0 
$18 
$218 

$o 
$o 

$0 
$0 
$0 


10.28% 


$  Difference 
$  22 


CN  Award 

Cost  +  Cont.  $180 


J  ackson 


4S1779 


Completion 

10/21/2008 


5/2007 


Reason(s): 


Install  signals  at  Rte.  150. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established  and  due  to  higher  than  expected  design 
cost. 


NonContract 
Other: 

Budget  Transfer. 


$o 


$418 

$53 
$4 
$361 

$o 
$o 

$0 
$0 
$0 
$0 


33.55% 

$  Difference 
$  105 


CN  Award 

Cost  +  Cont.  $359 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


J  ackson 


70 


41 2031 


Completion 

9/5/2008 


9/2007 


Reason(s): 


Safety  enhancements  on  Woods  Chapel  Road  in  the 
City  of  Blue  Springs. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  inspection  costs. 


$141 

PE 

$4 

CE: 

$9 

CN: 

$128 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 

$262 

PE 

$0 

CE: 

$17 

CN: 

$245 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

$178 

$3 
$42 

$133 

$o 
$o 

$0 
$0 
$0 
$0 


26.24% 


$  Difference 
$  37 


CN  Award 

Cost  +  Cont.  $134 


J  ackson 


70 


412210 


Completion 

3/19/2009 


6/2008 


Reason(s): 


Interchange  improvements  westbound  at  Woods  Chapel 
Road  in  Blue  Springs.  Project  to  be  paid  for  by  the  City 
of  Blue  Springs. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established  and  higher  than  expected  inspection  costs. 


NonContract 
Other: 

Budget  Transfer: 


$o 


$429 

$0 
$62 
$367 

$o 
$o 

$0 
$0 
$0 


63.74% 


$  Difference 
$  167 


CN  Award 

Cost  +  Cont.  $386 


J  ackson 


70 


4P1851 


Completion 

3/19/2009 


3/2008 


Reason(s): 


Preventive  maintenance  on  the  eastbound  and 
westbound  Lewis  and  Clark  Bridges.  Project  involves 
bridges  A5658  and  A0507. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  than  expected  design  cost. 


$2,342 

$205 
$137 
$2,000 
$0 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$0 
$o 
$0 


$1,414 

$45 
$149 
$1,219 

$o 
$o 

$0 
$0 
$0 
$0 


-39.62% 

$  Difference 
$  -928 


CN  Award 

Cost  +  Cont.  $1,217 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

J  ackson 

AA 

4S1775 

0/2006 

Payment  as  part  of  agreement  to  City  of  Grain  Valley  to 
take  ownership  of  Route  AA  from  station  612+00  to 
station  716+60  at  Main  Street. 

$96 

$90 

-6.25% 

Completion 

9/23/2008 

PE  $0 
CE :  $6 

$o 

£0 

$  Difference 

O  D 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $90 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$90 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  GQn 
cost  -r  (~onu.  j>??u 

J  ackson 

Various 

4P1850 

9/2007 

Install  video  detection  at  various  locations  in  the  urban 
area. 

$213 

$117 

-45.07% 

Completion 

9/5/2008 

PE  $3 
CE :  $13 

$4 

ill 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
unexpected  change  orders. 

CN:  $196 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$102 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  T  L^OllL.  -P-L~>o 

J  ohnson 

13 

4P1796 

3/2007 

Resurfacing  pavement  and  shoulders  from  DD  in 
Johnson  County  to  3  miles  south  of  Rte.  N  in  Henry 
County.  Project  in  required  combination  with  4P1797. 

$3,240 

$4,414 

36.23% 

Completion 

8/21/2008 

PE  $78 
CE :  $203 

$51 
$262 

$  Difference 

q>  1.1.1** 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders. 

CN:  $2,959 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$4,101 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $2,980 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

J  ohnson 

13 

4P1797 

3/2007 

Resurfacing  pavement  and  shoulders  from  Rte.  E  to 
0.25  mile  south  of  County  Road  400.  Project  in  required 
combination  with  4P1796. 

$650 

$706 

8.62% 

Completion 

8/21/2008 

PE  $12 
CE :  $41 

$15 
$48 

$  Difference 

q>  Do 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $597 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$642 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COST  T"  L^OilL.  -pJ^f-JJ 

J  ohnson 

13 

4P2019 

1/2008 

Pavement  and  shoulder  treatments  from  Rte.  YY  to  Rte. 
E  north  of  Warrensburg. 

$1,222 

$881 

-27.91% 

Completion 

9/18/2008 

PE  $2 
CE :  $78 

$14 
$57 

$  Difference 

;p  -341 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed. 

CN:  $1,142 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$810 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

J  ohnson 

50 

4P1630 

4/2006 

Rehabilitate  roadway  and  bridge  from  Rte.  HH  to  Rte. 
FF  (Pettis  County  line).  Project  involves  bridges  L-901 , 
A-4193,  L-801 ,  L-899  and  A-2090. 

$7,728 

$12,477 

61.45% 

Completion 

8/21/2008 

PE  $228 
CE :  $482 

$206 
$968 

$  Difference 

<t  A1AQ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established,  unexpected  change  orders,  and  higher 
than  expected  inspection  costs. 

CN:  $7,018 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$11,302 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.$10,238 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Lafayette 


13 


4L0700B 


Completion 

8/6/2008 


11/2007 


Reason(s): 


Pavement  treatments  from  Rte.  20  north  to  Rte.  13 
(North  of  Higginsville  City  Limits). 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders,  higher  than  expected 
engineering  costs,  and  recent  changes  in  market 
prices  for  project  components. 


$102 

PE 

$2 

CE: 

$6 

CN: 

$94 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract  $0 

Other: 

Budget  Transfer: 

$830 

PE 

$5 

CE: 

$53 

CN: 

$772 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract  $0 

Other: 

Budget  Transfer: 

$1,290 

PE 

$23 

CE: 

$81 

CN: 

$1,186 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract  $0 

Other: 

$116 

$3 
$9 
$104 

$o 
$o 

$0 
$0 
$0 
$0 


13.73% 


$  Difference 
$  14 


CN  Award 

Cost  +  Cont.  $101 


Lafayette 


13 


4P1932 


Completion 

9/18/2008 


1/2008 


Reason(s): 


Pavement  and  shoulder  treatments  from  1-70  to  Rte. 
YY. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established,  unexpected  change  orders,  and  higher 
than  expected  engineering  costs. 


$1,042 

$21 
$71 
$951 

$o 
$o 

$0 
$0 
$0 


25.54% 


$  Difference 
$  212 


CN  Award 

Cost  +  Cont.  $836 


Lafayette 


224 


4L0800B 


Completion 

2/19/2009 


11/2007 


Reason(s): 


Pavement  treatment  from  Rte.  24  to  Route  13  near  the 
City  of  Lexington. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed. 


Budget  Transfer: 


$859 

$15 
$35 
$809 

$o 
$o 

$0 
$0 
$0 
$0 


-33.41% 

$  Difference 
$  -431 


CN  Award 

Cost  +  Cont.  $792 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Lafayette 

24 

4P2020 

6/2008 

Pavement  treatments  from  Rte.  1 3  to  Rte.  65  between 
the  cities  of  Lexington  and  Waverly. 

$6,946 

$5,953 

-14.30% 

Completion 

5/6/2009 

PE  $10 
CE :  $445 

$7 
$241 

$  Difference 

$  "57573 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  than  expected  inspection  costs. 

CN:  $6,491 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$5, 706 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  *£A  ~7Q~? 
cost  -r  (~onu.  J**, 

Lafayette 

70 

41 1976 

7/2008 

Thin  pavement  treatment  from  Rte.  13  to  Saline  County 
line. 

$3,773 

$3,805 

0.85% 

Completion 

2/19/2009 

PE  $47 
CE :  $239 

$38 
$142 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,487 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,625 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Lafayette 

70 

41 2004 

12/2007 

Pavement  repair  from  west  of  the  Sni  A  Bar  bridge  east 
0.2  miles  near  Odessa. 

$379 

$475 

25.33% 

Completion 

9/18/2008 

PE  $10 
CE :  $24 

$8 
$142 

$  Difference 

q>  57D 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  inspection  costs. 

CN:  $344 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$324 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $356 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Platte 

29 

41 1662 

7/2007 

Bridge  improvements  at  Line  Creek.  Project  involves 
bridges  L0689. 

$2,948 

$2,832 

-3.93% 

Completion 

12/5/2008 

PE  $1,000 
CE :  $125 

$445 
$176 

$  Difference 

q>  -J.J.O 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,823 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,210 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  Vff? 
cost  -r  (~onu.  J>-L,  /o^ 

Platte 

29 

41 1662C 

12/2007 

Bridge  rehabilitation  at  Bee  Creek,  NB  Platte  River 
overflow,  and  NB  Platte  River.  Project  involves  bridges 
A01 1 45,  A01 1 46,  A01 983,  and  A01 993. 

$3,425 

$3,429 

0.12% 

Completion 

3/4/2009 

PE  $2 
CE :  $220 

$1 
$218 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,203 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,209 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <£? 
cost  -r  t~onc.  j>J,^^v 

Platte 

29 

41 1662D 

2/2008 

Bridge  rehabilitation  at  Todd  Creek,  SB  Platte  River,  SB 
Platte  River  Overflow,  and  56th  Street.  Project  also 
includes  various  ramp  and  pavement  work.  Project 
involves  bridges  NB  and  SB  bridges  A16694,  A16695, 
A17443,  A17444,  L03544  and  L03804. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders  and  higher  than  expected 
inspection  costs. 

$3,477 

$3,940 

13.32% 

Completion 

6/19/2009 

PE  $5 
CE :  $223 

$3 
$319 

$  Difference 

Reason(s): 

CN:  $3,249 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,618 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $3,114 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Platte 

29 

41 1985 

2/2008 

Pedestrian  safety  improvements  from  the  southern  end 
of  bridge  over  Barry  Road  south  4500  feet. 

$123 

$88 

-28.46% 

PE  $2 

$16 

$  Difference 

Completion 

7/21/2008 

CE :  $8 

£8 

Reason(s): 

1  lit?  UUol  oblll  1  IdLo  UfcJVIcUcU  MUNI  U  It?  dOLUdl  UUol  UUc  IU 

practical  design  after  the  project  was  programmed. 

CN:  $113 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$64 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COST  t  L^OilL.  ~pUJ 

Platte 

45 

4P1808 

6/2008 

Pavement  treatments  from  Rte.  45  Spur  to  1-435. 

$309 

$425 

37.54% 

PE  $8 

$5 

$  Difference 

Completion 

3/4/2009 

CE :  $19 

£17 

q>  xj.o 

Reason(s): 

1  lit?  LiUol  oblll  1  IdLo  UcvldloU  IIUIII  IMC  dULUdl  LUbl  UUo  IU 

additional  requirements  after  estimates  were 
established  and  due  to  unexpected  change  orders. 

CN:  $282 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$403 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  t  L^OIlL.  -p~>/27 

Platte 

45 

4P1857 

2/2008 

Pavement  treatment  from  Rte.  92  to  Rte.  45  near  Tracy. 

$407 

$333 

-18.18% 

PE  $8 

$33 

$  Difference 

Completion 

1/7/2009 

CE :  $26 

$25 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed. 

CN:  $372 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$275 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $279 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Platte 

635 

4D0600E 

2/2006 

ncoUtldtc  1  UaUVVay  al  IU  bliuuiutnb  al  IU  Icsui  IdLC  lalllUo 

to  Rte.  69  from  1-29  to  the  Missouri  River  bridge.  Let  in 
combination  with  411717  and  411709. 

$2,046 

$2,332 

13.98% 

PE 

$72 

$24 

$  Difference 

Completion 

10/6/2008 

CE: 

$129 

£74 

£  our 
q>  Zoo 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established. 

CN: 

RWlnc: 

RW: 

Utilities 

$1,845 
$0 
$0 
$0 

$2,234 

$o 
$o 

$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£?  7  VA 
cost  -r  (~onu.  3>^,  -L 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Platte 

635 

41 1709 

2/2006 

Replace  existing  bridges  A-3480R,  A-2483R.  New 
diamond  interchange  at  New  Horizons  Parkway 
(formerly  Van  De  Populier).  $5  million  from  Interstate 
Maintenance  Discretionary  Program.  Remainder  paid 
for  by  the  City  of  Riverside.  Let  with  4D0600E,  411717. 

Tho  ^nct  octimato  H^wiatoH  from  tho  notiicil  met  Hi  to 

1  lit?  LiUol  oblll  I  IdLo  UtJVIcUtJU  MUNI  U  It?  dULUdl  L>UoL  UUtJ  IU 

coordination  with  outside  agencies  and  additional 
requirements  after  estimates  were  established.  The 
additional  cost  increase  was  covered  by  outside 
agency. 

$11,692 

$13,366 

14.32% 

Completion 

10/6/2008 

PE 

CE: 

$20 
$734 

$50 
$753 

$  Difference 

^)  JLO/4 

Reason(s): 

CN:  $10,482 
RWlnc:  $16 
RW:  $374 
Utilities  $66 
NonContract  $0 
Other: 

Budget  Transfer: 

$12,164 
$21 
$357 

$22 
$0 
$0 
$0 

CN  Award 

Platte 

635 

41 1717 

2/2006 

Doci  irfaoino  ramnc  from  l-fi1^^  to  Rto  Q   1  ^t  in 

ncbU  1  IdOl  1  ILJ  IdlllUo  IIUIII  1  DOJ  LU  nit?.  3.  L.cl  III 

combination  with  4D0600E  and  411709. 

$227 

$611 

169.16% 

PE 

$8 

$0 

$  Difference 

Completion 

10/6/2008 

CE: 

$14 

£11 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established. 

CN: 

RWlnc: 

RW: 

Utilities 

$205 
$0 
$0 
$0 

$600 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $567 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Platte 


92 


4P1452 


Completion 

7/7/2008 


5/2007 


Reason(s): 


Replace  bridge  over  Todd  Creek  0.5  mile  east  of  Rte.  B. 
Project  involves  bridge  J783. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  right  of  way  costs,  practical 
design  after  the  project  was  programmed,  and  lower 
than  expected  design  costs. 


$3,413 

PE  $602 
CE:  $111 
CN:  $1,612 
RWlnc:  $65 
RW:  $935 
Utilities  $88 
NonContract  $0 
Other: 

Budget  Transfer: 


$1,970 

$246 
$262 

$1,315 
$16 
$37 

$93 
$0 
$0 
$0 


-42.28% 


$  Difference 
$  -1443 


CN  Award 

Cost  +  Cont.  $1,301 


Platte 


4S1982 


Completion 

2/19/2009 


11/2007 


Reason(s): 


Pavement  treatments  from  Brightwell  Road  to  Rte.  N 
near  the  City  of  Kansas  City. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  than  expected  inspection  costs. 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$232 

$7 
$14 
$211 
$0 


$0 
$0 
$0 


$178 

$5 
$3 
$169 

$o 
$o 

$0 
$0 
$0 
$0 


-23.28% 


$  Difference 
$  -54 


CN  Award 

Cost  +  Cont.  $156 


Ray 


10 


4L0600H 


Completion 

2/19/2009 


6/2008 


Reason(s): 


Pavement  treatments  from  Rte.  1 0  to  Rte.  1 0. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders. 


$423 

PE 

$8 

CE: 

$27 

CN: 

$388 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 


$493 

$1 
$12 

$481 

$o 
$o 

$0 
$0 
$0 
$0 


16.55% 

$  Difference 
$  70 


CN  Award 

Cost  +  Cont.  $379 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Ray 

10 

4L0900C 

11/2007 

Pavement  treatments  from  Excelsior  Springs  to  Rte.  C. 

$939 

$623 

-33.65% 

Completion 

2/19/2009 

PE  $23 
CE :  $59 

$5 
$36 

$  Difference 

q>  -3J.O 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed. 

CN:  $857 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$582 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <f 
cost  -r  (~onu.  3>JJV 

Ray 

210 

0P2149B 

6/2008 

Install  edgeline  rumble  stripes  and  re-stripe  with  epoxy 
paint  from  east  of  BNSF  RR  overpass  to  Rte.  10 
intersection. 

$97 

$79 

-18.56% 

Completion 

2/19/2009 

PE  $0 
CE :  $6 

$0 
$15 

$  Difference 
q>     -  ±o 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
due  to  splitting  projects.. 

CN:  $91 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$64 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  t  L^OilL.  ~puu 

Ray 

Lexington 

4O0047 

0/2008 

Payment  to  Ray  County  to  transfer  ownership  of  bridge 
K0900.  This  payment  is  associated  with  an  agreement 
with  Ray  County  on  previous  MoDOT  projects  4P1 102G, 
4P1 1 02H,  4P1 1 02I,  and  4P1 1 02K. 

$245 

$245 

0.00% 

Rd. 

Completion 

6/22/2009 

PE  $0 
CE :  $0 

$0 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $245 
RWInc:  $0 
RW:  $0 
Utilities 

NonContract  $0 
Other: 

Budget  Transfer: 

$245 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Various 


Various 


41 1569 


Completion 

8/30/2008 


6/2004 


Reason(s): 


SFY  2004  Intelligent  Transportation  System  (ITS) 
operations  at  various  locations  in  Jackson,  Clay  and 
Platte  counties.  Project  to  be  funded  58%  by  MoDOT 
and  42%  ($1 .68  Million)  by  KDOT. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
no  historical  data  for  estimating  (ITS  project). 


$4,000 

$0 
$0 
$4,000 
$0 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$o 
$o 
$o 


$2,881 

$979 

$o 

$1,877 

$o 
$o 

$0 
$0 
$25 
$0 


-27.98% 


$  Difference 
$  -1119 


CN  Award 

Cost  +  Cont.  $4,000 


Various 


Various 


4P2236B 


Completion 

10/6/2008 


5/2008 


Reason(s): 


Striping  at  various  locations  in  District  4. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed. 


$361 

PE 

$0 

CE: 

$23 

CN: 

$338 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 

$381 

PE 

$7 

CE: 

$24 

CN: 

$350 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

$215 

$0 
$20 
$194 

$o 
$o 

$0 
$0 
$0 


-40.44% 


$  Difference 
$  -146 


CN  Award 

Cost  +  Cont.  $217 


Various 


Various 


4S1856 


Completion 

4/20/2009 


6/2008 


Reason(s): 


Improve  bridge  decks  in  various  rural  locations  in  SFY 
2008. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  engineering  costs. 


NonContract 
Other: 

Budget  Transfer. 


$0 


$441 

$26 
$99 
$317 

$o 
$o 

$0 
$0 
$0 
$0 


15.75% 

$  Difference 
$  60 


CN  Award 

Cost  +  Cont.  $325 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Boone 

70 

51 0971 

10/2007 

Resurfacing  on  the  westbound  lanes  from  Rte.  740  to 
the  Missouri  River  Bridge. 

$3,926 

$3,745 

-4.61% 

Completion 

4/6/2009 

PE  $60 
CE :  $248 

$23 
$276 

$  Difference 

q>  -J.OJ. 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,618 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,446 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£?  yyfi 
cost  -r  (~onu.  3>^,  S^CJ 

Boone 

WW 

5U0671 

11/2004 

Widen  to  four  lanes,  with  left  turn  pockets,  replace 
bridge  from  Old  Rte.  63  to  Rte.  63  in  Columbia.  Project 
involves  bridge  A0859.  Sidewalks,  Pedway  funded  from 
Enhancement  Funds  STP-21 00(51 7)  *22.  City  of 
Columbia  will  design  and  administer  project. 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

$4,793 

$4,736 

-1.19% 

Completion 

9/23/2008 

PE  $117 
CE :  $10 

$55 
$354 

$  Difference 

q>  -3/ 

Reason(s): 

CN:  $4,169 
RWInc:  $0 
RW:  $450 
Utilities  $47 
NonContract  $0 
Other: 

Budget  Transfer: 

$4,327 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Callaway 

54 

5P0955B 

7/2008 

Thin  pavement  treatment  on  the  westbound  lanes  from 
1  mile  west  of  County  Road  348  to  0.4  mile  west  of  Rte. 
AA/OO  in  Holts  Summit.  Shoulder  improvements  to  be 
completed  under  5P0955. 

$278 

$277 

-0.36% 

Completion 

2/19/2009 

PE  $5 
CE :  $18 

$0 
$39 

$  Difference 
$  -i 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $255 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$238 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $236 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Callaway 

F 

5S0504 

2/2007 

Ronlaro  hrirlno  rwf&r  Mi  Near  PVook  0  miloc  pact  r\f  Rto  1 
ncuidoc  ui  iuyc  uvei  ivmmci  oiccr\  c  iiincb  caoi  ui  rue  o. 

Project  involves  bridge  P0387. 

$793 

$664 

-16.27% 

PE 

$115 

$226 

$  Difference 

Completion 

10/21/2008 

CE: 

$34 

£9 

q>  -±£.13 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors.  Utility  costs  were  also 
less  than  originally  estimated. 

CN: 

RWlnc: 

RW: 

Utilities 

$495 
$24 
$13 

$112 

$389 
$1 
$15 
$23 

CN  Award 

NonContract  $0 

$o 

Other: 

$0 

Budget  Transfer: 

$0 

Camden 

Greens 

5P0309J 

7/2008 

IVIUUIiy  LI  1  ICC  IUVV  VVdlCI  UlUoolllLJo  dl  VctllUUo  NJOdUUI  lo 

over  the  Little  Niangua  River  northwest  of  Rte.  N,  near 
Macks  Creek.  For  stream  mitigation  of  corridor  projects 
on  Rtes.  54  and  5. 

$500 

$755 

51.00% 

roru  r\u. 

Completion 

6/5/2009 

PE 

CE: 

$23 
$31 

$158 
£7 

$  Difference 

Reason(s): 

1  lie  LiUol  CbLlllldLC  UCVIdlCU  MUNI  U  IC  dULUdl  LUbl  UUC  IU 

higher  than  expected  engineering  costs  and  no 
historical  data  for  estimating  the  scope  of  this  project. 

CN: 

RWlnc: 

RW: 

Utilities 

$446 
$0 
$0 
$0 

$590 

$o 
$o 

$0 

CN  Award 

COST  t  L^OIlL.    ~P->  /  2l 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Cole 

54 

5P2151 

12/2007 

Replace  bridge  over  Rte.  54  at  Jefferson  Street  in 
Jefferson  City.  Project  involves  bridge  A1308. 

$1,289 

$1,619 

25.60% 

PE 

$5 

$37 

$  Difference 

Completion 

9/18/2008 

CE: 

$57 

$119 

£  33ft 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
this  project  being  an  emergency  repair  contract  that 
included  a  very  aggressive  construction  schedule 
during  inclement  weather  and  higher  than  expected 
inspection  costs. 

CN:  $836 
RWlnc:  $0 
RW:  $1 
Utilities  $0 
NonContract  $390 
Other: 

Budget  Transfer: 

$1,121 

$o 

$1 
$0 
$342 
$0 
$0 

CN  Award 

Cost  +  Cont.  $894 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Cooper 

135 

5S0516 

9/2007 

RriHno  ronlaromDnt  nuor  1  amino  Rix/or  anrl  rnico  th& 
DflULJtr  I     (JldL/tM  1  ItM  1 L  UVcl   l_dllMllt7  nivol  dl  IU  Idiot;  Lilt? 

grade  1  mile  south  of  Rte.  N  south  junction.  Project 
involves  bridge  T0257. 

$2,877 

$2,136 

-25.76% 

PE 

$316 

$295 

$  Difference 

Completion 

10/6/2008 

CE: 

$161 

$154 

Reason(s): 

1  lit?  LiUol  obllllldLo  UcvldloU  MUNI  U  It?  dULUdl  UUol  UUc  IU 

competition  among  contractors. 

CN: 

RWlnc: 

RW: 

Utilities 

$2,353 
$6 
$41 
$0 

$1,634 
$2 
$25 
$25 

CN  Award 

r>icf-  -l.  r>it~rt-  <£7  /iQ? 
cost  -r  (~onu.  J>-L, 

NonContract  $0 

$o 

Other: 

$0 

Budget  Transfer: 

$0 

Cooper 

70 

4P2236I 

4/2008 

fn^n  Qtrininn  pt  \/nnniiQ  Inrptinnc;  in  P.nnnpr  Rnnnp  anH 
\jo.\j  oLiifJiiiy  dL  vai  iuuo  lUudLiuiio  ■  ■  ■  ouu^jci  ,  duui  id  di  iu 

Callaway  Counties. 

$318 

$252 

-20.75% 

PE 

$io 

$7 

$  Difference 

Completion 

1/22/2009 

CE: 

$20 

£12 

q>  Do 

Reason(s): 

Tho  ^nct  octimcito  HowiatoH  frr\m  tho  actual  met  Hi  io  \r\ 

1  lit?  LiUol  obllllldLo  UcvldloU  MUNI  IMC  dULUdl  UUol  UUo  IU 

performing  projects  in  combination. 

CN: 

RWlnc: 

RW: 

Utilities 

$288 
$0 
$0 
$0 

$234 

$o 
$o 

$0 

CN  Award 

COST  T  L^OllL.  -P^-J-L 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Gasconade 

100 

5S0824 

11/2006 

II  ILcl  bcULIUI  1  1 1 1  l|JI  uvel  1  Icl  1  La  dl  IU  Ul  luyc  1  c|JI due  1  1  1  CI  1 L  dL 

Rte.  100  and  Rte.  19  in  Hermann.  Project  involves 
bridge  S0826. 

$1,388 

$1,726 

24.35% 

PE 

$105 

$249 

$  Difference 

Completion 

8/6/2008 

CE: 

$81 

$194 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  engineering  and  change  orders. 

CN: 

RWlnc: 

RW: 

Utilities 

$1,177 
$0 
$0 
$25 

$1,246 

$o 
$o 

$37 

CN  Award 

Cost  +  Cont.  $1,196 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Gasconade 

50 

5P0948 

4/2007 

Safety  improvement  at  Wehmeyer  Rd.  intersection  3.5 
miles  east  of  Rte.  19. 

$241 

$152 

-36.93% 

PE 

$20 

$n 

$  Difference 

Completion 

7/7/2008 

CE: 

$14 

$10 

Reason(s): 

Thp  f^nct  actimcitp  HpviatpH  frr\m  thp  ar^ti  ol  met  rti  ip  tn 

1  lit?  UUol  obllllldLo  UfcJVIdltJU  MUNI  U  It?  dOLUdl  UUol  UUc  IU 

performing  projects  in  combination  and  unexpected 
change  orders.  This  project  was  combined  with  a 
larger  resurfacing  project  (5P0868).  This  resulted  in 
more  competition  and  better  bids. 

CN:  $207 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$131 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

cost  t"  L^oriL.  -p-ljj 

Gasconade 

H 

5S0792 

3/2007 

Rrirlnp  rpnlflrpmpnt  n\/pr  Rprnpr  ("^rppk  A  9  milpQ  qhi  ith 

Ul               1  CLSIClwd  1  ICI  1  L  U  VCI    UCI  UCI    \_/ICCr\  ^.C  IllllOo  oUUll  1 

of  Rte.  Z.  Project  involves  bridge  N0682. 

$900 

$863 

-4.11% 

PE 

$247 

$287 

$  Difference 

Completion 

12/19/2008 

CE: 

$37 

$111 

q>  -3/ 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN: 

RWInc: 

RW: 

Utilities 

$536 
$8 
$10 
$61 

$436 
$12 
$6 
$10 

CN  Award 

/~s->e-f-    i    /~s->r-,+-      <t/l  ~7~7 

l^osl  -f-  L^onc.   -p*+s  / 

NonContract  $1 

$o 

Other: 

$0 

Budget  Transfer: 

$0 

Maries 

63 

5P0783 

9/2005 

ncoUl  IdUII  ILJj  oLdUIIIZ.ll  iy  dl  IU  VVIUtJIIIIiy  bllUUIUfcrlb  dl  IU 

adding  turn  lanes  at  Rte.  68,  and  at  Rte.  28  from  2.2 
miles  north  of  Vichy  to  the  Phelps  County  line.  Includes 
a  retaining  wall. 

$7,806 

$9,584 

22.78% 

Completion 

8/6/2008 

PE 
CE: 

$953 
$351 

$721 
$1,304 

$  Difference 

q>    J./ /o 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components  and  higher  than  expected  engineering 
costs. 

CN:  $5,111 
RWInc:  $0 
RW:  $657 
Utilities  $730 
NonContract  $4 

$6,149 
$287 
$519 

$604 
$0 

CN  Award 

Cost  +  Cont.  $6,376 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Morgan 

135 

5S0970 

7/2008 

Grading,  paving  and  drainage  to  relocate  intersection 
and  increase  sight  distance  1 .3  miles  north  of  Rte.  J  at 
the  intersection  with  Ivy  Bend  Rd. 

$103 

$163 

58.25% 

Completion 

2/4/2009 

PE  $12 
CE :  $4 

$53 
£3 

$  Difference 
<c  tin 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  design  cost.  Actual  construction 
costs  also  were  higher  than  estimated.  This  can  be 
attributed  to  the  small  scope  of  project  and  the  lack  of 
contractor  competition. 

CN:  $65 
RWInc:  $0 
RW:  $10 
Utilities  $12 
NonContract  $0 
Other: 

Budget  Transfer: 

$99 
$3 
$5 
$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <t:Q£t 
cost  -r  (~onu.  j>^o 

Osage 

50 

5P0832 

12/2006 

Resurfacing  and  shoulder  stabilization  on  three 
disconnected  sections  from  0.9  mile  east  of  Cole/Osage 
County  line  east  to  just  west  of  Rte.  100.  Also  includes 
the  addition  of  left  turn  lanes  at  Rte.  A  and  Rte.  100. 

$4,428 

$3,271 

-26.13% 

Completion 

9/18/2008 

PE  $315 
CE :  $258 

$190 
$488 

$  Difference 

;p  -JLJL3/ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders  and  competition  among 
contractors,  resulting  in  lower  than  estimated  bids. 

CN:             $3, 760 
RWInc:  $18 
RW:  $17 
Utilities  $60 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,516 
$21 
$12 
$45 

$o 

$0 
$0 

CN  Award 

COST  t  L^OilL.  *p^,0U-L 

Osage 

50 

5P0868 

4/2007 

Resurfacing  and  shoulder  stabilization  from  0.5  mile 
east  of  Rte.  89  south  Jet.  east  to  0.1  mile  west  of  Rte. 
19  Jet.  in  Gasconade  County.  Also  includes 
improvements  at  Rte.  CC  and  Linn  State  intersections. 

$8,047 

$5,087 

-36.78% 

Completion 

7/7/2008 

PE  $180 
CE :  $493 

$80 
$297 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors,  resulting  in  lower  than 
estimated  bids,  and  lower  than  expected  engineering 
costs. 

CN:  $7,190 
RWInc:  $30 
RW:  $54 
Utilities  $100 
NonContract  $0 
Other: 

Budget  Transfer: 

$4,661 
$9 
$17 
$22 

$o 

$0 
$0 

CN  Award 

Cost  +  Cont.  $4,620 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Osage 

63 

5P0935 

11/2007 

Resurfacing  and  shoulder  stabilization  from  Rte.  P  near 
Freeburg  to  1 .7  miles  south  of  Rte.  28. 

$4,226 

$5,397 

27.71% 

Completion 

4/6/2009 

PE  $70 
CE :  $267 

$42 
$167 

$  Difference 

<fc      11 71 
q>      1.1.1  ± 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns.  Once  construction  began  field  conditions 
warranted  a  change  in  scope  due  to  existing  widening 
and  aggregate  shoulders  consistently  failing  during  the 
Cold-in-place  recycling  operation. 

CN:  $3,889 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$5,188 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  vnv 
cost  -r  (~onu.  J>-3,  'Is' 

Pettis 

65 

5P0934 

6/2008 

Resurface  southbound  lanes  from  the  Saline  County  line 
south  to  Rte.  H  and  HH. 

$4,244 

$3,887 

-8.41% 

Completion 

4/6/2009 

PE  $50 
CE :  $269 

$4 
$127 

$  Difference 

<t  5C7 
^>  03/ 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,925 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3, 755 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Pettis 

65 

5P0952 

6/2008 

Resurface  northbound  lanes  from  0.2  miles  north  of  Rte. 
HH  to  1 .9  miles  south  of  Rte.  J. 

$1,945 

$1,662 

-14.55% 

Completion 

4/6/2009 

PE  $40 
CE :  $122 

$2 
$36 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination.  In  addition,  both 
design  and  construction  engineering  costs  were  less 
than  estimated. 

CN:             $1, 783 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,624 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,385 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Franklin 

100 

6P1004B 

3/2007 

vvlUtrfl  IIUIII  c.  Idlltro  LU  O  1  d  1  Ifcio  Ul  1  odlNc  dllL)l  1!  1  lfc;l  1 L. 

grading,  drainage,  retaining  walls,  signals,  lighting  ad 
pavement  widening  from  Rte.  47  to  985'  east  of  South 
Point  Road.  Cost  Share  project.  City  will  let  project  and 
acquire  R/W 

Thp  f^nct  actimcitp  HpviatpH  frnm  thp  ar^ti  lal  met  Hi  ip  \c\ 

1  lie  LiUol  oblll  1  IdLo  UcvlcUoU  IIUIII  U  It?  dOLUdl  UUol  UUc  IU 

coordination  with  outside  agencies  and  lower  than 
expected  inspection  costs. 

$476 

$413 

-13.24% 

Completion 

2/19/2009 

PE 

CE: 

$0 
$475 

$o 

$410 

$  Difference 

Reason(s): 

CN: 

RWlnc: 

RW: 

Utilities 

$0 
$0 
$1 

$o 
$o 
$o 

$3 

CN  Award 

cost  -r  cone  J>is 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Franklin 

100 

6P1004D 

3/2008 

RiiilHinn  Hpmnlitinn  anH  ndhpcitoQ  Jihstpmpnt  at  Rtp  \l\ 

UUIIUIIILJ  UCI  1  IUII LIUI  1  dllU  doUCSIUo  dUdLtrl  1  1 C I  1 L  CtL  niC.  1 VI . 

$26 

$55 

111.54% 

PE 

$5 

$6 

$  Difference 

Completion 

1/7/2009 

CE: 

$1 

£6 

q>  £.13 

Reason(s): 

Thp  f^nct  pctimatp  HpwiatpH  frr\m  thp  actual  met  Hi  ip  \c\ 

1  lit?  LiUol  oblll  1  IdLo  UcvlcUoU  IIUIII  IMC  dULUdl  UUol  UU.C  IU 

additional  requirements  after  estimates  were 
established  and  higher  than  expected  engineering 
costs. 

CN:  $20 
RWlnc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 

$42 

$o 
$o 

$0 
$0 

CN  Award 

COSC  -r  COni,  -p^+J 

Other: 

$0 

Budget  Transfer: 

$0 

Franklin 

100 

6S2032 

7/2007 

R o c 1 1 rf 3 naifwnont  rt^njair  anfi  chr\iilH^r 
ncbjl  lauc,  Udvcl  1  Icll  I  ItiUctll,  al  IU  OMUUIUCI 

improvements  from  1-44  to  Rte.  00.  STP  funds  from 
EW  Gateway  -  $1 95,200  maximum. 

$1,431 

$1,634 

14.19% 

PE 

$75 

$24 

$  Difference 

Completion 

12/5/2008 

CE: 

$87 

$126 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established  and  higher  than  expected  inspection  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$1,269 
$0 
$0 
$0 

$1,483 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $1,541 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Franklin 

44 

6I0735E 

6/2004 

Grading,  bridges,  pavement  widening  and  resurfacing 
from  west  of  Viaduct  Street  to  St.  Louis  County.  Involves 
bridges  A0040  and  A0041 .  Split  from  6I0735. 

$23,555 

$23,952 

1.69% 

Completion 

7/7/2008 

PE  $804 
CE :           $1, 438 

$95 
$1, 671 

$  Difference 

£  3Q"7 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $21,163 
RWInc:  $0 
RW:  $0 
Utilities  $150 
NonContract  $0 
Other: 

Budget  Transfer: 

$21,971 

$o 
$o 

$213 
$3 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <£7?  ?/t/7 

Franklin 

44 

61 2025 

6/2007 

Ultra-thin  bonded  asphalt  wearing  surface  (UBAWS) 
resurfacing,  pavement  repair,  and  striping  from 
Crawford  County  Line  to  west  of  the  Pacific  interchange. 

$4,328 

$4,641 

7.23% 

Completion 

7/21/2008 

PE  $77 
CE :  $273 

$26 
$216 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,978 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$4,399 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

l^osl  -f-  L^onc.  -P**,**/  / 

Franklin 

44 

61 2186 

3/2008 

Building  demolition  and  asbestos  removal  at  the  I-44 
rest  area  and  weigh  station  near  St.  Clair  in  Franklin 
County  and  asbestos  removal  on  I-55  weigh  scales  near 
Barnhart  in  Jefferson  County. 

$41 

$45 

9.76% 

Completion 

1/7/2009 

PE  $5 
CE :  $2 

$7 
£7 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $34 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$31 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $26 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Franklin 

44 

6L0800G 

6/2008 

Thin  lift  overlay  from  Viaduct  Street  in  Pacific  to  2.5 
miles  west  of  end  state  maintenance. 

$238 

$255 

7.14% 

Completion 

3/4/2009 

PE  $20 
CE :  $14 

$13 
£7 

$  Difference 

<fc         1  "7 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $204 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$235 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <f7P7 
cost  -r  (~onu.  jt^^J 

Franklin 

47 

6P1562 

4/2006 

Grading,  pavement  and  replace  bridge  from  West  Oak 
Street  to  Springfield  Road  in  St.  Clair.  Project  involves 
bridge  K-479R. 

$5,708 

$9,291 

62.77% 

Completion 

6/19/2009 

PE  $512 
CE :  $272 

$737 
$500 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  engineering  cost,  right  of  way 
costs,  utilities  costs,  and  additional  requirements  after 
the  estimates  were  established. 

CN:  $3,958 
RWInc:  $0 
RW:  $889 
Utilities  $75 
NonContract  $2 
Other: 

Budget  Transfer: 

$4,941 
$279 
$2,600 

$138 
$95 
$0 
$0 

CN  Award 

L^OSL  T  L^OllL.  ~pJ,-L-LO 

Franklin 

47 

6P1852 

6/2007 

Pave  approach  to  create  a  four-way  signalized 
intersection,  add  signals  and  lighting  at  the  intersection 
of  Rte.  47  and  14th  Street/Rainbow  Drive.  Cost  shown  is 
MoDOT's  50%  share  of  project  with  City  of  Washington. 

$215 

$276 

28.37% 

Completion 

12/19/2008 

PE  $34 
CE :  $10 

$31 
£27 

$  Difference 

(t  R1 

q>  oj. 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  higher  inspection  costs. 

CN:  $148 
RWInc:  $0 
RW:  $0 
Utilities  $23 
NonContract  $0 
Other: 

Budget  Transfer: 

$217 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $222 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Franklin 

50 

6P1914 

7/2007 

fnnctri  mt  loft  anH  rin  ht  ti  i  rn  lanoc  at  Rto  RR  0  ^fi  mi  loc 

OUIIollUUL  IteML  dl  IU  IILjilL  IUIII  Idl  ICO  dl  luC.  DD,  t.OO  lllllco 

west  of  Union. 

$633 

$778 

22.91% 

PE 

$50 

$154 

$  Difference 

Completion 

9/18/2008 

CE: 

$32 

$146 

<fc        1  Al^ 

Reason(s): 

Xho  f^nct  Qctimato  Ho\/i3torl  frnm  tho  anti  ol  met  rti  10  tn 
i  lit;  uuoi  coin i laic  utJvicutJU  iiuiii  liic  duiudi  uuoi  uuc  iu 

higher  than  expected  engineering  and  right  of  way 
costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$464 
$25 
$12 
$50 

$313 
$23 
$94 
$45 

CN  Award 

r>icf-  -l.  r>itnf-  <£3'?ci 
cost  -r  (~onu.  J>J^J 

NonContract  $0 

$3 

Other: 

$0 

Budget  Transfer: 

$0 

Franklin 

F 

6S1799 

6/2007 

Mill  anH  rpci  irfpnp  naupmpnt  frnm  1  Qt  Qtrppt  tn  Rtp  f") 

Ivllll  dl  IU  I  CiU  I  I  dUtr  UdVCIIICIIL  IIUIII    loL  OUCCl  IU  nlc.  W. 

Project  limits  have  two  bridge  exceptions  (A2187  and 
A2188). 

$1,516 

$885 

-41.62% 

PE 

$89 

$60 

$  Difference 

Completion 

10/6/2008 

CE: 

$92 

$47 

q>  -Dai 

Reason(s): 

Thp  f^nct  pctimatp  HpwiatpH  frnm  thp  nntiicil  met  Hi  ip  tn 

1  lit?  LiUol  obllllldLo  UcvldloU  IIUIII  IMC  dULUdl  UUol  UUc  IU 

practical  design  after  the  project  was  programmed  and 
competition  among  contractors. 

CN: 

RWlnc: 

RW: 

Utilities 

$1,335 
$0 
$0 
$0 

$778 

$o 
$o 

$0 

CN  Award 

COST  t  L^OIlL.  ~pO^>r? 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Franklin 

N 

6L0800F 

6/2008 

Thin  lift  nvnrlciv  frnm  Qt  1  ni  lie  Qtrppt  in  Pnnifin  tn  RpnH 

1  Mill  MIL  Uvcl  Idy  IIUIII  OL.  1— UUlo  O LI  tr c I  III  r  dUI  1  IU  LU  Dfcr  I  IU 

Road  at  the  Meramec  River. 

$222 

$292 

31.53% 

PE 

$15 

$13 

$  Difference 

Completion 

3/4/2009 

CE: 

$13 

$18 

q>  /u 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders  and  additional 
requirements  after  estimates  were  established. 

CN: 

RWlnc: 

RW: 

Utilities 

$194 
$0 
$0 
$0 

$261 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $218 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Franklin 

T 

6L0900D 

6/2008 

Pavement  treatment  from  Rte.  100  near  Villa  Ridge  to 
Rte.  100  in  Wildwood. 

$1,891 

$1,606 

-15.07% 

Completion 

6/5/2009 

PE 

CE: 

$3 
$121 

$0 
$98 

$  Difference 

Reason(s): 

The  cost  deviated  from  the  actual  cost  due  to  practical 
design  after  the  project  was  programmed,  recent 
changes  in  market  prices  for  project  components,  and 
lower  than  expected  inspection  costs. 

CN:             $1, 767 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,508 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  ^Q~? 
cost  -r  (~onu.  j>±,J^^ 

Franklin 

T 

6S1007 

3/2006 

Replace  railroad  bridge  at  Labadie.  $290,000  will  be 
distributed  to  Central  Midland  R.R.  for  construction  of 
siding  track  by  agreement.  Project  involves  R.R.  bridge 
461. 

$4,183 

$5,153 

23.19% 

Completion 

12/5/2008 

PE 
CE: 

$890 
$187 

$708 
$317 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  right  of  way  costs,  utilities,  and 
additional  requirements  after  estimates  were 
established. 

CN:             $2, 723 
RWInc:  $0 
RW:  $383 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,266 
$77 
$640 
$144 
$1 
$0 
$0 

CN  Award 

L^OSL  T  L^OilL.  ~p~>,  -L  oo 

Franklin 

T 

6S1675 

7/2006 

Replace  bridge  at  Labadie  Creek  0.25  mile  east  of  Rte. 
MM.  Project  involves  bridge  X92. 

$1,951 

$1,658 

-15.02% 

Completion 

11/19/2008 

PE 
CE: 

$202 
$92 

$261 
$276 

$  Difference 

q>  -z=73 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  right  of  way  costs. 

CN:  $1,341 
RWInc:  $46 
RW:  $258 
Utilities  $12 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,061 
$29 
$31 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,085 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


J  efferson 


141 


6P2172 


Completion 

2/4/2009 


2/2008 


Reason(s): 


Slide  repair  at  Rte.  21 . 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns. 


$310 

PE 

$10 

CE: 

$19 

CN: 

$281 

RWInc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 


$86 

$26 
$27 
$33 

$o 
$o 

$0 
$0 
$0 
$0 


-72.26% 


$  Difference 
$  -224 


CN  Award 

Cost  +  Cont.  $39 


J  efferson 


21 


6P0876 


Completion 

11/19/2008 


5/2006 


Reason(s): 


Paving  from  Hayden  Road  to  Rte.  A.  $496,000  2005 
Appropriation  funds  (demo). 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  higher  than  expected  right  of  way  and 
utility  costs. 


$20,587 

PE  $3, 782 

CE:  $235 
CN:  $3,429 
RWInc:  $192 
RW:  $12,749 
Utilities  $200 
NonContract  $0 
Other: 

Budget  Transfer: 


$24,621 

$4,957 
$52 
$2,306 
$589 
$  16,430 
$286 

$o 

$0 
$0 


19.59% 


$  Difference 
$  4034 


CN  Award 

Cost  +  Cont.  $3,948 


J  efferson 


21 


6P0876J 


Completion 

11/19/2008 


5/2006 


Reason(s): 


Grading,  drainage  and  four  new  bridges  from  Hayden 
Road  to  Rte.  A.  $6  million  SAFETEA-LU  earmark  -  not 
additional  funds  to  district. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


$10,955 

PE  $1,154 
CE:  $597 
CN:  $8, 704 

RWInc:  $0 
RW:  $0 
Utilities  $500 
NonContract  $0 
Other: 

Budget  Transfer: 


$11,708 

$764 
$729 
$10,003 

$o 
$o 

$212 
$0 
$0 
$0 


6.87% 

$  Difference 
$  753 


CN  Award 

Cost  +  Cont.$ll,043 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

J  efferson 

55 

61 1787 

3/2008 

Replace  bridge,  add  left-turn  lane  and  improve 
shoulders  at  1-55  west  outer  road  over  Rock  Creek. 
Project  involves  bridge  R0131 . 

$2,064 

$2,087 

1.11% 

Completion 

5/20/2009 

PE  $320 
CE :  $111 

$164 
$318 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,623 
RWInc:  $10 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,606 

$o 

$0 
$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  AQn 
cost  -r  (~onu.  ^>±,^^u 

J  efferson 

55 

61 2108 

9/2007 

Install  median  guard  cable  from  Rte.  61  to  Rte.  M. 
Funded  by  statewide  safety  funds  and  $57,000  from 
Citizens  for  Safe  Medians. 

$764 

$864 

13.09% 

Completion 

9/5/2008 

PE  $55 
CE :  $46 

$19 
$75 

$  Difference 

<t     i  nn 
q>  J.uu 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established. 

CN:  $663 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$769 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  T  L^OllL.     ~p  /  Z7^- 

J  efferson 

61 

6S1903 

3/2008 

Add  dual  left-turn  lane  from  eastbound  Rte.  61/67  to 
westbound  Richardson  Road  and  dual  right-turn  lane 
from  eastbound  Richardson  Road  to  southbound  Rte. 
61/67. 

$1,262 

$1,727 

36.85% 

Completion 

4/20/2009 

PE  $110 
CE :  $56 

$124 
$259 

$  Difference 

<£  ARIZ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  engineering  costs  and  right  of 
way  costs. 

CN:  $816 
RWInc:  $0 
RW:  $177 
Utilities  $103 
NonContract  $0 
Other: 

Budget  Transfer: 

$731 
$26 

$489 
$99 

$o 

$0 
$0 

CN  Award 

Cost  +  Cont.  $731 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

J  efferson 

61 

6S1963 

2/2008 

Dl  lUyt;  II  1  IUI  UVCl  1  lei  Ho  Uvcl  UUdUMIIII  ul  CCl\.  r  IUJoUL 

involves  bridge  K0294R. 

$863 

$768 

-11.01% 

PE 

$45 

$45 

$  Difference 

Completion 

11/19/2008 

CE: 

$53 

$79 

<C  OR 

Reason(s): 

1  lit?  UUol  obllllldLo  UfcJVIdlUU  MUNI  U  It?  dULUdl  UUol  UUc  IU 

practical  design  after  the  project  was  programmed. 

CN: 

RWlnc: 

RW: 

Utilities 

$765 
$0 
$0 
$0 

$643 

$o 
$o 

$0 

CN  Award 

r>icf-  -l.  r>it~r?-  ^ny-: 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

J  efferson 

A 

6S1704 

7/2007 

Rphnhilitntp  nav/pmpnt  frnm  f^nNinc:  to  Rtp  91 

l\C  I  IdUIII  IdlC  paVdl  I  I  CI  I L  1 1  Ul  I  I  K-/\J  1 1 1 1  lo  lu  nic.  C  I  . 

$777 

$472 

-38.87% 

PE 

$120 

$14 

$  Difference 

Completion 

9/5/2008 

CE: 

$42 

$34 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  engineering  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$615 
$0 
$0 
$0 

$420 

$o 
$o 

$0 

CN  Award 

NonContract  $0 

$4 

Other: 

$0 

Budget  Transfer: 

$0 

J  efferson 

A 

6S1786 

7/2007 

PitM  IdUlllldlU  O  Ul  luyt?o,  Itrl  iy  W  Itrl  I  trdbLUUUI  IU  1  iyi  IL  LUI I  I 

lanes,  minor  shoulder  replacement  and  provide  lighting 
from  0.7  mile  west  of  Rte.  P  to  0.4  mile  east  of  Rte.  P. 
Project  involves  bridges  A2896,  A2897,  and  A2898. 

$2,428 

$1,814 

-25.29% 

Completion 

9/5/2008 

PE 
CE: 

$156 
$145 

$103 
$140 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
unexpected  change  orders. 

CN: 

RWlnc: 

RW: 

Utilities 

$2,117 
$0 
$0 
$5 

$1,571 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $1, 712 

NonContract  $5 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

J  efferson 

A 

6S2177 

6/2008 

Replace  span-wire  signal  with  mast  arm  system  at 
Collins  Drive. 

$291 

$330 

13.40% 

Completion 

5/20/2009 

PE  $50 
CE :  $15 

$20 
$132 

$  Difference 

q>  3:7 

Reason(s): 

The  cost  deviated  from  the  actual  cost  due  to  higher 
than  expected  inspection  costs. 

CN:  $222 
RWInc:  $0 
RW:  $0 
Utilities  $4 
NonContract  $0 
Other: 

Budget  Transfer: 

$178 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  7fV2 

J  efferson 

BB 

6S1783 

10/2007 

Replace  various  box  culverts  on  Rte.  BB  from  east  of 
Rte.  30  to  west  of  Rte.  21 . 

$1,868 

$1,545 

-17.29% 

Completion 

4/6/2009 

PE  $180 
CE :  $105 

$374 
$191 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns. 

CN:  $1,530 
RWInc:  $1 
RW:  $1 
Utilities  $51 
NonContract  $0 
Other: 

Budget  Transfer: 

$895 
$56 
$26 

$0 
$3 
$0 
$0 

CN  Award 

J  efferson 

BB 

6S1888 

10/2007 

Realign  roadway  at  Olde  Baker  School  Lane. 

$800 

$352 

-56.00% 

Completion 

4/6/2009 

PE  $80 
CE :  $43 

$69 

£22 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns. 

CN:  $627 
RWInc:  $0 
RW:  $35 
Utilities  $15 
NonContract  $0 
Other- 
Budget  Transfer: 

$240 
$3 
$19 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $280 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

J  efferson 

BB 

6S1911 

10/2007 

Rehabilitate  bridge  over  Sand  Creek  south  of  Regina 
Road.  Project  involves  bridge  R0486. 

$518 

$406 

-21.62% 

Completion 

4/6/2009 

PE 

CE: 

$160 
$23 

$79 
$36 

$  Difference 

<fc        1  1  "5 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  lower  than  expected  design  cost. 

CN:  $335 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$290 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <k^ny 

J  efferson 

F 

6L0800C 

6/2007 

Thin  lift  overlay  and  asphalt  pavement  repair  from  Rte. 
0  to  end  of  state  maintenance. 

$407 

$333 

-18.18% 

Completion 

10/6/2008 

PE 

CE: 

$20 
$25 

$2 
$53 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  unexpected  change  orders. 

CN:  $362 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$279 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

J  efferson 

FF 

6L0800B 

6/2007 

Thin  lift  overlay  and  asphalt  pavement  repair  from  Rte. 
W  to  Rte.  F. 

$420 

$344 

-18.10% 

Completion 

10/6/2008 

PE 

CE: 

$10 
$26 

$2 

$  Difference 

£  "7fi 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  lower  engineering  costs. 

CN:  $384 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$321 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $337 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


J  efferson 


6P1777 


Completion 

8/6/2008 


6/2007 


Reason(s): 


U-turns,  signing  and  lighting  at  Moss  Hollow  Road  and 
Old  Lemay  Ferry  Road. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established  and  higher  than  expected  engineering 
costs. 


RE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$387 

$60 
$21 
$306 
$0 


$0 
$0 
$0 


$578 

$65 
$76 
$410 

$o 
$o 

$0 
$28 
$0 
$0 


49.35% 


$  Difference 
$  191 


CN  Award 

Cost  +  Cont.  $377 


St.  Charles 


364 


6U0803L 


Completion 

10/21/2008 


7/1999 


Reason(s): 


Bridge  deck  and  concrete  girders  for  Missouri  River 
Bridge  on  the  Page  Avenue  extension  in  the  St.  Louis 
area.  Project  involves  bridge  A-5585. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components  and  higher  than  expected  design  cost. 
The  increase  is  due  to  higher  than  expected  steel 
prices  and  only  one  bid  on  the  project. 


RE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$18,598 

$8 
$1,183 
$17,407 
$0 
$0 
$0 
$0 


$28,354 

$151 
$576 
$27,627 

$o 
$o 

$0 
$0 
$0 


52.46% 


$  Difference 
$  9756 


CN  Award 

Cost  +  Cont.$28,368 


St.  Charles 


364 


6U1028R 


Completion 

1/7/2009 


3/2008 


Reason(s): 


Building  demolition  and  asbestos  abatement  along 
existing  Rte  94  at  Harvest  Drive. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


$70 

PE 

$5 

CE: 

$4 

CN: 

$61 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 


$65 

$9 
$4 
$53 

$o 
$o 

$0 
$0 
$0 
$0 


-7.14% 

$  Difference 
$  -5 


CN  Award 

Cost  +  Cont.  $54 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

370 

6U0759N 

12/2004 

Grading  and  paving  for  relocation  of  Boschertown  Road 
and  grading  to  correct  creek  channel  near  intersection  of 
Boschertown  Road  and  Little  Hills  Expressway. 

$6,649 

$8,367 

25.84% 

Completion 

4/6/2009 

PE  $198 
CE :  $148 

$350 
$322 

$  Difference 

<fc      1 71  ft 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  right  of  way  and  engineering 
costs. 

CN:  $2,185 
RWInc:  $0 
RW:  $4,118 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,119 
$112 
$5,432 

$32 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <£7  fcQA 
cost  -r  (~onu.  J>-L,  Ci^f 

St.  Charles 

40 

6P0672 

2/2006 

Grading,  paving,  bridges  and  ITS  from  east  of  Rte.  DD 
to  0.3  mile  west  of  Rte.  K.  Project  involves  bridges 
A1458,  J994,  A6753,  A6752,  K348.  Involves  new  lanes, 
outer  roads  to  convert  existing  roadway  to  interstate 
standards. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  right  of  way,  utility,  and  design 
costs. 

$51,633 

$69,419 

34.45% 

Completion 

5/6/2009 

PE  $3,829 
CE :           $1, 416 

$4,947 
$1,  111 

$  Difference 

q>   x/  /oo 

Reason(s): 

CN:  $21,030 
RWInc:  $884 
RW:  $24,425 
Utilities  $49 
NonContract  $0 
Other: 

Budget  Transfer: 

$17,636 
$668 

$44,830 
$227 

$o 

$0 
$0 

CN  Award 

/~s->e-t-  i  /">i/->/-  <£7 R  77 n 
L^OSL  t  \~.Oni.3>-LO,  / J.U 

St.  Charles 

40 

6P0672D 

6/2003 

Add  lanes  and  upgrade  to  freeway  from  east  of  Lake  St. 
Louis  Blvd.  to  east  of  Page  Avenue  interchange. 
Upgrade  to  interstate  standards. 

$23,565 

$23,401 

-0.70% 

Completion 

8/21/2008 

PE  $1,210 
CE  :            $1, 160 

$447 
$1, 060 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $17,075 
RWInc:  $0 
RW:  $0 
Utilities  $4,120 
NonContract  $0 
Other: 

Budget  Transfer: 

$17,586 
$13 

$o 

$4,295 
$1 
$0 
$0 

CN  Award 

Cost  +  Cont.$17,449 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

40 

6P0672K 

6/2003 

Construct  new  collector  road  from  future  north  outer 
road  to  Henke  Road  from  west  of  Page  Avenue  to 
Henke  Road.  Right  of  way  donated  by  City  of  Lake  St. 
Louis/St.  Charles  Road  Board. 

$2,566 

$2,092 

-18.47% 

Completion 

8/21/2008 

PE 

CE: 

$160 
$153 

$6 
$88 

$  Difference 

£  A~TA 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  engineering  costs  and  redesigns. 

CN:  $2,253 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,998 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£?  nftl 
cost  -r  (~onu.  3>^,  uo± 

St.  Charles 

40 

6P2100 

4/2008 

Construct  an  eastbound  off-ramp  at  Missouri  Research 
Park  interchange.  Cost  Share  project  with  Missouri 
Research  Park.  MoDOT's  maximum  contribution  is 
$541 ,075  in  2008. 

$743 

$634 

-14.67% 

Completion 

4/20/2009 

PE 

CE: 

$250 
$32 

$95 
$92 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  design  cost. 

CN:  $461 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$446 
$1 

$o 

$0 
$0 
$0 
$0 

CN  Award 

cost  -j-  L^onc.  -p'-f-i—j 

St.  Charles 

61 

6P1792 

11/2007 

Widen  and  rehabilitate  bridge  4.1  miles  north  of  I-70  at 
McCoy  Creek.  Project  involves  bridges  H141  and  A2698. 

$1,819 

$1,406 

-22.70% 

Completion 

1/7/2009 

PE 
CE: 

$225 
$102 

$182 
$190 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed. 

CN:  $1,492 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,034 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,088 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

67 

6P1814 

6/2007 

Seal  bridge  deck  to  extend  life  of  Mississippi  River 
bridge  at  Alton,  IL.  Cost  shown  is  MoDOT's  share. 
Project  involves  bridge  A4278  and  will  be  let  by  Illinois. 

$82 

$0 

-100.00% 

Completion 

7/30/2008 

PE  $2 
CE :  $5 

$0 
£0 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
coordination  with  outside  agencies.  After  bids  were 
too  high,  IDOT  completed  the  project  with  their  own 
forces  and  did  not  charge  MoDOT. 

CN:  $75 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$o 
$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COST  t  L^OilL.  -pO'H- 

St.  Charles 

70 

61 0736 

2/2003 

Grading,  paving,  bridges,  retaining  wall  and  resurface 
from  Rte.  40/61  to  0.1  mile  west  of  Lake  St.  Louis 
interchange.  6I0736E  split  from  this  project.  The  project 
involves  adding  median  lanes  on  I-70  and  bridges  L- 
206  and  L-709. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established.  Overruns  include  significant  changes  to 
asphalt  quantities  and  added  work  to  north  outer  road. 

$11,615 

$13,077 

12.59% 

Completion 

10/6/2008 

PE  $1,173 
CE :  $658 

$  1,006 
$468 

$  Difference 

Reason(s): 

CN:  $9,689 
RWInc:  $0 
RW:  $0 
Utilities  $95 
NonContract  $0 
Other: 

Budget  Transfer: 

$11,504 

$o 
$o 

$99 

$o 

$1 
$0 

CN  Award 

COST  T  L^OllL,  ~P-L  ^y^-~> 

St.  Charles 

70 

61 0736C 

2/2003 

Grading,  paving,  bridge  and  ramp  widening,  signals  and 
lighting  at  the  Lake  St.  Louis  interchange.  Project 
involves  bridge  A-851 R.  Relates  to  6I0736  and  6I0736D. 

$3,417 

$3,576 

4.65% 

Completion 

10/6/2008 

PE  $210 
CE :  $204 

$158 
$120 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,003 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,296 

$o 
$o 

$3 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $2,633 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

70 

61 0950 

1/2006 

Grading,  paving,  bridges,  signals,  signing  and  lighting  at 
Rte.  94  interchange.  Project  involves  bridges  L-876  and 
L-876R. 

$27,585 

$26,490 

-3.97% 

Completion 

4/20/2009 

PE  $3,270 
CE :  $1,269 

$3,073 
$1, 638 

$  Difference 

<fc      1 11QR 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $18,493 
RWInc:  $0 
RW:  $3,457 
Utilities  $1,096 
NonContract  $0 
Other: 

Budget  Transfer: 

$18,264 
$119 
$3,242 

$146 
$7 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <f  7.*?  t^RQ 

St.  Charles 

70 

61 1444 

12/2003 

Rehabilitate  eastbound  and  westbound  bridges  at  5th 
Street  in  St.  Charles.  To  be  let  in  combination  with 
6I0950D.  Project  involves  bridges  A-3582  and  A-3583. 

$724 

$765 

5.66% 

Completion 

3/19/2009 

PE  $30 
CE:  $44 

$15 
$76 

$  Difference 

q>  41. 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $650 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other- 
Budget  Transfer: 

$674 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

cost  -j-  L^onc.  -pu^j 

St.  Charles 

70 

61 1531 

6/2006 

Construct  auxiliary  lane  westbound  only  from  east  of 
T.R.  Hughes  to  Rte.  79.  Maximum  CMAQ  Funding  is 
$3,356,000.  St.  Charles  Co.  is  funding  $200,000  PE  to 
continue  designing  the  westbound  auxiliary  lanes  from 
TR  Hughes  to  Rte 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  engineering  costs. 

$4,777 

$3,573 

-25.20% 

Completion 

7/7/2008 

PE  $500 
CE :  $275 

$89 
$160 

$  Difference 

Reason(s): 

CN:  $4,002 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other- 
Budget  Transfer: 

$3,324 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $3,031 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

70 

61 1591 

2/2003 

rdvulllclll  [audit.  IIIIIIIIIL).  al  IU  icbUI  IdOIIILJ  trdbl  Ul 

Wentzville  Parkway  to  west  of  Rte.  Z.  To  be  let  in 
combination  with  610736  and  6I0736C. 

$1,547 

$1,159 

-25.08% 

PE 

$117 

$i 

$  Difference 

Completion 

10/6/2008 

CE: 

$91 

$32 

q>  ooo 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  engineering  costs  and  unexpected 
change  orders. 

CN: 

RWlnc: 

RW: 

Utilities 

$1,339 
$0 
$0 
$0 

$1,125 

$o 
$o 

$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  AVn 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

St.  Charles 

70 

61 1936 

4/2007 

r\UU  dUAMIdly  IdllC  CdoLUUUlIU  Ullly  dl  ID  1  tr  1  1  aUI  1 1  LcHC 

existing  eastbound  1-70  bridge  at  Dardenne  Drive  from 
Rte.  79  to  east  of  Mid  Rivers  Mall  Drive.  Maximum 
CMAQ  funding  is  $4,273,240.  Project  involves  bridge 
G0336. 

1  lit;  OUol  Colli  1  Idle  UcVlctlcU  IIUlll  llle  dOlUdl  OUol  UUc  IU 

practical  design  after  the  project  was  programmed. 

$7,297 

$4,610 

-36.82% 

Completion 

1/22/2009 

PE 
CE: 

$600 
$424 

$480 
$353 

$  Difference 

;p  -ZOO/ 

Reason(s): 

CN: 

RWlnc: 

RW: 

Utilities 

$6,173 
$0 
$0 
$100 

$3, 777 

$o 
$o 

$0 

CN  Award 

COST  T  L^OllL.  -P~>,027-L 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

St.  Charles 

70 

61 1995 

8/2007 

AAUUIUUI 1  Ul  d  UUd   1 ILJI 11  LUI 1 1  Idl  lc  IU  U  IG  VVCblUUU  IU  Ul  1 

ramp  at  Wentzville  Parkway. 

$362 

$402 

11.05% 

PE 

$30 

$26 

$  Difference 

Completion 

12/5/2008 

CE: 

$20 

$70 

£  Art 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  inspection  costs  and  change 
orders. 

CN: 

RWlnc: 
RW: 

$286 
$0 
$1 

$306 

$o 
$o 

CN  Award 

Cost  +  Cont.  $257 

Utilities 

$25 

$0 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

70 

61 1999 

6/2008 

AHH  3  cni  ithhni  mH  rinht  turn  lano  to  th&  1-70  wocthnimH 

nUU  d  oUUU  IUUUI  IU  1  ILJI  IL  IUI  1  1  Idl  IC  LU  LI  IC  1   1  \J  VvcoLUUUI  IU 

on-ramp  and  add  a  dual  left  turn  lane  to  the  eastbound  1- 
70  on-ramp  at  Wentzville  Parkway.  Right  of  way  will  be 
donated  by  TDD. 

$485 

$707 

45.77% 

Completion 

5/20/2009 

PE 

CE: 

$40 
$29 

$69 
£74 

$  Difference 

Reason(s): 

1  [Ic  OUbl  oolllllalc  UcVlctlcJU  IIUIII  lllc  aUlUal  UUc  IU 

recent  changes  in  market  prices  for  project 
components  and  higher  than  expected  engineering 
costs. 

CN:  $416 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 

$563 
$1 

$o 

$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf- 

cost  -r  (~onu.  J>JJ>v 

Other: 

$0 

Budget  Transfer: 

$0 

St.  Charles 

70 

61 2051 

6/2007 

AHH  3n  mivilinrv  lanp  nn  1-70  paQthniinH  frnm  T  R 
nuu  aii  dUAiiidiy  idi  ic  ui  i  i  i  \j  ccioiuuui  iu  iiwiii   i  .n. 

Hughes  to  Rte.  79.  Maximum  CMAQ  funding 
$1,630,560. 

$1,463 

$1,010 

-30.96% 

PE 

$100 

$70 

$  Difference 

Completion 

12/19/2008 

CE: 

$88 

$93 

Reason(s): 

Tho  f^nct  octimato  H^\/i3toH  frnm  tho  nntiicil  met  Hi  io  tn 
1  lit?  LiUol  CbLllllctLC  UCVIdlCU  IIUIII  U  IC  dUlUdl  UUol  UUC  IU 

practical  design  after  the  project  was  programmed. 

CN: 

RWInc: 

RW: 

Utilities 

$1,275 
$0 
$0 
$0 

$846 

$o 
$o 

$0 

CN  Award 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

St.  Charles 

70 

61 2052 

6/2007 

AHH  an  niivilinrx/  lanp  nn  I-70  oncthminH  frnm  Rto  KVM 

MUU  all  dUAllldiy  Idl  IC  Ull  \   l\J  CdolUUUIIU  IIUIII  riLC.  rvivi 

to  T.R.  Hughes.  Maximum  CMAQ  funding  -  $954,160. 

$1,388 

$1,014 

-26.95% 

PE 

$80 

$52 

$  Difference 

Completion 

12/19/2008 

CE: 

$84 

£12 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
lower  engineering  costs. 

CN: 

RWInc: 

RW: 

Utilities 

$1,224 
$0 
$0 
$0 

$951 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $924 

NonContract  $0 

$0 

Other- 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 


Page  70 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

70 

6I2155 

5/2008 

Install  new  traffic  signal  facilities  and  fiber  interconnect 
system  to  the  immediate  signals  to  the  east  and  west  of 
the  intersection  at  Shady  Springs  Road/Ehlmann  Road. 
Cost  participation  project  with  the  City  of  St.  Peters. 

$243 

$241 

-0.82% 

Completion 

3/19/2009 

PE  $25 
CE :  $14 

$28 
$59 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $204 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$153 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-      7  '-iQ 

St.  Charles 

70 

61 2180 

7/2008 

Replace  span-wire  signal  with  mast  arm  system  at 
Jungermann  Road. 

$255 

$111 

-56.47% 

Completion 

5/20/2009 

PE  $60 
CE :  $12 

$10 
£11 

$  Difference 

£        1 AA 
-±44 

Reason(s): 

The  cost  deviated  from  the  actual  cost  due  to 
competition  among  contractors,  recent  changes  in 
market  prices  for  project  components,  and  lower  than 
expected  design  costs. 

CN:  $174 
RWInc:  $0 
RW:  $0 
Utilities  $5 
NonContract  $4 
Other: 

Budget  Transfer: 

$90 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COSC  -r  COfiL,  j>zr/ 

St.  Charles 

79 

6P1532 

2/2006 

Replace  existing  bridges  over  Hostetter,  Peruque  and 
Belleau  Creek  1.3  miles,  4  miles  and  5.2  miles  north  of  I- 
70.  Project  involves  bridges  L-503R,  L-504R  and  L- 
505R. 

$5,340 

$6,488 

21.50% 

Completion 

12/19/2008 

PE  $336 
CE :  $316 

$534 
$569 

$  Difference 

<t      11  AH 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established  and  higher  than  expected  engineering 
costs. 

CN:  $4,607 
RWInc:  $0 
RW:  $81 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$5,321 
$10 
$52 

$2 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $5,318 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

94 

61 0950D 

12/2003 

Grading,  paving,  replace  bridge,  signals,  signing  and 
lighting  at  Rte.  1-70  and  Rte.  94  interchange.  Project 
split  from  610950.  To  be  let  in  combination  with  611444. 
Replace  bridges  L-876  and  L-876R  with  one  structure. 

$7,253 

$6,787 

-6.42% 

Completion 

3/19/2009 

PE 
CE: 

$547 
$408 

$20 
$728 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $5,998 
RWInc:  $0 
RW:  $0 
Utilities  $300 
NonContract  $0 
Other: 

Budget  Transfer: 

$6,033 

$o 
$o 

$0 
$5 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£fc  7  ~?Q 
cost  -r  (~onu.  3>u,  J-^^ 

St.  Charles 

94 

6P1825 

4/2006 

Widen  for  a  dual  left  lane  from  westbound  Rte.  94  to 
Pralle  Lane.  $264,000  funding  from  City  of  St.  Charles 
for  improvements  to  Pralle  Lane. 

$1,507 

$1,645 

9.16% 

Completion 

8/7/2008 

PE 
CE: 

$100 
$84 

$3 
$171 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,223 
RWInc:  $0 
RW:  $0 
Utilities  $100 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,471 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  t  L^OnC.  *P-L,i+J-L 

St.  Charles 

94 

6S1599 

2/2007 

Replace  bridge  at  Sehrt  Creek  and  Rte.  94.  Project 
involves  bridge  T401 . 

$2,544 

$1,772 

-30.35% 

Completion 

7/7/2008 

PE 
CE: 

$350 
$102 

$282 
$211 

$  Difference 

£  77"? 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed. 

CN:  $1,492 
RWInc:  $0 
RW:  $500 
Utilities  $100 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,154 
$15 
$78 
$33 

$o 

$0 
$0 

CN  Award 

Cost  +  Cont.  $1,210 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

94 

6S1864 

1/2008 

Pavement  treatment  from  Rte.  D  to  Rte.  40  and  outer 
road  south  of  Rte.  94. 

$1,298 

$781 

-39.83% 

Completion 

3/19/2009 

PE  $250 
CE :  $67 

$62 
$80 

$  Difference 

Rl  "7 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors,  lower  than  expected 
design  costs  and  practical  design  after  the  project  was 
programmed. 

CN:  $981 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$639 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  GfinQ 
cost  -r  (~onu.  J>uu?7 

St.  Charles 

94 

6S2226 

2/2009 

Resurfacing  on  Rte  94  outer  road  from  Zumbehl  Road  to 
Sherman  Drive  and  from  west  of  Zumbehl  Road  to  the 
end  of  state  maintenance  and  Rte.  40  outer  road  from 
end  of  state  maintenance  to  Meadows  Parkway 
(Missouri  Research  Park  roundabout). 

The  cost  deviated  from  the  actual  cost  due  to  recent 
changes  in  market  prices  for  project  components  and 
lower  than  expected  engineering  costs,  and  minor 
changes  to  several  bid  items. 

$371 

$275 

-25.88% 

Completion 

6/5/2009 

PE  $20 
CE :  $23 

$9 
$13 

$  Difference 

Reason(s): 

CN:  $328 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$253 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

St.  Charles 

A 

6S1600 

1/2006 

Rehabilitate  deck,  widen  bridge,  widen  roadway,  signals 
and  signing  at  Rte.  61 .  Project  involves  bridge  A-2766. 

$6,197 

$6,807 

9.84% 

Completion 

4/6/2009 

PE  $310 
CE :  $352 

$413 
$439 

$  Difference 

q>  OJ.U 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $5,135 
RWInc:  $0 
RW:  $200 
Utilities  $200 
NonContract  $0 
Other: 

Budget  Transfer: 

$5,656 
$24 
$269 

$0 
$7 
$0 
$0 

CN  Award 

Cost  +  Cont.  $5,330 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

A 

6S2142 

1/2008 

Widen  and  add  signals  at  Mexico  Road.  Cost  share  with 
the  City  of  Wentzville.  MoDOT  share  $100,000.  Let  by 
the  City  of  Wentzville. 

$117 

$100 

-14.53% 

Completion 

11/26/2008 

PE  $10 
CE :  $7 

$o 

£0 

$  Difference 

<fc          1  "7 
3>  -1.1 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
coordination  with  outside  agencies  and  lower  than 
expected  engineering  costs. 

CN:  $100 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$ioo 
$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  7/1/1 
cost  -r  (~onu.  j>±uu 

St.  Charles 

DD 

6S1528 

4/2006 

Replace  bridge  at  Dardenne  Creek.  Project  involves 
bridge  L-57. 

$1,656 

$1,724 

4.11% 

Completion 

8/21/2008 

PE  $390 
CE :  $66 

$367 
$135 

$  Difference 

q»  DO 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $963 
RWInc:  $0 
RW:  $50 
Utilities  $187 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,184 
$9 
$29 

$0 
$0 
$0 
$0 

CN  Award 

St.  Charles 

N 

6S1826 

4/2007 

Add  shoulders  and  left  turn  lanes  from  Spring  Orchard 
Drive  to  Meadow  Lake  Drive  east  of  Rte.  K. 

$1,924 

$2,117 

10.03% 

Completion 

10/21/2008 

PE  $330 
CE :  $70 

$187 
$148 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components. 

CN:  $1,024 
RWInc:  $0 
RW:  $200 
Utilities  $300 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,356 
$35 
$302 
$89 

$o 

$0 
$0 

CN  Award 

Cost  +  Cont.  $1,318 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Charles 

N 

6S2098 

0/2008 

Miscellaneous  improvements  from  Dardenne  Creek  to 
Mid  Rivers  Mall  Drive.  Let  by  City  of  Cottleville  and 
relinquished  to  the  City  upon  completion. 

$302 

$260 

-13.91% 

Completion 

10/6/2008 

PE  $45 
CE :  $0 

$o 

$3 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
coordination  with  outside  agencies  and  lower  than 
expected  design  costs. 

CN:  $257 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$257 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  ^y-iy 
cost  -r  (~onu.  jmj/ 

St.  Charles 

T 

6S1470 

7/2006 

Rehabilitate  bridge  0.9  mile  south  of  1-70  at  Peruque 
Creek.  Project  involves  bridge  A2348. 

$687 

$830 

20.82% 

Completion 

7/7/2008 

PE  $208 
CE :  $30 

$139 
$55 

$  Difference 

q>  J.43 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns. 

CN:  $449 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$636 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COSt  T  L^OIlL.  -peseta 

St.  Louis 

109 

6S1805 

10/2007 

Mill  and  resurface  pavement  from  Rte.  CC  to  Rte.  100. 

$3,153 

$2,545 

-19.28% 

Completion 

3/4/2009 

PE  $142 
CE :  $193 

$111 
$206 

$  Difference 

;p  -ouo 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components. 

CN:  $2,818 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,228 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $2,190 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


St.  Louis 


115 


6S2175 


Completion 

6/5/2009 


7/2008 


Reason(s): 


Replace  lighting  facilities  at  Lucas  and  Hunt  Road. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


$421 

PE 

$60 

CE: 

$23 

CN: 

$329 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$5 

NonContract  $4 

Other: 

Budget  Transfer: 

$2,113 

PE 

$170 

CE: 

$125 

CN: 

$1,818 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

$392 

$37 
$64 
$291 

$o 
$o 

$0 
$0 
$0 
$0 


-6.89% 


$  Difference 
$  -29 


CN  Award 

Cost  +  Cont.  $283 


St.  Louis 


141 


6P1985 


Completion 

11/5/2008 


2/2008 


Reason(s): 


Pavement  treatment  on  Rte.  141  from  north  of  Rte.  30 
to  the  Jefferson  Co  line  and  north  of  Rte.  HH  (Clayton 
Rd)  to  north  of  Ladue  Farm  Rd,  and  Rte.  21  from  the 
Meramec  River  to  1  mile  south  of  Rte.  141. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  lower  than  expected  design  costs. 


NonContract 
Other: 

Budget  Transfer: 


$o 


$1,398 

$63 
$123 
$1,212 

$o 
$o 

$0 
$0 
$0 
$0 


-33.84% 


$  Difference 
$  -715 


CN  Award 

Cost  +  Cont.  $1,300 


St.  Louis 


170 


61 1080B 


Completion 

7/21/2008 


9/2001 


Reason(s): 


Grading,  paving,  widen  bridges  and  interchange 
improvements  at  1-270  interchange.  Project  involves 
widening  bridges  A-21 1 R,  A-3824,  A-3823,  and  A-3808. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


$47,436 

$3,436 
$2,800 
$41,200 
$0 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$o 
$o 
$0 


$48,378 

$4,411 
$842 
$43,013 

$o 
$o 

$111 
$0 
$1 
$0 


1.99% 

$  Difference 
$  942 


CN  Award 

Cost  +  Cont.$38,967 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

170 

61 1933 

4/2007 

Addition  of  a  merging  lane  at  ramp  convergence  to 
provide  dual  lane  capacity  on  exiting  ramp  from 
westbound  1-270  to  southbound  1-170.  Maximum  CMAQ 
funding  is  $3,332,800. 

$4,464 

$2,638 

-40.91% 

Completion 

5/6/2009 

PE  $193 
CE :  $273 

$231 
$342 

$  Difference 

q>  -xozo 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns. 

CN:  $3,973 
RWInc:  $0 
RW:  $0 
Utilities  $25 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,064 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£?  7  77 
cost  -r  (~onu.  3>^,  -L^J. 

St.  Louis 

180 

6D0500L 

6/2005 

1  3/4"  mill  and  fill  lanes  from  west  of  Rte.  61/67  to  east 
of  San  Carlos.  Let  in  combination  with  6D0501 F  and 
6S1729. 

$336 

$703 

109.23% 

Completion 

4/20/2009 

PE  $0 
CE :  $21 

$0 
$15 

$  Difference 

q>  jo/ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established. 

CN:  $315 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$689 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

St.  Louis 

21 

6D0600D 

7/2005 

1  3/4"  mill  and  resurface  lanes,  fog  seal  shoulders  and 
pavement  repair  from  Rte.  30  to  north  of  Lindbergh  and 
south  of  Lindbergh  to  Butler  Spur.  Let  in  combination 
with  6D0600C  &  6D0600E. 

$1,632 

$2,222 

36.15% 

Completion 

8/6/2008 

PE  $0 
CE :  $105 

$0 
$127 

$  Difference 

(t  con 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established. 

CN:  $1,527 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,095 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,945 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

267 

6S1789 

6/2007 

Mill  and  resurface  including  signals,  guardrail,  repair 
pavement  and  curb  upgrade  from  150'  north  of  Bayless 
Avenue  to  450'  north  of  Rte.  61/67  (Lindberg 
Boulevard). 

$3,706 

$2,870 

-22.56% 

Completion 

10/21/2008 

PE  $285 
CE :  $220 

$82 
$233 

$  Difference 

q>  ojo 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  design  cost  and  less  pavement 
repair  than  estimated. 

CN:  $3,201 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,555 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  707 

St.  Louis 

270 

61 1688 

3/2007 

Replace  bridge  including  widening  and  ramp 
modifications  at  Dougherty  Ferry  Road  over  I-270. 
Project  involves  bridge  A0961 .  City  of  Des  Peres 
paying  for  enhancements  to  the  bridges  (estimate 
$141,833). 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

$8,651 

$8,353 

-3.44% 

Completion 

11/5/2008 

PE  $806 
CE :  $503 

$1,000 
$443 

$  Difference 

Reason(s): 

CN:  $7,324 
RWInc:  $0 
RW:  $0 
Utilities  $10 
NonContract  $8 
Other: 

Budget  Transfer: 

$6,910 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

/~stct-  -J-  /~r^r-it-    Gift  ?Qfi 

St.  Louis 

270 

61 1715 

12/2005 

Mill  and  resurface  mainline  asphalt  lanes  and  shoulders 
with  asphalt  (superpave)  plus  ramps  at  Rte.  67  and 
epoxy  bridge  deck  seal  from  I-70  to  Coldwater  Creek. 
Reqrade  ditch  near  Coldwater  Creek  and  line  with  fabric 
and  rock. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  lower  than  expected  engineering  costs. 

$9,662 

$8,471 

-12.33% 

Completion 

7/21/2008 

PE  $680 
CE :  $577 

$212 
$353 

$  Difference 

(t      11  Ql 

Reason(s): 

CN:  $8,405 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$7,906 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $8,016 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

270 

61 1951 

5/2008 

Replace  pipe  on  1-270  from  Ladue  Road  to  Marine 
Avenue  and  on  Rte.  100  at  Holloway  Road. 

$183 

$155 

-15.30% 

Completion 

11/5/2008 

PE  $19 
CE :  $11 

$25 
$29 

$  Difference 

q>      -  Zo 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
no  historical  data  for  estimating  (extent  of  work). 

CN:  $153 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$101 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  7nft 

St.  Louis 

270 

61 2029 

9/2007 

Upgrade  guardrail  at  various  locations  on  I-270  from 
Dorsett  to  Riverview  Drive  and  on  I-70  from  the 
Blanchette  Bridge  to  Goodfellow  Boulevard. 

$650 

$584 

-10.15% 

Completion 

8/6/2008 

PE  $50 
CE :  $39 

$34 
£6 

$  Difference 

<t  RR 

q>  Do 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
a  value  engineering  study  (cost  savings)  and  lower 
than  expected  engineering  costs,  and  minor  changes 
to  several  bid  items. 

CN:  $561 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$544 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

St.  Louis 

30 

6S1927 

10/2007 

Fiber  and  wireless  upgrades  from  Rte.  141  to  Rte  B/NN. 
Maximum  CMAQ  funding  -  $1 ,460,386. 

$2,257 

$1,412 

-37.44% 

Completion 

6/19/2009 

PE  $270 
CE :  $125 

$6 
$128 

$  Difference 

;p  -043 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  design  costs  and  recent  changes 
in  market  prices  for  project  components. 

CN:  $1,818 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $44 
Other: 

Budget  Transfer: 

$1,022 

$o 
$o 

$0 
$5 
$250 
$0 

CN  Award 

Cost  +  Cont.  $1,119 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

30 

6S2117 

6/2008 

Construct  signal  at  Geyer  Road/Sappington  Barracks 
Road. 

$519 

$454 

-12.52% 

Completion 

5/6/2009 

PE  $30 
CE :  $31 

$90 
$70 

$  Difference 

q>  -Dj 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns. 

CN:  $458 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$294 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  ^?7*i 

St.  Louis 

340 

6S2162 

12/2007 

Signal  improvements  from  1-270  to  Ferguson  Road. 
Maximum  CMAQ  funds  -  $1 60,000.  1 00%  federal  -  no 
match  required. 

$171 

$168 

-1.75% 

Completion 

10/6/2008 

PE  $10 
CE :  $11 

$28 
$25 

$  Difference 
$  -j 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $150 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$116 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COST  T"  CO/Vt.  -P-L-LZ? 

St.  Louis 

364 

6U0803I 

7/1999 

Superstructure,  tied  arch  and  steel  girders  for  bridge 
over  the  Missouri  River  on  the  Page  Avenue  extension. 
Relates  to  6U0803C,  D,  G  and  U.  Project  involves 
bridge  A-5585. 

$42,581 

$56,978 

33.81% 

Completion 

10/21/2008 

PE  $11 
CE  :            $2,  709 

$12 
$746 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components.  The  increase  is  due  to  higher  than 
expected  steel  prices  and  only  one  bid  on  the  project. 

CN:  $39,861 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$56,160 

$o 
$o 

$0 
$0 
$59 
$0 

CN  Award 

Cost  +  Cont.$52, 679 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 


Page  80 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

366 

6D0600E 

7/2005 

1  3/4"  mill  and  resurface  lanes,  rehabilitate  shoulders 
and  pavement  from  Grant  Road  to  St.  Louis  City  limits. 
Let  in  combination  with  6D0600C  and  6D0600D. 
Project  involves  bridges  A-3208  and  J-0228. 

$1,173 

$1,514 

29.07% 

Completion 

8/6/2008 

PE  $0 
CE  :  $75 

$o 

$78 

$  Difference 

<fc  3A1 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established. 

CN:  $1,098 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,436 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COST  T"  L^OilL.  ■P-L,^-^*-~> 

St.  Louis 

366 

6S1931 

9/2006 

Signal  interconnect  and  cabinet  upgrades  on  Rte.  366 
from  I-270  to  Rte.  P.  Maximum  CMAQ  funding  is 
$1,601,504. 

$2,306 

$1,331 

-42.28% 

Completion 

2/19/2009 

PE  $131 
CE :  $133 

$65 
$187 

$  Difference 
;p    -y /d 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  recent  changes  in 
market  price  for  project  components. 

CN:  $1,939 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $103 
Other: 

Budget  Transfer: 

$1,071 

$o 
$o 

$0 
$8 
$0 
$0 

CN  Award 

St.  Louis 

367 

6P1620 

4/2005 

Replace  bridge  at  Coldwater  Creek.  Involves  bridge  A- 
693. 

$1,838 

$1,691 

-8.00% 

Completion 

8/6/2008 

PE  $140 
CE :  $103 

$104 
$74 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,515 
RWInc:  $0 
RW:  $0 
Utilities  $80 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,514 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,610 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

367 

6U1085 

10/2006 

fnnvort  tn  froownu  with  nr\  jiHHpH  Innoc  fnnctnift 
OUIIVtJIL  IU  I  leeway  Willi  1  IU  dUUcU  Idllco,  UUIIMIUUL 

bridges,  remove  at  grade  crossings  and  signals  from  .3 
mile  north  of  New  Jamestown  Rd  to  .6  mile  south  of 
New  Jamestown  Rd  and  .3  mile  north  of  1-270  to  .4  mile 
south  of  1-270  (2  disconnected  sections). 

Thp  r^nct  actimcitp  HpviatoH  frr\m  thp  ar^ti  ol  met  Hi  ip  tn 

1  lit?  UUol  cbUI  1  IdLc  UCVIdieU  IIUlll  U  It?  dULUdl  UUol  UUc  IU 

higher  than  expected  design  cost  and  utility  costs. 

$23,321 

$26,588 

14.01% 

Completion 

4/20/2009 

PE 

CE: 

$3,318 
$1,162 

$7,780 
$478 

$  Difference 

Reason(s): 

CN: 

RWlnc: 

RW: 

Utilities 

$16,932 
$20 
$1, 789 
$100 

$15, 771 
$153 
$1, 714 
$692 

CN  Award 

r>icf-  -l.  r>itnf-  <f  7*>  Q^n 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

St.  Louis 

40 

6L0900C 

6/2008 

Pflupmpnt  trpatmpnt  nn  t\A/n  ni  itpr  rnaHc;  npar  l-970/Rtp 

r  av CI  1 ICI 1 1  LI  Call  1 1  CI  11  Ul  1  IVVU  UUldl  1  UdUo  1  leal   1  C  1  \JI  n  LC. 

40  interchange,  on  two  outer  roads  near  l-270/Rte.  AB 
interchange  and  at  1-270  rest  area  parking  lot. 

$638 

$458 

-28.21% 

PE 

$3 

$3 

$  Difference 

Completion 

5/6/2009 

CE: 

$41 

$18 

<t      i  on 
q>  -lou 

Reason(s): 

Xhp  r^nct  pctimcitp  Hp\/i3toH  frr\m  thp  nntiicil  met  Hi  ip  tn 

1  lit?  LiUol  GbLlllldLc  UCVIdlCU  IIUlll  U  IC  dULUdl  UUol  UUtr  IU 

redesigns  and  lower  than  expected  inspection  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$594 
$0 
$0 
$0 

$437 

$o 
$o 

$0 

CN  Award 

cost  -j-  L^onc.  ■p'+j.j 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

St.  Louis 

40 

6P2097 

5/2007 

1  lltrathin  acnhalt  nvorlnw  anH  ctrininn  from  tho  Miccm  iri 

UlLlclllllll  dbUMdlL  UVCIIcty  dl  IU  OLMjJM  ly  IIUlll  LMC  IVllboUUII 

River  to  Chesterfield  Parkway. 

$2,618 

$1,739 

-33.58% 

PE 

$50 

$0 

$  Difference 

Completion 

10/6/2008 

CE: 

$165 

£91 

;p  -o/y 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  lower  than  expected  engineering  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$2,403 
$0 
$0 
$0 

$1,648 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $1, 737 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

40 

6P2124 

7/2008 

Resurfacing  from  east  of  Rte.  141  to  west  of  Mason. 

$559 

$630 

12.70% 

Completion 

6/19/2009 

PE  $50 
CE :  $33 

$15 

£77 

$  Difference 
3>      /  j. 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders,  and  higher  than  expected 
inspection  costs. 

CN:  $475 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$539 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

CGot  -r  (~Onc.  3>uo 

St.  Louis 

44 

61 1804 

6/2008 

Pavement  treatment  on  I-44  north  outer  road  from  east 
of  Six  Flags  exit  to  Central  Avenue. 

$1,834 

$1,865 

1.69% 

Completion 

3/19/2009 

PE  $122 
CE :  $110 

$33 
£97 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,602 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,736 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

St.  Louis 

44 

61 1832 

6/2006 

Installation  of  Intelligence  Transportation  System  (ITS) 
devices  from  downtown  St.  Louis  City  to  west  of  the  Six 
Flags  exit.  6I1832B  split  from  this  project. 

$11,135 

$8,676 

-22.08% 

Completion 

5/20/2009 

PE  $2,400 
CE :  $455 

$32 
$1, 619 

$  Difference 

Reason(s): 

The  cost  deviated  from  the  actual  cost  due  to 
competition  among  contractors,  redesigns,  lower  than 
expected  design  costs,  and  lower  than  expected  non- 
contractual costs. 

CN:  $6,430 
RWInc:  $0 
RW:  $0 
Utilities  $50 
NonContrad$l,  800 
Other: 

Budget  Transfer: 

$5,680 

$o 
$o 

$0 
$74 
$1,271 
$0 

CN  Award 

Cost  +  Cont.  $5,070 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 


Page  83 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

44 

6S2057 

7/2007 

Construct  a  new  commuter  lot  at  Six  Flags  Road  and  1- 
44  interchange.  Maximum  CMAQ  funds  -  $240,000. 

$453 

$331 

-26.93% 

Completion 

1/7/2009 

PE  $30 
CE :  $19 

$64 
$82 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  lower  than  expected  utility  costs. 

CN:  $284 
RWInc:  $0 
RW:  $0 
Utilities  $120 
NonContract  $0 
Other: 

Budget  Transfer: 

$153 

$o 
$o 

$0 
$32 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  1 'fin 
cost  -r  (~onu.  j>±ou 

St.  Louis 

64 

61 0978F 

3/2008 

Demolition  of  structures  to  prepare  for  future  roadway 
construction  at  Highland  Terrace. 

$28 

$2 

-92.86% 

Completion 

1/7/2009 

PE  $0 
CE :  $2 

$2 
£0 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
the  work  was  no  longer  needed.  The  building  will  be 
resold  as  excess  right  of  way. 

CN:  $26 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$o 
$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  t  L^OilL.  ~p-LV 

St.  Louis 

64 

61 1817 

6/2005 

Install  and  connect  fiber  optics  to  existing  ITS  devices 
from  Rte.  1 41  (D6  TMC  Building)  to  Rte.  K.  Project  will 
also  connect  St.  Charles  County  field  operations  center 
with  TMC  Building. 

$1,745 

$2,011 

15.24% 

Completion 

1/22/2009 

PE  $95 
CE :  $105 

$108 
$549 

$  Difference 

q>  zoo 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  engineering  costs. 

CN:  $1,545 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,349 

$o 
$o 

$0 
$5 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,288 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 


Page  84 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

64 

6I2152 

6/2008 

Pavement  treatment  from  east  of  Ballas  Road  to  west  of 
Spoede  Road. 

$4,358 

$658 

-84.90% 

Completion 

3/4/2009 

PE  $434 
CE :  $252 

$37 
$79 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed, 
redesigns,  lower  than  expected  design  and 
engineering  cost. 

CN:  $3,672 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$542 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <l;R7£t 
cost  -r  (~onu.  j>o±o 

St.  Louis 

67 

6D0501F 

6/2005 

Resurface  pavement  &  shoulders  with  3  3/4"  asphalt, 
mill  &  resurface  pavement  &  shoulders  with  1  3/4"  asph. 
from  Rte.  367  to  Rte.  AC  to  north  of  I-270  to  Missouri 
Bottom  Rd.  &  Long  Rd.  to  Old  St.  Charles  Rd.  Let  in 
combination  with  6S1729  and  6D0500L. 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

$3,588 

$3,879 

8.11% 

Completion 

4/20/2009 

PE  $0 
CE :  $228 

$0 
$109 

$  Difference 

Reason(s): 

CN:  $3,360 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,770 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

St.  Louis 

67 

6P1625 

4/2005 

Replace  bridge  on  southbound  Rte.  67  at  Rte.  367  at 
the  Rte.  67/367  interchange.  Involves  bridge  A-692. 

$2,156 

$2,245 

4.13% 

Completion 

8/6/2008 

PE  $103 
CE :  $131 

$181 
$175 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,922 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other- 
Budget  Transfer: 

$1,889 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $2,013 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

67 

6P1686 

6/2007 

ncfjiduc  pavciiiciil  uiiuci  uic  uiiuyc  uaiiyniLj  idinuctu 

over  Rte.  67  at  north  end  of  Lambert  Airport.  Improves 
horizontal  and  vertical  clearances  and  flooding  concerns 
at  Norfolk  Southern  Railroad  overpass. 

$10,331 

$1,861 

-81.99% 

Completion 

4/6/2009 

PE 
CE: 

$708 
$613 

$323 
$157 

$  Difference 
<fc  HAic\ 

Reason(s): 

1  lit?  LiUol  oblll  1  IdLo  UfcJVIcUcU  MUNI  lilt?  dlslUdl  UUol  UUc  IU 

coordination  with  outside  agencies,  redesigns,  and 
lower  than  expected  engineering  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$8,928 
$2 
$80 
$0 

$1,377 

$o 
$o 

$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  ^ftA 
cost  -r  (~onu.  j>±,JOt 

NonContract  $0 

$3 

Other: 

$0 

Budget  Transfer: 

$0 

St.  Louis 

67 

6P2129 

4/2008 

Xmffir  Qafptv  irnnrn\/pmpntQ  frnm  Rtp  AC\  tn  Rtp  *^fi7 
i  i  di  i  iu  octi  ciy  ii  i  iuiuvci  i  ici  i  io  1 1  \ji  1 1  inc.  nu  i\j  nic .  ju/  , 

$352 

$406 

15.34% 

PE 

$25 

$45 

$  Difference 

Completion 

1/7/2009 

CE: 

$21 

$67 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  engineering  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$306 
$0 
$0 
$0 

$290 

$o 
$o 

$0 

CN  Award 

COST  t  L^OIlL.  -p^-O^y 

NonContract  $0 

$5 

Other: 

$0 

Budget  Transfer: 

$0 

St.  Louis 

67 

6S1729 

6/2005 

("""nlrlmill   r"Dci  irfapo  navomont  ronair  cinnnlc  cinninn 
OUIUI 1 1 II 1 ,  1  fc?bU  1  1  dOt?,  |JdV  trl  1  Ifcrl  1 L  ItijJall,  blLJ!  Idlb,  blLJIIIIILJ 

and  lighting  from  Old  St.  Charles  Road  to  Swan. 
Pavement  repair  from  Swan  to  Rte.  367.  Let  in 
combination  with  6D0501 F  and  6D0500L 

$16,246 

$13,294 

-18.17% 

Completion 

4/20/2009 

PE 
CE: 

$1,331 
$949 

$120 
$700 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  engineering  costs  and  practical 
design  after  the  project  was  programmed. 

CN: 

RWlnc: 

RW: 

Utilities 

$13,966 
$0 
$0 
$0 

$12,474 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.$12,539 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


St.  Louis 


70 


61 1220D 


Completion 

1/22/2009 


1/2001 


Reason(s): 


Interchange  reconstruction  and  realignment  and  replace 
Hanley  and  Bermuda  Bridges  at  Rte.  N.  Project  611 171 
combined  into  6I1220D.  Project  is  phased  over  SFY 
2001  and  2002.  Involves  bridges  L0672,  L0640,  L673  & 
L686R.  Split  from  6I1220H. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  higher  than  expected  utilities.  The  major 
increases  are  due  to  unexpected  excavation, 
temporary  shoring,  pavement,  signals,  and  box  culvert. 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$49,949 

$2,143 
$2,925 
$42,739 
$0 
$1,842 
$300 
$0 


$55,495 

$2,210 
$1,199 
$49,653 
$39 
$1,850 

$543 
$0 
$1 
$0 


11.10% 


$  Difference 
$  5546 


CN  Award 

Cost  +  Cont.$48, 770 


St.  Louis 


70 


61 1450C 


Completion 

1/22/2009 


1/2001 


Reason(s): 


Installation  of  ITS  devices  at  Rte.  N.  Let  in  combination 
with  6I1220D.    Split  from  611450.  Contract  cost 
includes  $21 1 ,000  in  non-contractual  (Commission 
furnished)  items. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


$629 

PE 

$0 

CE: 

$40 

CN: 

$589 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

other- 
Budget  Transfer: 


$599 

$0 
$20 
$521 

$o 
$o 

$0 
$58 
$0 


-4.77% 


$  Difference 
$  -30 


CN  Award 

Cost  +  Cont.  $464 


St.  Louis 


AC 


6D0600T 


Completion 

12/19/2008 


11/2005 


Reason(s): 


1  3/4"  resurface  lanes  from  south  of  Rte.  67  to  Parker 
Road.  Let  in  combination  with  6P1725. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
conditions  deteriorating  faster  than  expected  and 
change  orders. 


$275 

PE 

$0 

CE: 

$18 

CN: 

$257 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 


$578 

$0 
$12 
$567 

$o 
$o 

$0 
$0 
$0 
$0 


110.18% 

$  Difference 
$  303 


CN  Award 

Cost  +  Cont.  $472 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

AC 

6P1725 

11/2005 

Mill  and  resurface  with  asphalt  (superpave)  from  1-270 
south  to  end  of  state  maintenance  at  Cozens.  Replace 
damaged  curb  sections.  Repair  inlets  and  install  bicycle 
qrates.  Let  in  combination  with  6D0600T. 

$4,693 

$4,796 

2.19% 

Completion 

12/19/2008 

PE  $455 
CE :  $272 

$272 
$348 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,966 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$4,177 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <£*1  ~?  in 

St.  Louis 

AC 

6S2127 

4/2008 

Resurfacing  from  Parker  Road  to  south  of  I-270. 

$744 

$524 

-29.57% 

Completion 

6/5/2009 

PE  $35 
CE :  $46 

$15 
$80 

$  Difference 

Reason(s): 

The  cost  deviated  from  the  actual  cost  due  to  practical 
design  after  the  project  was  programmed,  recent 
changes  in  market  prices  for  project  components, 
lower  than  expected  design  costs,  and  minor  changes 
to  several  bid  items. 

CN:  $663 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$429 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

St.  Louis 

BA 

6S1367 

6/2008 

Pavement  treatment  from  Rte.  1 09  north  to  Rte.  1 09 
south. 

$1,917 

$1,132 

-40.95% 

Completion 

5/20/2009 

PE  $236 
CE :  $108 

$61 
$90 

$  Difference 

<t        70  c 

Reason(s): 

The  cost  deviated  from  the  actual  cost  due  to  practical 
design  after  the  project  was  programmed,  recent 
changes  in  market  prices  for  project  components,  and 
lower  than  expected  engineering  costs. 

CN:  $1,573 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$982 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $950 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

D 

6S1472 

2/2006 

Replace  bridge  at  St.  Louis  Terminal  Railroad  overpass 
east  of  1-170.  Project  involves  bridge  L891 R. 

$2,061 

$2,971 

44.15% 

PE 

$242 

$198 

$  Difference 

Completion 

9/5/2008 

CE: 

$117 

$312 

Reason(s): 

i  lit;  LiUsi  coin i laic  utJvicutiu  iiuiii  liic  ctuiudi  uuoi  uuc  iu 

additional  requirements  after  estimates  were 
established,  higher  than  expected  inspection  costs, 
recent  changes  in  market  prices  for  project 
components,  and  unexpected  change  orders. 

CN:             $1, 702 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,452 

$o 
$o 

$10 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£? 
cost  -r  (~onu. 

St.  Louis 

HH 

6S2151 

6/2008 

rctvCIIICIIl  LI  Call  1 ICI IL  IIUIII  VVCoL  Ul  tJdAlCI  nUaU  i\j  niC. 

141  and  west  of  Rte.  340  to  east  of  Rte.  340. 

$1,806 

$1,849 

2.38% 

PE 

$136 

$27 

$  Difference 

Completion 

4/6/2009 

CE: 

$104 

$158 

Reason(s): 

1  lie  piUJcOl  OUol  IU  OUIiipiclc  Wdo  Will  III  1  +/     IU  pclOclll 

of  the  estimate. 

CN: 

RWInc: 

RW: 

Utilities 

$1,516 
$0 
$0 
$50 

$1,664 

$o 
$o 

$0 

CN  Award 

COST  t  L^OnC.  *p-L,i+J-L 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

St.  Louis 

HH 

6U0808 

2/2006 

Grading,  widen  to  3  lanes,  resurface,  signals,  lights, 
bicycle  lanes  and  sidewalks  from  Rte.  340  to  Baxter 
Road. 

$16,641 

$24,428 

46.79% 

PE 

$979 

$1,449 

$  Difference 

Completion 

2/4/2009 

CE: 

$736 

$1, 735 

<t  7707 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established,  higher  than  expected  engineering,  right  of 
way,  utility  costs,  and  change  orders.  Changes  include 
replacement  of  subbase  stabilization  and  increased 
asphalt  costs. 

CN:           $10, 721 
RWInc:  $0 
RW:  $4,006 
Utilities  $199 
NonContract  $0 
Other: 

Budget  Transfer: 

$14, 772 
$561 
$5,323 

$563 
$26 
$0 
$0 

CN  Award 

Cost  +  Cont.$13,406 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 

Numbpr 

1  ™  vl  III  v  w  1 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 

Corrmlptp 

Percent 

Diffprpnrp 

I— J  III  \-r  |  \—r  |  |  \j 

St.  Louis 

JJ 

6S2061 

9/2007 

Qinncil  intorpnnnoptc  at  Rto    1  1  from  Olsiwtnn  tn  Prirniuaw 

OIL]!  Idl  It  ILcl  UUI  II  IfcrOLb  dl  nit?.  UJ  IIUIII  OldyLUII  IU  OUIIWdy, 

Rte.  HH  from  Rte.  141  to  Rte.  340,  Rte.  364  at 
Bennington  and  I-270  west  outer  road  at  Clayton. 
Maximum  CMAQ  funds  -  $624,000. 

$916 

$1,055 

15.17% 

Completion 

4/20/2009 

PE 

CE: 

$71 
$51 

$0 
$155 

$  Difference 

<fc        1  "3Q 

Reason(s): 

1  lit;  Oubl  Co  LI  1 1  Idle  Ucvldlcu  IIUI1I  lllc  duludl  OUol  UUu  lu 

additional  requirements  after  estimates  were 
established  and  higher  than  expected  inspection  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$742 
$0 
$0 
$0 

$803 

$o 
$o 

$0 

CN  Award 

COST  T"  L^OllL.  ■pzt-LV 

NonContract  $52 

$0 

Other: 

$97 

Budget  Transfer: 

$0 

St.  Louis 

p 

6D0600C 

7/2005 

1  ^KIA"  rpQi  irfppp  lanpQ  anrl  rpnair  naupmpnt  from  Rtp 

I  <Jl  *+    I  Colli  I  dOC  Idl  I  Co  dl  IU  I  C|Jal  I   |JaVCI  I  I  CI  1 1  IIUIII  n  LC 

366  to  Rte.  30.  Let  in  combination  with  6D0600D  and 
6D0600E. 

$718 

$1,096 

52.65% 

PE 

$0 

$0 

$  Difference 

Completion 

8/6/2008 

CE: 

$46 

$86 

Reason(s): 

Xhp  Anct  Qc+imcitp  HowifitoH  from  tho  notiicil  poet  Hi  io  to 

I  lit?  UUol  obLMIIdLo  UtJVIdltJU  IIUIII  U  It?  dULUdl  UUol  UUtr  IU 

additional  requirements  after  estimates  were 
established  and  change  orders. 

CN: 

RWlnc: 

RW: 

Utilities 

$672 
$0 
$0 
$0 

$1,009 

$o 
$o 

$0 

CN  Award 

COST  T  L^OllL.  ■POsZO 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

St.  Louis 

Various 

61 1797 

5/2006 

Ronlaro  qadH  ctn  loti  irnl  cinnc  nor  QRI  roni  liromontc  cit 
ncuidUc  aycu  oiiuuiuidi  biyiib  uci  oni  i  cijui!  ci  i  ici  lib  dl 

various  locations. 

$1,353 

$1,093 

-19.22% 

PE 

$45 

$78 

$  Difference 

Completion 

11/5/2008 

CE: 

$84 

$267 

q>  -ZnU 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  recent  changes  in 
market  prices  for  project  components. 

CN: 

RWlnc: 

RW: 

Utilities 

$1,224 
$0 
$0 
$0 

$748 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $689 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis 

Wild 

6S1807 

6/2007 

Mill  and  resurface  pavement  from  Rte.  109  to 
Chesterfield  Airport  Road. 

$3,592 

$2,921 

-18.68% 

Horse 
Creek  Rd. 

Completion 

10/21/2008 

PE  $60 
CE :  $227 

$59 
$298 

$  Difference 

£  fi"71 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns. 

CN:  $3,305 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,565 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  *£?  VAl 

St.  Louis  City 

100 

61 1335 

1/2005 

Replace  Chouteau  Avenue  bridge  over  railroad  with  2 
bridges  and  6  retained  fill  sections  on  Rte.  100  at 
Vandeventer.  St.  Louis  City  providing  $1 ,276  and 
EWGCC  BRM  funds  for  $5878  under  project  BRM- 
5451(601). 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

$16,869 

$15,479 

-8.24% 

Completion 

10/6/2008 

PE  $200 
CE  :            $1, 088 

$89 
$1,243 

$  Difference 

Reason(s): 

CN:  $14,837 
RWInc:  $0 
RW:  $0 
Utilities  $80 
NonContract  $664 
Other: 

Budget  Transfer: 

$13,630 

$o 
$o 

$254 
$264 
$0 
$0 

CN  Award 

/~stct-  -l.  /">i/->/-  <f  7  y  7 
L^OSL  T  L^Oni.-P-L-t-i  -L~>o 

St.  Louis  City 

100 

6S1879 

5/2006 

Upgrade  signals  from  McCausland  to  4th  Street.  Arterial 
improvements  for  the  new  I-64. 

$3,641 

$4,982 

36.83% 

Completion 

2/19/2009 

PE  $475 
CE :  $203 

$5 
$718 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established,  redesigns,  and  higher  than  expected 
inspection  costs. 

CN:  $2,958 
RWInc:  $0 
RW:  $5 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,591 
$2 
$6 

$0 
$12 
$648 
$0 

CN  Award 

Cost  +  Cont.  $3,443 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis  City 

44 

61 1791 

7/2007 

Rehabilitate  existing  deck,  repair  abutment  caps, 
replace  abutment  and  backwall  on  south  side  of  bridge 
and  paint  bridge  at  Mississippi  Avenue  over  1-44.  Project 
involves  bridge  A1096. 

$1,636 

$1,676 

2.44% 

Completion 

8/21/2008 

PE  $80 
CE :  $100 

$99 
$122 

$  Difference 

£  Aft 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,456 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,455 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  Afift 
cost  -r  (~onu.  ^>±,^uo 

St.  Louis  City 

44 

61 1929 

10/2007 

Signal  interconnects  at  the  Vandeventer  interchange 
ramps.  Maximum  CMAQ  funding  -  $44,625. 

$61 

$99 

62.30% 

Completion 

6/5/2009 

PE  $6 
CE :  $3 

$23 
$31 

$  Difference 

q>  jo 

Reason(s): 

The  cost  deviated  from  the  actual  cost  due  to  higher 
than  expected  engineering  costs. 

CN:  $49 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $3 
Other: 

Budget  Transfer: 

$45 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COST  -r  COflL,  -pJJ 

St.  Louis  City 

64 

6109851 

8/2006 

Seismic  retrofit  and  replace  drainage  system  from  16th 
to  18th  Street.  Project  involves  bridge  A-15017.  Let  in 
combination  with  611246. 

$6,857 

$7,385 

7.70% 

Completion 

11/5/2008 

PE  $350 
CE :  $383 

$1,176 
$109 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $5,574 
RWInc:  $0 
RW:  $500 
Utilities  $50 
NonContract  $0 
Other: 

Budget  Transfer: 

$5,902 
$8 
$191 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $5, 730 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis  City 

64 

61 0985K 

4/2004 

Seismic  retrofit  and  replace  drainage  system,  includes 
retrofit  of  ramps  6  and  7  from  west  of  relocated  7th 
Street  to  4th  Street.  $7,000,000  from  discretionary 
funds.  Project  involves  bridges  A-1 501 7  and  A-1 51 72. 
6I0985L  combined  into  this  project. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns,  unexpected  change  orders,  higher  than 
expected  inspection  costs.  The  increased  cost  is  due 
to  emergency  repairs,  contaminated  soil  removal, 
design  changes,  and  a  contract  claim  in  the  amount  of 
$4  million. 

$19,910 

$28,979 

45.55% 

Completion 

11/5/2008 

PE  $260 
CE  :  $1,250 

$172 
$1,441 

$  Difference 

<C  onco 
q>  yuoy 

Reason(s): 

CN:  $18,400 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$27,325 

$o 
$o 

$0 
$41 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  f^yn 

St.  Louis  City 

64 

61 1246 

8/2006 

Roadway  improvements  for  multi-modal  center. 
Construct  outer  road  to  I-64  between  16th  Street  and 
1 8th  Street.  Project  involves  bridge  A-7047.  Let  with 
6I0985I.  MoDOT's  maximum  commitment  is  $3479. 

$3,520 

$3,984 

13.18% 

Completion 

11/5/2008 

PE  $314 
CE :  $210 

$313 
$88 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
coordination  with  outside  agencies,  which  resulted  in 
higher  than  expected  utilities,  redesigns,  and  change 
orders. 

CN:  $2,996 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,517 

$o 
$o 

$66 

$o 

$0 
$0 

CN  Award 

St.  Louis  City 

64 

61 1667 

4/2006 

Construct  new  6th  Street  ramp  downtown  St.  Louis  on  I- 
64  to  replace  8th  Street  ramp  at  I-64.  Funded  from 
Economic  Development  Funds. 

$9,764 

$15,601 

59.78% 

Completion 

1/7/2009 

PE  $1,450 
CE :  $428 

$1,471 
$899 

$  Difference 

q>  Doj/ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  right  of  way  costs,  redesigns, 
and  unexpected  change  orders,  structural  steel 
redesign,  and  incentive  payment  to  contractor. 

CN:  $6,240 
RWInc:  $0 
RW:  $1,334 
Utilities  $300 
NonContract  $12 
Other: 

Budget  Transfer: 

$9,158 
$107 
$3,930 

$17 
$20 
$0 
$0 

CN  Award 

Cost  +  Cont.  $7,915 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis  City 

70 

61 1375 

2/2001 

Replace  bridges  at  Kingshighway  and  O'Fallon  Park  and 
replace  signals  at  three  locations  in  the  St.  Louis  area. 
Signals  at  Kingshighway,  O'Fallon  Park  and  Adelaide. 
Project  involves  bridges  A-463  and  A-264. 

$5,249 

$8,214 

56.49% 

Completion 

1/7/2009 

PE  $321 
CE :  $314 

$416 
$202 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  unexpected  change  orders. 

CN:  $4,614 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$7,596 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-        77  7 

St.  Louis  City 

70 

61 1376 

2/2001 

Replace  bridges  at  McKinley  (Salisbury)  over  1-70, 
coldmill  and  resurface  east  end  reversibles  in  the  St. 
Louis  area.  Project  involves  bridges  S-262  and  A-279. 
Lighting  and  signals  will  also  be  replaced. 

$4,173 

$4,969 

19.08% 

Completion 

1/7/2009 

PE  $363 
CE :  $242 

$367 
$100 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  unexpected  change  orders. 

CN:  $3,568 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$4,503 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  T  L^OilL.  -p~>,ooo 

St.  Louis  City 

70 

61 1377 

2/2001 

Replace  Shreve  Avenue  bridge  over  1-70  and  replace 
lighting  and  signals  in  the  St.  Louis  area.  Project 
involves  bridge  A-471 . 

$2,052 

$2,537 

23.64% 

Completion 

1/7/2009 

PE  $252 
CE :  $115 

$258 
$43 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders. 

CN:  $1,685 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,236 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1, 700 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis  City 

70 

61 1574 

2/2002 

Waterproofing  and  deck  overlay  Martin  Luther  King 
Bridge.  Bridge  no.  A4856.  Cost  shown  are  50% 
MoDOT's  share  -  $1 5k  for  PE  and  $1 50  for  construction. 
Will  be  let  by  IDOT  Funded  from  6R0200A  -  2002  area 
improvement  funds. 

The  cost  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established. 

$181 

$200 

10.50% 

Completion 

5/21/2009 

PE  $0 
CE :  $11 

$0 
£0 

$  Difference 

Reason(s): 

CN:  $170 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$200 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-    <f  777 

St.  Louis  City 

H 

6P2128 

6/2008 

Pavement  treatment  from  south  of  I-270  to  Hall  Street. 

$698 

$763 

9.31% 

Completion 

1/7/2009 

PE  $20 
CE :  $44 

$0 
$103 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $634 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$661 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  T  L^OIlL.  -pw+o 

St.  Louis  City 

H 

6S1987 

10/2007 

Upgrade  closed  loop  system  and  install  new  signals  at 
Riverview,  Gimblim  and  Adelaide.  Maximum  CMAQ 
funding  -  $649,932. 

$867 

$699 

-19.38% 

Completion 

6/5/2009 

PE  $58 
CE :  $50 

$77 
$122 

$  Difference 

<t      i  est 
q>  -loo 

Reason(s): 

The  cost  deviated  from  the  actual  cost  due  to 
competition  among  contractors. 

CN:  $731 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $28 
Other: 

Budget  Transfer: 

$497 

$o 
$o 

$0 
$2 
$0 
$0 

CN  Award 

Cost  +  Cont.  $505 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Louis  City 

Various 

6S2156 

9/2007 

Remove  existing  signs  and  light  fixtures  from  various 
bridges  and  replace  them  at  new  locations  on  various 
interstates  in  St.  Louis  County  and  St.  Louis  City. 

$1,061 

$1,039 

-2.07% 

Completion 

2/19/2009 

PE  $90 
CE :  $62 

$97 
$93 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $909 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$850 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <kQAy 
cost  -r  (~onu. 

Various 

Various 

61 1645 

0/2002 

Intelligent  Transportation  System  operation  and 
management  on  various  interstate  routes  in  the  St. 
Louis  area  and  the  Transportation  Information  Center. 
Split  from  6R0013D 

$815 

$679 

-16.69% 

Completion 

10/3/2008 

PE  $62 
CE :  $48 

$0 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  engineering  costs. 

CN:  $705 
RWInc:  $0 
RW:  $0 
Utilities 

NonContract  $0 
Other: 

Budget  Transfer: 

$679 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Various 

Various 

612035 

1/2007 

Bridge  deck  repair  on  24  bridges  on  various  locations  in 
St.  Louis  and  St.  Louis  City.  Several  bridges  are  twin 
bridges. 

$704 

$636 

-9.66% 

Completion 

12/5/2008 

PE  $50 
CE :  $42 

$2 
$140 

$  Difference 

q>  Do 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $612 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$494 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $551 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Various 

Various 

61 2144 

9/2008 

Replace  pavement  marker  lenses  at  various  locations. 

$748 

$757 

1.20% 

Completion 

4/20/2009 

PE  $100 
CE :  $42 

$0 
$95 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $606 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$662 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-    £71  n 

Various 

Various 

6P2113 

6/2008 

Replace  existing  incandescent  signal  bulbs  with  LEDs  at 
various  signalized  intersections. 

$274 

$349 

27.37% 

Completion 

6/5/2009 

PE  $10 
CE  :  $17 

$19 
$79 

$  Difference 

Reason(s): 

The  cost  deviated  from  the  actual  cost  due  to  higher 
than  expected  engineering  costs. 

CN:  $247 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$251 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  t  L^OilL.    ~P^-> / 

Various 

Various 

6P2115 

3/2008 

Repair  bridge  decks  at  various  locations  in  St.  Louis 
County,  St.  Louis  City  and  Jefferson  County. 

$759 

$602 

-20.69% 

Completion 

6/5/2009 

PE  $50 
CE :  $46 

$11 
$117 

$  Difference 

<t        1  R"7 

Reason(s): 

The  cost  deviated  from  the  actual  cost  due  to  recent 
changes  in  market  prices  for  project  components, 
lower  than  expected  design  costs,  and  minor  changes 
to  several  bid  items. 

CN:  $663 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$474 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $581 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Various 


Various 


6P2225 


Completion 

6/5/2009 


6/2008 


Reason(s): 


Replace  pedestrian  signal  heads  at  various  signalized 
intersections. 


The  cost  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  minor  changes  to 
several  bid  items. 


$272 

PE 

$5 

CE: 

$17 

CN: 

$250 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract  $0 

Other: 

Budget  Transfer: 

$2,124 

PE 

$200 

CE: 

$124 

CN: 

$1,800 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

$239 

$0 
$35 

$204 

$o 
$o 

$0 
$0 
$0 
$0 


-12.13% 


$  Difference 
$  -33 


CN  Award 

Cost  +  Cont.  $244 


Various 


Various 


6Q2102 


Completion 

11/5/2008 


5/2007 


Reason(s): 


Installation  of  dynamic  message  signs  at  various 
locations  statewide  on  1-44  and  1-70.  Funded  by  Central 
Office  Traffic  Division  ($1 .6  million)  and  an  Amber  Alert 
grant  ($400,000). 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  inspection  costs  and  change 
orders. 


NonContract 
Other: 

Budget  Transfer: 


$o 


$4,762 

$137 
$2,530 
$2,095 

$o 
$o 

$0 
$0 
$0 


124.20% 


$  Difference 
$  2638 


CN  Award 

Cost  +  Cont.  $1,893 


Barry 


37 


7S0830 


Completion 

2/4/2009 


10/2007 


Reason(s): 


Resurface  from  Rte. 
(south)  in  Cassville. 


Y  to  0.5  mile  north  of  Rte.  37 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  engineering 
costs. 


$330 

PE 

$13 

CE: 

$20 

CN: 

$296 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$1 

other- 
Budget  Transfer: 


$211 

$4 
$11 
$197 

$o 
$o 

$0 
$0 
$0 
$0 


-36.06% 

$  Difference 
$  -119 


CN  Award 

Cost  +  Cont.  $172 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Barry 

60 

7S0845 

10/2007 

ncoUl  laOc  liuill         OLltitJL  IU  caol  Ul  Ol  laUcll  Ul ivt?  ill 

Monett. 

$367 

$221 

-39.78% 

PE 

$20 

$5 

$  Difference 

Completion 

2/4/2009 

CE: 

$22 

£11 

Reason(s): 

1  lit?  UUol  cbUI  1  IcUc  UcvlcUoU  IIUIII  U  It?  dUlUdl  UUol  UUU  IU 

performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  engineering 
costs. 

CN:  $324 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 

$205 

$o 
$o 

$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <kl£tl 

Other: 

$0 

Budget  Transfer: 

$0 

Barton 

43 

7S0839 

10/2007 

Rpsnrfarp  frnm  Rtp  IfiOtnRtp  171 

1  1CSJI  laLC  IIUIII     HC       UU  IU  1  UC.  I/I. 

$2,437 

$1,836 

-24.66% 

PE 

$100 

$3 

$  Difference 

Completion 

4/6/2009 

CE: 

$150 

;p  -DUX 

Reason(s): 

Xhp  pnet  pctimjatp  Hp\/iatpH  frnm  thp  or'tiol  pnet  Hi  ip 

1  IIC  UUbL  t?&lll  1  Idle?  UCVldlcU  IIUIII  Lilt?  dUlUdl  UUol  UUC 

to  performing  the  work  in  combination,  competition 
among  contractors,  and  lower  than  expected 
engineering  costs. 

CN:  $2,186 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 

$1,783 

$o 
$o 

$0 
$0 

CN  Award 

COST  t  L^OnC.  ■pJ.,J'+ls 

Other: 

$0 

Budget  Transfer: 

$0 

J  asper 

171 

7P0853 

10/2007 

Doci  irfano  frnm  Rto        tn  Ri  ic  71  anH  Hicnnnn^nt^H 

ncoUl  IdL't;  IIUIII  Flic.  H-G  LU  DUb.  /  I   dl  IU  UlbL-UI  II  ItrULtrU 

sections  of  shoulders  from  0.3  mile  east  of  Rte.  D  to 
Rte.  71 . 

$2,189 

$1,544 

-29.47% 

PE 

$20 

$7 

$  Difference 

Completion 

4/6/2009 

CE: 

$139 

$48 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  the  work  in  combination,  competition 
among  contractors,  lower  than  expected  engineering 
costs,  and  change  orders. 

CN:  $2,029 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 

$1,489 

$o 
$o 

$0 
$0 

CN  Award 

Cost  +  Cont.  $1,696 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

J  asper 

249 

7U0436 

4/2007 

Paving  to  add  lanes  for  a  dual  divided  highway  from  Rte. 
171  to  Rte.  66.  Project  involves  1-24'  pavement  and 
relates  to  7U0436J.  Includes  interchanges  at  Zora 
Street  and  Newman  Road.  Amendment  3  new  major 
project. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors,  lower  than  expected 
asphalt  costs,  and  lower  than  expected  engineering 
costs. 

$14,221 

$10,588 

-25.55% 

Completion 

7/21/2008 

PE  $1,438 
CE :  $542 

$1,165 
$210 

$  Difference 

Reason(s): 

CN:  $7,900 
RWInc:  $5 
RW:  $4,336 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$4,557 
$416 
$4,240 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <£*1  '-in? 
cost  -r  (~onu.  J>t,JL/^ 

J  asper 

249 

7U0436H 

9/2007 

Grading,  drainage,  paving,  and  interchange  lighting  from 
Rte.  171  to  Zora  Street.  Project  relates  to  7U0436, 
7U0436G  and  7U0436I. 

$9,374 

$8,624 

-8.00% 

Completion 

3/4/2009 

PE  $445 
CE :  $573 

$1,027 
$319 

$  Difference 

;p  -/DU 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $8,356 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$7,278 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

J  asper 

249 

7U0436I 

3/2006 

Grading  and  bridges  for  interchange  at  Rte.  1 71 .  Project 
relates  to  7U0436K. 

$26,871 

$26,926 

0.20% 

Completion 

1/22/2009 

PE  $760 
CE :           $1, 677 

$3,340 
$1,  OOl 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $24,434 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$22,586 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.$22,379 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

J  asper 

249 

7U0436J 

7/2006 

vjiduniy  di  iu  ui  luyco  LU  dUU  idiiCo  iui  a  UUal  uiviucu 

highway  from  Rte.  1 71  to  Rte.  66.  Project  relates  to 
7U0436  and  incorporates  work  formerly  associated  with 
7U0436L.  Includes  interchanges  at  Zora  Street  and 
Newman  Road. 

Thp  ^nct  actimcitp  HpviatpH  frr\m  thp  ar^ti  ol  met  Hi  ip  \r\ 

1  lit?  UUol  oblll  I  IdLo  UCVIcUCU  MUNI  U  It?  dUlUdl  UUol  UUc  IU 

competition  among  contractors,  lower  than  expected 
earthwork  costs,  and  lower  than  expected  engineering 
costs. 

$14,736 

$10,469 

-28.96% 

Completion 

8/6/2008 

PE 

CE: 

$1,026 
$880 

$623 
$511 

$  Difference 

Reason(s): 

CN:  $12,829 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 

$9,336 

$o 
$o 

$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  *£Q  Q7  7 

Other: 

$0 

Budget  Transfer: 

$0 

J  asper 

249 

7U0436K 

3/2006 

^npriali7prl  hriHnp  fni  mHptinn  wnrk  nnrl  ei  ih-ei  irfprp 
o|jcoiciii£-cu  ui  luyc  iuui  luctuui  i  vvui  r\  eti  iu  ouu  oui  idoc 

ground  improvements  for  interchange  at  Rte.  171. 
Project  relates  to  7U0436I. 

$6,299 

$9,481 

50.52% 

PE 

$169 

$3 

$  Difference 

Completion 

1/22/2009 

CE: 

$394 

$487 

Reason(s): 

Xhp  met  pctimatp  Hp\/i3tpH  frr\m  thp  a r^t i  o I  met  Hi  ip  tn 
1  lit?  UUbl  oblll  1  IdLo  UCVIdlCU  IIUIII  IMC  dUlUdl  UUol  UUC  IU 

no  historical  data  for  estimating  and  uncertainties 
about  the  actual  extent  of  mine  shafts. 

CN: 

RWInc: 

RW: 

Utilities 

$5,  736 
$0 
$0 
$0 

$8,991 

$o 
$o 

$0 

CN  Award 

L^OSL  t  L^OilL.  ~p/,~>ou 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

J  asper 

44 

712153 

6/2008 

Rpci  irfQr'P  \A/Pcthni  inH  lanoc  fmm  0  *3  milp  ooct  nf  RtP 

nCoUlldUC  WColUUUIIU  IdMCo  IIUIII  U.O  IIIIIC  CdoL  ui  nic. 

66  (west)  to  0.7  mile  west  of  Rte.  66  (west). 

$142 

$123 

-13.38% 

PE 

$3 

$1 

$  Difference 

Completion 

1/7/2009 

CE: 

$9 

£7 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
this  being  an  on-call  repair  project.  The  need  for 
repairs  was  lower  than  estimated. 

CN: 

RWInc: 

RW: 

Utilities 

$130 
$0 
$0 
$0 

$114 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $134 

NonContract  $0 

$0 

other- 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

J  asper 

571 

7S0774 

1/2007 

Grading  and  paving  for  geometric  and  signal 
improvements  at  Rte.  E  (Fairview  Avenue)  in  Carthage. 
Cost-share  project  with  City  of  Carthage.  Right  of  way 
acquisition  by  City  of  Carthaqe. 

$275 

$370 

34.55% 

Completion 

7/21/2008 

PE  $28 
CE :  $16 

$31 
$36 

$  Difference 

<C  OR 

Reason(s): 

Th&  ^nct  Qc+imcito  HowifitoH  from  tho  ar^ti  ol  met  Hi  \r\ 

1  lit?  LiUol  oblll  1  IdLo  UfcJVIcUtJU  MUNI  U  It?  dOLUdl  UUol  UUc  IU 

higher  than  expected  earthwork  and  engineering  costs. 

CN:  $230 
RWInc:  $0 
RW:  $1 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$303 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf- 

cost  -r  (~onu.  J>^^u 

J  asper 

571 

7S0836 

10/2007 

Pavement  improvement  from  0.3  mile  north  of  Rte.  71 
(south)  to  Rte.  71  (south)  in  Carthage. 

$55 

$21 

-61.82% 

PE  $5 

$6 

$  Difference 

Completion 

10/6/2008 

CE :  $3 

£1 

Reason(s): 

1  lit?  LiUol  oblll  I  IdLo  UcvlcUoU  MUIII  IMC  dULUdl  UUol  UUc  IU 

performing  projects  in  combination  and  competition 
among  contractors. 

CN:  $46 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$15 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

cose  -t-  cone.  -p±z? 

J  asper 

66 

7S0741 

11/2007 

Replace  culvert  between  Moffet  and  Byers  avenues  in 
Joplin. 

$384 

$310 

-19.27% 

PE  $72 

$69 

$  Difference 

Completion 

12/5/2008 

CE :  $20 

$76 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  practical  design 
after  the  project  was  programmed. 

CN:  $291 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$166 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $174 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


J  asper 


66 


7S0835 


Completion 

10/6/2008 


10/2007 


Reason(s): 


Pavement  improvement  from  0.4  mile  west  of  Bus.  71  to 
0.1  mile  west  of  Bus.  71  in  Joplin. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination  and  competition 
among  contractors. 


$61 

PE 

$1 

CE: 

$4 

CN: 

$55 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract  $1 

Other: 

Budget  Transfer: 

$3,737 

PE 

$283 

CE: 

$186 

CN: 

$Z  717 

RWlnc: 

$35 

RW: 

$233 

Utilities 

$283 

NonContract  $0 

Other: 

Budget  Transfer: 

$800 

PE 

$7 

CE: 

$51 

CN: 

$741 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract  $1 

Other: 

$41 

$8 
$2 
$31 

$o 
$o 

$0 
$0 
$0 
$0 


-32.79% 


$  Difference 
$  -20 


CN  Award 

Cost  +  Cont.  $34 


J  asper 


71 


7P0699 


Completion 

7/21/2008 


1/2007 


Reason(s): 


Grading  and  paving  to  construct  ramps  for  interchange 
at  Fairview  Avenue  in  Carthage.  Cost  share  project  with 
City  of  Carthage  and  TEA-21  high  priority  project. 
Project  involves  bridge  A3564. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed, 
competition  among  contractors,  and  lower  than 
expected  utility  costs. 


$3,245 

$380 
$189 
$1,870 
$86 
$593 
$127 

$o 

$0 


■13.17% 


$  Difference 
$  -492 


CN  Award 

Cost  +  Cont.  $1,920 


J  asper 


71 


7P0833 


Completion 

10/6/2008 


10/2007 


Reason(s): 


Pavement  and  bridge  improvement  from  20th  Street  in 
Joplin  to  Rte.  175.  Project  incorporates  project  7P0840 
and  involves  bridges  A5153,  A5218,  A5219,  A5222, 
A5223,  A5224,  A5225,  A5872,  A5873,  A5154,  and 
A5221. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  lower  than  expected  engineering  costs, 
and  change  orders. 


Budget  Transfer: 


$583 

$9 
$16 
$558 

$o 
$o 

$0 
$0 
$0 
$0 


-27.13% 

$  Difference 
$  -217 


CN  Award 

Cost  +  Cont.  $598 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


J  asper 


FF 


7S0854 


Completion 

4/6/2009 


10/2007 


Reason(s): 


Resurface  disconnected  sections  from  0.2  mile  east  of 
Duquesne  Road  to  County  Road  190  in  Joplin. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  the  work  in  combination  and  competition 
among  contractors. 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$657 

$6 
$42 
$608 
$0 


$0 
$0 
$1 


$385 

$5 
$38 

$342 

$o 
$o 

$0 
$0 
$0 
$0 


-41.40% 


$  Difference 
$  -272 


CN  Award 

Cost  +  Cont.  $359 


Lawrence 


174 


7S0829 


Completion 

2/4/2009 


10/2007 


Reason(s): 


Resurface  from  1-44  to  Rtes.  K  and  N. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


$462 

PE 

$60 

CE: 

$26 

CN: 

$376 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 

$723 

PE 

$20 

CE: 

$45 

CN: 

$656 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

$491 

$3 
$14 
$474 

$o 
$o 

$0 
$0 
$0 


6.28% 


$  Difference 
$  29 


CN  Award 

Cost  +  Cont.  $302 


Lawrence 


39 


7P0831 


Completion 

2/4/2009 


10/2007 


Reason(s): 


Resurface  from  Carnation  Street  to  Rte.  60  in  Aurora. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  engineering 
costs. 


NonContract 
Other: 

Budget  Transfer. 


$2 


$399 

$6 
$28 
$366 

$o 
$o 

$0 
$0 
$0 
$0 


-44.81% 

$  Difference 
$  -324 


CN  Award 

Cost  +  Cont.  $370 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Lawrence 

44 

4P2236H 

5/2008 

Striping  from  0.4  mile  east  of  Jasper  County  line  to  0.9 
mile  west  of  Rte.  97. 

$23 

$24 

4.35% 

Completion 

11/19/2008 

PE  $2 
CE :  $1 

$2 
£1 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $20 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$22 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSU  -r  L^O/lL.  ^>^-± 

Lawrence 

44 

71 0841 

10/2007 

Resurface  from  0.8  mile  west  of  Rte.  97  to  0.4  mile  east 
of  Rte.  39. 

$6,420 

$5,393 

-16.00% 

Completion 

2/4/2009 

PE  $170 
CE :  $401 

$5 
$178 

$  Difference 

q>  -J.uz/ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  engineering 
costs. 

CN:  $5,848 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$5,210 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Lawrence 

60 

7S0843 

10/2007 

Resurface  from  1 .6  miles  west  of  Rte.  39  to  1 .2  miles 
east  of  Rte.  39  in  Aurora. 

$459 

$258 

-43.79% 

Completion 

2/4/2009 

PE  $25 
CE :  $28 

$4 
£11 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  engineering 
costs. 

CN:  $406 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$243 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $241 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

McDonald 

71 

7P0601C 

5/2005 

Grading,  drainage  and  minor  paving  for  4-lane  divided 
freeway  from  0.9  mile  south  of  Rte.  EE  to  2.1  miles 
south  of  Pineville.  Relates  to  7P0601F,  7P0601G  and 
7P0601I. 

$30,644 

$29,017 

-5.31% 

Completion 

8/6/2008 

PE  $2,358 
CE :           $1, 680 

$1,357 
$1, 090 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $24,716 
RWInc:  $0 
RW:  $1,655 
Utilities  $234 
NonContract  $1 
Other: 

Budget  Transfer: 

$24,028 
$225 
$2,119 

$196 
$0 
$2 
$0 

CN  Award 

cost  -r  (~onL.j>^J,  v^o 

McDonald 

71 

7P0601F 

5/2005 

Paving  of  4-lane  divided  freeway  from  0.9  mile  south  of 
Rte.  EE  to  2.1  miles  south  of  Pineville.  Relates  to 
7P0601 C,  7P0601 G  and  7P0601 1. 

$9,366 

$8,428 

-10.01% 

Completion 

8/6/2008 

PE  $569 
CE :  $560 

$137 
$444 

$  Difference 

^)  "jo 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  engineering 
costs. 

CN:  $8,236 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$7,847 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 
cost  T-  co/vr. 

McDonald 

71 

7P0601G 

5/2005 

Paving  for  4-lane  divided  freeway  from  0.8  mile  north  of 
Rte.  EE  to  0.9  mile  south  of  Rte.  EE.  Relates  to 
7P0601 D.  Let  in  combination  with  7P0601 C,  7P0601 F, 
and  7P0601I. 

$6,558 

$4,150 

-36.72% 

Completion 

8/6/2008 

PE  $386 
CE :  $393 

$124 
$151 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  engineering 
costs. 

CN:             $5, 778 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$3,875 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $4,037 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


McDonald 


71 


7P0601I 


Completion 

8/6/2008 


5/2005 


Reason(s): 


Bridges,  minor  grading  and  drainage  for  4-lane  divided 
freeway  from  0.9  mile  south  of  Rte.  EE  to  2.1  miles 
south  of  Pineville.  Relates  to  7P0601C,  7P0601F  and 
7P0601G. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  engineering 
costs. 


$13,248 

$1,111 
$773 
$11,364 
$0 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$o 
$o 
$o 


$11,205 

$592 
$623 
$9,990 

$o 
$o 

$0 
$0 
$0 
$0 


-15.42% 


$  Difference 
$  -2043 


CN  Award 

Cost  +  Cont.$10,202 


McDonald 


71 


7P2151 


Completion 

2/19/2009 


8/2008 


Reason(s): 


Safety  improvements  from  0.2  mile  north  of  Bus. 
71 /Wolf  Den  Road  to  0.7  mile  south  of  Bus.  71 /Wolf 
Den  Road. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$322 

$39 
$18 
$265 
$0 


$0 
$0 
$0 


$324 

$70 
$30 
$222 

$o 
$o 

$0 
$2 
$0 


0.62% 


$  Difference 
$  2 


CN  Award 

Cost  +  Cont.  $293 


Newton 


44 


4P2236G 


Completion 

11/19/2008 


5/2008 


Reason(s): 


Striping  from  Bus.  71  to  1 .5  miles  east  of  Rte.  37. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination. 


$142 

PE 

$2 

CE: 

$9 

CN: 

$131 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 


$119 

$2 
$6 
$111 

$o 
$o 

$0 
$0 
$0 
$0 


-16.20% 

$  Difference 
$  -23 


CN  Award 

Cost  +  Cont.  $113 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Newton 


44 


71 0767 


Completion 

10/21/2008 


11/2006 


Reason(s): 


Construct  improvements  to  welcome  center  2  miles  east 
of  Oklahoma  state  line.  Funded  by  Statewide 
Enhancement  funds. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


$6,562 

PE  $420 
CE:  $355 
CN:  $5,168 
RWlnc:  $9 
RW:  $160 
Utilities  $0 
NonContract  $450 
Other: 

Budget  Transfer: 


$5,928 

$366 
$282 
$4,805 
$9 
$106 

$0 
$359 
$0 
$0 


-9.66% 


$  Difference 
$  -634 


CN  Award 

Cost  +  Cont.  $5,030 


Newton 


44 


71 0862 


Completion 

11/5/2008 


4/2008 


Reason(s): 


Demolish  existing  restroom  facility  and  replace  with 
limited  restroom  facility  2.0  miles  east  of  the  Oklahoma 
state  line.  Project  relates  to  710767. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  practical  design 
after  the  project  was  programmed,  and  due  to 
contractor  retaining  asphalt  millings  from  the  work  site. 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$239 

$10 
$15 
$214 
$0 


$0 
$0 
$0 


$191 

$30 
$25 
$136 

$o 
$o 

$0 
$0 
$0 
$0 


-20.08% 


$  Difference 
$  -48 


CN  Award 

Cost  +  Cont.  $176 


Newton 


60 


7P0867 


Completion 

10/6/2008 


10/2007 


Reason(s): 


Pavement  and  bridge  improvement  from  0.7  mile  west 
of  Rtes.  M  and  W  to  1 .2  miles  east  of  Shoal  Creek. 
Project  involves  bridges  A4893  and  A4894. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  and  change  orders. 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$292 

$5 
$18 
$269 
$0 


$0 
$0 
$0 


$187 

$4 
$8 
$176 

$o 
$o 

$0 
$0 
$0 
$0 


-35.96% 

$  Difference 
$  -105 


CN  Award 

Cost  +  Cont.  $199 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 


Page  108 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Newton 

60 

7P0868 

10/2007 

Rociirfaoo  from  1  0  mil^c  oact  of  Qhoal  Or^oU  to  Rt& 
ncoUl  I  ctoc  1 1  U 1 1 1    I  .  c.  1 1 1 1 1  tro  uctol  U I  Ol  IUcJI  ul  trt?t\  LU  V\  Lc . 

37. 

$1,817 

$1,327 

-26.97% 

PE 

$17 

$4 

$  Difference 

Completion 

2/4/2009 

CE: 

$116 

$42 

Reason(s): 

Th&  ooct  octimcito  HowisitoH  from  tho  aoti  ol  met  rti  to 

I  lit?  UUol  cblll  I  IcUc  UfcJVIcUtJU  MUNI  U  It?  dLiLUdl  UUol  UUtJ  IU 

performing  projects  in  combination,  competition  among 
contractors,  and  lower  than  expected  engineering 
costs. 

CN:  $1,684 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 

$1,281 

$o 
$o 

$0 
$0 

CN  Award 

COST  T  L^OllL.   -P-L, -L^~> 

Other: 

$0 

Budget  Transfer: 

$0 

Newton 

60 

750856B 

10/2007 

Pawpmpnt  imnrnupmpnt  from  north  of  Hatlpr  Memorial 

I    QvCMICIIl  1 1  I  I  kJI  \J  V  C  I  I  I  C  I  I  L   IIUIII   I  \\J\  LI  I  Ul    I  IdLICI    I  V  I  C I  I  \\J  I  I  CI  I 

Drive  to  Stadium  Street  in  Neosho. 

$307 

$168 

-45.28% 

PE 

$5 

$3 

$  Difference 

Completion 

10/6/2008 

CE: 

$19 

£11 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination  and  competition 
among  contractors. 

CN: 

RWInc: 

RW: 

Utilities 

$283 
$0 
$0 
$0 

$154 

$o 
$o 

$0 

CN  Award 

cost  T-  co/vr.  ■P-L/-L 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Newton 

71 

7P0876 

10/2007 

Pa\/ompnt  onrl  HriHoo  imnrnuomontc  from  Rt&   1  "7^  to 
i  a  V  tr  I 1  IfcM  1 1  Ctl  IU  Ui  1  ULJc  IIIIUIUVclllcllLb  IIUIII  lilt?-   1  /  O  LU 

Rte.  60.  Project  involves  bridges  A5526,  A5527,  A5314, 
A5315,  A5331 ,  A5332,  A5333,  A5334,  A5365,  A5366, 
A5367,  A5540,  A5541 ,  A5542,  A5543,  A5545,  A5546, 
A5547. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination,  competition  among 
contractors,  lower  than  expected  engineering  costs, 
and  change  orders. 

$888 

$631 

-28.94% 

Completion 

10/6/2008 

PE 

CE: 

$8 
$56 

$4 
$37 

$  Difference 

Reason(s): 

CN:  $823 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 

$590 

$o 
$o 

$0 
$0 

CN  Award 

Cost  +  Cont.  $638 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Newton 

FF 

7S0837 

10/2007 

Pavement  improvement  to  disconnected  sections  from 
east  of  Bus.  71  to  0.1  mile  east  of  Rte.  71 . 

$327 

$215 

-34.25% 

Completion 

10/6/2008 

PE  $3 
CE :  $21 

$6 
$16 

$  Difference 

<fc        1  1  "5 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination  and  competition 
among  contractors. 

CN:  $302 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$193 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-    <f77  y 
cost  -r  (~onu. 

St.  Clair 

13 

7P0428 

8/2006 

Grading,  paving  and  interchange  for  dual  divided 
highway  from  2.6  miles  north  of  Rte.  54  to  1 .6  miles 
south  of  Rte.  54  at  Collins. 

$33,073 

$34,446 

4.15% 

Completion 

2/19/2009 

PE  $5,102 
CE  :            $1, 636 

$6,532 
$1, 715 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $23,832 
RWInc:  $0 
RW:  $1,982 
Utilities  $518 
NonContract  $3 
Other- 
Budget  Transfer: 

$23,063 
$365 
$2,500 

$234 
$36 

$1 
$0 

CN  Award 

COST  T  LO//t.^--'/£'^ 

St.  Clair 

13 

7P0604 

9/2004 

Grading,  paving  and  bridges  to  add  two  lanes  for  dual 
divided  highway  from  1 .3  miles  south  of  Rte.  54  to  Polk 
County.  District  8  designing  plans.  Construct  with 
8P0590B. 

$7,673 

$5,242 

-31.68% 

Completion 

3/4/2009 

PE  $228 
CE :  $412 

$277 
$321 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due 
to  performing  the  work  in  combination  and  lower  than 
expected  right  of  way  and  utility  costs. 

CN:  $6,065 
RWInc:  $9 
RW:  $203 
Utilities  $753 
NonContract  $3 
Other: 

Budget  Transfer: 

$4,348 
$42 
$66 

$188 
$0 
$1 
$0 

CN  Award 

Cost  +  Cont.  $4,398 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Clair 

13 

7P0604B 

9/2004 

Resurfacing  of  existing  lanes  with  thin-lift  overlay  from 
1 .3  miles  south  of  Rte.  54  to  Polk  County.  Split  from 
7P0604.  Construct  with  8P0732.  District  8  designing 
plans. 

$153 

$255 

66.67% 

Completion 

3/4/2009 

PE  $17 
CE :  $9 

$12 

$io 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
the  addition  of  needed  bridge  repair  work  after  the 
project  was  programmed. 

CN:  $126 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$233 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt- 

St.  Clair 

13 

7P0861 

6/2008 

Install  signs  and  activated  flashers  from  0.3  mile  north 
of  1st  Street  to  0.3  mile  south  of  7th  Street  in  Lowry 
City. 

$365 

$320 

-12.33% 

Completion 

3/19/2009 

PE  $31 
CE :  $21 

$48 
$43 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due 
to  performing  the  work  in  combination  and  the  more 
efficient  and  economical  placement  of  power  supply 
and  signal  controller  cabinets. 

CN:  $313 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$229 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COST  T  L^OllL.  -P-tZJU 

St.  Clair 

13 

7P0870 

6/2008 

Install  signs  and  activated  flashers  at  Bus.  13  (north)  in 
Osceola. 

$113 

$118 

4.42% 

Completion 

3/19/2009 

PE  $21 
CE :  $6 

$31 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $85 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$83 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $111 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

St.  Clair 

13 

7P0871 

6/2008 

Intersection  improvements  0.6  mile  north  of  Rte.  B  at 
OldRte.  13. 

$843 

$801 

-4.98% 

PE  $80 

$97 

$  Difference 

Completion 

6/19/2009 

CE :  $47 

$44 

Reason(s): 

1  lie  piUJcOl  UUol  IU  OUIIIJJIClc  Wdo  Will  III  1  +/     IU  fJCIOclll 

of  the  estimate. 

CN:  $684 
RWInc:  $2 
RW:  $0 
Utilities  $30 
NonContract  $0 
Other: 

Budget  Transfer: 

$660 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  ^V?? 
cost  -r  (~onu. 

St.  Clair 

A 

7S0693 

11/2007 

Grading,  paving  and  replace  bridge  over  Monegaw 
Creek  1 .8  miles  west  of  Rte.  M.  Project  involves  bridge 
S0283. 

$659 

$622 

-5.61% 

PE  $214 

$284 

$  Difference 

Completion 

11/19/2008 

CE :  $27 

$34 

q>  -3/ 

Reason(s): 

Tho  nrniort  f^nct  ir\  mmnlDtD  wac  within  -l/-  1  Pi  n^Kvont 

I  lit?  |JI  UJtJUL  LiUol  LU  L-UI  I  lUlfcJLfc?  Wdo  Wl  LI  III  I  +/      IU  UtJI  Ut?l  IL 

of  the  estimate. 

CN:  $394 
RWInc:  $0 
RW:  $15 
Utilities  $8 
NonContract  $1 
Other: 

Budget  Transfer: 

$292 
$6 
$5 
$0 

$o 

$0 
$0 

CN  Award 

cost  T-  L^onc.  ■pJJ./ 

Vernon 

54 

7P0877 

6/2008 

Signal  improvement  at  Bus.  71  (west)  in  Nevada. 

$176 

$172 

-2.27% 

PE  $21 

$32 

$  Difference 

Completion 

11/19/2008 

CE :  $10 

£5 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $144 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$135 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $145 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Vernon 

71 

7P0838 

10/2007 

Resurface  disconnected  sections  from  0.3  mile  south  of 
Highland  Avenue  in  Nevada  to  2.7  miles  south  of  Rte. 
126.  Incorporates  project  7P0813. 

$4,672 

$4,412 

-5.57% 

Completion 

4/6/2009 

PE  $43 
CE :  $297 

$8 
$113 

$  Difference 

q>  -zou 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $4,331 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$4,291 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£?  A~?l 

Christian 

14 

8P0878C 

5/2008 

Resurface  roadway  from  Rte.  160  in  Nixa  to  the  Finley 
River  Bridge  in  Ozark. 

$1,211 

$1,097 

-9.41% 

Completion 

6/5/2009 

PE  $25 
CE :  $76 

$4 
$115 

$  Difference 

q>  -±±4 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,110 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$978 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Christian 

AA 

8S0889F 

11/2007 

Resurface  roadway  from  end  of  route  to  Rte.  160  north 
of  Nixa. 

$217 

$180 

-17.05% 

Completion 

1/7/2009 

PE  $5 
CE :  $14 

$0 
£6 

$  Difference 

q>     -  j/ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns. 

CN:  $198 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$174 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $146 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Christian 


CC 


8P0878B 


Completion 

6/5/2009 


5/2008 


Reason(s): 


Resurface  roadway  from  Rte.  160  to  Rte.  65. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders  and  higher  than  expected 
inspection  costs. 


$617 

PE 

$25 

CE: 

$38 

CN: 

$554 

RWInc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 


$748 

$15 
$91 

$642 

$o 
$o 

$0 
$0 
$0 
$0 


21.23% 


$  Difference 
$  131 


CN  Award 

Cost  +  Cont.  $543 


Dallas 


65 


8P0779 


Completion 

8/6/2008 


8/2007 


Reason(s): 


Add  left-turn  lanes  at  Rte.  C  intersection  north  of 
Buffalo.  Includes  right  of  way  acquisition. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
excavation  changes,  higher  than  expected  right  of  way, 
utility,  and  engineering  costs. 


$394 

PE 

$49 

CE: 

$20 

CN: 

$297 

RWInc: 

$4 

RW: 

$22 

Utilities 

$2 

NonContract  $0 

Other: 

Budget  Transfer: 

$1,331 

PE 

$2 

CE: 

$85 

CN: 

$1,244 

RWInc: 

$0 

RW: 

$0 

Utilities 

$0 

$573 

$92 
$35 
$371 
$22 
$36 
$18 

$o 

$0 


45.43% 


$  Difference 
$  179 


CN  Award 

Cost  +  Cont.  $378 


Greene 


160 


8P0879C 


Completion 

3/19/2009 


6/2008 


Reason(s): 


Pavement  improvement  between  Rte.  123  in  Willard  and 
I-44  in  Springfield. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors. 


NonContract 
Other: 

Budget  Transfer. 


$0 


$916 

$9 
$56 
$850 

$o 
$o 

$0 
$0 
$0 
$0 


-31.18% 

$  Difference 
$  -415 


CN  Award 

Cost  +  Cont.  $845 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Greene 

413 

8P0877B 

6/2007 

Mill  and  resurface  segments  of  the  eastbound  and 
westbound  lanes  from  Rte  174  in  Republic  to  Scenic 
Ave.  in  Springfield.  "Better  Roads,  Brighter  Future" 
Project. 

$2,991 

$1,942 

-35.07% 

Completion 

11/5/2008 

PE  $7 
CE :  $192 

$9 
$102 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors. 

CN:             $2, 792 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,831 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  Rift 
cost  -r  (~onu.  j>±,ojo 

Greene 

413 

8S0818 

4/2007 

Redeck  northbound  bridge  L0598  over  Wilson  Creek 
east  of  Republic. 

$679 

$785 

15.61% 

Completion 

9/5/2008 

PE  $50 
CE :  $40 

$55 
£71 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established  and  conditions  deteriorating  faster  than 
expected  and  higher  than  expected  inspection  costs. 

CN:  $589 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$659 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

cost  -j-  L^oriL.  -pv^/ 

Greene 

44 

4P2236K 

5/2008 

Provide  gap  striping  at  various  locations  on  Interstate  44 
in  District  8.  Paid  for  by  MoDOT  Operations  Funds. 

$469 

$382 

-18.55% 

Completion 

11/19/2008 

PE  $5 
CE :  $30 

$0 
$20 

$  Difference 

q>  -of 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  unexpected  change  orders. 

CN:  $434 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$362 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $391 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Greene 

44 

8D0600K 

9/2005 

Diamond  grind  pavement  and  fog  seal  shoulders  on 
disconnected  sections  of  Rte.  65,  Chestnut  Expressway, 
and  Glenstone  Avenue  in  Springfield.  Smooth  roads 
initiative  project.  Let  in  combination  with  8D0600G. 

$1,517 

$1,111 

-26.76% 

Completion 

8/6/2008 

PE  $41 
CE :  $97 

$9 
$70 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination  and  lower  than 
expected  engineering  costs. 

CN:  $1,379 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,032 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 
r>icf-  -l.  r>itnf-  <£7 

Greene 

44 

81 2160 

6/2008 

Install  new  guardrail  at  the  1-44  and  Rte.  65  interchange 
in  Springfield. 

$88 

$70 

-20.45% 

Completion 

2/19/2009 

PE  $3 
CE :  $5 

$0 
£3 

$  Difference 

q>     -  ±o 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors. 

CN:  $80 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$67 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

L^OSL  T  L^OllL.  ~p<J^. 

Greene 

60 

8D0600I 

9/2005 

Resurface  with  1  3/4"  asphalt  on  disconnected  sections 
of  westbound  Rte.  60  east  of  Springfield.  Smooth  roads 
initiative  project.  Let  in  combination  with  8D0600B, 
8D0600M  and  8D0600N. 

$746 

$1,011 

35.52% 

Completion 

1/22/2009 

PE  $20 
CE :  $48 

$9 
£42 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components. 

CN:  $678 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$960 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $920 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Greene 


65 


8P0914 


Completion 

8/6/2008 


11/2007 


Reason(s): 


Improve  safety  on  northbound  bridge  over  Lake 
Springfield. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors. 


$288 

PE 

$15 

CE: 

$18 

CN: 

$255 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 

$419 

PE 

$5 

CE: 

$27 

CN: 

$387 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

$210 

$6 
$17 
$186 

$o 
$o 

$0 
$0 
$0 
$0 


-27.08% 


$  Difference 
$  -78 


CN  Award 

Cost  +  Cont.  $191 


Greene 


AA 


8S0889B 


Completion 

1/7/2009 


11/2007 


Reason(s): 


Resurface  roadway  from  Rte.  H  to  Rte.  65  north  of 
Springfield. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  lower  than  expected  engineering  costs. 


NonContract 
Other: 

Budget  Transfer: 


$o 


$331 

$0 
$9 
$321 

$o 
$o 

$0 
$0 
$0 


-21.00% 


$  Difference 
$  -88 


CN  Award 

Cost  +  Cont.  $275 


Greene 


8S0889C 


Completion 

1/7/2009 


11/2007 


Reason(s): 


Resurface  roadway  from  Rte.  65  to  Rte.  125  north  of 
Springfield. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  lower  than  expected  design  costs. 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$152 

$5 
$9 
$138 
$0 


$0 
$0 
$0 


$130 

$0 
$10 
$119 

$o 
$o 

$0 
$0 
$0 
$0 


-14.47% 

$  Difference 
$  -22 


CN  Award 

Cost  +  Cont.  $109 


9/29/2009  MODOT 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Greene 

o 

8S0889E 

11/2007 

Resurface  roadway  from  Bus.  160  in  Willard  to  Rte.  13. 

$384 

$240 

-37.50% 

Completion 

1/7/2009 

PE  $5 
CE :  $24 

$0 
£9 

$  Difference 

O  -1.44 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns. 

CN:  $355 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$231 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <klQn 
cost  -r  (~onu.  j>-i^iy 

Greene 

WW 

8S0889D 

11/2007 

Resurface  roadway  from  Rte.  13  to  Rte.  H  north  of 
Springfield. 

$206 

$157 

-23.79% 

Completion 

1/7/2009 

PE  $5 
CE :  $13 

$0 
£6 

$  Difference 

<t  AQ 

q>  -457 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
redesigns  and  lower  than  expected  engineering  costs. 

CN:  $188 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$150 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Hickory 

54 

8P0886B 

6/2008 

Resurface  roadway  from  St.  Clair  County  to  Rte.  D  in 
Preston. 

$4,929 

$5,723 

16.11% 

Completion 

6/5/2009 

PE  $50 
CE :  $313 

$9 
$197 

$  Difference 

JJ>  /S#4 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established  and  unexpected  change  orders. 

CN:  $4,566 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$5,516 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $5,240 

9/29/2009 

MoDOT 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Hickory 


64 


8S0654 


Completion 

1/7/2009 


4/2004 


Reason(s): 


Widen  and  replace  bridge  deck  and  superstructure  over 
Pomme  de  Terre  Lake  1 .5  miles  southwest  of  Rte.  NN. 
160,000  funded  through  innovative  Bridge  Research  and 
Construction  Program  Involves  bridge  A-894. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$5,985 

$968 
$319 
$4,693 
$2 
$3 
$0 
$0 


$6,302 

$477 
$233 
$5,591 
$1 
$1 
$0 
$0 
$0 
$0 


5.30% 


$  Difference 
$  317 


CN  Award 

Cost  +  Cont.  $5,648 


Hickory 


65 


8P0843C 


Completion 

6/19/2009 


10/2007 


Reason(s): 


Resurface  roadway  from  Rte.  54  to  Rte.  32. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors. 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$7,361 

$15 
$472 
$6,874 
$0 
$0 
$0 
$0 


$5,065 

$17 
$181 
$4,867 

$o 
$o 

$0 
$0 
$0 


-31.19% 


$  Difference 
$  -2296 


CN  Award 

Cost  +  Cont.  $4,510 


Laclede 


32 


8L0800C 


Completion 

5/20/2009 


11/2007 


Reason(s): 


Resurface  roadway  from  Tower  Rd  to  Rte.  N  in 
Lebanon. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


$540 

PE 

$5 

CE: 

$34 

CN: 

$501 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 


$523 

$0 
$17 
$506 

$o 
$o 

$0 
$0 
$0 
$0 


-3.15% 

$  Difference 
$  -17 


CN  Award 

Cost  +  Cont.  $401 


9/29/2009  MODOT 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Laclede 

64A 

8L0800D 

11/2007 

Resurface  roadway  from  Rte  00  to  Rte  64  at  Bennett 
Spring  State  Park  west  of  Lebanon. 

$96 

$66 

-31.25% 

PE  $5 

$0 

$  Difference 

Completion 

5/20/2009 

CE :  $6 

£3 

q>      -  jU 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  engineering  costs. 

CN:  $85 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$63 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt- 

Polk 

13 

8P0590 

11/2002 

Grading,  paving  and  bridges  from  1.1  miles  south  of 
Rte.  1 23  to  1 . 1  miles  north  of  Rte.  32.  8P0590B  and 
8P0590C  split  from  this  job.  Involves  bridges  A-021 61 , 
A-00641  and  A-00651 .  Upgrade  to  4  lane  expressway. 

$29,823 

$23,353 

-21.69% 

Completion 

9/18/2008 

PE  $1,331 
CE  :            $1, 664 

$1,414 
$1, 171 

$  Difference 

<t  CA7H 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  inspection  and  right  of  way  costs. 

CN:  $24,489 
RWInc:  $32 
RW:  $2,140 
Utilities  $167 
NonContract  $0 
Other: 

Budget  Transfer: 

$18,469 
$224 
$1,644 

$428 
$0 
$4 
$0 

CN  Award 

L^OSL  t  L^Oni.3>-LO,vo/ 

Polk 

13 

8P0590B 

9/2004 

Grading,  paving  and  bridges  to  upgrade  to  four  lane 
expressway  from  St.  Clair  County  line  to  1 .1  miles  south 
of  Rte.  123.  Includes  right  of  way  for  future  interchange 
at  Humansville.  Involves  bridges  A-216,  A-63  and  T- 
894.  Let  in  combination  with  7P0604. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  design  costs. 

$24,663 

$19,728 

-20.01% 

Completion 

3/4/2009 

PE  $1,443 
CE :           $1, 422 

$926 
$1,469 

$  Difference 

Reason(s): 

CN:  $19,762 
RWInc:  $0 
RW:  $1,481 
Utilities  $550 
NonContract  $5 
Other: 

Budget  Transfer: 

$16,138 
$167 
$714 
$315 

$o 

$0 
$0 

CN  Award 

Cost  +  Cont$16, 707 

9/29/2009 

MoDOT 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Polk 

13 

8P0732 

9/2004 

Thin-lift  overlay  and  bridge  deck  repair  on  updated  four 
lane  expressway  from  St.  Clair  County  to  1 .1  miles 
south  of  Rte.  123.  Required  combination  with  8P0590B. 

$1,762 

$756 

-57.09% 

Completion 

3/4/2009 

PE  $852 
CE :  $54 

$10 
$57 

$  Difference 

q>  luuo 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  right  of  way  and  engineering  costs. 

CN:  $775 
RWInc:  $0 
RW:  $81 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$689 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COST  T"  L^OilL.     ~P  s  J  J 

Polk 

215 

8S0727 

2/2007 

Remove  and  replace  deck  and  approach  slabs  plus 
miscellaneous  work  on  bridge  over  Turkey  Creek  0.6 
mile  east  of  Dade  County.  Project  involves  bridge  A2082. 

$981 

$902 

-8.05% 

Completion 

7/7/2008 

PE  $99 
CE :  $55 

$58 
$84 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $827 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$760 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

cost  T-  L^onc.  -poj-j. 

Polk 

32 

8P0885D 

5/2008 

Resurface  roadway  from  west  of  Rte.  T  to  east  of  Redel 
Place. 

$556 

$707 

27.16% 

Completion 

2/4/2009 

PE  $5 
CE :  $35 

$2 
$39 

$  Difference 

q>  J.3J. 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components. 

CN:  $516 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$667 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $682 

9/29/2009  MODOT 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Taney 


160 


8P0825 


Completion 

1/7/2009 


4/2007 


Reason(s): 


Paint  bridge  J-0952  over  Swan  Creek.  To  be  let  in 
combination  with  project  8P0824. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established  and  higher  than  expected  engineering 
costs. 


$300 

PE 

$10 

CE: 

$19 

CN: 

$271 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 

$312 

PE 

$5 

CE: 

$20 

CN: 

$287 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

$523 

$58 
$130 

$335 

$o 
$o 

$0 
$0 
$0 
$0 


74.33% 


$  Difference 
$  223 


CN  Award 

Cost  +  Cont.  $341 


Taney 


176 


8L0800E 


Completion 

2/19/2009 


11/2007 


Reason(s): 


Resurface  roadway  from  Rte.  160  thru  Merrian  Woods 
and  Rockaway  Beach  to  north  of  Forsyth. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders. 


NonContract 
Other: 

Budget  Transfer: 


$o 


$352 

$0 
$28 
$324 

$o 
$o 

$0 
$0 
$0 


12.82% 


$  Difference 
$  40 


CN  Award 

Cost  +  Cont.  $250 


Taney 


65 


8P0609 


Completion 

6/19/2009 


6/2006 


Reason(s): 


Grading  and  paving  to  upgrade  to  expressway  from 
south  of  Rte.  165  in  Hollister  to  Arkansas  State  line. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed  and 
unexpected  change  orders. 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$38,003 

$2,613 
$2,071 
$30,171 
$274 
$2,462 
$412 
$0 


$32,708 

$2,861 
$1,274 
$26,936 

$239 
$1,170 

$225 

$o 
$4 
$0 


-13.93% 

$  Difference 
$  -5295 


CN  Award 

Cost  +  Cont.$27,809 


9/29/2009  MODOT 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Taney 


65 


8P0609F 


Completion 

10/21/2008 


6/2006 


Reason(s): 


Create  wetland  mitigation  area  to  replace  existing  area 
between  Rte.  65  and  Rte.  165  south  of  Hollister.  Project 
relates  to  8P0609E. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  engineering  costs. 


RE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$75 

$10 
$4 
$61 
$0 
$0 
$0 
$0 


$85 

$18 
$13 

$54 

$o 
$o 

$0 
$0 
$0 
$0 


13.33% 


$  Difference 
$  10 


CN  Award 

Cost  +  Cont.  $55 


Taney 


76 


8P0824 


Completion 

1/7/2009 


4/2007 


Reason(s): 


Paint  and  epoxy  bridge  deck  on  bridge  F0364  over  Bull 
Shoals  Lake.  To  be  let  in  combination  with  8P0825. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


RE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$728 

$io 

$46 
$672 
$0 


$0 
$0 
$0 


$678 

$89 
$19 
$570 

$o 
$o 

$0 
$0 
$0 
$0 


-6.87% 


$  Difference 
$  -50 


CN  Award 

Cost  +  Cont.  $903 


Taney 


EE 


8L0800F 


Completion 

2/19/2009 


11/2007 


Reason(s): 


Resurface  roadway  from  Rte  176W  to  Rte  176E  in 
Rockaway  Beach  and  Merriam  Woods. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  engineering  costs. 


$49 

PE 

$5 

CE: 

$3 

CN: 

$41 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 


$43 

$0 
$2 
$41 

$o 
$o 

$0 
$0 
$0 
$0 


-12.24% 

$  Difference 
$  -6 


CN  Award 

Cost  +  Cont.  $38 


9/29/2009  MODOT 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Various 

60 

1D0694A 

11/2005 

Romn\;p  nlrl  nnrt  inctall  now  Hplinpatnrc  nn  nil  fni  ir-lanp 
PifcJIIIUvc  UIU  dl  IU  llloldll  I  IfcJW  Ucl  1 1  IcdlUI  o  Ul  1  dll  IUUI  Idllo 

divided  sections  of  Rtes.  13,  60,  65,  71  and  160. 
$266,000  of  statewide  Taking  Care  of  The  System  funds 
will  be  used  on  the  non-SRI  portion  of  the  project. 

$1,017 

$808 

-20.55% 

Completion 

11/5/2008 

PE 

CE: 

$5 
$65 

$n 

$66 

$  Difference 

Reason(s): 

Thp  f^nct  pctimcitp  HpviafpH  frnm  thp  anti  ol  met  rti  ip  tn 

1  lit?  UUol  obllllldLo  UfcJVIdltJU  MUNI  U  It?  dOLUdl  UUol  UUc  IU 

performing  projects  in  combination  and  unexpected 
change  orders. 

CN: 

RWlnc: 

RW: 

Utilities 

$947 
$0 
$0 
$0 

$731 

$o 
$o 

$0 

CN  Award 

r>icf-  -l.  r>itnf-  7 
cost  -r  (~onu.  jhdjjj 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Various 

65 

8P0843B 

5/2008 

Rpciirfapp  rnnHwpv  frnm  Rpntnn  f"im  \rtf\t  tn  Rtp  R4. 
ncoui idi/C  luduvvdy  iiuiii  uciiluii  ouuiny  iu  nic.  jh. 

$3,393 

$2,777 

-18.16% 

PE 

$io 

$8 

$  Difference 

Completion 

6/19/2009 

CE: 

$217 

£94 

;p  -OJLO 

Reason(s): 

Thp  rnct  pQtimatp  rlp\/iptprl  frnm  thp  anti  ml  met  Hi  ip  tn 

1  IIC  UUol  CbUllldLC  UCVIdlCU  IIUIII   LIIC  dULUdl  OUol  UUC  LU 

competition  among  contractors  and  lower  than 
expected  inspection  costs. 

CN: 

RWlnc: 

RW: 

Utilities 

$3,166 
$0 
$0 
$0 

$2,675 

$o 
$o 

$0 

CN  Award 

COST  t  L^OllL.  -P^-r-J/U 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

Webster 

A 

8S0737 

10/2003 

Pcivinn  nnlx/  in  rt/lnrchfiplrl    Pimrfinn  frnm  MnnOT  nnl\/ 
i  d v 1 1 ly  uiiiy  hi  ividibiniciu.   r u i iu 1 1  iy  iiuiii  iviu uu  i  ui i iy . 

Reimbursement  to  Webster  County  for  portion  of 
permit.  Project  on  state  right  of  way. 

$77 

$159 

106.49% 

PE 

$5 

$96 

$  Difference 

Completion 

8/12/2008 

CE: 

$5 

£1 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  design  cost. 

CN: 

RWlnc: 

RW: 

Utilities 

$67 
$0 
$0 
$0 

$62 

$o 
$o 

$0 

CN  Award 

Cost  +  Cont.  $69 

NonContract  $0 

$0 

Other: 

$0 

Budget  Transfer: 

$0 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 


Page  124 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Wright 


60 


8P0885C 


Completion 

5/20/2009 


3/2008 


Reason(s): 


Improve  pavement  from  Rte.  5  in  Mansfield  to  Texas 
County. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors  and  lower  than 
expected  inspection  costs. 


$6,009 

$25 
$384 
$5,600 
$0 


RE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$o 
$o 
$o 


$4,408 

$11 
$89 

$4,308 

$o 
$o 

$0 
$0 
$0 
$0 


-26.64% 


$  Difference 
$  -1601 


CN  Award 

Cost  +  Cont.  $3,536 


Carter 


60 


9P0359D 


Completion 

7/21/2008 


12/2005 


Reason(s): 


Grading  and  paving  for  dual  divided  highway  from  3.1 
miles  east  of  Rte.  J  to  1 .0  mile  west  of  Rte.  M.  Relates 
to  9P0359. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  design  cost. 


$14,557 

RE  $3,048 
CE:  $612 
CN:  $10,397 
RWlnc:  $0 
RW:  $500 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 


$12,212 

$634 
$202 
$10,036 
$69 
$537 

$735 
$0 
$0 


■16.11% 


$  Difference 
$  -2345 


CN  Award 

Cost  +  Cont.$ll,521 


Crawford 


9P0567 


Completion 

3/19/2009 


6/2007 


Reason(s): 


Asphalt  overlay  and  paved  shoulders  from  Steelville  to 
Rte  AA  in  Washington  County  and  from  Rte  21  to  the 
St.  Francois  County  line  (2  disconnected  sections). 


The  cost  estimate  deviated  from  the  actual  cost  due 
to  additional  requirements  after  estimates  were 
established  and  unexpected  change  orders. 


$1,863 

$200 
$103 
$1,560 
$0 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$o 
$o 
$0 


$4,499 

$0 
$215 
$4,283 

$o 
$o 

$0 
$0 
$0 
$0 


141.49% 

$  Difference 
$  2636 


CN  Award 

Cost  +  Cont.  $3,596 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Dent 

72 

9P0362 

5/2005 

Grading,  paving  and  bridges  from  south  of  Rte.  FF  to 
Salem.  Right  of  way  was  bonded  in  SFY  2002.  Upgrade 
existing  2  lane  pavement.  Involves  bridges  J-893,  J-895 
and  J-946. 

$25,404 

$20,860 

-17.89% 

Completion 

8/21/2008 

PE  $1,956 
CE :  $1,293 

$1,192 
$889 

$  Difference 

O  -4344 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors,  recent  changes  in 
market  prices  for  project  components,  and  practical 
design  after  the  project  was  programmed. 

CN:  $18,465 
RWInc:  $0 
RW:  $3,093 
Utilities  $597 
NonContract  $0 
Other: 

Budget  Transfer: 

$15,623 
$318 
$2,142 

$696 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <f  7*>  Qy^ 
cost  -r  i~OnL.J>-LJ,  3tJ 

Howell 

142 

9S0273 

11/2007 

Grading,  paving  and  replace  bridges  on  2  disconnected 
sections  at  1 .8  miles  and  3.2  miles  west  of  Rte.  1 7. 
Project  involves  bridges  P0451  and  P0452  over  west 
and  south  forks  of  Spring  River. 

$821 

$1,173 

42.87% 

Completion 

12/19/2008 

PE  $264 
CE :  $32 

$524 
$63 

$  Difference 

q> 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  engineering  costs. 

CN:  $464 
RWInc:  $0 
RW:  $51 
Utilities  $10 
NonContract  $0 
Other: 

Budget  Transfer: 

$519 
$14 
$51 
$3 

$o 

$0 
$0 

CN  Award 

I  ron 

N 

9S0421 

6/2007 

Replace  bridge  K0136  over  Union  Pacific  railroad  with 
resurfacing  and  shoulders  from  0.3  miles  north  of  Rte. 
21  to  0.2  mile  north  of  Radford  Road. 

$2,968 

$2,618 

-11.79% 

Completion 

1/22/2009 

PE  $432 
CE :  $155 

$322 
$139 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed. 

CN:  $2,261 
RWInc:  $19 
RW:  $66 
Utilities  $35 
NonContract  $0 
Other- 
Budget  Transfer: 

$1,768 
$15 
$43 

$330 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,814 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Phelps 

63 

9P0526 

10/2007 

Replace  bridge  approximately  1 .3  mile  north  of  Rte.  W 
over  Beaver  Creek.  Project  involves  bridge  G0300. 

$2,266 

$1,776 

-21.62% 

Completion 

4/6/2009 

PE 
CE: 

$595 
$88 

$179 
$236 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  design  cost  and  lower  than 
expected  right  of  way  costs  resulting  from  design 
modification. 

CN:  $1,276 
RWInc:  $18 
RW:  $281 
Utilities  $8 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,356 
$4 
$1 
$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  <£7  777 
cost  -r  (~onu.  J>-L,J/^ 

Phelps 

63 

9P0537 

5/2007 

Diamond  grind  pavement  and  construct  asphalt 
shoulders  from  Maries  County  to  I-44. 

$1,160 

$1,078 

-7.07% 

Completion 

11/19/2008 

PE 

CE: 

$90 
$70 

$0 
$55 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $  1,000 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,023 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COST  t  L^OnC.  ■pzts-L 

Phelps 

63 

9P0545 

4/2007 

Add  climbing/passing  lanes  and  resurface  from  Rte.  CC 
in  Rolla  to  3.6  miles  south  of  Little  Piney  River. 

$6,238 

$7,028 

12.66% 

Completion 

3/19/2009 

PE 
CE: 

$205 
$343 

$68 
$215 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due 
to  conditions  deteriorating  faster  than  expected, 
additional  requirements  after  estimates  were 
established,  and  change  orders. 

CN:  $5,190 
RWInc:  $50 
RW:  $450 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$6, 745 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $6,004 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Phelps 

63 

9P0598 

6/2007 

Construct  a  5  3/4"  asphalt  overlay  from  3.1  miles  north 
of  Edgar  Springs  to  County  Road  6330. 

$6,060 

$4,730 

-21.95% 

Completion 

4/6/2009 

PE  $50 
CE :  $386 

$15 
$232 

$  Difference 

£      1 33ft 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components. 

CN:  $5,624 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$4,483 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  <£*1  nQn 

Pulaski 

44 

51 2153R 

4/2008 

On  call  asphalt  patching  contract  from  Laclede/Pulaski 
line  to  Route  63  in  Phelps  County. 

$369 

$738 

100.00% 

Completion 

6/5/2009 

PE  $0 
CE :  $24 

$0 
$38 

$  Difference 

<t  ICQ 
q>  30:7 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
this  being  an  on-call  repair  project.  The  need  for 
repairs  was  higher  than  estimated. 

CN:  $345 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$700 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Reynolds 

34 

9L0700L 

12/2007 

Thin  pavement  treatment  and  construct  shoulders  from 
Rte.  21  to  County  Road  582. 

$1,935 

$2,284 

18.04% 

Completion 

3/19/2009 

PE  $60 
CE :  $120 

$19 
$108 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
unexpected  change  orders. 

CN:             $1, 755 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,156 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,811 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Shannon 


106 


9P2157 


Completion 

9/5/2008 


4/2008 


Reason(s): 


Replace  road  bed  approximately  0.33  miles  west  of 
Rte.  106  intersection. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
no  historical  data  for  estimating  and  lower  than 
expected  inspection  costs.  This  was  an  emergency 
contract  due  to  slope  failure. 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$299 

$5 
$19 
$275 
$0 


$0 
$0 
$0 


$254 

$5 
$3 
$246 

$o 
$o 

$0 
$0 
$0 
$0 


-15.05% 


$  Difference 
$  -45 


CN  Award 

Cost  +  Cont.  $246 


Various 


60 


9P0600 


Completion 

5/20/2009 


3/2008 


Reason(s): 


Diamond  grind  and  construct  paved  shoulders  from 
Wright  County  line  to  Rte.  63  north. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  asphalt  cement  price 
adjustments  during  construction. 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$3,590 

$100 
$224 
$3,266 
$0 
$0 


$0 
$0 


$4,328 

$12 
$91 
$4,225 

$o 
$o 

$0 
$0 
$0 
$0 


20.56% 


$  Difference 
$  738 


CN  Award 

Cost  +  Cont.  $3,213 


Various 


Various 


4P2236J 


Completion 

11/19/2008 


5/2008 


Reason(s): 


Striping  at  various  locations  in  District  9. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
lower  than  expected  engineering  costs  and  due  to 
recent  changes  in  market  prices  for  project 
components. 


$185 

PE 

$5 

CE: 

$12 

CN: 

$168 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract 

$0 

Other: 

Budget  Transfer: 


$162 

$0 
$10 
$153 

$o 
$o 

$0 
$0 
$0 
$0 


-12.43% 

$  Difference 
$  -23 


CN  Award 

Cost  +  Cont.  $150 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Butler 

67 

0P0918A 

2/2006 

Build  bridge  over  Black  River  and  bridge  over  Union 
Pacific  Railroad. 

$4,579 

$3,778 

-17.49% 

PE 

$294 

$0 

$  Difference 

Completion 

11/5/2008 

CE: 

$272 

$344 

q>  -oui 

Reason(s): 

Thp  f^nct  actimcitp  HpwiatoH  frr\m  thp  ar^tiicil  met  Hi  ip 
1  1  1  c  UUbl  obi  II  1  IdLc  UtrV la LfcrU  MUNI  tile  aULUctl  UUoL  UUfcr 

unexpected  change  orders,  lower  than  expected 
design  cost  and  reorganization  of  overall  0P0918  job 
into  a  separate  bridge  project  which  improved 
competition  among  contractors. 

CN:  $3,958 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $55 
Other: 

Budget  Transfer: 

$3,433 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  fi'-in 
cost  -r  (~onu.  J>-3,  VJU 

Butler 

67 

0P0925 

3/2007 

RpciirfQr'p  with  *3  "^IA"  JiQnhjilt  frnm  ("1  ^  milp  Qoiith  of 
ncoui  idi/C  vvilii  o  o/h   dofjiiciii  iiuiii  u.o  imiic  ouuui  ui 

Rte.  1 60  to  the  Arkansas  State  Line. 

$4,073 

$3,060 

-24.87% 

PE 

$85 

$41 

$  Difference 

Completion 

9/5/2008 

CE: 

$256 

$149 

3>  -JLUJLJ 

Reason(s): 

1  lie  OUol  cblllllaLc  UcvlalcU  IIUNI  Ulfci  aOLUal  UUol  UUfcr  IU 

recent  changes  in  market  prices  for  project 
components. 

CN: 

RWInc: 

RW: 

Utilities 

$3,  732 
$0 
$0 
$0 

$2,870 

$o 
$o 

$0 

CN  Award 

COST  t  L^OilL.  ~P~>,  uu/ 

NonContract  $0 

$0 

Other- 

$0 

Budget  Transfer: 

$0 

Cape  Girardeau 

34 

0U0598B 

4/2006 

Widen  and  resurface  existing  route,  signals,  curb,  gutter 
and  part  storm  sewer  2.2  miles  to  1 .0  mile  west  of  Rte. 
25. 

$8,351 

$12,161 

45.62% 

PE 

$364 

$477 

$  Difference 

Completion 

7/21/2008 

CE: 

$354 

$853 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components.  Asphalt  prices  bid  were  higher  than 
expected  due  to  increases  in  oil  prices  and  low 
production  requirements  based  on  construction  staging. 

CN:  $5,205 
RWInc:  $112 
RW:  $2,316 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$7,994 
$284 
$2,434 

$119 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $8,147 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Cape  Girardeau 


74 


0P0873 


Completion 

8/11/2008 


12/2002 


Reason(s): 


Paved  entrance  for  the  southward  extension  of  Mount 
Auburn  Rd.  and  Rte.  74.  Let  by  District  10. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$41 

$0 
$0 
$41 
$0 

$0 

$0 
$0 


$41 

$0 

$o 

$41 

$o 
$o 

$0 
$0 
$0 
$0 


0.00% 


$  Difference 
$  0 


CN  Award 

Cost  +  Cont.  $41 


Dunklin 


412 


0P0570 


Completion 

5/6/2009 


12/2005 


Reason(s): 


Grading  and  paving  to  add  lanes  for  a  4-lane  divided 
highway  from  0.4  mile  west  of  Rte.  Z  to  Pemiscot 
County  line. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
due  to  additional  requirements  after  estimates  were 
established  and  recent  changes  in  market  prices  for 
project  components. 


$6,814 

$530 
$400 
$5,883 
$0 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$0 
$o 
$i 


$9,033 

$477 
$488 
$8,067 

$o 
$o 

$0 
$0 
$1 
$0 


32.57% 


$  Difference 
$  2219 


CN  Award 

Cost  +  Cont.  $7,977 


Dunklin 


412 


0P0936 


Completion 

8/6/2008 


3/2006 


Reason(s): 


Thin  lift  resurface  1  3/4"  asphalt,  additional  thickness  in 
other  locations  where  milling  is  necessary  to  remove 
rutting.  Rte.  84  at  intersection  with  Rte.  E,  Rte.  412  from 
Rte.  84  to  Rte.  25,  Rte.  25  at  intersection  with  Rte.  E. 
Kennet  Urban. 


The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$578 

$5 
$37 
$536 
$0 


$0 
$0 
$0 


$618 

$3 
$37 
$578 

$o 
$o 

$0 
$0 
$0 
$0 


6.92% 

$  Difference 
$  40 


CN  Award 

Cost  +  Cont.  $595 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Mississippi 

57 

0D0500B 

4/2005 

Paving,  diamond  grinding,  and  shoulders  from  Illinois 
state  line  to  0.283  mile  west  of  1-55.  Let  in  combination 
with  010909. 

$6,827 

$6,789 

-0.56% 

PE  $150 

$0 

$  Difference 

Completion 

9/18/2008 

CE :  $425 

$395 

q>  jo 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $6,251 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $1 
Other: 

Budget  Transfer: 

$6,394 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-        77  7 

Mississippi 

57 

01 0822 

6/2004 

Finger  joint  reconstruction  and  bridge  deck  overlay  on 
Mississippi  River  Bridge  at  Cairo  II.  Involves  bridge  A- 
2000.  Cost  represents  MoDOT's  50%  share  of  project. 
Let  by  Illinois. 

$1,163 

$1,222 

5.07% 

Completion 

8/11/2008 

PE  $0 
CE :  $0 

$0 
io 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $1,163 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,222 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

cost  T-  co/vr.  -p-t-f  -L 

Mississippi 

57 

01 0909 

4/2005 

Reconstruct  a  section  of  northbound  lanes  of  interstate 
using  precast  concrete  pavement  0.3  mile  west  of  Rte. 
105  to  Rte.  105.  50%  of  project  funded  from  FHWA 
Research  Funds.  Let  in  combination  with  0D0500B. 

$915 

$1,826 

99.56% 

Completion 

9/18/2008 

PE  $60 
CE :  $55 

$11 
$113 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
no  historical  data  for  estimating.  This  was  a  first  of  its 
kind  project  in  Missouri  to  test  the  feasibility  of  casting 
pavement  off  site  and  placing  pavement  sections  in  an 
expedited  manner. 

CN:  $800 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$1,703 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $1,646 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Mississippi 


77,  80, 
102 


0P0937 


Completion 

9/18/2008 


6/2007 


Reason(s): 


Grading,  paving  and  bridge  0.2  mi  N  of  Rte.  80,  6.2  mi  S 
of  Rte.  80,  1 .2  mi  S  of  Rte.  YY,  2.9  mi  N  of  Rte.  YY,  0.5 
mi  W  of  Rte.  77.  Bridges  T0542,  T0543,  T0544,  T0545, 
F0788.  Determine  solutions  for  Bridge  Railing  issues. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
higher  than  expected  engineering  costs. 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$48 

$2 
$3 
$43 
$0 
$0 
$0 
$0 


$73 

$29 
$11 
$33 

$o 
$o 

$0 
$0 
$0 
$0 


52.08% 


$  Difference 
$  25 


CN  Award 

Cost  +  Cont.  $35 


New  Madrid 


55 


012156 


Completion 

3/19/2009 


6/2008 


Reason(s): 


Pavement  rehabilitation  from  0.5  mile  N/O  Rte.  80  at  St. 
Johns  Bayo  to  Rte.  80. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
tight  timelines  for  completion,  and  relatively  small 
quantities  of  work. 


$643 

PE 

$2 

CE: 

$41 

CN: 

$600 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

NonContract  $0 

Other- 

Budget  Transfer: 

$3,716 

PE 

$10 

CE: 

$238 

CN: 

$3,468 

RWlnc: 

$0 

RW: 

$0 

Utilities 

$0 

$752 

$3 
$31 
$718 

$o 
$o 

$0 
$0 
$0 


16.95% 


$  Difference 
$  109 


CN  Award 

Cost  +  Cont.  $750 


New  Madrid 


60 


0P0974 


Completion 

11/19/2008 


6/2007 


Reason(s): 


Diamond  grind  existing  pavement.  East  bound  lane  in 
New  Madrid  County  from  Rte.  1-57  to  Stoddard  County 
line.  West  bound  lane  in  Butler  County  from  Rte.  T  to 
Rte.  67. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors.  Unit  bid  prices  for 
grinding  the  existing  pavement  were  lower  than 
expected. 


NonContract 
Other: 

Budget  Transfer. 


$o 


$2,504 

$0 
$139 
$2,366 

$o 
$o 

$0 
$0 
$0 
$0 


-32.62% 

$  Difference 
$  -1212 


CN  Award 

Cost  +  Cont.  $2,548 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

New  Madrid 

u 

0S0885 

8/2007 

Paving  and  construct  additional  entrance  and  drainage 
structure  over  a  ditch  in  the  city  of  Lilbourn  at  a  site  on 
the  north  side  of  Rte.  U. 

$261 

$321 

22.99% 

Completion 

11/19/2008 

PE  $21 
CE :  $15 

$0 
$34 

$  Difference 
<c  tin 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established  and  higher  than  expected  inspection 
costs.  Railroad  crossing  work  was  included  that  had 
not  originally  been  planned. 

CN:  $225 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$287 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>itnf-  GyftA 
cost  -r  (~onu.  j>^ot 

Pemiscot 

155 

01 0975 

6/2007 

Diamond  grind  existing  lanes  and  rehabilitate  shoulders. 
Rte.  1-55  to  Tennessee  State  line. 

$2,317 

$2,554 

10.23% 

Completion 

11/19/2008 

PE  $25 
CE :  $147 

$0 
$135 

$  Difference 

3>  £3/ 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established.  More  shoulder  work  was  required  than 
originally  thought. 

CN:  $2,145 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,419 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

cost  -j-  L^oriL.  ~p-<-'  -j 

Perry 

55 

012153 

3/2008 

Pavement  rehabilitation  of  north  bound  lane,  1-55,  from 
Biehle  to  Perryville.  Route  1-55,  NBL,  Biehle  to 
Perryville. 

$3,339 

$3,524 

5.54% 

Completion 

4/6/2009 

PE  $10 
CE :  $214 

$0 
$152 

$  Difference 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $3,115 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$3,372 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $3,271 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 

Route 

Job 
Number 

Award 
Date 

Description  of  Improvement  /  Location 

Estimate 

Cost  to 
Complete 

Percent 
Difference 

Scott 

55 

Ol  0950 

10/2006 

Install  lighting  at  various  interchanges  along  1-55  on 
Rtes.  62,  P,  80  and  1-57.  $413,000  from  Central  Office 
Traffic  Division. 

$882 

$746 

-15.42% 

Completion 

10/6/2008 

PE  $10 
CE :  $56 

$12 
$103 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed. 
Design  of  traffic  lighting  layout  and  acquisition  of 
power  supply  led  to  lower  than  expected  project  cost. 

CN:  $816 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$631 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

r>icf-  -l.  r>it~rt-  Gr^lR 
cost  -r  (~onu.  J>cwo 

Scott 

55 

01 0985 

4/2008 

Interchange  lighting  at  Rte.  K  in  Scott  City  to  Rte.  74  in 
Cape  Girardeau. 

$332 

$660 

98.80% 

Completion 

5/6/2009 

PE  $10 
CE :  $21 

$0 
$45 

$  Difference 

Reason(s): 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  requirements  after  estimates  were 
established.  Additional  work  was  paid  for  by  the  cities 
of  Hayti  and  Dexter. 

CN:  $301 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$615 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

COST  T  L^OllL.     ~p"-L  O 

Scott 

57 

01 0660 

11/2005 

Replace  twin  bridge  A0233  over  North  Cut  Ditch  0.5 
mile  east  of  I-55. 

$2,909 

$2,699 

-7.22% 

Completion 

10/6/2008 

PE  $415 
CE :  $160 

$156 
$192 

$  Difference 

£        "51  ft 

Reason(s): 

The  project  cost  to  complete  was  within  +/- 10  percent 
of  the  estimate. 

CN:  $2,334 
RWInc:  $0 
RW:  $0 
Utilities  $0 
NonContract  $0 
Other: 

Budget  Transfer: 

$2,351 

$o 
$o 

$0 
$0 
$0 
$0 

CN  Award 

Cost  +  Cont.  $2,426 

9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 


Page  135 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Scott 


61 


0P0961 


Completion 

9/18/2008 


3/2007 


Reason(s): 


Mill  and  resurface  pavement  and  shoulders  with  1  3/4 
inches  of  asphalt  1 .5  miles  south  of  Rtes.  HH  and  ZZ  to 
Rte.  60  interchange. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
recent  changes  in  market  prices  for  project 
components,  lower  than  expected  engineering  costs 
and  due  to  the  contractor  covering  the  cost  of  asphalt 
segregation. 


$1,410 

$30 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$1,291 
$0 
$0 
$o 
$o 


$1,200 

$4 
$71 

$1,124 

$o 
$o 

$0 
$0 
$0 
$0 


-14.89% 


$  Difference 
$  -210 


CN  Award 

Cost  +  Cont.  $1,243 


Scott 


W 


0S2163 


Completion 

1/22/2009 


7/2008 


Reason(s): 


Replace  bridge  P099  over  ditch  35,  1 .8  miles  east  of 
Rte.  P.  Project  to  replace  flood  damaged  bridge. 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
practical  design  after  the  project  was  programmed.  A 
bridge  type  was  used  that  decreased  construction  time 
for  the  contractor  as  well  as  road  closure  time. 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$432 

$40 
$25 
$367 
$0 


$0 
$0 
$0 


$284 

$20 
$29 
$235 

$o 
$o 

$0 
$0 
$0 
$0 


-34.26% 


$  Difference 
$  -148 


CN  Award 

Cost  +  Cont.  $240 


Various 


Various 


0Q2151 


Completion 

4/6/2009 


4/2008 


Reason(s): 


Installation  of  dynamic  message  signs  at  various 
locations  statewide  on  1-55,  1-57  and  1-155.  Funded  by 
Central  Office  Traffic  Division  ($1.6  million)  and  an 
Amber  Alert  grant  ($400,000). 


The  cost  estimate  deviated  from  the  actual  cost  due  to 
additional  guard  rail  items  needed  for  safety  of 
motorists  and  higher  than  expected  inspection  costs. 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$284 

$10 
$18 
$256 
$0 


$0 
$0 
$0 


$332 

$9 
$41 
$281 

$o 
$o 

$0 
$0 
$0 
$0 


16.90% 

$  Difference 
$  48 


CN  Award 

Cost  +  Cont.  $222 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


County 


Route 


Job 
Number 


Award 
Date 


Description  of  Improvement  /  Location 


Estimate 


Cost  to 
Complete 


Percent 
Difference 


Various 


Various 


1D0693B 


Completion 

5/6/2009 


3/2006 


Reason(s): 


Replacement  of  nonstandard  guardrail  end  sections  with 
crashworthy  end  sections  on  various  smooth  road 
initiative  routes  throughout  districts  3  and  10.  District  3 
allocation  is  $245,000  and  District  10  allocation  is 
$2,595,000. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
very  tight  time  constraints.  The  work  in  this  project  was 
part  of  the  smooth  roads  initiative. 


$3,741 

$100 
$234 
$3,407 
$0 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$o 
$o 
$o 


$4,136 

$0 
$176 
$3,960 

$o 
$o 

$0 
$0 
$0 
$0 


10.56% 


$  Difference 
$  395 


CN  Award 

Cost  +  Cont.  $4,048 


Wayne 


67 


0P0930D 


Completion 

9/18/2008 


10/2006 


Reason(s): 


Demolish  structures  and  clear  parcels  to  prepare  for 
utility  relocation  and  roadway  construction  from  2  miles 
south  of  Rte.  F  in  Wayne  County  to  Rte.  O  in  Butler 
County.  Section  B  -  Project  made  possible  through  a 
local  tax  initiative. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
competition  among  contractors. 


PE 

CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer: 


$1,247 

$85 
$75 
$1,087 
$0 
$0 


$0 
$0 


$873 

$0 
$139 

$733 

$o 
$o 

$0 
$0 
$0 


-29.99% 


$  Difference 
$  -374 


CN  Award 

Cost  +  Cont.  $713 


Wayne 


67 


0P0931C 


Completion 

11/5/2008 


10/2006 


Reason(s): 


Demolish  structures  and  clear  trees  to  prepare  for  utility 
relocations  and  roadway  construction  0.1  mile  north  of 
Frazier  Creek  to  1 .6  miles  south  of  Rte.  F.  Split  out  from 
0P0931  to  accelerate  structure  demolition  and  tree 
clearing. 

The  cost  estimate  deviated  from  the  actual  cost  due  to 
performing  projects  in  combination  (demolition  costs 
were  charged  to  project  0P0931). 


$1,905 

$10 
$122 
$1,  773 
$0 


PE 
CE: 
CN: 

RWlnc: 
RW: 
Utilities 
NonContract 
Other: 

Budget  Transfer. 


$0 
$o 
$0 


$80 

$0 
$10 
$68 

$o 
$o 

$0 
$2 
$0 
$0 


-95.80% 

$  Difference 
$  -1825 


CN  Award 

Cost  +  Cont.  $233 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  SFY  2009 

RSMo.21 .795.3.(6) 


(Dollars  in  Thousands) 


Job 

Award 

Cost  to 

Percent 

County 

Route 

Number 

Date 

Description  of  Improvement  /  Location 

Estimate 

Complete 

Difference 

Number  of  Projects  Complete  SFY  2009: 

411 

Total  for  Projects  Completed  in  SFY  2009 

$1,588,013 

$1,592,980 

0.31% 

$  Difference 
$  4,967 


*  Projects  completed  prior  to  SFY  2009  but  has  not  been  reported  as  completed  projects. 

Estimate:  The  sum  of  preliminary  engineering,  construction  estimate,  construction  engineering,  construction  contingencies,  right  of  way  incidentals,  right  of  way  acquired,  utilities  and 
noncontractual  costs.  This  is  from  the  EST  TOT  field  in  the  [TMS_STIP_ALLJOBS_CURR].dbf. 

Cost  to  Complete:  The  ACTUAL  cost  spent  on  a  project  consisting  of  the  construction,  construction  engineering,  preliminary  engineering  (internal  and  external),  right  of  way  incidentals,  utilities  and 
noncontractuals.  This  is  from  the  TOTAL  field  in  the  TMS_PRJ_ACTL_COST_TOT_Vw.dbf  file. 

CN  Award  Cost:  This  is  the  construction  award  cost  (contractor's  bid)  that  was  approved  by  the  Commission  plus  3%. 

PE:  Preliminary  Engineering  (PRE_ENG) 

CN  Inc:  Construction  Estimated  Incidentals:  [TMS_STIP_ALLJOBS_CURR]![CN_ENG];  RW  Inc:  Right  of  Way  Incidentals:  [TMS_STIP_ALLJOBS_CURR]![RW_INC] 
RW:  Right  of  way  aquisition  (RW_ACQ) 

CN:  Estimated  Const  ( [TMS_STIP_ALLJOBS_CURR]![CN_EST])+nz(  [TMS_STIP_ALLJOBS_CURR]![CN_CONTIG]) 
Utilities:  =llf([SFY]>2002,[[TMS_STIP_ALLJOBS_CURR]. [UTILITIES],") 
NonContractuals:  =llf([SFY]>2002,[  [TMS_STIP_ALLJOBS_CURR].[Noncontrac],0) 

Note:  This  total  has  been  reconciled  to  the  financial  statements  prepared  in  conformity  with  accounting  principles  generallly  accepted  in  the  United  States  of  America.  These  financial  statements 
have  been  audited  by  BKD. 


T:Planning\otpm\Reports\Accountability\2009\Prog  Est  Comp  to  Costs  of  Proj  Comp  SFY  2009.mdb;  Query:  Completed  Projects  SFY  2009 
Report:  Rpt  completed  SFY  2009;  Tables:  Final  2009  Completed  Projects  (parent);  Reasons  T:\planning\stap\data\reasons.dbf 


9/29/2009  MODOT 
Note:  Estimates  include  actual  right  of  way  spent  for  jobs  without  programmed  right  of  way. 
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Program  Estimates  Compared  to  Costs 
Of  Projects  Completed  in  2009 


For  other  modes  of  transportation,  the  estimate  for  capital  projects  in  progress  completed  in  state 
fiscal  year  2009  equaled  $24,165,033.  The  actual  cost  to  complete  these  projects  is  $23,302,161 
which  is  a  savings  of  $862,872  or  4  percent  less  than  the  project  estimate.  These  numbers  do  not 
include  operating  assistance  for  the  other  modes,  such  as  Amtrak,  OATS,  Missouri  Elderly  and 
Handicapped  Transportation  Assistance  Program  and  traffic  control  tower  operating  assistance. 


Program  Estimates  Compared  to  Costs  of  Projects  Completed  in  SFY  2009 

RSMo  21 .795.25(6) 


COUNTY 

DOT# 

Project  No. 

Award 
Year 

Project  Description 

STIP  Estimate 

Cost  to  Complete 

Percentage 
Difference 

Clark 

005  01 1E 

RRP-000S(218) 

2006 

New  lights  and  gates  installation 
Reason:  Crossing  improved  at  the  same  time  as  an 
adiacent  crossina  lowerina  costs 

140,000.00 

100,541.10 

-28% 

Clark 

005  01 3T 

RRP-000S(218) 

2006 

New  lights  and  gates  installation 

140,000.00 

151,602.99 

8% 

Scotland 

005  045Y 

RRP-000S  (231) 

2008 

New  lights  and  gates  installation 
Reason:  Crossing  improved  at  the  same  time  as  an 
adiacent  crossing  lowering  costs 

200,000.00 

125,823.92 

-37% 

Scotland 

005  047M 

RRP-000S-234 

2008 

Upgrade  lights  from  incandescent  to  LED 
Reason:  Crossing  improved  at  the  same  time  as  an 
adiacent  crossina  lowerina  costs 

25,000.00 

17,920.72 

-28% 

Knox 

005  057T 

RRP-000S(215) 

2007 

Upgrade  lights  from  incandescent  to  LED 
Reason:  Actual  construction  costs  were  higher 

8,000.00 

13,436.38 

68% 

Knox 

005  063W 

RRP-000S(215) 

2007 

Upgrade  lights  from  incandescent  to  LED 
Reason:  Actual  construction  costs  were  lower 

8,000.00 

6,120.19 

-23% 

Knox 

005  066S 

RRP-000S(215) 

2007 

Upgrade  lights  from  incandescent  to  LED 
Reason:  Actual  construction  costs  were  higher 

8,000.00 

13,313.58 

66% 

Knox 

005  068F 

RRP-000S  (231) 

2008 

New  lights  and  gates  installation 

200,000.00 

212,552.74 

6% 

Macon 

005  101  D 

RRP-000S(228) 

2007 

Upgrade  lights  from  incandescent  to  LED 
Reason:  Actual  construction  costs  were  lower 

12,000.00 

7,707.76 

-36% 

Macon 

005 113X 

RRP-000S(228) 

2007 

New  lights  and  gates  installation 
Reason:  Crossing  improved  at  the  same  time  as  an 

arliaront  rrnccinn  IruA/orinn  rr\ctc 

160,000.00 

133,904.50 

-16% 

Macon 

005 114E 

RRP-000S(228) 

2007 

New  lights  and  gates  installation 
Reason:  The  original  cost  estimate  recorded  in  the  STIP 
was  based  on  early  assumptions  of  the  railroad  cost  to 
build  the  improvements.  However,  the  project  proved  to 
be  more  complex  than  originally  conceived  and  thus  the 
mst  to  mmnlfitfi  was  hinher 

160,000.00 

361,030.14 

126% 

Macon 

005 115L 

RRP-000S(228) 

2007 

Upgrade  lights  from  incandescent  to  LED 
Reason:  Actual  construction  costs  were  lower 

12,000.00 

9,160.82 

-24% 

Linn 

005 127F 

RRP-000S(228) 

2007 

Upgrade  lights  from  incandescent  to  LED 
Reason:  Actual  construction  costs  were  lower 

12,000.00 

6,146.46 

-49% 

Linn 

005  128M 

RRP-000S(228) 

2007 

New  gate  mechanisms  and  upgrade  lights  from 
incandescent  to  LED 
Reason:  Actual  construction  costs  were  lower 

160,000.00 

43,543.05 

-73% 

Linn 

005  130N 

RRP-000S(228) 

2007 

Upgrade  lights  from  incandescent  to  LED 
Reason:  Actual  construction  costs  were  lower 

12,000.00 

5,916.05 

-51% 

Linn 

005  132C 

RRP-000S(228) 

2007 

Upgrade  lights  from  incandescent  to  LED 
Reason:  Actual  construction  costs  were  lower 

12,000.00 

5,727.75 

-52% 

Linn 

005  133J 

RRP-000S(213) 

2007 

Remove  sight  distance  obstruction  and  install 
permanent  stop  signs 
Reason:  Actual  construction  costs  were  lower 

65,000.00 

57,492.50 

-12% 

MoDOT 
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Program  Estimates  Compared  to  Costs  of  Projects  Completed  in  SFY  2009 

RSMo  21 .795.25(6) 


COUNTY 

DOT# 

Project  No. 

Award 
Year 

Project  Description 

STIP  Estimate 

Cost  to  Complete 

Percentage 
Difference 

Linn 

005 136E 

RRP-000S(213) 

2007 

New  lights  and  gates  installation 
Reason:  The  estimate  deviated  from  the  actual  cost  due 
to  the  STIP  estimate  was  established  in  an  earlier  period 
and  not  UDdated  to  reflect  most  recent  costs. 

115,200.00 

227,133.66 

97% 

Linn 

005  138T 

RRP-000S(213) 

2006 

New  lights  and  gates  installation 
Reason:  Crossing  improved  at  the  same  time  as  an 
adiacent  crossing  lowering  costs 

144,000.00 

101,315.98 

-30% 

Ray 

005  326H 

RRP-000S(214) 

2008 

Install  permanent  yield  signs 

Roacnn  ■    Afti  i  o  1  rnnctri  i  cY\c\  n  pnctc  \n/oro  hinhor 
ncdbUil.   /AL.LUctl  L.U1I0L1UL.UU1I  L.U0L0  Wcic  illyilci 

663.00 

1,517.28 

129% 

Ray 

005  337V 

RRP-000S(198) 

2007 

New  lights  and  gates  installation 

ncdbUll.   MClUdl  CUIlbllUCllUll  CUolo  Wclc  lUWcl 

200,000.00 

145,555.81 

-27% 

A  nHrou/ 
Ml  lui  c  W 

D7n  1A7R 

□pp  nnn^c^ni 

nnr  UUUO^tU) 

Mo\a/  linhtc  and  natoc  inctallatinn 

INcVV  MLjllLo  al  IU  LjdLco  II  loLdlldLIUI  1 

Reason:  Actual  construction  costs  were  lower 

?nn  nnn  nn 

*lUU,UUU.UU 

1  <V3  1  PR  R1 
I  JO,  I  tLO.O  I 

tLO  /O 

Shelby 

072  71 8P 

RRP-000S(213) 

2006 

New  lights  and  gates  installation 
Reason:  Actual  construction  costs  were  lower 

160,000.00 

128,946.93 

-19% 

Lincoln 

072  863  N 

RRP-000S(218) 

2007 

New  lights  and  gates  installation 

200,000.00 

214,379.50 

7% 

Lincoln 

072  877W 

RRP-000S(218) 

2007 

New  lights  and  gates  installation 
Reason:  Crossing  improved  at  the  same  time  as  an 
adiacent  crossinq  lowerinq  costs 

200,000.00 

1 10,326.80 

-45% 

A  toh  icon 

CC7A  ARRC 

rrp  nnnQ^^ni 

Mo\a/  linhtc  and  natoc  inctallatinn 

INcVV  liyilLo  al  IU  LJdLco  II  loLdlldLIUI  1 

Reason:  Actual  construction  costs  were  lower 

1  fin  nnn  nn 

119  9^  1 1 

I    I  L,LJJ.  I  I 

OU  /o 

Macon 

078  254H 

RRP-000S(218) 

2007 

New  lights  and  gates  installation 
Reason:  Actual  construction  costs  were  lower 

160,000.00 

117,781.55 

-26% 

Johnson 

442  007T 

RRP-000S(207) 

2007 

New  lights  and  gates  installation 

144,000.00 

138,522.61 

-4% 

Johnson 

442  027E 

RRP-000S(207) 

2007 

New  lights  and  gates  installation 
Reason:  The  estimate  deviated  from  the  actual  cost  due 
to  the  STIP  estimate  was  established  in  an  earlier  period 
and  not  updated  to  reflect  most  recent  costs. 

144,000.00 

201,232.02 

40% 

Johnson 

442  029T 

RRP-000S(211) 

2007 

New  lights  and  gates  installation 
Reason:  Crossing  improved  at  the  same  time  as  an 
adiacent  crossinq  lowerinq  costs 

144,000.00 

128,238.04 

-11% 

Johnson 

442  030  M 

RRP-000S(211) 

2007 

New  lights  and  gates  installation 
Reason:  Crossing  improved  at  the  same  time  as  an 
adiacent  crossing  lowering  costs 

144,000.00 

101,706.14 

-29% 

Johnson 

442  032B 

RRP-000S(211) 

2007 

New  lights  and  gates  installation 
Reason:  Crossing  improved  at  the  same  time  as  an 
adiacent  crossinq  lowerinq  costs 

144,000.00 

93,485.61 

-35% 

l\yinn ito a 1 1 

RRP.nnnc^pni 

2007 

<—\J\J  1 

Mpw  linhtc  anH  natpc,  in^tsllstinn 

INIGVV   IILjIILO  dl  IU  UCILCO  1 1  1 O  Ldl  1  d  LI  U 1  1 

Reason:  Actual  construction  costs  were  lower 

1 80  000  00 

81  5R5  1 1 

U  1  ,JUJ.  1  1 

\J\J  /o 

Jackson 

442  275  D 

RRP-000S(217) 

2008 

New  lights  and  gates  installation 
Reason:  Actual  construction  costs  were  lower 

144,000.00 

125,870.80 

-13% 

Cole 

442  529  R 

RRP-000S  (242) 

2008 

Install  permanent  stop  signs 

2,000.00 

1,870.03 

-6% 

MoDOT 
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COUNTY 

DOT# 

Project  No. 

Award 
Year 

Project  Description 

STIP  Estimate 

Cost  to  Complete 

Percentage 
Difference 

Fro  nUin 
rial  I  Mil  I 

AAO  7RfiW 

nnr  UUUO^t  1  / ) 

I  InnraHo  linhtc  fro m  inranHocpont  tn  I  Fn 
uuyidut:  nyiiio  iiuiii  n iudi iucoUct ii  iu  i_r_L/ 

Reason:  Actual  construction  costs  were  lower 

k  nnn  nn 

D,UUU.UU 

°.  KRO  QQ 

oy  /o 

Bates 

443  043S 

RRP-000S(171) 

2007 

New  lights  and  gates  installation 

160,000.00 

162,586.23 

2% 

Bates 

443  046  M 

RRP-000S(171) 

2007 

hi                         I'll                                   1                      I  III!1 

New  lights  and  gates  installation 
Reason:  Actual  construction  costs  were  higher 

160,000.00 

178,368.72 

11% 

Bates 

443  047U 

RRP-000S(171) 

2007 

New  lights  and  gates  installation 
Reason:  Crossing  improved  at  the  same  time  as  an 
adiacent  crossina  lowerina  costs 

165,000.00 

126,257.99 

-23% 

DcU@o 

/mo  nziQi-i 

rrp  nnnQM  71 1 

nnr-UUUo^  1  /  \  ) 

Mo\a/  linhtc  anH  natoc  inctallatinn 

INcW  liyilLo  dl  IU  yd  Leo  II  loLd.lld.LIUI  1 

1  rc\  nnn  nn 
I  ou,uuu.uu 

1  A7  Q1  n  R£> 

i  h-i  ,y  i  u.oo 

1  O/ 

I  /o 

Of    I  ni  lie 
Ol.  LOUIS 

'toU  OUUL 

nnr-UUUo^  1  0) 

tLVV  1 

Mo\a/  linhtc  anH  natoc  inctallatinn 

INcW  HUjlllo  dl  IU  ydLUo  II  loLdlldLIUI  1 

Reason:  Actual  construction  costs  were  lower 

onn  nnn  nn 

»iUU,UUU.UU 

9Q°/ 

-iiy  /o 

ft  A  n  n  ro  q 
IVIUNlUc 

ARH  K^QP 

rrp  nnnQ^i ri 

0C\C\~7 

Mo\a/  linhtc  anH  natoc  inctallatinn 

INcW  liyilLo  dl  IU  ydLUo  II  loLdlldLIUI  1 
ncdbUn.   MCLUdl  CUNbiruCLlUN  CUblb  Wcic  lllyller 

no  ven  nn 

1 97  ^Rn  71 

^R°/ 
OO  /o 



D00D6 

ARH  7RQ\4 

°nna 

Mo\a/  linhtc  anH  natoc  inctallatinn 

INcW  liyilLo  dl  IU  ydLUo  II  loLdlldLIUI  1 

1  on  nnn  nn 

I  »cU,UUU.UU 

119  nR7  R^ 
I  l»i,UO/.00 

7°/ 
1/0 

Boons 

/ion  7RQA 

rrp  nnnc;  007 

9nna 

Olnci  11*0 
UlUoUl  U 

Reason:  Actual  construction  costs  were  higher 

c  nnn  nn 

c  pnn  nn 

1  R°/ 
I  0  /o 

Pa  rrnll 
L/aiiOII 

/ipo  7QQP 

'too  /yyo 

°nnR 

iiUUO 

Mo\a/  linhtc  anH  natoc  inctallatinn 

INcW  liyilLo  dl  IU  ydLUo  II  loLdlldLIUI  1 

i  oy  ,ouu.uu 

1  r^  9m  Qn 

/o 

St.  Louis 

663  842  D 

RRP-000S(212) 

2007 

New  lights  and  gates  installation 

160,000.00 

158,500.86 

-1% 

or  eerie 

CCA  1  QQ  I  I 

DDH-  i  you 

°nn7 

KIo\a/  linhtc  anH  natoc  inctallatinn 

INcW  liyilLo  dl  IU  ydLUo  II  loLdlldLIUI  1 

onn  nnn  nn 

iiUU,UUU.UU 

1  Q1  i^AI  71 
\  y  1 ,0^-0.  / 0 

A°/ 
/o 

Franklin 

664  378S 

RRP-000S(239) 

2008 

New  lights  and  gates  installation 

PoQcnn  ■    Ar*ti  1 0 1  rnnctri  ir,tir\n  rr\ctc  iA/ara  IruA/or 
ncdbUn.   MCLUdl  CUNbirUCUUN  CUblb  Wclc  lUWcl 

200,000.00 

110,325.55 

-45% 

Crawford 

664  415S 

RRP-000S(239) 

2008 

New  lights  and  gates  installation 

PoQcnn  ■    Ar*ti  1 0 1  rnnctri  ir,tir\n  rr\ctc  iA/ara  IruA/or 
ncdbUll.   MCLUdl  CUNbirUCLlUN  CUblb  Wclc  lUWcl 

200,000.00 

87,785.44 

-56% 

Greene 

667  609H 

RRP-000S(205) 

2007 

New  lights  and  gates  installation 

ncdbUll.   MCLUdl  CUIIbirUCLIUII  CUblb  Were  [Hyllcl 

116,770.00 

137,257.12 

18% 

y r\  Ann 

or  eerie 

RR7  R1  7A 
DD  /  D  I  /  n 

Mo\a/  linhtc  anH  natoc  inctallatinn 
INCW  liyilLo  dl  IU  ydLUo  II  loLdlldLIUI  1 

Reason:  Actual  construction  costs  were  lower 

onn  nnn  nn 

»cUU,UUU.UU 

1  ^1  ^Qn  R7 

OA°/ 

-cs*  /o 

noweii 

RR7  BAAP 
00/  OH-H-r 

rrp  c\nc\Q.(or\o\ 

Mo\a/  linhtc  anH  natoc  inctallatinn 

INCW  liyilLo  dl  IU  ydLUo  II  loLdlldLIUI  1 
ncdbUll.   MCLUdl  CUIIbLrUCLIUII  CUblb  Were  lUWei 

1  Rn  nnn  nn 
I  ou,uuu.uu 

1  n^  nRQ  «q 
i  uo,uoy.oy 

-OO  /o 

Barry 

668  316H 

RRP-000S  (190) 

2008 

Grade  Separation 

750,000 

816,700 

9% 

Barton 

ooo  yoou 

rrp  nnnQ/91 

iiUUO 

Mo\a/  linhtc  anH  natoc  inctallatinn 

INCW  liyilLo  dl  IU  ydLco  II  loLdlldLIUI  1 
ncdbUll.   MCLUdl  CUIIbLrUCLIUII  CUblb  Were  lUWer 

onn  nnn  nn 

*iUU,UUU.UU 

1  1  Q  9QR  RQ 

i  i  y,*iyo.oy 

_£fU  /o 

or  eerie 

CCQ  OH  Cp 

ooy  o  i  0\j 

rrp  nnnQ/91  o\ 

9nnR 

KIo\a/  linhtc  anH  natoc  inctallatinn 

INcvv  liyilLo  dl  IU  ydLco  II  loLdlldLIUI  1 

onn  nnn  nn 

*iUU,UUU.UU 

1  BR  R«1  Q1 

1 00,00 1  .y  i 

7°/ 
1/0 

WoHctor 

R79 

U  /  O  C-C-O  T 

I  1 1  1 1      UUUO^c  1  -J  1 

Mpw  linhtc  anH  natpc.  inctallatinn 

imcvv  mljiilo  cii  iu  yciLco  11  loidiidiiui  1 

Reason:  Actual  construction  costs  were  lower 

1  rd  nnn  nn 

i  ou,uuu.uu 

1  n7  RR9  77 
I  u  /  ,000.  /  / 

OO  /O 

Dunklin 

787  946E 

RRP-000S(211) 

2007 

New  lights  and  gates  installation 

200,000.00 

181,370.97 

-9% 

St.  Charles 

925  389C 

RRP-000S(247) 

2008 

Grade  Separation 

600,000.00 

600,000.00 

0% 

TOTALS 

8,495,883 

7,578,107 

-11% 

MoDOT 
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AVIATION 

County 

Airport 

Project  No. 

Award 
Year 

Project  Description 

STIP  Estimate 

Cost  to  Complete 

Percentage 
Difference 

Taney 

Branson  Regional 

AIR  096-1 01 B 

2009 

Air  service  promotion 

332,500 

332,500 

0% 

Dunklin 

Campell  Muni 

AIR076-30C 

2007 

Pavement  maintenance  -  rwy,  twy  &  apron 

355,965 

374,286 

5% 

Scott 

Cape  Girardeau  Re< 

AIR  076-77A1 

2007 

Replace  airfield  signage 

Reason:  Relocated  existing  wind  cone  per  new  federal 
advisory  circulars  and  added  two  additional  sicins 

90,000 

104,977 

17% 

Scott 

Cape  Girardeau  Re< 

AIR  086-77A 

Land  acquisition 

225,000 

212,040 

-6% 

Henry 

Clinton 

AIRE  055-22A 

Land  acquisition 

907,106 

948,191 

5% 

AIRE  065-22A 

AIRE  075-22A 

AIR  086-78A 

Stoddard 

Dexter 

AIRE025-76A 

2002 

Construct  runway  extension 

1,638,000 

1,570,676 

-4% 

AIRE  035-76A 

AIRE  045-76A 

AIRE  055-76A 

AIRE  065-76A 

AIRE  075-76A 

AIR0753-76A 

Callaway 

Fulton 

AIR016-40A 

2001 

Land,  environmental,  desiqn  and  construct  new 

3,649,600 

3,420,050 

-6% 

AIR  036-40A 

runway  and  connecting  taxiway;  pavement 

AIRE015-40A 

maintenance 

AIRE  025-40A 

AIRE  035-40A 

AIRE  045-40a 

AIR  045-40A 

Clay 

Kansas  City 
(Charles  B  Wheeler 
Downtown^ 

l—>  \J  VVI  IIUVVI  1  1 

AIR  086-1 07C 

2008 

Construct  apron  and  taxilane 

1,575,000 

1,575,000 

0% 

Adair 

Kirksville 

AIR  015-28A 

2001 

Runway  safety  area  improvements,  land,  road 

1,229,999 

1,300,601 

6% 

AIRE  015-28A 

relocation,  hangar  taxiway,  expand  apron, 

AIRE  025-28A 

environmental,  pavement  maintenance,  beacon 

AIRE035-28A 

replacement,  wildlife  study,  signage,  relocate 

AIRE  045-28A 

localizer,  windcone 

AIR  055-28A 

AIRE  055-28A 

AIRE  065-28A 

NSW  IVIcifjNQ 

Mow  IWIarlrirl 

Alrib  UoD-oUb 

Airport  Layout  Plan,  access  road  improvements, 
pavement  maintenance  and  grading 

-7% 

I/O 

A  I  DP  f\A  El  QnR 

AIRE  055-80B 

AIRE  065-80B 

AIRE  075-80B 

AIR  086-80B 

MoDOT 
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County 

Airport 

Project  No. 

Award 
Year 

Project  Description 

STIP  Estimate 

Cost  to  Complete 

Percentage 
Difference 

Maries 

Rolla 

AIR056-56A 

2005 

Lighting  improvements  and  safety  area  grading  for 
runway  4/22 

Reason:  Bids  came  in  below  estimate. 

688,500 

417,495 

-39% 

Saint  Louis 

Saint  Louis  (Spirit) 

AIR  035-11 3A 
AIR  045-1 13A 
AIRS  0451-113A 
AIRS  0452-1 13A 
AIRE  045-1 13A 

2003 

Rehabilitate  taxiways  A,  B  and  E,  taxiway  lighting 
rehabilitation 

Reason:  Bid  quantities  included  in  plans  were  higher 
than  quantities  at  completion  of  proiect. 

4,235,000 

4,788,658 

13% 

Greene 

Springfield 
(Springfield- 
Branson  National) 

AIR  086-92A 

2008 

Improve  access  road 

500,040 

500,040 

0% 

Pemiscot 

Steele 

AIR  066-81 B 

2006 

Widen  runway  18/36,  install  medium  intensity  runway 
liahts,  install  windcone  and  airport  beacon 

405,000 

396,976 

-2% 

TOTALS 

15,669,150 

15,724,054 

0% 

RAIL 

TOTAL 

8,495,883 

7,578,107 

-11% 

AVIATION 

TOTAL 

15,669,150 

15,724,054 

0% 

Division  Totals 

$24,165,033.00 

$23,302,161.00 

-4% 

MoDOT 
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Recommendations  for  Statutory  or  Regulatory  Changes 

21.795.  3(7)  RSMo 


The  information  in  this  section  is  in  accordance  with  the  following  section  of  the 
reporting  statute.  "Specific  recommendations  for  any  statutory  or  regulatory  changes 
necessary  for  the  efficient  and  effective  operation  of  the  department;..."  Section 
21.7953(1) 

The  Missouri  Department  of  Transportation  (MoDOT)  strives  to  improve  its  existing 
transportation  system,  and  continues  to  work  with  available  resources  for  the  construction  and 
rehabilitation  of  the  state  road  system.  MoDOT  is  committed  to  working  with  the  Governor's 
Office  and  the  General  Assembly  in  the  2010  legislative  session  to  explore  ways  to  improve 
safety  on  Missouri's  roadways,  address  financial  shortfalls  in  highway  and  non-highway  modes 
of  transportation,  and  enhance  transportation  programs  and  operations  to  better  serve  MoDOT 
customers. 

Last  year,  the  General  Assembly  passed  a  number  of  legislative  proposals  that  affected 
transportation  operations,  programs  and  safety.  Some  of  the  legislative  proposals  included 
improving  incident  management  operations  by  reducing  the  amount  of  time  an  unattended  vehicle 
would  be  allowed  to  sit  along  the  roadside  in  non-urban  areas,  expanding  the  Missouri  Highways 
and  Transportation  Commission's  authority  to  enter  into  design  build  contracts,  approval  of  two 
separate  land  conveyances,  one  to  assist  in  the  progress  of  constructing  a  new  Mississippi  River 
Bridge  and  the  other  to  assist  in  conveying  excess  property,  and  a  resolution  urging  Congress  to 
acknowledge  the  Missouri  River  as  a  vital  link  in  the  State  of  Missouri's  total  transportation 
system.  The  General  Assembly  also  passed  legislation  that  would  repeal  Missouri's  all  rider 
motorcycle  helmet  law.  However,  Governor  Jeremiah  W.  (Jay)  Nixon  vetoed  this  legislation. 

The  budget  committees  were  also  supportive  in  appropriating  money  to  improve  passenger  rail 
service  in  Missouri. 

The  MHTC  and  MoDOT  have  no  recommendations  for  any  legislative  changes  for  the  2010 
legislative  session.  However,  MoDOT  will  be  supportive  of  any  proposals  to  advance 
transportation  issues  or  address  transportation  funding. 


oo 


Expenditures  by  Source  of  Funds  by  District 
RSMo  21.795.3(8) 


The  information  in  this  section  is  in  accordance  with  the  following  section  of  the 
reporting  statute.  "(8)  An  accounting  of  the  total  amount  of  state,  federal  and 
earmarked  federal  highway  funds  expended  in  each  district  of  the  department  of 
transportation;  and..."  Section  21.795.3(8),  RSMo  Supp.  2002  (L.  2003  TAFP 
HB  668). 

MoDOT  is  divided  into  ten  districts  that  cover  the  state  and  work  closely  with  local 
organizations  to  provide  transportation  improvements.  The  Central  Office,  located  in  Jefferson 
City,  provides  management  of  statewide  issues  as  well  as  general  guidance,  support,  and 
leadership.  Districts  handle  the  details  of  local  expenditures  and  are  held  accountable  for  results 
Cash  expenditures  of  state  and  federal  highway  funds  by  the  department  totaled  $2.35  billion  in 
fiscal  year  2009.  This  does  not  include  expenditures  by  other  state  agencies. 


EXPENDITURES  BY  SOURCE  OF  FUNDS  BY  DISTRICT 


The  FY09  expenditures  by  source  of  funds  by  District  was 
prepared  from  the  department's  cash  expenditures. 


FISCAL  YEAR  2009  EXPENDITURES  BY  SOURCE  OF  FUNDS  BY  DISTRICT 
TOTAL  AMOUNT  OF  STATE,  FEDERAL  AND  EARMARKED  FEDERAL 
HIGHWAY  FUNDS  EXPENDED  IN  EACH  DISTRICT 

(thousands  of  dollars) 
RSMo.  21.795.3(8) 

*  Earmarked 


Total 

State  Funds 

Federal  Funds 

Federal  Funds 

District 

1  -  St.  Joseph 

$  93,748 

$  70,025 

$  23,723 

$  4,385 

2  -  Macon 

107,982 

74,252 

33,730 

2,737 

3  -  Hannibal 

88,506 

35,792 

52,714 

3,612 

4  -  Kansas  City 

400,347 

232,292 

168,055 

17,741 

o  -  jenerson  ony 

\  y  i  ,you 

1/17  QCC 

A  A  AOf; 

7  OOA 

6  -  St.  Louis 

502,386 

204,895 

297,491 

48,207 

7  -  Joplin 

93,328 

59,791 

33,537 

4,010 

8  -  Springfield 

169,405 

110,593 

58,812 

17,941 

9  -  Willow  Springs 

123,101 

59,083 

64,018 

1,892 

10  -  Sikeston 

184,992 

129,032 

55,960 

6,872 

Central  Office" 

396,546 

381,309 

15,237 

1 1 ,722 

Total 

$  2,352,321 

$  1,504,419 

$  847,902 

$  127,043 

These  funds  are  allocated  for  local  transportation  programs  and  are  included  in  federal  funds. 
"Funds  expended  by  Central  Office  Divisions  in  support  of,  but  not  directly  allocable  to  the  Districts: 


-  Program  Delivery  34,199 

-  System  Management  31,577 

-  System  Facilitation  85,955 

-  Organization  Support  16,756 

-  Multimodal  Operations  791 

-  Missouri  Logo  and  Escrow  Refunds  9,901 

-  Retiree  Medical  State  Share  1 1 ,933 

-  Bond  and  Accelerated  Program  Debt  Service  205,434 

Central  Office  Total  $  396,546 


Design-Build  Projects 
Progress  in  FY  2009 


Introduction 

The  information  in  this  section  is  in  accordance  with  the 
following  section  of  the  reporting  statute. 

Information  in  this  section  provides  the  progress  on  design-build  projects  currently  in 
progress.  As  per  Sec.  227.107,  RSMo,  MoDOT  has  been  given  the  authority  for  three 
pilot  projects  using  the  design-build  project  delivery  technique:  The  New  1-64;  kcICON; 
and  the  Safe  &  Sound  Bridge  Improvement  Program. 

Design-build  is  a  delivery  method  that  includes  hiring  one  contracting  team  to  complete 
the  design  work  and  build  the  highway  improvement  under  one  contract.  MoDOT 
provides  the  project  goals,  budget  and  schedule  and  the  contractor  team  completes  the 
work.  This  technique  has  been  used  by  other  departments  of  transportation  around  the 
country  and  has  been  known  to  significantly  save  time  and  provide  cost  savings. 

The  New  1-64 

This  project  -  the  largest,  single  highway  construction  project  in  MoDOT  history  - 
involves  rebuilding  10  miles  of  Interstate  64  from  west  of  Spoede  Road  in  St.  Louis 
County  to  Kingshighway  Boulevard  in  St.  Louis  City,  including  about  one-half  mile  of  I- 
170  as  it  approaches  the  I- 170/1-64  interchange.  The  $535  million  contract  was  awarded 
to  Gateway  Constructors  in  November  2006.  Design  began  immediately  and  was 
completed  in  December  2007.  Construction  began  in  March  2007  and  will  be  completed 
no  later  than  July  31,  2010. 

The  western  five  miles  of  1-64  from  1-270  to  1-170  was  closed  January  2,  2008,  for 
construction.  St.  Louisans  quickly  adjusted  to  the  closure  and  traffic  moved  around  the 
region  very  well  throughout  2008.  The  western  five  miles  reopened  to  traffic  two  weeks 
early  on  December  15,  2008.  The  eastern  five  miles  of  1-64  from  1-170  to  Kingshighway 
then  closed  for  reconstruction.  Once  again,  traffic  is  moving  around  just  fine  and  the 
contractor  is  on  schedule  to  reopen  this  segment  no  later  than  Dec.  3 1 ,  2009.  All  final 
work  must  be  complete  by  July  31,  2010. 

For  more  information  on  The  New  1-64  project,  please  contact  the  1-64  Project  Director 
Lesley  Hoffarth  at  314-340-4392  or  check  the  project  Web  site  at  www.lhenewi64.org. 

kcICON 

The  kcICON  project  will  reconstruct  and  rehabilitate  4.7  miles  of  Interstate  29/35  from 
just  north  of  Route  210/Armour  Road  to  the  northeast  corner  of  the  downtown  Kansas 
City,  Mo.  freeway  loop.  The  project  will  improve  five  interchanges  to  maximize  safety, 
mobility  and  capacity  for  the  approximately  102,000  motorists  who  travel  the  corridor 
daily.  It  also  includes  the  construction  of  the  Christopher  S.  Bond  Bridge  -  a  new 
landmark,  cable-stay  Missouri  River  bridge.  The  interstate  corridor  and  existing  Paseo 


Bridge  will  remain  open  to  traffic  during  construction.  Construction  began  in  April  2008 
and  will  be  completed  by  July  31,  2011. 

For  more  information  on  the  kcICON  project,  please  contact  Project  Manager  Brian 
Kidwell  at  816-841-6020  or  check  the  project  Web  site  at  www, kcicon. com. 

Safe  &  Sound  Bridge  Improvement  Program 

Most  of  Missouri's  worst  bridges  are  being  repaired  or  replaced  under  the  five-year  Safe 
&  Sound  Bridge  Improvement  Program.  The  $700  million  project  is  a  large-scale  system 
improvement  that  includes  802  bridges,  with  at  least  one  in  each  of  Missouri's  1 14 
counties. 

The  project  is  broken  into  two  groups  of  bridges  -  248  bridges  are  being  rehabilitated 
using  a  modified  design-bid-build  approach  where  projects  are  grouped  by  type,  size  or 
location  to  accelerate  construction  schedules.  More  than  1 10  of  the  rehabilitation 
projects  will  be  completed  in  2009.  Another  554  bridge  replacements  are  included  in  a 
single  design-build  package.  The  design-build  contract  was  awarded  to  the  KTU 
Constructors  team  in  May  2009  at  a  cost  of  $487  million.  KTU  has  committed  to  deliver 
the  554  new  bridges  by  the  end  of  2013. 

MoDOT  has  issued  bonds  to  pay  for  the  project  with  annual  payments  of  approximately 
$50  million  as  budgeted  in  the  department's  five-year  construction  program.  MoDOT 
will  make  its  payments  using  about  one-third  of  the  federal  bridge  replacement  funds  it 
receives  each  year. 

An  interactive  map  of  all  the  bridges  in  the  Safe  &  Sound  program  and  other  information 
can  be  found  on  the  MoDOT  Web  site  at  www.modot.org/safeandsound.  For  more 
information,  please  contact  Project  Director  Ken  Warbritton  at  573-526-3282. 


